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Reso.  NoT" 

Approved 

Subject 

Summary  j 

12-0001 

B 

1-10-12 

Ratify 

Declaration  of 
Emergency 

Ratify  the  Declaration  of  Emergency  dated  September  6,  2011  for  immediate  security  '""^H 
improvements  to  the  Utility  Services  Division  Yard  at  639  Bryant  St.,  to  ensure  secure  tools,  * 
vehicles,  and  equipment  necessary  to  maintain  citywide  power  and  street  lighting  infrastructure. 
^Emergency  work  awarded  to  G4S  Technology  Ltd.,  Partnership,  in  the  amount  of  $115,600. 

12-0002 

-lip  ib> 

\ 

1-10-12 

WW-504 

Award  Contract  No.  WW-504,  Sunset  District  Sewer  Replacement  and  Pavement  Renovation,  in 
the  amount  of  $2,608,085  to  the  lowest,  qualified,  responsible  and  responsive  bidder.  Precision 
Engineering,  to  replace  the  existing  sewers  and  street  pavement  on  various  streets  in  the  Sunset. 

12-0003 

i  ■■  ■ 

1-10-12 

CS-880A-C 

Approve  Amendment  No.  1  to  Agreement  Nos.  CS-880A-C  with  Camp  Dresser  &  McKee  Inc.,  (CS- 
880A),  CH2M  Hill  (CS-880B),  and  MWH  Americas  Inc.,  (CS-880C);  Authorize  the  GM  to  execute  the 
amendments  extending  each  by  two  years.  The  amendments  will  be  used  to  provide  ongoing 
engineering  third  party  review  services  on  WSIP  projects  in  the  planning  and/or  design  phases. 

12-0004 

1-10-12 

CS-936A 

Approve  Agreement  No.  CS-936A,  procurement,  installation  and  implementation  of  Advanced 
Meter  Infrastructure  System  with  Grid  One  Solutions,  to  extend  the  Turnkey  Installation  Period; 
Authorize  the  GM  to  execute  the  contract  modification  with  a  non-compensable  time  extension  of 
the  Turnkey  Installation  Period  by  319  days. 

'  12-0005 

1-10-12 

Pedestrian 
Lighting  Policy 

Approve  a  Pedestrian  Lighting  Policy  and  authorize  the  GM  to  implement.  ^^^^H 

(12-0006 
12-0007 

1-10-12  " 

12-0008 
12-0009 

1-24-12 

CLOSED  SESSION 

12-0010 

1-24-12 

WD-2539 

Accept  work  performed  by  S.J.  Amoroso  Construction  Co.,  for  Contract  No.  WD-2539  University 
Mound  Reservoir  North  Basin  Seismic  Upgrades;  Approve  Modification  No.  1,  increasing  the 
contract  amount  by  $1,472,218,  and  increasing  the  contract  duration  by  61  consecutive  calendar 
days;  Authorize  final  payment. 

'12-0011 

1-24-12 

WD-2566 

Accept  work  performed  by  Mountain  Cascade,  Inc.,  for  Contract  No.  WD-2566,  San  Antonio  Pump 
Station  Upgrades;  Approve  Modification  No.  1,  increasing  the  contract  by  $525,865,  and  with  a  m 
time  extension  of  29  consecutive  calendar  days;  Authorize  final  payment.  J 

12-0012 

1-24-12 

Agreement  to 
Provide  a 
Liquidity  Facility 

Authorize  the  GM  to  enter  into  an  Agreement  to  provide  a  Liquidity  Facility  authorized  under 
2002  Proposition  E  for  the  WWE  Commercial  Paper  Program  with  JP  Morgan  and  US  Bank,  the 
lowest  cost,  responsive  bidders.  The  agreement  provides  $150,000,000  in  available  credit  with 
annual  costs  not-to-exceed  $1,000,000,  and  a  duration  of  two  years. 
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12-0013 

1-24-12 

Purchase  and 
Sales  Agreement 
(Michelle  Olds] 

Authorize  a  Purchase  and  Sales  Agreement  in  the  amount  of  $1,300,000  for  259.32  acres  of^lHH 
agricultural  land  in  Alameda  County ,  located  southeast  of  the  San  Antonio  Reservoir  between 
Calaveras  Road  and  Vallecitos  Road,  in  Sunoi,  CA,  from  iVllchelle  Olds.  M 

12-0014 

2-14-12 

CS-102 

Approve  Amendment  No.  1  to  Agreement  No.  CS-102,  Sunnydale  Sewer  Tunnel  Project,  with 
Jacobs  Project  Management  Co.,  to  provide  on-going  construction  management  sen/ices  in 
support  of  the  Sunnydale  Sewer  Auxiliary  Sewer  Tunnel  (WW-487)  contract;  Authorize  the  GM  to 
'  execute  the  amendment,  increasing  the  agreement  not-to-exceed  amount  by  $350,000. 

12-0015 

2-14-12 

CS-200 

Approve  the  selection  of  Associated  ROW  Services  and  award  Agreement  No.  CS-200;  Authorize 
the  GM  to  negotiate  and  execute  a  professional  services  agreement  for  an  amount  not-to-exceed 
$3,500,000,  and  a  duration  of  five  years. 

12-0016 

2-14-12 

CS-201 

Approve  the  selection  of  Mountford  Group,  Inc.;  Award  Agreement  No.  CS-201,  System 
Development  and  Maintenance  of  Meter  Data  Management  System,  to  provide  consultant 
services  to  support  continued  development  and  implementation  of  the  HHWP  Meter  Data 
Management  System;  Authorize  the  GM  to  negotiate  and  execute  a  professional  services 
agreement  for  an  amount  not-to-exceed  $2,750,000,  and  a  duration  of  four  years. 

12-0017 

2-14-12 

WD-2625 

Accept  work  performed  by  Cal  State  Constructors,  Inc.,  for  Contract  No.  WD-2625  Hunters  Point 
Reservoir  Rehab  and  Seismic  Upgrade;  Approve  Modification  No.  1,  increasing  the  contract  by 
$21,835;  Authorize  final  payment.  , 

12-0018 

2-14-12 

WW-405R 

Accept  the  work  performed  by  Monterey  Mechanical  for  Contract  No.  WW-450R,  Channel  Pump 
Station  Odor  Control  and  Facility  Improvements;  Approve  Modification  No.  10,  decreasing  the 
contract  amount  by  $146,241,  and  a  time  extension  of  190  consecutive  calendar  days;  Authorize 
final  payment. 

12-0019 

2-14-12 

WW-481 

Accept  work  performed  by  Harty  Pipelines  for  Contract  No.  WW-481,  Baker/Grove/Cole/  Clayton/ 
Waller/Duboce/Henry  Sts.,  Sewer  Replacement;  Approve  Modification  No.  2 ,  decreasing  the 
contract  by  $123,597,  and  a  time  extension  of  81  consecutive  calendar  days;  Authorize  final 
payment. 

12-0020 

2-14-12 

WW-500 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-500,  SOMA/Mission  Districts  ™ 
aewer  Kepiacement  ana  Kavement  Renovation,  in  the  amount  of  52,891,905,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  Precision  Engineering,  to  replace  the  existing  sewers 
and  street  pavement  on  various  streets. 

12-0021 

2-14-12 

CS525R ■ 

Reject  all  proposals  for  Agreement  No.  CS-225;  Authorize  the  GM  to  re-advertise  the  Request  For 
Proposals  as  Agreement  No.  CS-225R,  Seismic  Upgrade  of  BDPL  Nos.  3&4  at  Hayward  Fault, 
Construction  Management  Services. 

12-0022     i  2-14-12 

GM  Contract 

Authorize  the  Commission  President  to  execute  an  employment  contract  between  the  SFPUC  and 
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Fytpn^ion 

(Ed  Harrington) 

Ed  Harrington,  as  GM,  on  terms  consistent  with  the  existing  contract,  extending  the  expiration 
date  from  March  16,  2012  to  August  31,  2012,  with  provisions  for  further  extension  by  mutual 
agreement  to  no  later  than  December  31,  2012,  in  substantially  the  form  of  the  contract  on  file 
with  the  Commission  Secretary. 

fe-0024 

Security  Deposit 
Increases 

Authorize  the  GM  to  waive  security  deposit  increases  for  certain  existing  leases  and  permits  with 
Annual  Rents  of  $5,000  or  less,  and  amend  the  leases  and  permits  to  provide  that  the  GM  has  the 
authority  to  waive  the  security  deposit  increases. 

2-14-12 

10-Year 
Financial  Plan 

Adopt  the  lO-Vear  Financial  Plan  for  FY2012-13  through  FY  2021-22.  | 

12-0025 
^-0026 

2-14-12 

Two  Year 
Operating  and 
Programmatic 
Budgets 

Adopt  the  two-year  Annual  Operating  and  Programmatic  Budgets  for  FY  2012-13  &  FY  2013-14. 

J 

m 

2-14-12 

Two  Year  Capital 
Budget;  10  Year 
Canltal  Plan* 
Supplemental 
Appropriation; 
Issuance  of 
Water  and 
Wastewater 
Revenue  Bonds 

Adopt  the  two-year  Capital  Budget  and  the  10-Year  Capital  Plan  for  FY  2012-13  to  FY  2021-22; 
Authorize  a  request  for  a  Supplemental  Appropriation  for  FY  2012-13  and  FY  2013-14;  Directed 
the  GM  to  submit  to  the  BOS  orooosed  Ordinances  authorizins"  (1)  the  issuance  of  not  to  exceed 
$163,400,000  aggregate  principal  amount  of  Water  Revenue  Bonds  and  $492,810,000  aggregate 
principal  amount  of  Wastewater  Revenue  Bonds  under  the  terms  of  Proposition  E  provided, 
however,  the  issuance  of  such  Bonds  shall  be  subject  to  the  terms  of  Proposition  E;  and  (2)  the 
issuance  of  not  to  exceed  $12,300,000  aggregate  principal  amount  of  Power  Revenue  Bonds, 
subject  to  the  terms  of  Charter  Section  9.107(8). 

12-0027 

2-14-12 

Rates  Policy 

12-0028 
12-0029 

2-14-12 

CLOSED  SESSION 

12-0030 

2-28-12 

CS-850 

Approve  Amendment  No.  2  to  Agreement  No.  CS-850,  State  Legislative  Representation  and 
Advocacy  Services  with  Edelstein,  Gilbert,  Robson  and  Smith,  to  provide  state  legislative  9 
representation  and  advocacy  services;  Authorize  the  GM  to  execute  the  amendment  increasing  ■ 
the  agreement  by  $50,000,  and  increasing  the  agreement  duration  up  to  three  months.  ^ 

2-28-12" 

7oc-2i 

Approve  Modification  No.  1  to  Contract  No.  JOC-21,  General  Construction,  SF/Peninsula/East  Bay/ 
Hetch  Hetchy,  with  Southwest  Construction  and  Property  Management,  to  accomplish  general 
building  construction  work  for  all  SFPUC  Enterprise  Operations  and  Bureaus,  increasing  the 
contract  by  $2,500,000,  and  a  time  extension  of  three  years. 
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12-0032 

2-28-12 

WD-2513 

Accept  work  performed  by  Mountain  Cascade,  Inc.,  for  Contract  No.  WD-2513,  San  Andreas  ^ 
Pipeline  No.  3  Replacement;  Approve  Modification  No.  1,  increasing  the  contract  by  $521,001, 
and  a  time  extension  of  63  consecutive  calendar  days;  Authorize  final  payment.  Modification  No  1 
is  comprised  of  28  change  orders  which  address  credits  for  design  changes  due  to  differing  site 
conditions  and  workarounds  due  to  unforeseen  weather  conditions.  |Mi 

12-0033 

2-28-12 

WW-521 

Accept  the  work  performed  by  J.  Flores  Construction  for  Contract  No.  WW-521,  Spot  Sewer  ] 
Repair  Contract  No.  25;  Approve  Modification  No.  2,  increasing  the  contract  by  $690,204; 
Authorize  final  payment.  Modification  No.  2  addresses  costs  related  to  the  additional  length  and 
level  of  damage  discovered  upon  excavation  and  the  amount  of  repair  work  performed  along 
streets  with  MUNI  trolley  bus  service. 

12-0034 

2-28-12 

CS-851 

Approve  Amendment  No.  2  to  Agreement  No.  CS-851,  Federal  Legislative  Representation  and 
Advocacy  Services  with  Daryl  Owen  Associates  to  provide  federal  legislative  representation  and 
advocacy  services;  Authorize  the  GM  to  execute  the  amendment,  increasing  the  agreement  by 
$83,333,  and  increasing  the  agreement  duration  by  four  months. 

12-0035 

2-28-12 

CS-169 

Approve  Agreement  No.  CS-169,  Central  Bayside  System  Improvements  Project,  to  provide 
project  planning  and  engineering  services;  Authorize  the  GM  to  negotiate  and  execute  a 
Professional  Services  Agreement  with  MWH/URS  JV  for  an  amount  not-to-exceed  $30,000,000, 
and  a  duration  of  up  to  nine  years. 

12-0036 

2-28-12 

WW-410 

Authorize  the  GM  to  negotiate  and  execute  a  MOU  with  CPMC  to  perform  sewer  improvements 
under  the  WWE  Cesar  Chavez  Street  SSIP;  Authorize  the  GM  to  accept  and  expend  funds  from 
CPMC  in  the  amount  of  $3,729,893  to  issue  a  Contract  Modification  in  the  amount  of  $2,847,758, 
increase  the  construction  contingency  by  $284,776;  Authorize  staff  to  provide  $597,359  of 
support  related  to  the  MOU  agreement,  subject  to  BOS  approval  of  a  supplemental  appropriation. 
Approve  Modification  No.  1  to  Contract  No,  WW-410,  Cesar  Chavez  St.  Sewer  Improvement 
Project,  with  JMB  Construction,  Inc.,  to  modify  sewer  facilities  on  Cesar  Chaves  St.,  27*''  St.,  San 
Jose  Ave.,  Valencia  St.,  and  Duncan  St.,  increasing  the  contract  by  $2,847,758,  and  a  time 
extension  of  98  consecutive  calendar  days,  and  an  increase  in  the  construction  contingency  by 

S284  776  subipct  to  RO^  ;innrnv;)l  nf  a  cimnlpmpntal  annrnnriation'  anri  aHrtnf  rPr\A  finriinac 
y*-u-T,#  1  \Jf  jukfjcuL  L\j  UKj^j  ayjyjisjvoi  \j\  o  9U|J|J|CIIICIILCII  appi w^l  Idliv/il,  driU  auopt  L>Lv.(M  TinuingS. 

12-0037 

2-28-12 

CLOSED  SESSION 

12-0038 
1^0039 

3-13-12 

WaterSMART 
Grant  Program 

Authorize  the  GM  to  apply  to  the  United  States  Bureau  of  Reclamation's  WaterSMART  Grant 
Program  for  funding  of  up  to  $100,000  for  the  SF  Regional  Filter  Loading  Study,  to  be  matched  by 
SFPUC  funding  and  in-kind  contributions  of  $100,000.  The  study  is  to  be  conducted  over  a 
duration  of  15  months,  to  be  completed  in  August  2013. 

3-13-12 

CS-989 

Approve  Amendment  No.  1  to  Agreement  No.  CS-989,  Biofuel  Technical  Assistance  Services,  with^] 
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.....    — 

Biofuel  Recycling  Cooperative,  to  continue  providing  technical  support  to  the  SFPUC  Biofuel 
program  established  to  collect  and  transfer  waste  cooking  oil  for  conversion  to  biodiesel  for  use  in 
the  City  fleet;  Authorize  the  GM  to  execute  the  amendment,  increasing  the  agreement  by 
$300,000,  and  a  time  extension  of  two  years  and  four  months. 

'fc-540 

Approve  the  plans  and  specifications,  and  Award  Contract  No.  WW-540,  Spot  Sewer  Repair 
Contract,  to  repair  existing  sewer  piping  on  an  as-needed  basis  at  locations  TBD,  for  a  total 
contract  amount  not  to  exceed  $3,737,440  to  the  lowest,  qualified,  responsible,  and  responsive 
bidder,  J.  Flores  Construction. 

12-0041 

3-13-12 

CS-231 

Approve  the  selection  of  Edelstein,  Gilbert,  Robson  and  Smith  for  Agreement  No.  CS-231,  State 
Legislative  Representation  and  Advocacy  Services,  to  provide  state  legislative  representation  and 
advocacy  services;  Authorize  the  GM  to  negotiate  and  execute  a  professional  services  agreement 
for  an  amount  not-to-exceed  $1,000,000,  and  a  duration  of  five  years. 

;  12-0042 

3-13-12 

■■■■It 

Framework  for 
Land  Met  and 
Use 

Adopt  a  Framework  for  Land  Management  and  Use  relating  to  SFPUC  lands  not  otherwise  subject^ 
to  specific  policy  guidance.  9 

3-13-12 

Real  Estate 
Guidelines 

Approve  Real  Estate  Service  Guidelines,  including  delegation  to  the  GM  to  take  action  to  lease, 
permit,  or  license  certain  uses  of  re3al  property  under  the  Commission's  jurisdiction,  consistent 
with  Commission  policies  and  applicable  SF  Charger  provisions  and  ordinances.  The  Guidelines 
supersede  and  replace  Sections  1.000  through  10.000,  and  the  miscellaneous  BCLM  Forms  set 
forth  in  the  BCLM  Operating  Manual  approved  by  Commission  Resolution  99-0252. 

12-0044 

3-13-12 

Master  License 
Agreement  with 
SFUSD 

Execute  a  IVIaster  License  Agreement  with  the  SFUSD,  which  provides  for  the  installation  and 
operation  of  a  series  of  on-site  photovoltaic  systems  at  locations  throughout  the  SFUSD  to  provide 
solar  power  to  some  or  all  SFUSD  load. 

12-0045 

3-27-12 

1  

HH-910 

1  , 

Accept  work  performed  by  National  Electric  Coil  for  Contract  No.  HH-910,  Kirkwood  Powerhouse 
Rewind;  Approve  Modification  No.  3  to  address  additional  generator  stator  core  modifications 
and  the  assessment  of  liquidated  damage;  Authorize  final  payment. 

•  12-0046 

3-27-12 

HH-943 

Approve  Modification  No.  1  to  Contract  No.  HH-943,  JOC  Major  Electrical  Work  for  HHWP 
Facilities,  Newark  to  Hetch  Hetchy,  with  Wilson  Utility  Construction  Co.,  with  a  time  extension  of 
one  year.  Modification  of  the  contract  will  continue  ongoing  high-voltage  and  hydro-generation 
powerhouse  work  for  HHWP  Facilities. 

12-0047 

3-27-12 

WW-514R 

Approve  Modification  No.  2  to  Contract  No.  WW-514R,  SEWPCP  Medium  Voltage  System 
Reliability  Upgrades,  with  NTK  Construction,  Inc.,  increasing  the  contract  amount  by  $15,509,  and 
extending  the  contract  duration  by  240  consecutive  calendar  days.  The  modification  will  allow  for 
the  installation  of  additional  conduits  for  three  compressors  associated  with  the  Oxygen  Plant  and 
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will  provide  additional  time  to  complete  the  contract's  intended  scope  of  work. 

12-0048 

''■'3-17-12 

JOC-32 

Approve  Modification  No.  1  to  Contract  No.  JOC-32,  General  Engineering,  SF/Peninsula/  East  Bay/" 
Hetch  Hetchy,  with  Verba  Buena  Engineering  and  Construction  to  accomplish  general  engineering 
construction  work  for  all  SFPUC  Enterprise  Operations  and  Bureaus,  increasing  the  contract  by 
$2,500,000,  and  a  time  extension  of  two  years. 

12-0049 

3-27-12 

WW-472 

L  

Accept  work  performed  by  Ascent  Elevator  Services  for  Contract  No.  WW-472,  WWE  Elevator 
Maintenance,  for  a  total  contract  amount  of  $458,668  and  a  total  contract  duration  of  1,195 
consecutive  calendar  days;  Authorize  final  payment. 

12-0050 

3-27-12 

WW-495 

Accept  work  performed  by  A.  Ruiz  Construction  for  Contract  No.  WW-495,  Bush  Street  Sewer 
Replacement ,  Rehabilitation  and  Pavement  Renovation,  for  a  total  contract  amount  of 
$2,217,760,  and  a  total  contract  duration  of  207  consecutive  calendar  days;  Authorize  final 
payment. 

3-27-12 

CS-224A-B 

Approve  the  selection  of  miok  Consulting,  Inc.,  and  Westland  Management  Solutions,  Inc.,  and 
award  contracts.  Agreement  Nos.  CS-224A  and  B,  System  Integration  and  Support  Services  to 
provide  the  SFPUC  with  specialized  system  integration  and  support  services  to  implement  and 
improve  the  delivery  of  its  CIP  and  Capital  Projects  for  all  Enterprises;  Authorize  the  GM  to 
negotiate  and  execute  professional  services  agreements  with  mIok  (CS-224A)  and  WMS  (CS-224B), 
each  for  an  amount  not-to-exceed  $4,500,000,  and  a  duration  of  six  years. 

12-0052 

3-27-12 

WW-502 

Award  Contract  No.  WW-502,  Laurel  Heights/Haight  Districts  Sewer  Replacement  and  Pavement 
Renovation,  in  the  amount  of  $2,432,302,  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  Harty  Pipelines,  to  replace  the  existing  sewers  and  street  pavement  on  various  streets  in 
the  Laurel  Heights  and  Haight  Districts. 

12-0053 

3-27-12 

Water  Revenue 
Bonds 

Authorize  the  issuance  of  a  principal  amount  up  to  $692,000,000  in  new  Water  Revenue  Bonds 
under  Propositions  A  and  E  to  fund  the  WSIP  and  Settlement  Costs  and  Achieve  Ratepayer  Savings 
from  Refundings  Related  to  Outstanding  Water  Enterprise  Revenue  Bonds;  Approve  the  form  and 
authorize  the  execution  and  delivery  of  related  documents;  Authorize  the  GM  to  sell  in  one  or 
more  series  of  bonds  on  either  a  competitive  or  a  negotiated  basis;  Delegate  the  GM 
auinorizaiion  to  awara  eacn  series  or  oonas  to  tne  nignest  bidder  (lowest-cost);  Authorize  the  GM 
to  submit  a  resolution  to  the  BOS  authorizing  the  issuance  of  not  to  exceed  $692,000,000 
aggregate  principal  amount  of  Water  Revenue  Bonds;  Authorize  the  GM  to  submit  an  application 
to  CDLAC  requesting  "Volume  Capacity"  to  authorize  the  use  of  lower-cost,  tax-exempt  bond 
capacity  for  a  portion  of  the  private  use  activity  associated  with  regional  WSIP  projects. 

12-0054 

3-27-12 

mmm. 

Collection 
Agreement  with 

Authorize  the  GM  to  execute  a  Collection  Agreement  with  the  United  States  Forest  Service  for  , 

the  SFPUC  to  fund  work  by  Forest  Service  staff  and  prepare  a  Feasibility  Analysis  for  acquisition  by^ 
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'  ' " "  '1 

U.S.  Forest 
Service 

the  SFPUC  of  25.2  acres  of  land  at  Camp  Mather  for  an  amount  not  to  exceed  $60,000  and  a  with 
duration  of  30  months.  The  SFPUC  seeks  to  purchase  the  existing  Camp  Mather  sewage  leach  field 
site  and  additional  road  access  areas  used  to  service  the  Camp  Mather  water  system. 

12-0055 

3-27-12 

License 

Agreement  witli 
C5  Children's 
School 

Authorize  the  GM  to  approve  a  License  Agreement  between  the  CCSF  and  C5  Children's  School, 

to  use  of  a  portion  of  the  ground  floor,  the  whole  of  the  intermediate  floor,  and  outdoor  space  of 
525  Golden  Gate  Ave.,  as  a  child  care  center.  The  license  will  extend  for  an  initial  term  of  one  year, 
and  automatically  renew  at  the  end  of  the  initial  term  on  an  annual  basis,  but  not  beyond  eight 
years,  with  either  party  having  the  right  to  terminate  by  providing  at  least  120  days  written  notice. 

MEETING  CANCELLED 

12-0056 

1 

! 

4-24-12 

WW-513 

Approve  Modification  No.  3  to  Contract  No.  WW-513,  North  Shore  and  Mariposa  Pump  Station 
Improvements,  with  Cal  State  Constructors,  Inc.,  to  complete  the  contract  work  of  improvements 
for  pump  station  reliability,  with  a  time  extension  of  150  consecutive  calendar  days. 

12-0057 

4-24-12 

SFPUC  &  North 
San  Mateo 
County 
Sanitation 
District  MOU 

Authorize  the  GM  to  execute  the  Fourth  Amendment  to  extend  the  term  of  the  MOU  between 
the  SFPUC  and  the  North  San  Mateo  County  Sanitation  District,  as  amended  on  April  12,  2010, 
for  the  provision  of  consulting  services  for  the  planning  and  development  of  the  Harding  Park 
Recycled  Water  Project.  The  amendment  will  extend  the  term  of  the  MOU  to  April  11,  2013.  No 
additional  funds  are  needed  to  complete  the  scope  of  work  under  the  proposed  amendment. 

12-0058 

4-24-12 

WD-2651R 

Award  Contract  No.  WD-2651R,  Peninsula  2011  Watershed  Compensation  projects  at  Sherwood 
Point,  Adobe  Gulch  Creek,  Skyline  Quarry,  Skyline  Blvd.,  Point,  and  Upper  San  Mateo  Creek,  within 
the  Peninsula  watershed  in  unincorporated  San  Mateo  County,  in  the  amount  of  $5,591,750,  to 
the  lowest,  qualified,  responsible  and  responsive  bidder,  Shimmick  Construction  Company,  Inc. 

12-0059 

4-24-12 

WW-503 

Award  Contract  No.  WW-503,  Richmond  District  Sewer  Replacement  and  Pavement  Renovation, 
in  the  amount  of  $2,944,425  to  the  lowest,  qualified,  responsible  and  responsive  bidder.  Synergy 
Project  Management,  to  replace  the  existing  sewers  and  street  pavement  on  various  streets  in  thej 
Richmond  District.  " 

^2-0060 

4-24-12 

WW-447R 

Accept  work  performed  by  Cal  State  Constructors  for  Contract  No.  WW-447R  Mixed  Liquor, 
Return  Activated  Sludge,  and  Headworks  Facilities  Odor  Control  Improvements;  Approve 
Modification  No.  8,  decreasing  the  contract  by  $119,291,  and  a  time  extension  of  270  consecutive 
calendar  days;  Authorize  final  payment. 

i2-o661 

4-24-12 

WW-2627R 

Reject  all  bids  for  Contract  No.  WD-2627,  Sutro  Reservoir  Rehabilitation  and  Seismic  Upgrade;  m 
Authorize  the  GM  to  re-advertise  the  contract  as  Contract  No.  WD-2627R,  Sutro  Reservoir  m 
Rehabilitation  and  Seismic  Upgrade.  ^ 

12-0062 

4-24-12 

CS-151(I) 

Approve  Amendment  No.  2  to  Agreement  No.  CS-151(I)  Graywater  Laundry-to-Landscape 
Program  with  The  Urban  Farmer  Store;  Authorize  the  GM  to  execute  the  amendment,  increasing 
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the  agreement  by  $24,500,  and  a  time  extension  of  two  years. 

12-0063 
^-0064 

4-24-12 

WD-2595 

Accept  work  performed  by  M  Squared  Construction,  Inc.  for  Contract  No.  WD-2595,  Installation  of 
Sacrificial  Anode  Stations  for  22-inch,  24-inch,  and  30-inch  Steel  Pipe  Water  Mains  for  the  Sunset 
System;  Approve  Modification  No.  2,  decreasing  the  contract  by  $117,678,  and  a  total  contract 
duration  of  160  consecutive  calendar  days;  Authorize  final  payment.  ji 

4-24-12 

MOA  with 
SFUSD 

1 

Authorize  the  GM  to  execute  a  MOA  with  the  SFUSD  for  an  amount  not  to  exceed  $452,325  and 
with  duration  of  three  years,  to  fund  the  SFUSD's  purchase  and  installation  of  36  water  conserving 
drinking  fountains,  including  funding  for  the  SFUSD's  Tech  21  mentorship  program,  to  prepare 
students  to  qualify  for  pre-apprentice  and  apprentice  level  plumbing  work. 

12-0065 

■ 

4-24-12 

WW-483RR 

Adopt  the  MND,  MMRP  and  Findings  as  required  by  the  CEQA  for  the  North  Shore  to  Channel 
Force  Main  Improvement  and  Pavement  Renovation.  Award  Contract  No.  WW-483RR  in  the 
amount  of  $15,488,000  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  K.J.  Woods 
Construction  to  install  a  redundant  force  main,  valve-vaults  and  associated  improvements; 
Authorize  the  GM  to  finalize  negotiations  and  enter  into  an  agreement  with  the  Port  of  SF  to 
obtain  access  to  Port  property  for  implementation  of  the  Project;  Authorize  the  GM  to  negotiate 
and  execute  new  or  amended  Project  related  agreements  with  the  Port  or  other  persons  or 
entities,  related  to  utility  conflicts,  construction  staging  or  access,  if  necessary  for  the  Project,  in 
the  vicinity  of  the  Project  right-of-way. 

4-24-12 

Street  Light  Pole 

Approve  the  Street  Light  Pole  Use  Policy;  Authorize  the  GM  to  negotiate  and  sign  a  MOU 
governing  alternate  uses  of  SFPUC-owned  street  light  poles  by  City  agencies  and  to  issue  licenses 
for  pole  use  to  non-municipal  entities  such  as  merchant  associations,  neighborhood  associations, 
and  community  business  districts;  Authorize  the  SFPUC  Power  Enterprise  to  develop  a  procedure 
for  reviewing  and  approving  the  use  of  SFPUC  street  light  poles  for  non-street  lightning  purposes. 

Use  Policy 

HHH| 

4-24-12 

WD-2548  " 

Authorize  the  GM  to  consider  and  approve  a  potential  increase  in  the  existing  contract  cost 
contingency  in  the  amount  of  $610,000,  and  a  potential  increase  in  the  contract  duration  of  up  to 
235  consecutive  calendar  days,  for  Contact  No.  WD-2548,  Lake  Merced  Pump  Station  Essential 
Upgrade  Project.  The  increased  cost  contingency  and  time  extension  are  needed  for  additional 

WLii  IV  icidLcu  LU  uillulCdtrcil  3lLC  uLii  lUi  LiUi  lo,  dUclLCiilciH  Ul  ild^diUUUo  rTidLcildib  dnu  bQllb/  anQ  Lnc 

need  for  additional  tenant  improvement  work  at  the  existing  pump  station  building. 

12-0068 
1  1 

4-24-12 

Joint  Powers 
Agreement 

Authorize  the  Commission  President  to  execute  a  Joint  Powers  Agreement  with  the  Merced, 
Modesto,  Oakdale,  South  San  Joaquin,  and  Turlock  Irrigation  Districts  for  the  purposes  of  forming 
a  joint  powers  authority,  the  San  Joaquin  Tributaries  Authority. 

12-0069 

4-24-12  ! 

CLOSED  SESSION 

12-0070 

5-8-12 

JOC-22 

Approve  Modification  No.  1  to  JOC  Contract  No.  22,  Micro-LBE  Set  Aside,  General  Building,  SF/  J 
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worl<  for  all  SFPUC  Enterprise  Operations  and  Bureaus,  increasing  the  contract  by  $500,000,  and  a 
time  extension  of  three  years. 

12-0071 

n 

""5-8-12 

JOC-28 

Approve  Modification  No.  1  to  Contract  JOC  No.  28,  General  Engineering  SF/Peninsula/East  Bay/ 

Hptrh  Hptrhu  \A/ith  Pal  5tatp  Pnn^tnirtnrc  tn  3rmmnliQh  ppnpral  pnpinpprinp  rnn^tnirtinn  \A/nrk 

for  all  SFPUC  Enterprise  Operations  and  Bureaus,  increasing  the  contract  by  $2,500,000,  and  a  . 
time  extension  of  two  years.  ;1 

12-0072 

5-8-12 

WD-2583 

Accept  work  performed  by  Shaw  Pipeline,  Inc.  for  Contract  No.  WD-2583,  Cement  Mortar  Line, 
and  Install  Cathodic  Protection  for  60-Inch  Steel  Water  Main  on  28*  Ave.,  and  Kirkham  St.; 
Approve  Modification  No.  2,  decreasing  the  contract  by  $39,737,  and  a  total  contract  duration  of 
180  consecutive  calendar  days;  Authorize  final  payment. 

12-0073 

5-8-12 

WD-2673R 

Award  Contract  No.  WD-2673R,  CDD  As-Needed  2012  Annual  Paving  Contract,  in  the  amount  of 
$4,089,800,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  M  Squared  Construction. 

1?-n074 

5-8-12 

WD-2446 

Award  Contract  No  WD-2446  8-inch  DIM  Installation  on  Hartford  IS""  19**"  and  Noe  Sts  in  the 
amount  of  $1,381,000  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  M  Squared 
Construction  Inc. 

1 5-007'; 

1    X£-  \J\I  f  -J 

5-8-1 2 

rS-877 

Annrn\/p  AmpnHmpnt  Nn  7  tn  Afifrppiripnt  Nn  C^-R77  hinlopv  rnncultinp  with  ^iK^^n  MrCnrmirk 

Taxonomy  Consultant,  to  continue  processing  of  Southwest  Ocean  Outfall  Regional  Monitoring 
Program;  Authorize  the  GM  to  execute  the  amendment,  increasing  the  agreement  by  $8,600,  and 
a  time  extension  of  six  months. 

T2-0076 

5-8-12 

CS-910 

Approve  the  Assignment  and  Novation  Agreement  for  No.  CS-910,  San  Francisco  Region/Local 
Construction  Management  Services  for  the  WSIP'  Authorize  the  GM  to  execute  the  existing  SFPUC 

U  LI  Ux«l.l  WI  1  IViailCIK&lll^llli           1  V  l^^>9  IWI    kll^    Wa^ll   ,        Wl  hi  1 W 1  l&\^   bl  1^        1 V 1    IpW                              Lll^  V>/\l<Jklllg  «^l   i    W  ^ 

Contract  from  ARA  Engineering  Group  to  C2PM. 

5-8-12 

^'k/iou  Between 
SFPUC  and  SF 
Recreation  and 

r  a  1  n3 

Commission 

Authorize  the  GM  to  execute  a  MOU  between  the  SFPUC  and  SF  Recreation  and  Parks 
Commission  regarding  management  of  the  Lake  Merced  Tract,  and  to  accept  the  Lake  Merced 
Watershed  Report. 

!  12-0078 

5-8-12 

Contract  Rate 

Scliedule 

(Wliolesale 

Revenue 

Requirement) 

Consider  and  adopt  the  Contract  Rate  Schedule  to  recover  the  projected  Wholesale  Revenue 
Requirement  from  27  wholesale  customers  during  FY  2012-13,  as  applied  to  meter  readings  on  or 
after  July  1,  2012,  under  the  terms  of  the  2009  Water  Supply  Agreement  between  the  City  and 
County  of  San  Francisco  and  the  Wholesale  Customers. 

12-0079' 

5-8-12 

WD-2552  lill 

j^pprove  an  increase  of  $2,500,000  to  the  previously  approved  contract  cost  contingency  for^J|||[ 
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1 

Contact  No.  WD-2552,  Alameda  Siphon  No.  4,  for  a  total  cost  contingency  of  $7,293,370;  ^HH 
Authorize  the  GM  to  approve  future  modifications  to  the  contract.  '-ww^ 

12-0080 

5-8-12 

MOU  with  the 
Port  of  San 
Francisco 

Authorize  the  GM  to  negotiate  and  execute  a  MOU  with  the  Port  of  SF  for  the  SFPUC  to  continue 
providing  clean,  green  municipal  power  at  Pier  70,  and  to  provide  the  Port  $1.5  million  if  the  new 
shoreside  power  system  at  Pier  70  increases  electric  use  by  65,625,000  kilowatt-hours  by  2017. 

5-22-12 

WD-2619 

Accept  work  performed  by  P&J  Utility  Company,  Inc.  for  Contract  No.  WD-2619,  8-Inch  DIM 
installation  on  Harrison  St.,  from  is"'  St.,  to  Cesar  Chavez;  Approve  Modification  No.  2,  for 
reconciling  the  final  contract  amount  with  the  actual  quantity  used  on  unit  price  bid  items,  9 
decreasing  the  contract  by  $37,707;  Authorize  final  payment. 

12-0082 

5-22-12 

WD-2634 

Approve  Modification  No.  1  to  Contract  No.  WD-2634,  CDD  As-Needed  Annual  Paving  Contract  for 
Services  and  Main  Breaks,  with  A.  Ruiz  Construction,  to  retroactively  continue  providing  paving 
services  for  new  service  installations  and  main  breaks  while  the  next  annual  paving  contract  was 
being  awarded,  and  extending  the  contract  duration  by  210  consecutive  calendar  days.  Authorize 
the  GM  to  execute  a  change  order  to  increase  the  contract  amount  by  $110,000. 

12-0083 

lliL_ 
■■I 

5-22-12 

WW-508 

Award  Contract  No.  WW-508,  Bayview/Hunters  Point  Districts  Sewer  Replacement,  Rehabilitation 
and  Pavement  Renovation  in  the  amount  of  $2,535,027,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  Shaw  Pipeline,  Inc.,  to  replace  the  existing  sewers  and  street  pavement  on 
various  streets  in  the  Potrero/Bayview/Hunters  Point  neighborhoods. 

12-0084 

5-22-12 

JOC-39 

Award  Contract  No.  JOC-39,  HVAC  Energy  Efficiency  for  SF/Peninsula,  for  a  not-to-exceed  amount 
of  $3,000,000  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  American  Mechanical, 
Inc.,  to  perform  heating,  ventilation  and  air  conditioning  upgrades  in  City  owned  municipal 
facilities.  JOC-39  is  the  first  of  three  HVAC  JOC  contracts  issued  under  the  same  bid  documents 
but  with  separate  bid  openings;  JOC-38R  will  be  awarded  separately. 

12-0085 
||||: 

5-22-12 

JOC-40 

Award  Contract  No.  JOC-40,  HVAC  Energy  Efficiency  for  SF  /Peninsula,  for  a  not-to-exceed  amount 
of  $3,000,000  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  EMCOR  Service/Mesa 
Energy  Systems,  Inc.,  to  perform  heating,  ventilation  and  air  conditioning  upgrades  in  City  owned 
municipal  facilities.  JOC-40  is  the  second  of  three  HVAC  JOC  contracts  issued  under  the  same  bid 
documents  but  with  separate  bid  openings;  JOC-38R  will  be  awarded  separately. 

12-0086 

5-22-12 

Ratify 

Declaration  of 
Emergency 

Ratify  the  Declaration  of  Emergency  made  on  April  30,  2012,  for  immediate  drilling  and  blasting 
work  to  address  a  rockfall  on  the  road  to  South  Fork  Adit  to  ensure  public  safety  and  maintain 
roadway  availability  to  critical  operating  sites.  The  HH-962E  work  was  awarded  to  California 
Drilling  and  Blasting  in  the  amount  of  $319,000. 

^-0087 

5-22-12 

^CS;j32jR  ^^.^^^ 

Award  Agreement  No.  CS-232R,  Federal  Legislative  Representation  and  Advocacy  Services  to 
|Daryl  Owen  Associates  to  provide  federal  legislative  representation  and  advocacy  services;  ifHl 
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:  ■ 

Authorize  the  GM  to  negotiate  and  execute  a  professional  sen/ices  agreement  for  an  amount  not- 
to-exceed  $1,250,000,  with  an  initial  term  of  three  years  and  two  options  to  extend,  each  for  a 
nnp  Mt^'AT  ;)HHitinn;)l  tprm  Qiihiprt  tn  Pnrnmi^^inn  annrnx/al  fnr  Ti  total  duration  of  fivp  vears 

Ul  IC  y  CQ 1  OUUILIUIICll  LCI  III,  3U  LfJC\a  L  LU  ^Wl  IIIIIISSIwll  a^^lWVal,  \\J\   u  \.\J  Lul  ^JUICiLIWii  \J\  live  y^cilj* 

fp!-0088  * 

5-22-12 

Funding 

Agreement  witli 
Santa  Clara 

P niint\/  ;)nH  Thp 

Nature 
Conservancy 

Authorize  the  GM  to  execute  a  Funding  Agreement  with  Santa  Clara  County  and  The  Nature 
Conservancy  for  SFPUC's  contribution  of  an  amount  not-to-exceed  $900,000  toward  the  County's 
acquisition  of  the  Nolan  Ranch  in  the  Alameda  Creek  Watershed,  the  creation  of  a  conservation 
paspmpnt  on  surh  land  and  an  Endowment  Acreement  for  SFPUC  to  orovide  Sl25  000  to  fund 
the  protection  of  the  conservation  values  of  the  land  through  annual  monitoring  by  the 
Conservancy  as  the  holder  of  the  conservation  easement. 

±£.  \J\JOj 

Annrovp  Ampndmpnt  No  1  to  Aereement  No  CS-914  Bav  Division  Regional  Construction 

AAkiL/l  w  vc  m  IICIIUIIICIIL  iWi  X  Lw          Cwl  I  iCvl  ■■•  l«w«         ^  Jk^,  uay  l^ivuiwii  i  ^cgi  wi  ici  i  v«wi  ui.i  uvliwii 

Management  Services,  with  Jacobs  Engineering  Group,  for  additional  project-specific  construction 
management  services;  Authorize  the  GM  to  execute  the  amendment,  increasing  the  agreement 
by  $1,500,000,  in  lieu  of  the  action  previously  authorized  under  Resolution  No.  11-0129. 

X£-  \J\J  ZJ  \J 

5-22-12 
• 

MOD  with  SF 

IVIWw  Wlkll  «JI 

RPD 

Authorize  the  GM  to  execute  a  MOU  with  the  SF  RPD  settine  forth  the  conditions  under  which 
the  SFPUC  shall  operate  and  maintain  an  existing  sewer  easement  and  an  access  easement  in, 
under,  and  over  an  RPD  property,  commonly  known  as  Cayuga  Park. 

\  12-0091 

5-22-12 

MOU  with  City 
of  South  San 

1  1  a  1  i^is^w 

Authorize  the  GM  to  execute  a  MOU  with  the  City  of  South  San  Francisco  for  the  purpose  of  , 
funding  a  study  to  establish  the  roles  and  responsibilities  of  up  to  seven  participating  agencies  in  a 
the  nrooospd  South  San  Francisco  Recvcled  Water  Proiect  and  to  develoo  a  olan  for  sharins  w 
J>roject  capital  costs,  for  an  amount  not  to  exceed  $27,725,  and  a  duration  of  six  months.  ^ 

12-0092 

5-22-12 

WD-2430 

Accept  work  performed  by  A.  Ruiz  Construction  Co.  &  Associates  for  Contract  No.  WD-2430,  8- 
Inch  DIM  Installation  on  Howard,  Harrison,  Natoma,  Clementina,  Tehama  and  Julian  Sts.;  Approve 
Modification  No.  1  for  reconciling  the  final  contract  amount  with  the  actual  quantity  used  for  unit 
price  bid  items,  decreasing  the  contract  by  $221,163,  and  a  total  contract  duration  of  240 
consecutive  calendar  days;  Authorize  final  payment. 

12-0093 

6-12-12 

WD-479 

Accept  work  performed  by  D'Arcy  &  Harty  Construction  for  Contract  No.  WW-479,  ^RH 

31<!t/2^rd/24* /Hamoshire/Vork/Utah  Sts  and  San  Bruno  Ave  Sewer  Reolacement  for  a  total 

mmtjy  \Jkf  m-~     /I  lu  1  1  1          III  W/  1  W 1  l\/  \J  1.0 1  1  tJXSt  CI1IU«JCIII  UlUilW  /^V                 VV  C  1    1  \C  |^ia\>d  lldlLji     iwl    CI  kULCII  '^M 

contract  amount  of  $1,768,638,  and  contract  duration  of  170  consecutive  calendar  days;  M 
Authorize  final  payment.  || 

6-12-12 

WW-506 

Approve  the  plans  and  specifications  and  award  Contract  No.  WW-506,  McLaren/lngleside/ 
Excelsior/Mt.  Davidson  Districts  Sewer  Replacement  and  Pavement  Renovation  in  the  amount  of 
$1,954,976,  and  contract  duration  of  210  consecutive  calendar  days,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  D'Arcy  &  Harty  Construction. 

1.2-6095~ 

6-12-12 

WD-2612  jm 

^pprove  the  plans  and  specifications  and  award  Contract  No.  WD-2612, 8-inch  DIM  Installation  in 
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Florida  St.  from  16""  St.,  to  26""  St.,  in  the  amount  of  $1,290,865,  and  a  contract  duration  of  330  1 
consecutive  calendar  days,  to  tlie  lowest,  qualified,  responsible  and  responsive  bidder,  J.  Flores  | 
Construction.  * 

12-0096 

"6-12-12 

CS-102 

Approve  Amendment  No.  2  to  Contract  No.  CS-102,  Sunnydale  Sewer  Tunnel  Project,  with  Jacobs 
Project  Management  Co.,  to  provide  on-going  construction  management  services  in  support  of 
the  modifications  to  Sunnydale  Auxiliary  Sewer  Tunnel  (WW-487)  contract;  Authorize  the  GM  to 
execute  the  amendment,  increasing  it  by  $175,000,  with  no  time  extension. 

12-0097 

6-12-12 

CS-883D 

Approve  the  Assignment  and  Novation  Agreement  for  Contract  No.  CS-883D,  As  Needed 
Environmental  Review  Services;  Authorize  the  GM  to  execute  an  Assignment  and  Novation  of  the 
existing  Contract  from  Winzler  &  Kelly  to  GHD  Inc. 

12-0098 

6-12-12 

Lease  Between 
CCSF/SFPUC  and 
Acre  Gourmet, 
Inc. 

Authorize  the  GM  to  approve  a  Lease  between  the  CCSF,  through  the  SFPUC,  and  Acre  Gourmet, 
Inc.,  for  use  of  a  portion  of  the  lobby  and  portions  of  the  basement  at  525  Golden  Gate  Ave.,  as  a 
cafe  and  kitchen  and  storage  space.  The  lease  will  have  an  initial  term  of  five  years  and  the  Tenant 
shall  have  one  option  to  extend  the  lease  for  an  additional  term  of  three  years.  Year  one  rent  will 
be  $33,000,  with  four  percent  annual  increases. 

'  12-0099 

6-12-12 

WSIP  Revisions 

Approve  revisions  to  the  schedule  and  cost  of  three  projects  being  delivered  as  part  of  the  of 
the  WSIP:  New  Irvington  Tunnel,  the  Bay  Division  Pipeline  Reliability  Upgrade  Pipeline,  and  the 
Pulgas  Balancing  Modification  of  Existing  Dechloramination  Facility;  Direct  staff  to  send  a  Notice 
of  Change  Report  to  the  CA  DPH  and  the  CA  Seismic  Safety  Commission.  The  total  cost  impact  of 
the  changes  is  $7,487,700,  with  no  change  to  the  overall  program  schedule  and  cost. 

12-0100 

1 

6-12-12 

CS-225R 

Approve  the  selection  of  EPC  Consultants  and  award  Agreement  No.  CS-225R,  Seismic  Upgrade  of 
BDPL  Nos.  3  8i  4  at  Hayward  Fault;  Authorize  the  GM  to  negotiate  and  execute  a  professional 
services  agreement  for  an  amount  not-to-exceed  $8,500,000,  and  a  duration  of  three  years  and 
four  months. 

iFdiol 

6-12-12 

WD-2629 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2629,  Seismic  Upgrade  of  BDPt 
Nos.  3  &  4  at  the  Hayward  Fault,  in  the  amount  of  $31,320,000,  and  for  a  contract  duration  of  825 
consecutive  calendar  days,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Steve  P.  i 

ndUOS,  inc.  M 

12-0102 

] 

6-12-12 

CS-898 

Approve  Amendment  No.  2  to  Contract  No.  CS-898,  New  Diversion  Dam  Road  Bridge  Upgrade 
with  Jones  and  Stokes  in  order  to  add  the  completion  of  the  Alameda  Watershed  Habitat 
Conservation  Plan;  Authorize  the  GM  to  execute  the  amendment  increasing  it  by  $584,000,  and  a 
time  extension  of  two  years. 

12-0103 

,  i 

j6jL2xl.2_^ 

Non-potable 
Water  Program 

Authorize  the  GM  to  execute  Grant  agreements  with  applicants  for  the  Non-potable  Water 
Program.  Program  funding  of  $500,000  is  available  in  FY  12/13. 
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Grant 

12-0104 

6-12-12 

Option 

Mgi  ctrlTicilL  III 

Mountain  View 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  an  Option  Agreement  to  sell 

fy  /L  arroc  nf  r^al  pctat^  loratpH  npar  \A/hiQrnan  snH  T\/rplla  A\/p    in  Mm int^in  V/ipw  fa  ICM 1  I  Irhan 
d^lCD  yjl  iCdl  cdlcl  ic  iLi^aLcu  iicdi  vviiisiiiaii  aiiu  lyiciia  nvcr*^  iii  iviv./iJiiLaiii  v  i  c  w        i\i  vij  u  i  uoi  i 

Communities,  LLC,  for  $8.1  million. 

12-0105 
Ift. 

6-26-12 

WW-507 

Approve  the  plans  and  specifications  and  award  Contract  No.  WW-507,  Bernal  Heights/Potrero  J 
Districts  Sewer  Replacement,  Rehabilitation  and  Pavement  Renovation  in  the  amount  of  M 

n7Q  ^91  tn  thp  IniA/pct  niialifipH  rp^nnncihlp  ^rtd  rp^nnn^i\/p  hiHHpr  D'Arrv  Ri  H;)rtv  ^ 

Construction,  to  replace  the  existing  sewers  and  street  pavement  on  various  streets  in  the  Bernal 
Heights/Potrero  Districts. 

12-0106 

6-26-12 

WW-522 

Approve  the  plans  and  specifications  and  award  Contract  No.  WW-522,  SEWPCP  Dewatering 
Farilltv  Corrosion  Rpoairs  in  thp  amount  of  S9  058  000  to  the  lowest  oualified  resDonsible  and 
responsive  bidder,  Monterey  Mechanical  Co.,  to  perform  necessary  upgrades  to  the  existing 
biosolids  dewatering  and  storage  facility  at  the  Plant. 

12-0107 

J^oios 

6-26-12 

JOC-26 

Approve  Modification  No.  1  to  Contract  No.  JOC-26,  Governor  and  Exciter  Systems  for 
Hydroelectric  Powerhouses,  SF/Peninsula/East  Bay/Hetch  Hetchy,  with  System  3  Inc.,  to 
arromnlish  snprialtv  hleh-voltapp  piprtrical  work  for  all  SFPUC  Enternrise  Onerations  and  Bureaus 

0\^\t\J\  IIL/IIOI  1  OL/CitflO  1  vy  IIIKIi   VUl  LuKC  dCL«LI  Ibu  1  VV \J  1  l\  l\J\   all  «JI  F  \J  \j  l_l  1 LC 1  ^1  l^c             laLlwIU  ullu  wwll        u  J, 

increasing  the  contract  by  $2,500,000  and  a  time  extension  of  two  years. 

6-26-12 

JOC-38R 

Approve  and  award  Contract  No.  JOC-38R  for  SF/Peninsula,  for  a  not-to-exceed  amount  of 
S3  000  000  to  the  sole  Qualified  resDonsible  and  resoonsive  bidder  Westates  Mechanical  Coro  . 
to  perform  heating,  ventilation  and  air  conditioning  upgrades  in  City  owned  municipal  facilities. 
JOC-38R  is  the  last  of  three  HVAC  JOC  contracts  issued  under  the  same  bid  documents  but  with 
separate  bid  openings;  JOC-39  and  JOC-40  were  previously  awarded. 

'  12-0109 

li 

6-26-12 

IVlOA  with  SF 
Environment 
and  SFUSD 

Authorize  the  GM  to  negotiate  and  execute  a  MOA  with  the  SF  Department  of  the  Environment 

and  the  SFUSD  for  an  amount  not  to  exceed  $60,000  annually  and  $120,000  in  total  during  FY  ^ 
2012  and  2013  for  continued  support  to  the  SFUSD's  Conservation  Connection  Program.  '% 

12-0110 

6-26-12 

Revocable 

Pprmit"  lA/ith  Pitu 

r  CIIIIIL  WILII  V^ILy 

of  IVIil  pitas 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  a  Revocable  Permit  with  the 
r*itv  of  Milnitac  tn  ikp  anri  maintain  annrnvimatpiv  38  ^fiO  snuarp  fppt  of  SFPIIC  nronprtv  loratpH 

^1  Ly  Ul  1 VI II  Ul  kQ9  WJ              CIIIU  IIIOillLQIII  aLyUIVJAIIIIa       I  y            ^  WW  ^L^UCIIC  ICCLWI  ^1  rU\..^IW}.'dLy  IW^CI  LwU 

on  Murphy  Road  in  the  City  of  Milpitas  as  a  public  park. 

12-0111 

6-26-12 

Revocable 
Permit  with 
India 

Community 
Center 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  a  Revocable  Permit  with 
India  Community  Center  for  use  of  SFPUC  right-of-way  property  located  in  Santa  Clara  County,  for 
an  outdoor  recreational  area  for  the  children  attending  the  India  Community  Center  Day  Camp. 

6-26-12 

Revocable 

Authorize  the  GM  to  execute  a  Revocable  Permit  with  the  City  of  South  SF  to  use  approximately 
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Permit  with  the 
City  of  South 
San  Francisco 

five  acres  of  SFPUC  land  near  South  Spruce  St.  and  Huntington  Ave.  and  Victory  Ave.  in  South  SF 
for  a  public  bicycle  path  and  linear  park,  known  as  the  Centennial  Way  Linear  Park,  and  for  the 
placement  of  a  sculpture  to  mark  its  entrance.  The  permit  replaces  an  expired  permit. 

12-0113 

li 

6-26-12 

Revocable 
Permit  with 
Haight  Ashbury 
Neighborhood 
Council 

Authorize  the  GM  to  execute  a  Revocable  Permit  with  the  Haight  Ashbury  Neighborhood  a 
Council,  as  fiscal  sponsor  of  the  Garden  for  the  Environment  on  SFPUC  property  at  7th  Avenue  M 
and  Lawrton  St.  The  Permit  will  replace  existing  permit  and  allow  for  the  continued  operation  of  * 
the  demonstration  garden  on  the  Property  and  environmental  education  programs.  , 

4 

6-26-12 

1 

WD-2627R 

Award  Contract  No.  WD-2627R,  Sutro  Reservoir  Rehabilitation  and  Seismic  Upgrade,  in  the 
amount  of  $27,453,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  SJ  Amoroso 
Construction  to  complete  the  rehabilitation  and  seismic  upgrade  of  the  Sutro  Reservoir. 

12-0115 

Im 

6-26-12 

WD-2666 

Award  Contract  No.  WD-2666,  Bioregional  Habitat  Restoration,  Sheep  Camp  Creek,  in  the  amount 
of  $3,912,500,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shimmick  Construction 
Co.,  to  restore  the  existing  Sheep  Camp  Creek  on  SFPUC  watershed  land  in  Alameda  County  and 
to  provide  wetland  areas  and  endangered  species  habitat  as  compensation  for  identified  impacts 
from  the  Calaveras  Dam  Replacement  Project. 

6-26-12 

Joint  Exercise 
POA  with 
Bayshore 
Sanitary  Dist. 

Authorize  the  GM  to  negotiate  and  execute  a  new  Joint  Exercise  of  Powers  Agreement  with  the 
Bayshore  Sanitary  District  for  sewer  service  for  the  period  from  July  1,  2012  to  June  30,  2025,  and 
in  the  event  negotiations  are  not  complete  by  July  1,  2012,  to  negotiate  and  execute  an  extension 
of  the  existing  agreement  through  September  30,  2012. 

1"  12^0117 

6-26-12 

Refunding 
Water  Revenue 
Bonds 

Authorize  the  issuance  of  a  principal  amount  up  to  $35,000,000  in  Refunding  Water  Revenue 
Bonds;  Authorize  the  GM  to  sell  one  series  of  bonds  on  either  a  negotiated  or  a  competitive  basis; 
Delegate  GM  authorization  to  award  the  series  of  bonds  to  the  highest  bidder  (lowest-cost). 

12-0118 

6-26-12 

WWE 

Commercial 
Paper  Program 

Authorize  the  GM  to  enter  into  separate  agreements  with  the  following  Commercial  Paper 
Dealers  for  the  Wastewater  Enterprise  Commercial  Paper  Program:  US  Bank,  Citigroup,  Wells 
Fargo  and  Morgan  Stanley,  as  they  were  the  lowest  cost,  responsive  and  responsible  bidders.  The 
agreements  combined  included  annual  costs  not-to-exceed  $150,000  for  a  duration  of  three 
yedis,  wiin  iwo  duuiiionai  extension  penous  or  one  year  eacn.  i  ne  oM  is  autnorizecl  to  select  the 
next  lowest  cost,  responsive  and  responsible  bidder  should  the  selected  firms  be  unable  to  meet 
City  contracting  requirements  or  if  negotiations  are  otherwise  not  successful. 

12-0119 

1^ 

"6126-12 

mtmL 

WWE 

Commercial 
Paper  Credit 

Authorize  the  GM  to  enter  into  separate  agreements  with  Union  Bank  NA  and  The  Bank  of  Tokyo- 
Mitsubishi  UFJ,  LTD,  as  the  lowest  cost,  responsive  and  responsible  bidders,  to  provide  credit  to 
secure  the  Commercial  Paper  authorized  under  2002  Proposition  E  for  the  Wastewater 
Enterprise.  The  agreement  provides  $150,000,000  in  available  credit  with  annual  costs  not-to|||g 

SFPUC  2012  Resolution  Log 


Page  14 


SFPUC  2012  Resolution  Log 


PvrppH  ^1  nnn  nnn  ;inH  fnr  3  HiirAtinn  nf  thrPA  VP^rc  Thp  C^KA  k  r)iithnri7pH  tn  tipfprt  tHp  npyf  H 

lowest-cost,  responsive  and  responsible  bidder  should  either  of  the  selected  banks  be  unable  to  ,1 
meet  City  contracting  requirements  or  if  negotiations  are  otherwise  not  successful.  m 

1^-0120 

6-26-12 

Grant 

Agreement  with 
Life  Frames  Inc 

1  ^    1    1  dl  1  Ibk9a    II  lb* 

L  J 

Authorize  the  GM  to  execute  a  Grant  Agreement  with  Life  Frames,  Inc.,  for  an  amount  not-to- 
exceed  $100,000  and  with  a  total  duration  of  12  months,  to  provide  "A  Living  Library"  and  "Think 
Parks"  educational  oroerams  which  will  orovide  academic  learnins  ooDortunities  and  critical  skills 
development  opportunities  in  the  OMI/Excelsior,  Bernal  Heights  and  Chinatown. 

'"12-0121 

6-26-12 

Grant 

Agreement  with 
San  Francisco 
School  Alliance 

Authorize  the  GM  to  execute  a  Grant  Agreement  with  the  SF  School  Alliance,  the  fiscal  sponsor 
for  the  SF  Green  Schoolyard  Alliance,  for  an  amount  not-to-exceed  $100,000  during  FY  2012-2013, 
for  the  Alliance  to  develop  educational  outcomes  related  to  the  SFPUC's  water,  sewer  and  power 
services  and  operations  through  the  Green  Schools  Corps  program;  and  to  develop,  capture  and 
present  the  experience  K-5  grade  SFUSD  will  have  related  to  the  SFPUC's  operations. 

VV  VV 

Annrnx/P  an  inrrpasp  in  thp  mntrart  rn^t  rnntinopnrv  in  thp  amniint  nf  *^1  Qfi  4.^^  fnr  a  total  m<t 
ryyjyji         all  iiici  case  ill  Liic  uuiiLiacL  ^VJ3  l  \^\jt  i  lii  igci  i^y  iii  liic  oiiiv/uiit  wi  ^x^u,'T.j-t,  i  ui  a  lulcii  v^usl 

contingency  of  $255,867,  and  authorize  a  potential  increase  in  the  contract  duration  of  up  to  84 
consecutive  calendar  days,  for  Contact  No.  WW-533,  Wastewater  Facilities  Lighting  Efficiency 
Improvements,  North  Point,  Oceanside  &  Bruce  Flynn  Facilities;  Authorize  the  GM  to  approve 
future  modifications  to  the  contract  amount  not  to  exceed  $850  000  and  to  the  contract  duration 
not  to  exceed  324  consecutive  calendar  days.  The  increased  cost  and  time  extension  are  needed 
for  additional  lighting  fixture  mounting  installation. 

12-0123 

in 

7-10-12 

WW-50S 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-505,  Noe/Glen  Park  Districts 
Sewer  Replacement  and  Pavement  Renovation  in  the  amount  of  $2,858,300,  to  the  lowest, 
Qualified  resDonsible  and  resoonsive  bidder  Svnersv  Proiect  Manaeement  to  reolace  the  existins 
sewers  and  street  pavement  on  various  streets  in  the  Noe/Glen  Park  Districts. 

12-0124 

7-10-12 

WW-2517 

Accept  work  performed  by  MSquared  Construction  for  Contract  No.  WD-2517, 8-Inch  DIM 
Installation  on  20*  St.  from  Florida  to  Valencia  Sts.  and  Potrero  Ave.  from  17"'  St.  to  21''  St. 
Approve  Modification  No.  3  (Final),  to  reconcile  the  final  contract  amount  with  the  actual  quantity 
used  on  unit  price  and  allowance  bid  items,  increasing  the  contract  by  $4,243,  and  a  total  contract 
duration  of  270  consecutive  calendar  days;  Authorize  final  payment. 

12-0125 

7-24-12 

CS-27 

Award  Agreement  No.  CS-27,  Ocean  Beach  Master  Plan  Phase  2  Coastal  Management  Agreement 
to  SFPUR,  for  planning,  design,  engineering  and  outreach  services;  Authorize  the  GM  to  negotiate 
and  execute  a  professional  services  agreement  for  an  amount  not-to-exceed  $750,000,  and  a 
duration  of  two  years. 

12-0126 

7-24-12 

WW-434 

Accept  work  performed  for  Contract  No.  WW-434,  Baker/Blake/Cook/  Broderick/Washington/ 
Francisco  Sts.  Sewer  Replacement;  Approve  Modification  No.  1  to  account  for  actual  labor  and 
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1  

1 

materials  required  to  complete  the  work  under  bid  item  allowances,  decreasing  the  contract  by  1 
$277,  and  a  time  extension  of  51  consecutive  calendar  days;  Authorize  final  payment. 

12-0127 

7-24-12 

WW-442 

Award  Contract  No.  WW-442,  Mason  and  Powell  Sts.  Sewer  System  Improvement  and  Pavement  ^ 
Renovation,  in  the  amount  of  $4,920,357,  to  the  lowest,  qualified,  responsible  and  responsive  M 
bidder,  Shaw  Pipeline,  to  replace  or  rehabilitate  existing  sewers  and  construct  associated  'M 
appurtenances  and  perform  pavement  renovation  on  Mason,  Powell  and  Bay  Sts.  M 

12-0128 

i  , 

7-24-12 

MOU  with  the 
City  of  Daly  City 

Authorize  the  GM  to  enter  into  a  MOU  with  the  City  of  Daly  City  for  an  amount  not  to  exceed 
$205,500,  and  a  duration  of  24  months  to  hire  consultants  to  complete  pre-project  planning, 
design  and  environmental  review  work  for  the  Vista  Grande  Drainage  Basin  Improvement  Project. 

'  12-6i29 

7-24-12 

JOC-347 

Approve  Modification  No.  1  to  Contract  No.  JOC-34,  General  Engineering,  SF/Peninsula/East  Bay,  ^ 
with  Power  Engineering  Construction  Co.,  to  accomplish  general  engineering  construction  work 
for  all  SFPUC  Enterprise  Operations  and  Bureaus,  increasing  the  contract  by  $2,500,000,  and  a  ■ 
time  extension  of  two  years. 

12-0130 

7-24-12 

Lease  with 
Communications 
&  Control,  Inc. 

Authorize  the  GM  to  execute  a  Lease  with  Communications  &  Control,  Inc.,  for  use  of  land 
located  on  Mt.  Allison  on  a  portion  of  Alameda  County  Assessor's  Parcel  No.  96-090-5-7,  for  a 
SFPUC  radio  communications  services  facility  and  for  general  telecommunications  uses,  for  a  term 
of  approximately  two  years  and  two  months,  at  an  initial  annual  rental  rate  of  $10,382.40,  with 
four  percent  annual  increases. 

12-0131 

7-24-12 

WW-490 

Award  Contract  No.  WW-490,  Oceanside  WPCP  Plant  Digesters  and  Facility  Improvements,  in  the 
aiiiuuiiL  ui  ^xD,3/3,uuu,  Lo  Liic  luwtrbi,  quoiiiicu,  rcspunSiuie  ana  responsive  uiuuer,  ^nimmiCK 
Construction  Co.,  to  repair  corroded  digester  infrastructure  and  perform  improvements  to  the 
existing  digestion  process  to  achieve  Class  A  Biosolids. 

P2-OI32 

7-24-12 

Sale  of  Real 
Property  to 
Tenth  and 

Marl^pt  1  1  r 

IViai  IVCL,  L.L.V' 

Authorize  an  agreement  for  the  sale  of  an  interest  in  real  property  to  Tenth  and  Market,  LLC,  for 

an  amount  not  to  exceed  $77,000.  The  SFPUC  intends  to  sell  its  interest  in  the  public  service 
easement  across  this  real  property,  located  at  1407-1435  Market  St.  and  vacate  the  surplus  sewer 

nn  thic  elf's 

/-Zh-±Z 

\A/n  '^cni 

Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contact  No.  WD-2607, 
Pulgas  Balancing  Reservoir,  in  the  amount  of  $186,444,  and  with  a  potential  increase  in  the 
contract  duration  of  up  to  360  consecutive  calendar  days;  Authorize  the  GM  to  approve  future 
contract  modifications.  The  potential  increase  is  due  to  differing  site  and  as-built  conditions  and 
design  modifications  required  to  meet  established  performance  criteria,  and  equipment  delivery 
delays  due  to  flooding  events  in  Thailand,  the  location  of  some  equipment  suppliers. 

12-0134  . 

  .» 

7-24-12 

Agreement  with 

Authorize  the  GM  to  negotiate  and  execute  an  Agreement  with  the  Bay  Area  Clean  Water  j 
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Bay  Area  Clean 
Water  Agencies 

Agencies  for  the  purpose  of  disbursing  State  grant  funds  to  the  SFPUC  for  implementation  of  the 
Harding  Park  Recycled  Water  Project,  for  an  amount  not  exceed  $2,114,000. 

12-0135 

7-24-12 

MOU  with 
Solano  County 
Water  Agency 

Authorize  the  GM  to  negotiate  and  execute  a  MOU  with  Solano  County  Water  Agency  for  the 

administration  and  disbursement  of  State  Grant  Funds  of  up  to  $863,000  to  be  used  for  SFPUC 
high  efficiency  toilet  incentive  programs. 

12-0136 

1 

8-14-12 

WD-2552 

Accept  Contract  WD-2552,  Alameda  Siphons  No.  4;  Approve  Modification  No.  1  for  a  total 
contract  amount  of  38,736,294,  and  a  time  extension  of  238  consecutive  calendar  days;  Authorize  j 
final  payment. 

8-14-12 

WD-2558 

Accept  Contract  WD-2558  La  Grande  Pump  Station  Upgrade;  Approve  Modification  No.  3  (Final) 
to  reconcile  payment  items  to  reflect  actual  quantities  used  under  unit  price  and  allowance  bid 
itpms  dpcrpasine  thp  contract  bv  $178  470"  Authorize  final  navment 

1  LCI  11^,  vlC^ICCIdll        LI        V.V/1  ILICIL.t.  Lfy  ^^/W,^/\./,  r^U  LI  IL/I  l£.C  llllul  ^uyillwIIL. 

12-0138 

8-14-12 

WW-480 

Approve  Modification  No.  3  to  Contract  WW-480,  various  locations  Sewer  Replacement  and 
Pavement  Renovation,  with  Shaw  Pipeline,  Inc.,  with  a  time  extension  of  63  consecutive  calendar 
davs  and  total  contract  duration  of  313  consecutive  calendar  davs  The  modification  is  reauired 
to  allow  PG&E  to  relocate  its  existing  facilities  on  Rhode  Island  St.  from  17th  St.  to  Mariposa  St., 
which  were  discovered  to  be  in  conflict  with  the  alignment  of  the  existing  sewer  pipeline  being 
replaced  under  this  contract. 

12-0139 

8-14-12 

WW-499 

Award  Contract  WW-499,  Downtown  District  Sewer  Replacement  and  Pavement  Renovation,  in 
the  amount  of  $2,206,786  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shaw  Jl 
Pipelines,  Inc.,  to  replace  the  existing  sewers  and  street  pavement  on  various  streets.  m 

12-0140 

8-14-12 

. 

WW-555 

Award  Contract  WW-555,  Spot  Sewer  Repair,  to  repair  existing  sewer  piping,  on  an  as-needed 
basis,  at  SF  locations  to  be  determined,  for  a  total  contract  amount  not  to  exceed  $5,153,450  to 
the  lowest,  qualified,  responsible,  and  responsive  bidder,  J.  Flores  Construction,  Inc. 

BBf-' 

^  lease  with  GTE 

Authorize  the  GM  to  execute  a  Lease  with  GTE  for  use  of  watershed  lands  located  on  a  portion  of 
Parcel  65  of  Sunol  and  San  Antonio  Lands,  Alameda  County,  for  a  cellular  communications  site,  for  > 
an  annual  rent  of  $54,000  (with  annual  CPI  increases),  and  with  a  duration  of  five  years.  J[ 

12-0142 

8-14-12 

WW-535R 

Award  Contract  No.  WW-535R,  WWE  Facility  Security  Improvement  Contract  1,  in  the  amount  of 
$6,378,218,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Azul  Works,  Inc.  to  install 
security  features  at  three  critical  wastewater  operating  facilities. 

12-0143 

8-14-12 

System  impact 
Mitigation 
Agreement  with 
North  Star  Solar, 
LLC 

Authorize  the  GM  to  negotiate  and  execute  a  System  impact  IVIitigation  Agreement  with  North 
Star  Solar,  LLC  (NSS),  requiring  NSS  to  pay  the  SFPUC  the  costs  necessary  to  mitigate  the  impacts 
to  the  City's  electric  system  caused  by  the  interconnection  of  NSS's  generating  project  to  the 
electric  grid;  Authorize  the  GM  to  enter  into  substantially  similar  agreements  with  other 
interconnecting  generating  projects.  ^mmm 
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12-0144 

8-14-12 

Cost  Sharing 
Agreement  with 
Seven  Bay  Area 
Water  Agencies 

Authorize  the  GIVI  to  execute  a  Cost  Sharing  Agreement  with  seven  Bay  Area  water  agencies,  for 

an  amount  not  to  exceed  $25,000  per  year,  for  FY-2012-13  and  FY2013-14  for  processing  of  a 
National  Pollutant  Discharge  Elimination  System  permit  for  potable  water  discharges  to  be  issued 
by  the  California  Regional  Water  Quality  Control  Board. 

12-0145 
III 

8-14-12 

HH-935C 

Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  HH-935C,  San 
Joaquin  Pipeline  System,  Eastern  Segment  and  Other  Facilities  in  the  amount  of  $5,786,249;  9 
Authorize  the  GM  to  approve  future  modifications  to  the  contract  for  a  total  revised  contractors 
amount  up  to  $55,648,606.  The  increase  is  due  to  the  need  to  accelerate  work  to  meet  491 
environmental  permit  restrictions  from  the  CA  Department  of  Fish  and  Game,  unanticipated  bi^'^ 
migrations,  and  differing  site  conditions. 

w 

8-14-12 

WW-525 

Award  Contract  WW-525,  SEWPCP  Reliability  Upgrades  Phase  2,  in  the  amount  of  $11,160,000,  to 
the  lowest,  qualified,  responsible  and  responsive  bidder,  NTK  Construction,  to  replace  the  aging  \ 
mechanical  and  electrical  systems  related  to  the  secondary  treatment  process  at  the  Plant. 

12-0147 

8-28-12 

6M  Contract 
Extension 

Extension  of  the  General  IVianager's  Contract 

12-0148 

8-28-12 

CS-167A-C 

Award  Agreement  Nos,  CS-167A-C  Comprehensive  Technical  Services  for  Renewable  and 
Advanced  Energy  Generation  Systems  to  AEPC  Group,  Black  &  Veatch,  and  MWH,  to  provide 
assistance  with  the  evaluation,  project  development,  permitting,  project  implementation  and 
construction  of  renewable  and  advanced  energy  technologies  and  projects;  Authorize  the  GM  to 
negotiate  and  execute  professional  services  agreements  for  amounts  not-to-exceed  $2,250,000 
each,  and  a  duration  of  five  years  per  agreement. 

12-0149 

mm 

8-28-12 

CS-229A-D 

Award  Agreement  Nos.  CS-229A-D,  As-Needed,  Specialized  and  Technical  Services  to  RMC  Water 
and  Environment;  AECOM/Water  Resources  Engineering  JV;  MWH/Lee  Inc.,  JV;  and  Kennedy  ''m 
Jenks/AGS,  Inc.,  JV  to  provide  water  supply,  storage  delivery  and  transport  services,  water  quality  ^ 
services,  water  treatment  services,  and  Enterprise  operations  and  management  services; 
Authorize  the  GM  to  negotiate  and  execute  four  professional  services  agreements  for  amounts 
not-to-exceed  $4,000,000  each,  and  a  duration  of  five  years  per  agreement. 

uxju 

! 

j  ! 

1 

Approve  Amendment  No.  2  to  Agreement  CS-920(R)B,  Monitoring  and  Advisory  Services  for  the 
CCA  Program  with  Local  Power,  Inc.,  to  provide  ongoing  consulting  services  to  assist  in  the 
development  of  the  CCA  program;  Authorize  the  GM  to  execute  the  amendment,  with  a  time 
extension  of  three  months. 

1210151 

8-28-12 

CS-806  ^'^''^ 

Approve  Amendment  No.  3  to  Agreement  CS-806,  Specialized  Pipeline  Services,  BDPL  No.  5,  with 
Kennedy/Jenks  and  Geotechnical  Consultants,  JV,  to  provide  engineering  support  for  the  BDPL  No.  . 
15  Cordilleras  Microtunnel  Project;  Authorize  the  GM  to  execute  the  amendment,  increasing  the  || 
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agreement  duration  by  one  year,  with  no  increase  to  the  contract  amount. 

J.Z  Ui. 

JUIIIt.  rUIILIIMg 

Agreement  with 
USGS 

AiitKnri7P  thp  C^KA  frt  PvAnit'P  a  ioint  PiinHincr  AcrrAfiiTiPiit  lAiitK  thp  II  ^  Cit^nlf%o\f^\  ^iir\/P\/  for 

MULI  lUI  I^C  LI  IC  VJIVI  LU  CACUULC  Cl  JUIIIL  lUIIUIIIg  ngl  CCIIICIIL  WILII  11 IC  XJmJm  UCUIUglw>al  -^U 1  VCy  1  wl  all 

amount  not-to-exceed  $1,750,000,  and  a  duration  of  five  years,  for  hydrologic  monitoring  and 
stream  gage  maintenance  in  the  Alameda  Creek  and  Peninsula  Watershed  areas. 

12-0153  ' 

8-28-12 

Reimbursement 

KJl  CAfJCI  lUI LUI 

for  capital 
related  costs 

Authorize  the  reimbursement  of  certain  expenditures  for  capital-related  costs  of  the  Water 

Fntfkrnricp  frnin  nrnrppH*;  of  a  fiitiirp  hnnHpH  inHphtprinp's<;  fnr  niirnn^PQ  nf  rnmnl\/inp  with  rprtain 

provisions  of  the  internal  Revenue  Code  of  1986;  Authorize  the  execution  of  documents  to  ■ 
implement  the  Resolution;  Ratify  and  approve  action  taken  in  connection  with  the  Project. 

12-0154 

8-28-12 

Reimbursement 
of  exDenditures 
for  WWE  capital 
related  costs 

Authorize  the  reimbursement  of  certain  expenditures  for  capital-related  costs  of  the 
Wastewater  Enterorise  from  oroceeds  of  a  future  bonded  indebtedness  olanned  for  earlv  2013 
for  an  amount  not  to  exceed  $570,000,000. 

12-0155 

8-28-12 

WW-542 

Award  Contract  WW-542,  Oceanside  WPCP  Plant  Dewatering  Facility  Upgrades,  in  the  amount  of 
$4,547,000,  and  a  contract  duration  of  510  consecutive  calendar  days,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Cal  State  Constructors,  Inc.,  to  upgrade  the  dewatering 
facilities  at  the  Oceanside  WPCP. 

j  12-0156 

8-28-12 

SSIP  Validation/ 
Implementation 

Endorse  Goals,  Levels  of  Service,  and  Validation  of  the  SSIP  Projects,  Scope  and  Implementation 
Process 

12-0157 

8-28-12 

CLOSED  SESSION 

i  12-0158 

t 

9-11-12 

FH  Harrinfftnn 

I—  \_|  iiaiiiiiKLwii 

Recognition 

Recognition  of  Edward  HarrinBton  for  his  28  vears  of  service  to  the  Citv  and  Countv  of  San 

1      \0 1 II  &  1  %^ ■  I      1  b «ii  WW  d  1  VI  I  1  di  lit            II  1     1    111^           y     a  1  ^      1         1  V  1                L 1  1      ^^1  ^ y  u  i  i  vi  ^^^^  vi  i  i  l  y       i         i  i 

Francisco. 

il2-0159 

9-11-12 

WD-2541 

Accept  Contract  No.  WD-2541  BDPL  No.  5,  East  Bay  Reaches;  Approve  Modification  No.  1  (Final), 
to  address  final  Quantities  and  costs  associated  with  relocation  of  the  Dioeline  to  avoid  an 

LW   aUU  1  ^  J  J    llliai   VIVIGIIII.I  kl^^S  Ul  l  Vl   ViiUiSkar  UiJa^W            VV«  U    vv  ■  LI  1    1  ^  lU  Ww  Li  Wl  1   W  ■    kll^    L/l|,yVillllL.    LV/  %J  V  w  1  VI  Oil 

underground  obstruction  at  Sycamore,  additional  environmental  mitigation,  and  additional  M 
restoration,  increasing  the  contract  by  $22,241,995,  and  a  time  extension  of  129  consecutive  m 
calendar  days;  Authorize  final  payment.  J| 

12-0160 

9-11-12 

WW-553 

Award  Contract  No.  WW-553,  As-Needed  Main  Sewer  Replacement,  for  a  total  contract  amount 
not-to-exceed  $2,983,550,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Harty 
Pipelines,  to  perform  as-needed  main  sewer  replacement  at  SF  locations  to  be  determined. 

12-0161 

mm 

9-11-12 

WD-2559R 

Approve  Modification  No.4  to  Contract  No.  WD-2559R,  SFPUC  Administration  Building  with 
Webcor  Construction;  Authorize  the  GM  to  execute  the  amendment  to  complete  the  work 
, including  the  punch  list  and  obtain  the  final  acceptance  of  the  project,  extending  the  duration  for 
final  completion  by  120  consecutive  calendar  days. 
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12-0162 

:  9-11-12 

CS-842 

1  Approve  Amendment  No.  7  to  Agreement  No.  CS-842,  Architectural  and  Engineering  Design 
1  Services,  for  the  SFPUC  Administration  Building,  with  KMD/Stevens  +  Associates,  a  joint  venture  of 
architects,  the  partners  of  which  are  Kaplan  McLaughlan  Diaz  and  Stevens  +  Associates,  to 
complete  remaining  phases  of  work;  Authorize  the  GM  to  negotiate  and  execute  an  amendment, 
extending  the  duration  of  the  agreement  by  one  year,  with  no  increase  to  the  agreement  amount. 

Ml 

9-11-12 

Revocable 
Permit  with  Palo 
Alto  Unified 
School  District 

Authorize  the  GM  to  execute  a  Revocable  Permit  with  the  Palo  Alto  USD  for  the  installation  of 
nine  subsurface  conduits  to  house  electric  feeders  and  low  voltage  supporting  infrastructure  for  a  ^ 
new  gymnasium  located  at  Gunn  High  School  in  Palo  Alto,  for  a  month-to-month  term  not  to 
exceed  five  years,  and  with  an  annual  use  fee  of  $2,500.  J 

9-11-12 

Lease  with 
Verba  Family 
Limited 
Partnership 

Authorize  the  GM  to  enter  into  a  lease  with  the  Verba  Family  Limited  Partnership/OB-1 

Associates,  a  CA  general  partnership  acting  through  George  P.  Yerby,  for  the  use  of  approximately 
4,000  rentable  square  feet  of  space  at  5  Thomas  Mellon  Circle  in  SF,  for  the  rental  rate  of  $8,000 
per  month,  for  the  SFPUC  to  operate  a  Contractors  Assistance  Center. 

12-0165 

9-11-12 

SFPUC 

Technology 

Policy 

Adopt  the  SFPUC  Technology  Policy  that  would  guide  SFPUC  consideration  and  assessment  of 
beneficial  technologies  and  innovation  in  both  operations  and  capital  investments. 

12-0166 

9-11-12 

MOA  with  USDA 
(Forest  Service) 

Authorize  the  GM  to  execute  a  MOA  with  the  United  States  Department  of  Agriculture,  Forest 
Service  for  an  amount  not  to  exceed  $1,188,805,  and  a  duration  of  five  years,  to  provide 
comprehensive  management  of  Cherry  Reservoir  watershed  as  well  as  security  for  SFPUC  facilities 
Within  National  Forest  lands. 

9-11-12 

Power  Source 

Disclosure 

Report 

Approve  the  2011  Power  Source  Disclosure  Report  to  CA  Energy  Commission.  The  Report 
discloses  that  the  electricity  sources  used  to  serve  SFPUC  Power  end-use  electric  customers  was  . 
greenhouse  gas-free  and  renewable.  M 

12-0168 

 1 

9-11-12 

Harlan  Kelly,  Jr. 

Employment 

Contract 

Approve  the  terms  of  an  employment  contract  between  the  SFPUC  and  Harlan  Kelly  Jr.  for  the 

position  of  GM;  Authorize  the  Commission  President  to  execute  the  contract. 

12-0169 

9-25-12 

WD-2573 

Accept  the  work  performed  by  S.  J.  Amoroso  Construction  Co.,  for  Contract  No.  WD-2573,  Pulgas 
Ddidncing  rveservoir  oiruciurai  nenaoiiiiaiion  ana  koot  replacement  tor  constructing  a  new  root 
and  various  structural  improvements  to  the  balancing  reservoir;  Authorize  the  final  payment. 

12-0170 

9-25-12 

WD-2445 

Approve  Modification  No.  1  to  Contract  No.  WD-2445,  8-Inch  DIM  on  Second,  New  Montgomery, 
Stevenson,  Minna  and  Annie  Sts.,  with  P  &  J  Utility  Co.,  for  force  account  work  and  construction 
delays  due  to  differing  site  conditions  and  unforeseen  underground  obstructions,  increasing  the 
contract  amount  by  $98,799,  and  a  time  extension  of  73  consecutive  calendar  days. 

12-0171 

9-25-12 

WD-2604 

Accept  work  performed  by  A.  Ruiz  Construction  Co.  &  Associates  for  Contract  No.  WD-2604,  CDD 
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■jnnQ-^nin  Ac-NI<>orlckH  Pai/ino  Pnntrart"  fnr  main  rAnfarpmpnt"  Annrnvp  MnHifiratinn  Nn  7  fFinaH 
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to  account  for  actual  labor  and  materials  required  to  complete  the  work,  decreasing  the  contract 
by  $1,844,637,  with  no  change  to  contract  duration;  Authorize  final  payment. 

9-25-12 

WW-501 

Award  Contract  No.  WW-501,  Western  Addition/North  Beach/Marina  Districts  Sewer 

Rpniarpmpnt  and  Pa\/pnnpnt  Rpnnuatinn  in  thp  amniint  nf      fi41  RO^  tn  thp  Inwp^t  niJ^^lifipH 

r\CUICIL<d  1  Id  1  L  OIIU  r  OVdIldIL  MdlWOLIUII  III  LI  Ic  ulllWUIIL  li^l       J  f\J^  JL  /  J\J  J  f           LI  IC  IVi/VVC^L,  L|  UQ 1 1 1  ICUl, 

responsible  and  responsive  bidder.  Precision  Engineering,  to  replace  the  existing  sewer  and 
renovate  existing  street  pavement  on  various  streets  in  the  Districts. 

12^0173 

9-25-12 

Approve  Modification  No.  4  to  Contract  No.  WW-513,  North  Shore  and  Mariposa  Pump  Station 

ImnrnupmpntQ  with  Pal  ^tatp  r*nn^triirtnr^  tn  rnmnlptp  imnrnx/pmpnt^  fnr  numn  station 

IIII^ILJVdlldl  LD,  Wl  LI  1  V«ai  i.JLO  LC  \^KJ  1  ID  LI  UL.LL^I  3,  L\J  i.L^I  1  I^ICLC  llll|JIL^Vdlld  ILd  1  L^l    fJMII  1  lyj  DLO  LIL/I  1 

reliability  delayed  by  emergency  work  on  the  North  Shore  Force  Main,  increasing  the  contract 
duration  by  90  consecutive  calendar  days,  with  no  change  to  contract  amount. 

9-25-12 

CUW37403 

Approve  Project  No.  CUW37403,  San  Antonio  Backup  Pipeline  in  the  Sunol  area  of  Alameda 
County;  Adopt  the  required  CEQA  Findings,  including  a  Statement  of  Overriding  Considerations, 
and  the  MMRP'  Authorize  the  GM  to  imolement  the  Project  in  comoliance  with  the  Charter  and 
applicable  law,  subject  to  BOS  approval,  where  required. 

12-0175 

9-25-12 

Purchase  and 

with  3"*  and 
Market,  LLC 

Authorize  the  GM  to  execute  a  Purchase  and  Sale  Agreement  with  3rd  &  Market,  LLC,  for  the 

Durchase  of  an  aonroximatelv  4  S8  acre  oarcel  of  real  nroDertv  including  an  office  buildin?  i 

L/ui  Vti  icuc  w  1  u  1  1  a  uui          Ilia  l&  i  y  ^>                 ^  yjoi        i  w  ■  i^wi  iii/i\a/|ii/Xi>iky  iiiwiuuiiiguii  w  ■  1 1  v>w  wuiiuiiig 

containing  approximately  31,535  square  feet  and  an  office/industrial  use  building  containing  m 
approximately  19,057  square  feet,  located  at  1550  Evans  Avenue  and  330  Newhall  Sts.,  for  a 
$15,000,000,  subject  to  approval  by  the  BOS  and  the  Mayor.  ^ 

:  12-0176 

9-25-12 

CUW26403 

Adopt  the  Final  MND,  the  MMRP  and  the  Findings,  as  required  by  the  CEQA  for  the  Geary  Road 
Bridge  Replacement  Project;  Approve  Project  No.  CUW26403,  Geary  Road  Bridge  Replacement 
Project  jn  the  Sunol  area  of  Alameda  Countv 

1    1  WJ^Vtf  L  III    kll^  lufWII  1  Wl  U  1  ^  vl  \J  1   r^lO  1  1  l(»U  u            U  1  1  ky  • 

10-9-12 

Joc-4i ^ 

Approve  and  award  Contract  No.  JOC-41,  General  Engineering  (A-License)  for  SF/Peninsula/East 
Bay  to  Hetch  Hetchy,  for  a  not-to-exceed  amount  of  $5,000,000  to  the  lowest,  qualified, 
responsible  and  responsive  bidder.  Verba  Buena  Engineering  and  Construction,  to  perform  general 

pnciinpprinp  anH  mnQtriirtinn  taQl^^  fnr  all  ^FPIIf*  Fntprnri^p  Onpratlnn^  anri  Rurpaii*;    IOP-41  i^ 

d  Igll  led  1 1  Ig  ai  ILJ  CL/I  19  LI  UL<LIL^I  1  LCI3I\D  ILII   all  <JII\JK^  l_IILd|i7ll3C  V./^d  CILIL^IIS  CIIILJ  UUICaua.    J\JK^  13 

the  first  of  three  A-License  JOC  contracts  issued  under  the  same  bid  documents  but  with  separate^ 
bid  openings;  JOC-42  and  JOC-43  will  be  awarded  separately.  j| 

12-0178 

i 

10-9-12 

WD-2556 

Accept  the  work  performed  by  JMB  Construction  for  Contract  No.  WD-2556,  Baden  and  San  Pedro 
Valve  Lot  Improvements,  for  the  replacement  of  pumps  at  the  Baden  Pump  Station  and  various 
seismic  upgrades  at  the  Baden  and  San  Pedro  Valve  Lots,  the  Pulgas  Pump  Station,  and  the  Pulgas 
Tunnel  Air  Shaft;  Authorize  the  final  payment. 

"i2-6l79  ~ 

10-9-12 

Revocable^^H 

|Authorize  the  GM  to  execute  a  revocable  permit  to  the  Fair  Gaits  Beautification  Association  for 
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Permit  to  Fair 
Oal<s 

Beautification 
Association 

the  use  of  approximately  14,000  square  feet  of  SFPUC  property  located  at  the  intersection  of  18* 
Avenue  and  Bay  Road  in  the  City  of  Menlo  Park  as  a  public  park 

10-9-12 

CS-277 

Approve  the  selection  of  Davis  &  Associates  and  award  Agreement  No.  CS-227,  Advertising  and 
Marketing  Services  for  CleanPowerSF,  to  provide  public  education,  community  engagement, 
advertising  and  outreach  services  for  CleanPowerSF;  Authorize  the  GM  to  negotiate  and  execute  a 
professional  services  agreement  for  an  amount  not-to-exceed  $1,400,000,  and  a  duration  of  five 
years. 

12-0181 
^0182 

10-9-12 

WSIP  Cost 
Revisions 

Approve  revisions  to  the  cost  of  four  projects  being  delivered  as  part  of  the  WSiP:  San  Joaquin 
Pipeline  System,  Tesia  Treatment  Facility,  Vegetation  Restoration  of  WSIP  Construction  Sites  (new 
project),  and  Program  Management,  for  a  total  additional  cost  of  $13,470,112;  Direct  staff  to  seek 
approval  from  the  BOS  Finance  Committee  for  the  release  of  funds. 

10-9-12 

IVlOU  with  Nortli 
San  Mateo 
County 
Sanitation 
District 

Authorize  the  GM  to  negotiate  and  execute  a  MOU  with  North  San  Mateo  County  Sanitation 

District,  a  subsidiary  of  the  City  of  Daly  City,  for  an  amount  not  to  exceed  $250,000  and  a  duration 
of  18  months,  for  consulting  services  necessary  to  assess  the  feasibility  of  increasing  filter  loading 
and  recycled  water  production  and  supply  from  Daly  City's  Westlake  Plant. 

T2-0183 

10-23-12 

JOC-42 

Award  Contract  No.  JOC-42,  General  Engineering  for  SF/Peninsula/East  Bay  to  Hetch  Hetchy,  for  a 
not-to-exceed  amount  of  $5,000,000  to  the  lowest,  qualified,  responsible  and  responsive  bidder. 
Power  Engineering  Construction,  to  perform  general  engineering  construction  tasks  for  all  SFPUC 
Enterprise  Operations  and  Bureaus.  JOC-42  is  the  second  of  three  A-license  JOC  contracts  issued 
under  the  same  bid  documents  but  with  separate  bid  openings;  JOC-41  was  previously  awarded 
by  the  Commission  and  JOC-43  will  be  awarded  separately. 

12-0184 

10-23-12 

JOC-43 

Award  Contract  No.  JOC-43,  for  SF/Peninsula/East  Bay  to  Hetch  Hetchy,  for  a  not-to-exceed 
amount  of  $5,000,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder.  Synergy 
Project  Management,  Inc.,  to  perform  general  engineering  construction  tasks  for  all  SFPUC 
Enterprise  Operations  and  Bureaus.  JOC-43  is  the  last  of  three  A-license  JOC  contracts  issued 
under  the  same  bid  documents  but  with  separate  bid  openings;  JOC-41  was  previously  awarded 
by  the  Commission  and  JOC-42  will  be  awarded  separately. 

12-0185 

10-23-12 

WW-514R 

Approve  Modification  No.  4  to  Contract  No.  WW-514R  SEWPCP  Medium  Voltage  System  ■ 
Reliability  Upgrades,  with  NTK  Construction  to  complete  the  electrical  reliability  upgrades  for  the  * 
treatment  facility,  increasing  the  contract  duration  by  120  consecutive  calendar  days,  with  no 
i  change  to  the  contract  amount.  Jj 
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Iz-Ulob 

1  n  "ja  1 1 

J.U-Z3-1Z 

\A/\A/  AKK 

Accept  worK  pcrTormeu  uy  rrecision  tnginecnng,  inc.,  Tor  uonxraCL  wo.  ww-*id3,  various 
locations  Sewer  Replacement  and  Pavement  Renovation  No.  1;  Approve  Modification  No.  3 
(Final),  increasing  the  contract  by  $186,613,  and  a  time  extension  of  42  consecutive  calendar  days; 

Aiithori7p  final  nax/mpnt 

rAU \.\\\J  \  \  t-.\i  iiiiai  L^ayiiidiL. 

10-23-12 

Revocable 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  a  revocable  permit  with  | 
Mahikari  for  the  use  of  SFPUC  land  at  1155  Junipero  Serra  Blvd.,  SF,  as  secondary  driveway 

Permit  with 

Mahil<ari 

entrance  at  a  use  fee  of  $500  per  month,  with  annual  CIP  increases.  'WKti 

12-0188 

10-23-12 

Joint  Funding 

Mgr CClllCI IL  WILlI 

USGS 

Authorize  the  GM  to  execute  a  Joint  Funding  Agreement  with  the  USGS  for  an  amount  not-to- 

CaLccU  y33^,3Zu,  dllU  d  UUldLiUll  Ul  UliC  yCdi,  WillUII  Will  dllUW  IXJI  liyUiUIUglU  II  lUiliLUI  If  Ig  dllU 

stream  gage  maintenance  on  the  Tuolumne  River  and  its  tributaries. 

12-0189 

10-23-12 

IVlOA  Between 

OrrUV^  diiu  CILy 

of  San  Bruno 

Authorize  the  GM  to  execute  Amendment  No.  1  to  extend  the  term  of  the  MOA  between  the 

CCDI 1^  anH  tha  Ci^\t  n$  Can  Rninn  for  fonci  ilt'ino  cot*\/ir'OC  fr\r  3  \A/oll  l-iolH  1  r\r\o  Torm  Toctino 
orr uv*  aiiu  Liic  ^iiy  Ul  scin  qt unu  lui  L-uiibuiLiiig  bci  viutrs  lui  d  vvcn  nciu  L.tjiig  i  ciiii  i  cbLiiig 

Program.  The  MOA  provides  funding  for  to  study  the  performance  of  San  Bruno's  production  wells 
when  idled  as  part  of  the  SFPUC's  proposed  Regional  Groundwater  Storage  and  Recovery  Project. 
The  amendment  will  extend  the  term  of  the  agreement  by  18  months,  with  no  additional  funds. 

VV  U  Z.O J*f 

MCLcpL  WUll\  pcilUllllcU  uy  M.  r\Ui£  V^UllbLI  ULLIUl  1  wU.  dllU  MSDUCIdLO  iUl  ^(JllLlaLL  IvU.  VVL/~£oJ*t,  M!> 

Needed  2010-2011  Annual  Paving  Contract  for  Services  and  Main  Breaks;  Approve  Modification 
No.3  (Final),  increasing  the  contract  by  $344,118;  Authorize  final  payment. 

'12-0191 

10-23-12 

WD-2605R 

Accept  work  performed  by  A.  Ruiz  Construction  Co.  and  Associates  for  Contract  No.  WD-2605R,  | 
CDD  2009-2010  As-Needed  Paving  Contract  for  New  Services  and  Leaks,  for  a  total  contract 

amni  int  nf      Q7Q  Rfifi  anH  a  tntal  rontrart  Hi i ration  nf  4.fi^  ron^pri itix/p  ra Ipnriar  Ha\/<;'  Aiithnri7P 

final  payment. 

12-0192 

10-23-12 

Joint  Exercise  of 
Powers 

Agreement  with 

DdybnUl  c 

Sanitary  District 

Authorize  and  ratify  execution  of  the  extension  of  the  existing  Joint  Exercise  of  Powers 
Agreement  with  the  Bayshore  Sanitary  District  through  December  31,  2012. 

10-23-12 

1 

San  Joanuin 

Tributaries 

Authority 

Commission 

Appointment 

Aoorove  Commission  aoDointment  to  the  San  Joaauin  Tributaries  Authoritv  CommissfSS^"^''"'  ""^^ 

j  12-0194 

10-23-12 

Amendment  of 
SF  Admin.  Code 

Endorse  changes  to  the  SF  Administrative  Code  by  amending  Section  14B.2  to  increase 
contracting  opportunities  for  certified  SFPUC-LBEs. 
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Section  14B.2 

12-0195 

10-23-12 

CS-116B 
and 

CS-116D 

Approve  amendments  to  Agreement  No.  CS-li6B,  Environmental  Analysis  Services  for  the 
Millbrae  Yard  Improvement  Project  and  Agreement  No.  CS-116D,  Environmental  Analysis  Services 
for  the  Sunol  Yard  Improvement  Project,  with  URS  Corporation  Americas.  Authorize  the  GM  to 
execute  the  amendments,  each  with  a  time  extension  of  four  years,  with  no  change  to  the  M 
agreement  values.  j^^j^*^^^ 

12-0196 

10-23-12 

Ratepayer 
Assurance  Policy 

Adopt  SFPUC  Ratepayer  Assurance  Policy. 

12-0197 
12-0198 
12-0199 
12-0200 

10-23-12 

CIOSED  SESSION 

12-0201 

11-13-12 

WW-498 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-498,  John/  Spofford/Sutter/ 
Post/  Geary/O'Farrell  Sts.  Brick  Sewer  Rehabilitation,  in  the  amount  of  $2,302,690,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  A.  Ruiz  Construction,  to  rehabilitate  the  existing 
brick  sewers  on  the  subject  streets. 

12-0202 

11-13-12 

WW-554 

Award  Contract  No.  WW-554,  various  locations  Sewer  Replacement  and  Pavement  Renovation,  in 
the  amount  of  $2,618,653,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  D'Arcy  & 
Harty  Construction,  to  replace  the  existing  sewers  and  street  pavement  on  various  SF  streets. 

12-0203 

11-13-12 

WD-2445 

Approve  Modification  No.  2  to  Contract  No.  WD-2445,  8-Inch  DIM  Installation  on  Second,  New 
Montgomery,  Stevenson,  Minna  and  Annie  Sts.,  with  P  &  J  Utility  Company,  increasing  the 
contract  duration  by  76  consecutive  calendar  days,  with  no  change  to  the  contract  amount.  The 
modification  is  due  to  City-declared  construction  moratorium  periods  in  and  around  the  contract 
work  sites  during  City-sponsored  events. 

12-0204 
^^0205 

11-13-12 

PS-108 

Approve  Amendment  No.  2  to  Agreement  No.  PS-108,  Feral  Pig  Management  Services,  with  Rural  ^ 
Pig  Management,  Inc.,  to  provide  continued  nuisance  management  services  on  SFPUC  watershed 
lands;  Authorize  the  GM  to  execute  the  amendment,  increasing  the  agreement  by  $75,000  and  fl 
wiin  d  lime  cxicnsion  oi  one  year,  anu  six  montns.  'i^^aS 

- 

11-13-12 

CS-896 

Approve  the  Assignment  and  Novation  Agreement  for  Agreement  No.  CS-896,  As-Needed 
Laboratory  Analytical  Services;  Authorize  the  GM  to  execute  an  Assignment  and  Novation  of  the 
existing  Contract  from  MWH  Laboratories,  Inc.  to  Eurofins  Eaton  Analytical,  Inc. 

11-13-12 

■iiiii 

CS-979(I) 

Approve  Amendment  No.  2  to  Agreement  No.  CS-979(I),  with  Dots  Printing  and  Stationery  to     '  « 
continue  providing  collection  services  for  SFPUC  payment  of  water  and  wastewater  bills  for  m 
|;esidents  and  businesses  located  in  Chinatown;  Authorize  the  GM  to  execute  the  amendment  || 
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12-0207 

11-13-12 

Revocable 
Permit  with 
Lutheran  Church 

nf  our  *>a\/inr  nf 
SF  and  SF  YMCA 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  a  five-year  Revocable  Permit 
with  the  Lutheran  Church  of  Our  Savior  of  San  Francisco  and  the  Young  iVIen's  Christian 
Association  of  San  Francisco,  for  $4,320  per  year,  with  four  percent  annual  increases,  for  the  use 
of  SFPUC  land  at  1011  Garfield  St  SF  for  a  children's  olav  area 

\j  1            w w  laiiu  QL                 yjo  1  iidu  -J^rtf  -jx  f  iwi  vi  \itiiiiui&ii  j  k/iay  ui^a* 

12-0208 

11-13-12 

Revocable 
Permit  with  the 
City  of 

Rijrlin?;)m(^ 

ii^UI  III  IgCli  1  IC 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  a  five-year  Revocable  Permit 
with  the  City  of  Burlingame  to  use  and  maintain  approximately  .32  acres  of  SFPUC  property, 
located  along  California  Dr.,  between  Sanchez  and  Majilla  Ave.,  in  the  City  of  Burlingame,  for  a 
flood  control  storm  drain  facilitv  without  anv  use  fee  The  2012  Permit  will  reolace  an  existins 

1  1  ^^^^  VI            1  1  k  1       1   J         1  1  1  1    VI  1  Vl  III    lUl^lllhV^    Wl^l  l^y  VI  k  U  1  1  y    VI            1  W  W  «     l  l  ■  W             ^  ^    l    ^  lllllk    vvlll    l  W  w  1 U  WW   wl  i  1   W/\i  *^  k  1  1  1^^ 

permit  issued  to  the  City  of  Burlingame  on  January  16, 1956. 

12-0209 

11-13-12 

CS-203A-D 

Award  Agreement  Nos.  CS-203A-D,  Wastewater  and  Stormwater  Technical  Services,  for  the  WWE 
to  CH2MHill-Avila,  JV(CS-203A);  Brown  &  Caldwell-SRT,  JV{CS-203B);  F.E.  Jordan  Associates  (CS- 
203C);  and  Kennedy  Jenks-WRE,  JV(CS-203D,  to  provide  wastewater  and  stormwater  technical 
services;  Authorize  the  GM  to  negotiate  and  execute  professional  services  agreements,  for  an 
amount  not-to-exceed  $4,000,000  each,  and  with  a  duration  of  five  years  per  agreement. 

12-0210 

11-13-12 

Refunding 
Wastewater 
Revenue  Bonds 

Authorize  the  Issuance  of  Refunding  Wastewater  Revenue  Bonds  of  up  to  $250,000,000  to 
Refinance  WWE  Revenue  Bonds,  Series  2003A  and  State  Revolving  Fund  Loans  and  the  Issuance  of 
up  to  $420,000,000  in  new  Wastewater  Revenue  Bonds  under  Proposition  E  to  fund  Wastewater 
Caoital  Proiects 

12-0211 

11-13-12 

Grant 

Agreement  with 
Laborers' 
Trainins  and 

1  lull  III  Ig  U  1  1  wl 

Retraining  Trust 
Fund 

Authorize  the  GM  to  execute  a  Grant  Agreement  with  the  Laborers'  Training  and  Retraining 
Trust  Fund  for  Northern  CA  to  help  satisfy  the  employment  development  goals  and  requirements 
for  disadvantaged  worker  participation  within  the  WSIP  service  territory.  The  estimated  cost  of 
services  is  $250,000  for  year  one,  and  $175,000  per  year  for  years  two  and  three.  The  program 
expects  to  train  approximately  15  students  per  cohort,  and  approximately  three  cohorts  per  year 
for  three  years,  or  until  such  time  as  staffing  requirements  adequately  match  demand. 

1 7-0712 

11-13-12 

XX   X.J  XiL 

Rp\/nr;)hlp 

Permit  with 
Coastside  Co. 
Water  District 

Authorize  the  GM  to  execute  a  three-vear  Revocable  Permit  with  Coastside  Countv  Water 
District  (CCWD)  to  authorize  CCWD  to  install  and  operate  a  PVC  pipeline  to  replace,  on  an  interim 
basis,  CCWD's  failed  existing  water  pipeline  on  SFPUC  land  within  the  Pilarcitos  Creek  Watershed 
in  unincorporated  San  Mateo  County,  for  no  use  fee. 

12-0213 

11-13-12 

20-Year  Lease 
with  Los  Altos 
Hotel  Associates 

Authorize  the  GM  to  execute  a  20  year  lease  with  Los  Altos  Hotel  Associates  for  approximately 
47,916  square  feet  of  land  known  as  BDPL  3  &  4,  Parcel  232A,  located  in  Los  Altos,  for  a  $4,360 
monthly  rent,  subject  to  BOS  approval. 

12-0214 

11-13-12 

Agreement 

Approve  Modification  No.  1  to  the  Agreement  between  the  State  of  CA,  Department  of  ParksJH 

SFPUC  2012  Resolution  Log 


Page  25 


SFPUC  2012  Resolution  Log 


Between  State 
of  CA  Dept.  of 
Parks  and  Rec 
and  CCSF 

and  Recreation  and  the  CCSF  regarding  implementation  of  the  Mitchell  Ravine  Long  Term 
Stabilization  Plan,  increasing  the  Agreement  by  $112,253.  The  increase  reflects  the  cost  of 
compliance  with  the  stipulations  of  the  CA  Department  of  Fish  and  Game  Incidental  Take  Permit 
for  the  Project,  which  includes  purchase  of  mitigation  bank  acreage  and  biological  monitoring  for 
potential  impacts  to  wildlife  species  covered  by  the  CA  Endangered  Species  Act,  and  post- 
construction  revegetation  of  the  affected  area. 

12-0215 

11-13-12 

CS-208 

Approve  Amendment  No.  1  to  Agreement  No.  CS-208,  Technical  Advisory  Services,  with  Dr. 
Charles  Scawthorn,  to  provide  ongoing  technical  advisory  services  associated  with  the  AWSS; 
Authorize  the  GM  to  execute  the  amendment  increasing  the  agreement  by  $100,100,  and 
increasing  the  agreement  duration  by  15  months. 

;  12-0216 

11-13-12 

Updated  CCA 
Implementation 
Plan  and 
Statement  of 
Intent 

Approve  a  2012  Updated  CCA  Implementation  Plan  and  Statement  of  Intent;  Authorize  the  GM 
to  File  the  Updated  Implementation  Plan  with  the  CPUC  for  Certification. 

B-02n^ 

11-13-12 

Procurement 
Plan 

Adopt  a  Procurement  Plan,  as  required  under  the  SFPUC's  Enforcement  Program,  to  allow  the 
SFPUC  to  meet  the  requirements  of  the  CA  Renewable  Portfolio  Standard. 

[12-0218 

11-30-12 

CS-920(R)B 

Approve  amendment  to  Agreement  CS-920(R)B,  Monitoring  and  Advisory  Services  with  Local 
Power,  Inc.  The  amendment  will  be  used  to  provide  ongoing  consulting  services  to  assist  in  the 
development  of  the  CCA  Program;  Authorize  the  GM  to  execute  the  amendment,  providing  for  a 
four  month  contract  extension  to  be  managed  with  month-to-month  task  orders  at  the  sole 
discretion  of  the  GM,  extending  services  to  no  later  than  March  31,  2013. 

12-0219 

11-30-12 

WD-2559R 

Approve  Modification  No.5  to  Contract  No.  WD-2559R,  New  SFPUC  Administration  building,  with 
Webcor  Construction;  Authorize  the  GM  to  execute  the  amendment  to  complete  the  work, 
including  the  punch  list  and  obtain  the  final  project  acceptance,  extending  the  duration  for  final 
completion  by  58  consecutive  calendar  days  from  the  substantial  completion  date  of  June  8,  2012. 

1 1  an  1 0 

Community 
Notification  and 
Education  Plan 
for  CCA 

Authorize  the  GM  to  implement  the  proposed  Community  Notification  and  Education  Plan  for 
the  CCA,  CleanPowerSF  Program. 

12-6221 

12-11-12 

WD-2591 

Accept  work  performed  by  Kiewit  Infrastructure  West  Company,  for  Contract  No.  WD-2591, 
Lower  Crystal  Springs  Dam  Improvements,  to  replace  the  existing  spillway  and  construct  a  new 
stilling  basin  at  the  bottom  of  the  dam,  which  are  hydraulic  upgrades  required  to  restore  full  j 
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storage  capacity  in  the  Crystal  Springs  Reservoir;  Authorize  an  extension  of  the  contract  duration 
by  110  days;  Authorize  final  payment. 

12-11-12 

CS-141 

Approve  Amendment  No.  1  to  Agreement  No.  CS-141,  Construction  Support  Services  for  HHWP, 
with  Black  &  Veatch  Corp.,  to  assure  continuity  of  capital  improvement  project  support  services; 

MULllUriZC  LlIC  OIVI  LU  llCgUlldl.c:  dllU  CACLULC  Lilc  drilCllUII ICI il  ,  lllLlCablllg  Lllc  IIUL  LU  CACCCU  ^ 

agreement  amount  by  $2,300,000,  with  no  change  to  the  agreement  duration.  m 

12-0223 

12-11-12 

CS-242A-D 

Approve  the  selection  of  Baseline  Environmental  Consulting,  ESA+Orion  JV,  URS  Corporation,  and 
RMC  Water  and  Environment;  Award  Agreement  Nos.  CS-242A-D,  As-needed  Environmental 

^or\/ir'oc  fn  nrrtwirio  c»nwirrtnmpnt"al  analv/cpc  ciirvAv/c  anH  rpnortc  anH  nrpnarp  rp^oiirrp  affpnf^v 
oci  viccb/  LKJ  \Ji  \jvi\jc  ciiviiuiiiiicii  Ldi  di  idiyaco^  j\Ji  MKZyj  di  lu  1  c|jui  imOf  di  iu  ^1  cT^d  1  c  1 uc  agci  i^y 

permit  applications;  Authorize  the  GM  to  negotiate  and  execute  professional  services  agreements, 
each  for  an  amount  not-to-exceed  $3,750,000,  and  with  a  duration  of  five  years  per  agreement. 

1  ■>  nii'iA 

llttiiik 

1 7-1 1 .1  ■? 

V- J  O  /  J 

Annmup  AmpnHmpnt'  Mn  7  fr%  Affroomont  Nn  r*^-fi7^  C nnnprstiv/P  RpcparrH  anH  DA\/plnnfnpnt' 

r\U |JI  UVC  Ml  1  iCl  lUI  1  ICI  1 L  lYU.       LU  ngl  CCI IICI  IL  l^\J*           0#  9;  ^Uu|Jd  a  LIVC  rVCdCCII  V.1 1  dl  lU  lJXZVXZi\J\Jl  1  ICI  1 L 

Agreement  with  USGS,  to  provide  continued  research  and  study  of  earthquake  hazards  that 
benefit  SFPUC  projects;  Authorize  the  GM  to  execute  the  amendment,  extending  the  agreement 
duration  by  two  years  and  three  months,  with  no  change  to  the  agreement  value. 

12-0225 

12-11-12  ' 

'  WW-520 

Accept  work  performed  by  J.  Flores  Construction  for  Contract  No.  WW-520,  Spot  Sewer  Repair 
Contract  No.  26,  for  a  total  contract  amount  of  $3,710,274,  and  a  total  contract  duration  of  225 
consecutive  calendar  days;  Authorize  final  payment. 

12-0226 

12-11-12 

WW-541 

Award  Contract  No.  WW-541,  SEWPCP  Oxygen  Generation  Plant  Replacement,  in  the  amount  of 

*sQ  A7fi  ^fin  tn  tho  InuuAct  niiaiifipH  rpcnnnQihlf*  ^inH  rp^nnn^iv/p  hiHrlpr  WTI^  C nn^triirtinn  Inr    tn  „4 

^^f*T  1  \JfJ\J\J/  LU  LI  IC  iVI  WC3L,  L^Llall  1 ICU,  1  CS^LJI  IdlUIC  ailU  i  CO^LJI  IDIVC  L/IUL4Cri,  IV  1  l\  \^\JI  I3LILIV>LIUII  IIIC,  LU 

construct  an  oxygen  generation  plant  and  the  associated  distribution  system  at  the  Plant.  1 

12-0227 

12-11-12 

Wholesale 
Water  Revenue 
Prepayment  and 

Agreement 

Approve  and  execute  a  Wholesale  Water  Revenue  Prepayment  and  Collection  Agreement  and 

the  associated  SFPUC  Tax  Certificate  pursuant  to  the  BAWSCA's  proposed  issuance  of  the  2013 
Series  A  and  2013  Series  B  Revenue  Bonds.  The  impact  of  this  prepayment  will  benefit  Retail 

\A/a1"Pr  Ratpna\/prc  thmiich  lri\A/pr-t'han-nthpr\A/i<;p  XA/atpr  rptail  hill^  n\/pr  thp  npar-tprm  "thniKjh 
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foregone  interest  income  from  Wholesale  Customers  will  occur  over  the  next  21  years. 

12-0228 

12-11-12 

CS-227 

Authorize  the  issuance  of  task  orders  above  the  initial  $100,000  allowance  approved  at  the 
October  9,  2012  Commission  meeting,  but  not-to-exceed  full  contract  amount  of  $1,400,000  for 
Agreement  No,  CS-227,  Advertising  and  Marketing  Services  for  CleanPowerSF,  with  Davis  & 
Associates  Communications,  Inc.,  to  provide  public  education,  community  engagement,  m 
advertising  and  marketing  services  for  CleanPowerSF. 

12-0229 

12-11-12 

1 

CS-246 

Approve  the  selection  of  Utility  Systems  Efficiencies,  Inc.;  Award  Agreement  No.  CS-246,  Technical 
Support  Services,  HHWP  NERC  Regulatory  Standards,  to  provide  audit  and  consulting  services  to 
assess  HHWP's  level  of  compliance  to  existing  and  possible  future  NERC  registrations,  develop  | 
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process  and  business  procedures  for  existing  and  future  registrations,  and  provide  NERC 
compliance  related  services;  Authorize  the  GM  to  negotiate  and  execute  a  professional  services 
agreement  for  an  amount  not-to-exceed  $2,000,000,  and  with  a  duration  of  five  years. 

12-0230 

12-11-12 

CS-854 

Approve  Amendment  No.  4  to  Agreement  No.  CS-854,  Engineering  Services  for  Sutro  Reservoir 
Seismic  Upgrades  and  Rehabilitation  with  URS/SOHA  to  provide  additional  time  for  engineering 
services  during  the  construction  phase;  Authorize  the  GM  to  execute  the  amendment  with  a  time 
exiension  or  two  years,  wiin  no  cnange  lo  ine  agreement  vaiue. 

12-11-12 

DB-116 

Accept  work  performed  by  PCL  Civil  Constructors  Inc.,  for  Contract  No.  DB-116,  Tesia  Treatment 
Facility,  for  design,  construction,  and  commissioning  of  a  new  treatment  facility  at  the  existing 
TesIa  Portal  site;  Approve  Modification  No.  39  (final)  for  ($186,850)  to  account  for  actual  labor 
and  materials  required  to  complete  the  work  under  bid  item  allowances,  decreasing  the  total 
contract  amount  to  $87,582,124,  and  extending  the  contract  duration  by  86  consecutive  calendar 
days;  Authorize  final  payment. 
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City  and  County  of  San  Francisco 

Edwin  M.  Lee 

MAYOR 

AGENDA 
Regular  Meeting 
Tuesday,  January  10, 2012 

1:30  P.M. 
City  Hall,  Room  400 
1  Dr.  Carlton  B.  Goodlett  Place 

Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moller  Caen,  Commissioner 
Francesca  Victor,  Commissioner 
Vince  Courtney,  Commissioner 

Departments  and  Enterprises 

Water  Enterprise 
Wastewater  Enterprise 
Power  Enterprise 

Infrastructure 
Business  Services 
External  Affairs 


Ed  Harrington 

General  Manager 

Michael  Housh 

Secretary 


For  Information,  contact  ttie  Commission  Secretary  at  554-31 65. 
Minutes  and  other  information  are  available  on  tfie  SFPUC  web  site;  www.sfwater.org. 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  City  Hall,  1  Dr.  Carlton  B.  Goodlett 
Place,  San  Francisco,  CA.  The  Commission  meeting  room  is  wheelchair  accessible.  The  closest  accessible 
BART  station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI 
lines  serving  this  location  are:  #47  Van  Ness,  and  #71  Haight/Noriega  and  the  F  Line  to  Market  and  Van 
Ness  and  the  Metro  Stations  at  Van  Ness  and  Market  and  at  Civic  Center.  For  information  about  MUNI 
accessible  services  call  (415)  923-6142.  There  is  accessible  curbside  parking  adjacent  to  City  Hall  on 
Grove  Street  and  Van  Ness  Avenue  and  in  the  vicinity  of  the  Veterans  Building  at  401  Van  Ness  Avenue 
adjacent  to  Davies  Hall  and  the  War  Memorial  Complex. 

City  Hall  is  accessible  to  persons  using  wheelchairs  and  other  disabilities.  The  Polk  Street/  Carlton  B. 
Goodlett  entrance  is  accessible  via  a  ramp  and  a  wheelchair  lift.  The  other  three  entrances  are  accessible 
via  ramps.    Assistive  listening  devices  are  available  and  meetings  are  open  captioned  in  the  hearing  room 
and  closed  captioned  on  SFGTV  .Materials  in  alternative  formats,  American  Sign  Language  interpreters, 
and  other  accommodations  will  be  made  available  upon  request.  Please  contact  Michael  Housh, 
Commission  Secretary,  at  (415)  554-3165  or  by  Email  mhoush@sfwater.org  to  make  arrangements  for  any 
of  these  services.  Providing  at  least  48  hours  notice  prior  to  the  meeting  will  help  to  ensure  availability. 

In  order  to  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other 
attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City  accommodate  these 
individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to 
the  people's  review.  For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a 
violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton 
B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554- 
7854;  E-mail:  sotf@sfgov.org.  Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the 
Sunshine  Task  Force,  the  San  Francisco  Public  Library  and  on  the  City's  website  at  www.sfgov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action  may 
be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct  Code 
§2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist  Ordinance, 
please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite  220,  San  Francisco,  CA 
94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at  www.sfgov.ore/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 


2.  Roll  Call 


3.  Approval  of  Minutes 

a)  Minutes  of  the  December  13  20 11,  Regular  Meeting 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 


5.  Communications 

a)  Letter  Summary 

b)  Advance  Calendar 

c)  Staff  Reports  (written  reports  sent  to  the  Commissioners) 

1.  Electric  Resource  Plan  Update  (Hale) 

2.  Street  Light  Program  Update  (Hale) 

3.  Popular  Annual  Report  (Rydstrom) 

4.  Annual  Report  (CAFR)  (Rydstrom) 


6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Water  System  Improvement  Program  (WSIP)  Update  (Labonte) 

b)  SFPUC  Policy  Review  (Rydstrom) 


THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF  PUBLIC 
UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 


Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are  available 
for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary,  1155  Market  Street, 
ll"'  Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165,  Fax:  (415)  554-3424. 
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CONSENT  CALENDAR 


8..    All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be  routine  by 
the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by  a  single  vote  of 
the  Commission.  There  will  be  no  separate  discussion  of  these  items  unless  a  member  of  the 
Commission  or  the  public  so  requests,  in  which  event  the  matter  will  be  removed  from  the 
Consent  Calendar  and  considered  as  a  separate  item. 

a)  Ratify  the  Declaration  of  Emergency  made  by  the  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission,  dated  September  6,  2011  and  approved  by  the  President  of  the 
Commission,  for  immediate  security  improvements  to  the  Utility  Services  Division  Yard  at 
639  Bryant  Street  to  ensure  secure  tools,  vehicles  and  equipment  necessary  to  maintain 
citywide  power  and  street  lighting  infrastructure.  The  emergency  work  will  be  awarded  to 
G4S  Technology  Limited  Partnership,  in  the  amount  of  $  1 15,600.  (Carlin) 

b)  Approve  the  plans  and  specifications,  and  award  Wastewater  Enterprise  (WWE),  Renewal 
and  Replacement  (R&R)  Program-funded  and  Department  of  Public  Works  (DPW) 
Pavement  Renovation  Program-funded  Contract  No.  WW-504,  Sunset  District  Sewer 
Replacement  and  Pavement  Renovation,  in  the  amount  of  $2,608,085  to  the  lowest, 
qualified,  responsible  and  responsive  bidder.  Precision  Engineering,  to  replace  the  existing 
sewers  and  street  pavement  on  various  streets  in  the  Sunset  District  of  San  Francisco  (Moala) 

c)  Approve  Amendment  No.  1  to  Water  Enterprise,  Water  System  Improvement  Program 
(WSIP)-funded  Agreement  Nos.  CS-880A-C  with  Camp  Dresser  &  McKee  Inc.  (CS-880A), 
CH2M  Hill  (CS-880B),  and  MWH  Americas  hic.  (CS-880C);  and  authorize  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Conmiission  to  execute  these  amendments, 
extending  each  agreement  by  2  years,  for  a  total  agreement  duration  of  6  years.  These 
amendments  will  be  used  to  provide  ongoing  engineering  third  party  review  services  on 
WSIP  projects  still  in  the  plarming  and/or  design  phases.  (Kelly) 

d)  Approve  Amendment  to  Water  Enterprise-funded  Agreement  No.  CS-936A,  Procurement, 
Installation,  and  Implementation  of  Advanced  Meter  Infrastructure  System  with  Grid  One 
Solutions  (formerly  VSI  Meter  Services),  to  extend  the  Turnkey  Installation  Period  and 
authorize  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute 
this  contract  modification  with  a  non-compensable  time  extension  of  the  Turnkey 
Installation  Period  by  319  days,  for  a  total  Turnkey  Installation  Period  of  1,140  days.  (Ritchie) 

REGULAR  BUSINESS 

9.     Workshop  and  Discussion 

(Discussion  will  be  limited  to  30  minutes  or  such  other  duration  set  by  the  Commission) 

A  workshop  discussion  and  update  presentation  on  Climate  Change  (Behar) 
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10.   Workshop  and  Discussion 

(Discussion  will  be  limited  to  30  minutes  or  such  other  duration  set  by  the  Commission) 

A  workshop  discussion  and  update  presentation  on  Repair  &  Replacement  Goals  (Agency-wide) 

(Carlin) 


11.    Discussion  and  possible  action  to  approve  either  Pedestrian  Lighting  Policy  #1,  #2  or  #3, 
and  authorize  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  to  implement  the  Pedestrian  Lighting  Policy.  (Hale) 


CLOSED  SESSION 

12.    Public  comments  on  matters  to  be  discussed  in  Closed  Session. 


13.    Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed  below 
as  Conference  with  Legal  Counsel. 

THE  PUBLIC  UTILITIES  COMMISSION  WILL  GO  INTO  CLOSED  SESSION  TO  DISCUSS 
THE  FOLLOWING  ITEMS: 


14.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code  Section 
54957  and  San  Francisco  Administrative  Code  Section  67. 10(a).  (Ambrose) 

Consultation  with:   Agency  Chief  of  Security  concerning  security  of  S.F.P.U.C.  Water  and 
Power  Systems. 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1)  (Rothschild) 

Existing  Litigation:  As  Defendant 

James  Murray  v  City  &  County  of  San  Francisco 

City  Attorney  File  No  11-02471,  Filed  November  21.  2011 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1)  (Rothschild) 

Existing  Litigation:  As  Defendant 

Pacific  States  Environmental  Contractors,  Inc.  v  City  &  County  of  San  Francisco 
SF  Superior  Court  No  GCG- 10-501403,  Filed  October  31,  2011 
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FOLLOWING  THE  CLOSED  SESSION,  THE  PUBLIC  UTILITIES  COMMISSION  WILL 
RECONVENE  IN  OPEN  SESSION. 

17.  Announcement  following  Closed  Session. 

18.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

19.  Other  New  Business 
ADJOURNMENT 
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City  and  County  of  San  Francisco 
Public  Utilities  Commission 
1 155  Market  Street,  1 1""  Floor 
San  Francisco,  CA  94103 

RETURN  SERVICE  REQUESTED 


NOTICE 

The  Special  FY  2012-13  and  FY  2013-14  SFPUC  Commission  Budget  Workshops  at  1155 
Market  Street,  Room  402  are  scheduled  for  Thursdays:  January  12"';  January  26*;  and 
February  2, 2012 


San  Francisco 

Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 

SAN  Francisco  Public  utilities  Commission 

City  and  County  of  San  Francisco 

Edwin  M.  Lee 

MAYOR 

MINUTES 

(As  approved  January  24,  2012) 

Regular  Meeting 
Tuesday,  January  10,  2012 

1:30  P.M. 
City  Hall,  Room  400 
1  Dr.  Carlton  B.  Goodlett  Place 


Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moller  Caen,  Commissioner 
Francesca  Vietor,  Commissioner 
Vince  Courtney,  Commissioner 

Departments  and  Enterprises 

Water  Enterprise 
Wastewater  Enterprise 
Power  Enterprise 

Infrastructure 
Business  Services 
External  Affairs 


Ed  Harrington 

General  Manager 

Michael  Housh 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfvvater.org. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1 :32  p.m. 

2.  Roll  Call 

Present  were  President  Anson  B  Moran,  Vice  President  Art  Torres,  and  Commissioner 
Francesca  Vietor,  Commissioner  Ann  MollerCaen,  and  Commissioner  Vince  Courtney  in 


3.  Approval  of  Minutes 

a)  Minutes  of  the  December  1 3  201 1 ,  Regular  Meeting 

Motion  by  Commissioner  Torres,  2nd  by  Commissioner  Courtney  to  approve  the 
December  13'^  meeting  minutes  Passed  5-0  AYE  (Moran,  Torres,  Caen,  Vietor, 
Courtney)  unanimously 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

Mr  David  Pilpel,  SFPUC  CAC,  called  attention  to  recommendations  made  by  San 
Francisco  Planning  &  Urban  Research  (SPUR)  to  the  Commission  reported  in  a 
December  13**^  Letter  regarding  the  proposed  urban  agriculture  program,  asking  they  be 
carefully  considered.  Regarding  a  consulting  contract  related  to  implementation  of 
community  Choice  aggregation,  Mr  Pilpel  also  urged  that  the  SFPUC  consider  partnering 
with  other  city  departments  such  as  the  Department  of  the  Environment.  Mr  Pilpel  noted  it 
was  likely  he  would  be  re-appointed  as  a  member  of  the  SFPUC  Citizens  Advisory 
Committee. 

5.  Communications 

a)  Letter  Summary 

b)  Advance  Calendar 

c)  Staff  Reports  {written  reports  sent  to  the  Commissioners) 

1 .  Electric  Resource  Plan  Update  (/-/a/e) 

2.  Street  Light  Program  Update  {Hale) 

3.  Popular  Annual  Report  {Rydstrom) 
4-  Annual  Report  (CAFR)  {Rydstrom) 


There  was  no  discussion  of  any  Communications  item. 


Public  comment 

No  comments  were  offered 


6.  Other  Commission  Business 

No  new  business  items  were  proposed 


7.  Report  of  the  General  IVIanager 

General  Manager  Harrington  presented  three  brief  updates  reporting  that  there  had  been 
no  request  for  a  hearing  or  other  action  at  the  Board  regarding  the  Municipal  Power 
Rates  adopted  by  the  Commission  at  its  December  13'^  meeting.  Next  regarding  power 
outages  at  Candlestick  Park  during  the  49er's  game,  Mr  Harrington  clarified  that  actually 
providing  power  to  the  Stadium  area  was  through  the  PG&E  system  and  within  the  facility 
by  the  Department  of  Recreation  and  Park.  Mr  Harrington  then  outlined  recent  work 
done  by  PG  &  E  and  Rec/Park  staff  and  ongoing  testing  with  the  SFPUC  in  a  supportive 
role  in  insuring  the  power  remained  available  at  Candlestick  Park  for  the  upcoming 
National  Football  Conference  (NFC)  playoff  game. 

Next,  Mr  Harrington  reported  another  successful  shut  down  of  the  Hetch  Hetchy  System 
but  noted  due  to  an  newly  identified  need  to  correct  a  gate  problem  at  Red  Mountain  Bar 
there  would  be  a  delay  in  the  resumption  of  flow  until  Saturday. 

a)  Water  System  Improvement  Program  (WSIP)  Update  {Labonte) 

WSIP  Director  Julie  Labonte  began  her  report  with  an  update  on  the  findings  of  an 
independent  review  by  Exponent  of  the  circumstances  related  the  November  25'^  South 
San  Francisco  Water  Main  failure.  Ms  Labonte  reported  that  a  previously  undiscovered 
design  error  by  SFPUC  staff  was  identified  as  having  created  the  problem  and  that  steps 
were  now  in  place  to  require  high  level  of  reviews  closing  a  loophole  in  our  quality  control 
procedure  review  process  as  well  as  construction  management  changes  so  there  would 
be  no  re-occurrence  of  these  circumstances  in  future.  Ms.  Labonte  noted  that  BAWSCA 
was  closely  consulted  throughout  each  step  of  this  review  process  and  that  she  would  be 
presenting  these  findings  to  the  South  San  Francisco  City  Council  tomorrow. 

Next,  Ms.  Labonte  reported  on  increased  activity  at  the  Harry  Tracey  Facility  and  at  the 
Calaveras  Dam  Replacement  Project,  noting  we  were  reaching  peak  construction  in  the 
WSIP.  Next,  Ms  Labonte  reported  there  would  be  expected  cost  changes  resulting  from 
scope  changes  and  unforeseen  site  conditions  at  the  Sunol  Valley  Water  Treatment  Plant 
and  on  the  Alameda  Siphon  No  4  Project.  Ms  Labonte  then  discussed  good  news  in  the 
completion  of  the  San  Joaquin  Pipeline  Cross-over  and  Alameda  Siphon  No  4,  as  well  as 
substantial  completion  of  the  East  Bay  reaches  of  the  Bay  Division  Pipeline  No.  5  in 
February.  Ms.  Labonte  also  reported  advertising  the  Sutro  Reservoir  Seismic  Upgrade 
Project,  noting  this  was  the  last  local  project  to  move  to  construction.  Regarding  the  New 
Irvington  Tunnel  Project,  Ms.  Labonte  reported  steady  progress  with  control  of 
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groundwater  intrusion  as  well  as  continued  success  in  meeting  CAL  OSHA  requirements 
on  this  extremely  challenging  project.  Ms.  Labonte  then  reported  that  tunneling  on  the 
Bay  Tunnel  was  meeting  its  expected  progress  rates  and  noted  that  it  seemed  likely  that 
the  size  of  the  extraction  tube  could  reduced  thereby  minimizing  the  environmental 
impacts  as  well  as  their  related  costs. 

In  response  to  comments  about  the  extensive  time  and  effort  that  went  into  thinking  about 
setting  up  an  extensive  Project  management  oversight  system  and  a  request  by 
President  Moran,  Ms.  Labonte  agreed  to  identify  a  "case  study"  demonstrating  how  the 
Project  Management  systems  in  place  were  functioning.  Ms.  Labonte  noted  that  there 
were  many  good  and  instructive  examples  of  such  available. 

b)  SFPUC  Policy  Review  {Rydstrom) 

Chief  Financial  Officer  and  Assistant  General  Manager  for  Business  Services  Todd 
Rydstrom  presented  an  extensive  overview  of  various  policy  areas  and  discussed  in 
detail  proposed  new  policy  initiatives  prepared  by  staff  in  response  to  Commission 
requests. 

Commission  discussion 

President  Moran  noted  that  given  the  experience  of  five  years  of  rates  increases  the 
SFPUC  faced  an  uphill  challenge  in  helping  the  ratepayers  clearly  understand  and  have 
very  transparent  explanation  of  how  wisely  we  spent  their  funds  and  exactly  how  these 
moneys  were  being  spent.  Presdient  Moran  highlighted  several  new  policy  initiatives  that 
could  help  provide  a  clear  framework  for  the  SFPUC  in  making  its  case  to  the  ratepayers 
when  asking  for  additional  funds  for  upcoming  major  initiatives  such  as  the  Sewer 
System  Improvement  Program.  President  Moran  emphasized  two  points  that  he  thought 
were  expected  of  us;  first  to  do  the  job  assigned  to  the  SFPUC  well  and  secondly  to 
spend  the  ratepayer's  money  as  prudently  as  if  it  were  our  own. 

In  response  to  questions  by  Commissioner  Vietor,  Mr.  Rydstrom  described  fleet 
management  and  greening  policies  that  were  being  developed  in  response  to  her 
previous  requests.  Mr  Harrington  called  discussed  further  aspects  of  the  proposed  policy 
for  accountability  to  our  ratepayers.  Mr.  Harrington  noted  that  this  framework  would 
provide  Commissioners  with  an  easy  check  list  against  which  they  could  match  up  what 
was  being  proposed  in  the  budget.  Commissioner  Vietor  also  suggested  additional 
policies  encouraging  use  of  public  transit,  identifying  ways  our  policies  matched  up  to 
existing  city  policies,  and  recommended  further  investigation  of  creating  a  sustainable 
waste  disposal  process  for  office  and  electronic  waste  resulting  from  SFPUC  operations. 
Commissioner  Vietor  also  asked  consideration  of  ways  to  divert  water  from  entering  into 
our  combined  sewer  systems  perhaps  as  part  of  the  planning  for  the  Sewer  System 
Improvement  Program. 

President  Moran  noted  that  this  effort  to  identify  and  quantify  specific  policies  for  each  of 
the  identified  needs  would  be  something  of  an  experiment  as  most  prior  policies  were 
developed  as  responses  to  things  that  had  gone  wrong  rather  than  being  proactive. 
President  Moran  also  suggested  that  a  process  whereby  our  compliance  with  the 
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adopted  policies  was  reviewed  by  a  neutral  third  party  could  also  be  included  as  a  further 
means  of  demonstrating  the  transparency  of  how  we  do  business.  President  Moran  noted 
that  not  all  of  these 

Public  comment 

Mr  David  Pilpel,  SFPUC  CAC,  noted  that  former  SFPUC  Finance  Director  Jean  Marian! 
had  attempted  unsuccessfully  to  aggregate  all  of  these  policies  and  applauded  this  effort. 
Additionally,  Mr  Pilpel  suggested  that  regarding  the  question  of  the  proposed  Rates 
Policy  inclusion  of  the  "popular"  annual,  a  great  and  very  accessible  document,  as  well  as 
adding  in  the  Departmental  Climate  Action  Plan,  various  Mayor's  Executive  Directives, 
and  perhaps  a  discussion  of  proportionality  related  to  the  mandate  of  Prop  218  so  that  no 
class  of  rate  payers  was  dis-portionately  burdened 

BAWSCA  General  Manager  Art  Jensen  applauded  this  effort  as  an  example  of  good 
government.  Mr  Jensen  cautioned  that  such  a  lengthy  period  of  expansive  spending  was 
difficult  to  sustain  and  recommended  that  a  sharper  focus  on  identifying  priorities  rather 
than  staying  with  the  status  quo  would  be  the  next  challenge.  Mr  Jensen  noted  that 
keeping  moving  forward  with  innovative  approaches  needed  to  be  balanced  with  what 
was  fiscally  possible  in  the  current  situation  and  was  likely  to  remain  so  for  the 
foreseeable  future. . 


THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF 
PUBLIC  UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
1155  Market  Street,  1l'^  Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165, 
Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

8..    All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Consent  Calendar  and  considered  as  a 
separate  item. 

Public  comment 

No  comments  were  offered  on  any  consent  calendar  item. 

Motion  by  Commissioner  Torres,  2"'^  by  Commissioner  Vietor  to  approve  Consent 
Calendar  items  8a  though  d.  Passed  5-0  AYE  (Moran  Torres,  Cane,  Vietor,  Courtney) 
unanimously 
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a)  Ratify  the  Declaration  of  Emergency  made  by  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission,  dated  September  6,  2011  and  approved  by 
the  President  of  the  Commission,  for  immediate  security  improvements  to  the  Utility 
Services  Division  Yard  at  639  Bryant  Street  to  ensure  secure  tools,  vehicles  and 
equipment  necessary  to  maintain  citywide  power  and  street  lighting  infrastructure. 
The  emergency  work  will  be  awarded  to  G4S  Technology  Limited  Partnership,  in  the 
amount  of  $1 1 5,600.  (Carlin) 
Reso  1 2-0001 


b)  Approve  the  plans  and  specifications,  and  award  Wastewater  Enterprise  (WWE), 
Renewal  and  Replacement  (R&R)  Program-funded  and  Department  of  Public  Works 
(DPW)  Pavement  Renovation  Program-funded  Contract  No.  WW--504.  Sunset 
District  Sewer  Replacement  and  Pavement  Renovation,  in  the  amount  of 
$2,608,085  to  the  lowest,  qualified,  responsible  and  responsive  bidder.  Precision 
Engineering,  to  replace  the  existing  sewers  and  street  pavement  on  various  streets 
in  the  Sunset  District  of  San  Francisco  {Moala) 
Reso  12-0002 

c)  Approve  Amendment  No.  1  to  Water  Enterprise,  Water  System  Improvement 
Program  (WSIP)-funded  Agreement  Nos.  CS-880A-C  with  Camp  Dresser  &  McKee 
Inc.  (CS-880A),  CH2M  Hill  (CS-880B),  and  MWH  Americas  Inc.  (CS-880C):  and 
authorize  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to 
execute  these  amendments,  extending  each  agreement  by  2  years,  for  a  total 
agreement  duration  of  6  years.  These  amendments  will  be  used  to  provide  ongoing 
engineering  third  party  review  services  on  WSIP  projects  still  in  the  planning  and/or 
design  phases.  (Kelly) 
Reso  12-0003 


d)    Approve  Amendment  to  Water  Enterprise-funded  Agreement  No.  CS-936A, 
Procurement.  Installation,  and  Implementation  of  Advanced  Meter  Infrastructure 
System  with  Grid  One  Solutions  (formerly  VSI  Meter  Services),  to  extend  the 
Turnkey  Installation  Period  and  authorize  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  this  contract  modification  with  a 
non-compensable  time  extension  of  the  Turnkey  Installation  Period  by  319  days,  for 
a  total  Turnkey  Installation  Period  of  1 ,140  days.  {Ritchie) 
Reso  12-0004 


REGULAR  BUSINESS 


9.    Workshop  and  Discussion 

(Discussion  will  be  limited  to  30  minutes  or  such  other  duration  set  by  the 
Commission) 

A  workshop  discussion  and  update  presentation  on  Climate  Change  {Behar) 
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David  Behar,  Climate  Program  Director,  Water  Enterprise  presented  an  extensive  and 
detailed  update  on  the  SFPUC  ongoing  efforts  to  better  quantify  and  thereby  in  time 
respond  to  the  impact  of  Climate  Change. 

Commission  discussion 

Mr.  Behar  responded  to  questions  by  Presdient  Moran  and  Commissioer  Vietor 
concerning  the  elements  of  his  presentation.  Commissioner  Vietor  suggested 
development  of  an  "urban  centric"  model  would  be  helpful  in  understanding  how  this 
could  be  tied  to  various  options  that  would  soon  be  before  the  Commission.  .  In  response 
Mr  Harrington  noted  that  as  part  of  a  "no  regrets  "  strategy  that  staff  would  be  developing 
elements  of  specific  projects  that  would  in  part  address  identified  impacts  from  climate 
change  in  programs  such  as  the  Sewer  System  Improvement  Program  (SSIP),  but 
observed  that  these  could  not  be  tied  directly  to  any  particular  model  of  climate  change. 
President  Moran  noted  this  was  also  a  key  concern  in  developing  our  water  supply 
strategy  especially  regarding  the  development  of  an  achievable  diversity  of  resources. 

Commissioner  Vietor  thanked  Mr.  Behar  for  such  a  comprehensive  and  informative 
report. 

Public  Comment 

Mr  Barry  Nelson,  Natural  Resources  Defense  Council,  presented  a  report  prepared  by  his 
agency  that  reported  the  climate  change  management  efforts  of  12  cities  including  San 
Francisco,  applauded  the  SFPUC's  taking  a  leadership  role  in  addressing  this  issue  and 
Suggested  that  this  report  might  offer  other  ideas  that  might  be  useful  in  this  effort.  Mr 
Nelson  noted  that  this  research  was  essential  in  understanding  the  new  circumstances 
facing  water  managers  by  both  adopting  a  no  regrets  strategy  as  well  as  continue  to 
refine  tools  to  better  understand  how  to  manage  their  systems  in  the  face  of  these 
changes. 

Vice  President  Torres  noted  a  remarkably  clear  photograph  of  Los  Angeles  in  the  report. 
President  Moran  asked  that  a  web  link  to  this  report  be  provided  so  it  could  be  included  in 
the  minutes. 

10.  Workshop  and  Discussion 

(Discussion  will  be  limited  to  30  minutes  or  such  other  duration  set  by  the 
Commission) 

A  workshop  discussion  and  update  presentation  on 

Repair  &  Replacement  Goals  (Agency-wide)  .  {Carl in) 

Deputy  General  Manager  Michael  Carlin  presented  a  detailed  overview  of  the  ongoing 
work  in  determining  the  Agency  wide  repair  and  replacement  goals. 

Commission  discussion 
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In  response  to  questions  by  Vice  President  Torres,  IVIr  Carlin  outlined  details  of  how  the 
expanded  new  spot  repair  program  would  be  operated  and  reported  that  indeed  the  brick 
sewers  were  holding  up  better  than  had  been  expected.  .  In  response  to  questions  by 
Commissioner  Courtney  as  to  how  the  SFPUC's  work  was  to  be  coordinated  with  the 
work  funded  by  Proposition  B's  $248  million  Street  Repairs  Bond  approved  by  the  voters 
in  November,  Mr  Harrington  and  Mr.  Carlin  then  discussed  the  ongoing  effort  to  take 
advantage  of  cost  and  time  savings  realized  by  jointly  planning  for  these  repairs  in 
conjunction  with  identified  repair  and  replacement  targets  of  our  own.  In  response  to  a 
follow  up  question  as  to  who  decides  what  is  done,  Mr  Harrington  explained  there  was  a 
established  city  process  for  us  to  coordinate  to  save  money  and  that  there  would  be 
many  options  available  to  us  to  take  advantage  of  the  availability  of  these  funds  to  stretch 
the  our  repair  and  replacement  budget.  Mr  Harrington  noted  that  many  additional  details 
concerning  these  matters  would  be  address  at  the  January  12'^  Budget  workshop. 
Commissioner  Caen  observed  that  it  was  a  longstanding  Commission  policy  to 
coordinate  these  kinds  of  activities  whenever  feasible.  In  response  to  additional 
questions  by  Commissioner  Courtney  Mr  Harrington  briefly  discussed  ways  that  we  might 
catch  up  and  bring  the  repair  and  replacement  cycle  to  a  place  where  we  wanted  it  to  be 
Mr  Harrington  pointed  out  the  difficult  answer  to  the  question  of  what  balance  between 
identified  needs  and  available  funds  remained  to  be  determined. 

Wrapping  up,  President  Moran  pointed  out  that  as  the  system  had  been  built  piecemeal 
that  it  remained  up  to  us  to  now  determine  the  rate  that  we  could  justify  and  financially 
sustain  to  get  the  entire  system  into  a  state  of  good  repair  as  soon  as  was  doable. 


1 1 .  Discussion  and  possible  action  to  approve  either  Pedestrian  Lighting  Policy  #1,  #2 
or  #3,  and  authorize  the  General  Manager  of  the  San  Francisco  Public  Utilities 
Commission  (SFPUC)  to  implement  the  Pedestrian  Lighting  Policy.  {Hale) 
Reso  1 2-0005 

AGM  for  Power  Barbara  Hale  presented  a  detailed  overview  of  the  reasons  for  the 
Commission  to  act  at  this  time  citing  as  a  timely  need  for  direction  on  this  topic  the 
ongoing  Better  Streets  Program  by  the  Department  of  Public  Works  to  decide  if  the 
SFPUC  should  assume  both  responsibility  for  and  a  degree  of  authority  over  pedestrian 
Lighting  in  San  Francisco  or  determine  not  to  do  so.  AGM  Hale  then  outlined  the  various 
sorts  of  lighting  involved  and  suggested  why  this  might  be  a  good  idea. 

Public  comment 

No  comments  were  offered 

Commission  discussion 

After  questions  by  President  Moran  and  Commissioner  Vietor  and  further  discussion  of 
the  reasons  why  this  needed  to  de  addressed  now  and  the  staffs  rationale  for 
recommending  that  the  SFPUC  assume  this  role;  the  Commissioners  agreed  it  would  be 
best  to  adopt  Policy  Recommendation  #1  as  this  provided  both  the  responsibility  as  well 
as  authority  needed  to  most  efficiently  manage  these  pedestrian  lights. 
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Motion  to  approve  Pedestrian  Liglnting  Policy  #1  by  Commissioner  Vietor,  2  By 
Commissioner  Caen  Passed  5-0  AYE  (IVIoran,  Torres,  Caen,  Vietor,  Courtney) 
unanimously 

CLOSED  SESSION 


12.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 
No  comments  were  offered  on  any  closed  session  items. 

13.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

Motion  to  assert  the  attorney-client  privilege  by  Commissioner  Courtney,  2"^  By 
Commissioner  Caen  Passed  5-0  AYE  (Moran,  Torres,  Caen,  Vietor,  Courtney) 
unanimously 

The  Commissioners  retired  into  closed  session  at  3:10p.m. 

(Present  in  closed  session  were:  President  Moran,  Vice  President  Torres,  Commissioner 
Caen,  Commission  Vietor,  Commissioner  Courtney,  General  Manager  Harrington, 
Deputy  General  Manager  Carlin,  Chief  Financial  Officer  &  Assistant  General  Manager  for 
Business  Services  Todd  Rydstrom,  Deputy  City  Attorney  Noreen  Ambrose,  and 
Commission  Secretary  Housh) 

THE  PUBLIC  UTILITIES  COMMISSION  WILL  GO  INTO  CLOSED  SESSION  TO 
DISCUSS  THE  FOLLOWING  ITEMS: 

14.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  Section  67.10(a).  {Ambrose) 

Consultation  with:  Agency  Chief  of  Security  concerning  security  of  S.F.P.U.C.  Water 
and  Power  Systems. 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

{Rothschild) 

Existing  Litigation:  As  Defendant 
James  Murray  v  City  &  County  of  San  Francisco 
City  Attorney  File  No  1 1  -02471 ,  Filed  November  21 .  201 1 
Reso  1 2-0006 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 


Page  9 


SFPUC  January  10,  2012 


{Rothschild) 

Existing  Litigation:  As  Defendant 

Pacific  States  Environmental  Contractors,  Inc.  v  City  &  County  of  San  Francisco 
SF  Superior  Court  No  GCG-1 0-501 403,  Filed  October  31 ,  201 1 
Reso  12-0007 

Commissioer  Caen  left  the  meeting  during  the  closed  session. 

FOLLOWING  THE  CLOSED  SESSION,  THE  PUBLIC  UTILITIES  COMMISSION  WILL 
RECONVENE  IN  OPEN  SESSION. 

The  Commissioners  returned  to  Open  Session  at  3:22  p.m. 

1 7.  Announcement  following  Closed  Session. 

President  Moran  announced  no  action  on  Agenda  item  #14  and  that  Agenda  Items  #15 
and  #16  were  settled. 

18.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Not  to  disclose  by  Commissioner  Courtney,  2"*^  By  Commissioner  Vietor  Passed  4-0  AYE 
(Moran,  Torres,  Caen,  Vietor,  Courtney)  unanimously 

19.  Other  New  Business 

No  new  business  items  were  proposed 

There  being  no  further  business  President  Moran  adjourned  the  meeting  at  3:23p.m. 
ADJOURNMENT 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.         1 2-000 1 


WHEREAS,  the  Power  Enteiprise  experienced  burglaries  on  September  1  and  September 
2,  2011  that  resulted  in  roughly  $3,000  of  damage  to  a  SFPUC  truck  and  the  loss  of 
approximately  $25,000  in  tools,  equipment  and  supplies;  and 

WIIEREAS,  The  General  Manager  of  the  San  Francisco  Public  Utilities  Commission, 
declared  the  existence  of  an  emergency  and  approved  work  to  install  a  security  system  at  639 
Bryant  Street,  by  a  letter  dated  September  6,  2011,  and  approved  by  the  President  of  the 
Commission;  and 

WHEREAS,  Human  Rights  Commission  (HRC)  granted  an  emergency  waiver  of  the 
subcontracting  goals  pursuant  to  Chapter  14.A.12.2  of  the  San  Francisco  Administrative  Code; 
and 

WHEREAS,  Under  the  delegation  agreement  between  the  San  Francisco  Planning 
Department  and  the  SFPUC,  the  Bureau  of  Environmental  Management  has  determined  work  to 
be  completed  under  the  proposed  Utility  Services  Division  639  Bryant  Street  Security 
Improvements  does  not  constitute  a  "project"  as  detlned  by  Section  15378  of  the  California 
Environmental  Quality  Act  Guidelines  because  the  proposed  Security  Improvements  would  not 
result  in  a  direct  physical  change  in  the  environment;  and 

WHEREAS,  Approval  of  an  emergency  contract  for  these  improvements  would  be  in 
accordance  with  the  provisions  of  Chapter  6,  Article  IV,  Section  6.60(D)  of  the  Administrative 
Code  of  the  City  and  County  of  San  Francisco  and  established  SFPUC  procedures;  and 

WHEREAS,  Funds  are  available  from  Utility  Services'  Operating  Budget,  Index  code 
326120;  and 

WHEREAS,  Construction  on  Contract  No.  PW-004(E),  by  the  contractor,  G4S 
Teclmology  Limited  Partnership,  has  not  yet  commenced;  and 

WHEREAS,  The  contract  amount  is  for  $1 15,600;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies  the  Declaration  of  Emergency  made 
by  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission,  dated  September  6, 
2011  and  approved  by  the  President  of  the  Commission,  and  hereby  approves  Power  Enteiprise 
Contract  No.  PW-004E,  Emergency  Ratification,  639  Bryant  Security  Improvements,  to  ensure 
secure  tools,  vehicles  and  equipment  necessary  to  maintain  citywide  power  and  street  lighting 
infrastructure  by  G4S  Technology  Limited  Partnership,  in  the  amount  of  $11 5,600. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of   /     Ji)nua.cv  iq,  2012 


Secretary,  Public 


utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.        1 2-0002 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  and  Department  of  Public  Works  (DPW)  Pavement  Renovation  Program- 
funded  Contract  No,  WW-504,  Sunset  District  Sewer  Replacement  and  Pavement  Renovation 
was  advertised  on  October  30,  201 1 ;  and 

WHEREAS,  The  Engineer's  Estimate  is  $2,980,990  for  this  construction  contract  work  to 
replace  the  existing  sewers  and  street  pavement  from  curb  to  curb  on  various  streets  in  the  Sunset 
District  of  the  City  and  County  of  San  Francisco;  and 

WHEREAS,  riie  contract  duration  is  250  consecutive  calendar  days;  and 

WHEREAS,  On  December  2,  201 1,  under  the  delegation  agreement  between  tlie  San 
Francisco  Planning  Department  and  the  SFPUC,  the  Sunset  District  Sewer  Replacement  and 
Pavement  Renovation  project  was  determined  to  be  statutorily  excluded  under  California 
Environmental  Quality  Act  (CEQA)  Section  15282(k)  and  Public  Resources  Code  Section 
21080.21;  and 

WHEREAS,  Seven  (7)  bids  were  received  and  opened  publicly  on  December  1,  2011; 

and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Human 
Rights  Commission  (HRC)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Precision  Engineering  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  18%  Local  Business  Enterprise  (LBB) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  fum  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failui-e  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  PUC  Project  No  CWWRNRCSI3, 
Sunset  District  Sewer  Replacement  and  DPW  Project  No.  CPWTRNSR6A38,  Sunset  District 
Pavement  Renovation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Wastewater  Enterprise  (WAVE),  Renewal  and  Replacement  (R&R)  Program-funded  and 
Department  of  Public  Works  (DPW)  Pavement  Renovation  Program-funded  Contract  No. 
WW-504,  Sunset  District  Sewer  Replacement  and  Pavement  Renovation,  to  replace  the  existing 
sewers  and  street  pavement  on  various  streets  in  the  Sunset  District  of  San  Francisco,  in  the 
amount  of  $2,608,085,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Precision 
Engineering. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  10,  2012  

/ 

 \P  ^  .  

Secretary^  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0003 


WHEREAS,  On  December  11,  2007,  this  Commission  awarded  Agreement  Nos.  CS- 
880A-C,  Engineering  Third  Party  Review  Services,  and  authorized  the  General  Manager  of  the 
San  F  rancisco  Public  Utilities  Commission  to  negotiate  and  execute  professional  services 
agreements,  in  the  amount  of  $3  million  each,  and  with  a  term  of  4  years,  concluding  on  March 
14,  2012,  with  Camp  Dresser  &  McKee  Inc.  (CS-880A),  CH2M  Hill  (CS-880B),  and  MWH 
Americas  Inc.  (CS-880C),  respectively;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  in  order  to  complete  reviews  of 
projects  still  in  the  planning  and/or  design  phases,  extending  each  agreement  term  by  2  years,  to 
March  14,  2014;  and 

WHEREAS,  A  Human  Rights  Commission  (HRC)  LBE  sub-consulting  goal  of  12% 
participation  has  been  established  and  approved  for  these  contracts;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  various  individual  WSIP  and 
non-WSIP  projects;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Water 
Enterprise,  Water  System  Improvement  Program-fiinded  Agreement  Nos.  CS-880A-C, 
Engineering  Third  Party  Review  Services  with  Camp  Dresser  &  McKee  Inc.  (CS-880A),  CH2M 
Hill  (CS-880B),  and  MWH  Americas  Inc.  (CS-880C),  respectively,  to  complete  engineering 
third  party  review  services,  and  authorizes  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  to  execute  these  amendments,  extending  each  agreement  dm-ation  by  2 
years  for  a  total  agreement  duration  of  6  years. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of_   January  10,  2012  



Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0004 


WHEREAS,  On  March  10,  2009,  this  Commission  approved  the  selection  of  VSI  Meter 
Sei-vices,  Inc.  ("VSI")  to  provide  specialized  procurement  and  implementation  of  an  Advanced 
Meter  Infrastructure  System,  and  authorized  the  General  Manager  of  the  San  Francisco  Pubhc 
Utilities  Commission  to  negotiate  an  agreement  with  VSI,  for  a  maximum  amount  of 
$62,822,980,  or,  in  the  event  negotiations  were  not  successful  or  City  requirements  were  not 
satisfied,  to  negotiate  an  agreement  with  the  next  highest-ranked  proposer;  and  witli  an 
anticipated  agreement  duration  of  30  months,  concluding  in  January  2012,  with  Grid  One 
Solutions  (formerly  VSI  Meter  Services);  and 

WHEREAS,  On  November  3,  2009,  by  Ordinance  No.  236-09.  the  Board  of  Supervisors 
approved  and  authorized  the  General  Manager  to  execute  Water  Enterprise  Agreement  No.  CS- 
936,  Agreement  for  Procurement,  Installation  and  Implementation  of  Advanced  Meter 
Infrastructure  System  (the  "Agreement"),  with  VSI,  for  an  amount  not  to  exceed  $62,822,980; 
and 

WHEREAS,  On  January  II,  2010,  the  Purchaser  awarded  the  CS-936A  Agreement  to 
VSI  for  $62,531,370  (in  addition  to  related  agreements  CS-936B,  CS-936C,  and  CS-936D  for 
software  services  totaling  the  CS-936  NTE  $62,822,980);  and 

WHEREAS,  The  original  duration  for  the  Turnkey  Installation  Period  as  set  forth  in  the 
Agreement  was  871  days;  and 

WHEREAS,  On  August  25,  2011,  the  parties  executed  a  change  of  name  agreement, 
which  amended  the  Agreement  by  changing  VSI's  name  to  Grid  One  Solutions;  and 

WHEREAS,  A  non-compensable  time  extension  of  the  Turnkey  Installation  Period  is 
being  requested  due  to  delays  in  initiating  the  meter  exchange  work,  lower  Contractor  production 
rates  as  a  result  of  unanticipated  field  conditions  encountered  in  Work  Phase  I,  increased  audit 
requirements,  and  an  equipment  change  for  work  Phase  II,  extending  the  Turnkey  Installation 
Period  by  3 19  days  to  February  24,  2013;  and 

WHEREAS,  Due  to  the  nature  of  the  work  being  performed  under  this  Agreement,  the 
San  Francisco  Human  Rights  Commission  (HRC)  did  not  establish  a  subconsulting  goal  for  this 
project;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  CUW68601  - 
Advanced  Metering  Infrastructure;  now,  therefore,  be  it 


Agreement:  CS-936A,  Procurement,  Installation,  and  Implementation  of  Advanced  Meter  Infrastructure  System 
Commrssion  Meeting  Date:  January  10,  2012 


RESOLVED,  That  this  Commission  hereby  approves  a  non-compensable  time  extension 
of  the  Turnkey  Installation  Period  under  Water  Enteiprise-funded  Agreement  No.  CS-936A, 
Procurement,  Installation,  and  Implementation  of  Advanced  Meter  Infrastructure  System,  with 
Grid  One  Solutions,  of  319  days,  for  a  total  Turnkey  Installation  Period  duration  of  1,140  days, 
and  authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute 
a  contract  modification  incorporating  such  an  extension. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  10,  2012 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  1 2-0005 


Pedestrian  Lighting  Policy 

WHEREAS,  the  San  Francisco  Better  Streets  Plan  creates  a  comprehensive  guide  to  the 
design  and  management  of  the  pedestrian  realm  of  our  City's  streets,  including  detailed 
guidelines  for  street  types,  sidewalk  widths  and  zones,  overall  streetscape  layout,  and  design 
guidelines  for  specific  streetscape  elements  including  stormwater  treatment  controls  and  street 
lighting  in  the  right  of  way;  and 

WHEREAS,  San  Francisco  Better  Streets  Plan  contains  specific  policies  to  encourage 
street  design  to  maximize  personal  security,  and  to  ensure  adequate  light  levels  and  quaUty  for 
pedestrians  and  other  sidewalk  users  via  the  installation  of  adequate  pedestrian  scale  lighting; 
and 

WHEREAS,  the  SFPUC  has  been  a  fiill  partner  in  tlie  City's  efforts  to  improve  the  design 
and  delivery  of  street  improvements,  including  the  development  of  the  San  Francisco  Better 
Streets  Plan,  involving  contributions  to  and  multiple  reviews  of  all  plan  content;  and 

WHEREAS,  Charter  Section  8B.121  provides  that  the  Public  Utilities  Commission  has 
"exclusive  charge  of  the  construction,  management,  supervision,  maintenance,  extension, 
expansion,  operation,  use  and  control  of  all  water,  clean  water  and  energy  supplies  and  utilities 
ofthe  City";  and 

WHEREAS,  under  City  Administrative  Code,  Section  25.6,  the  Public  Utihties 
Commission  has  the  authority  to  detemiine  the  intensity  of  illumination,  number  and  spacing  of 
lightmg  faciliries  and  other  details  necessary  to  secure  satisfactory  street  lighting;  and 

WHEREAS,  San  Francisco  Public  Works  Code  Section  900  defines  "street"  as  a  public 
area,  between  property  lines,  of  any  avenues,  highways,  boulevards,  lanes,  roads,  parkways, 
freeways,  alleys,  crossings  or  intersections,  and  courts  or  other  public  ways;  and 

WHEREAS,  for  the  purpose  of  this  policy,  pedestrian  lights  are  defined  as  t>'pical!y  pole- 
mounted  Fixtures,  located  along  "streets"  as  defined  in  the  Public  Works  Code  that  primarily 
function  to  illuminate  pedestrian  environments;  and 

WHEREAS,  any  pole  mounted  lighting  Fixture,  less  than  18  feet  tall,  that  is  part  of  a 
secondary  lighting  system  used  to  supplement  street  lighting  levels,  shall  be  considered  a 
pedestrian  light;  and 

WHEREAS,  the  SFPUC  is  currently  developing  a  street  light  and  pedestrian  light 
catalog,  which  aims  to  control  the  aesthetics,  light  quality  and  color,  long-tenn  maintenance,  and 


energy  efticiency  of  future  street  light  and  pedestrian  light  fixtures,  by  defining  a  standard  palette 
of  street  and  pedestrian  lights;  and 

WHEREAS,  the  San  Francisco  Public  Works  Code,  Section  941  requires  the  cost  of 
underground  wired  facilities  for  street  lighting  to  be  borne  by  the  person,  firm  or  corporation 
paying  for  the  grading,  paving,  sidewalks  and  other  street  construction;  and 

WHEREAS,  the  SFPUC  currently  owns,  operates,  and  maintains  approximately  25,500 
street  lights  in  San  Francisco;  of  which  398  are  considered  pedestrian  lights;  and 

WHEREAS,  the  quantity  of  pedestrian  lights  that  will  be  installed  in  the  future  is 
unknown,  as  is  tlie  quantity  of  existing  City  owned  pedestrian  lights  maintained  by  other  Cit>' 
departments,  iind  therefore  the  future  cost  to  operate  and  maintain  all  pedestrian  lights  that  could 
be  subject  to  this  Policy  is  unknown;  now,  therefore,  be  it 

RESOLVED,  that  the  SFPUC  hereby  adopts  the  following  SFPUC  Pedestrian  Lighting 

Policy: 

SFPUC  Power  will  accept  ownership  and  operations  and  maintenance  (O  &  M)  responsibility  for 
pedestrian  lights  installed  after  the  Pedestrian  Lighting  Policy  is  adopted  by  the  SFPUC 
Coimnission,  provided  that  the  pedestrian  light  installation  adheres  to  the  following 
requirements: 

1 .  The  pedestrian  lights  must  be  located  along  a  "street"  as  defined  in  the  San  Francisco 
Public  Works  Code,  Article  1 8.  Pedestrian  lights  in  parks,  playgrounds,  plazas,  and 
parking  lots  are  excluded  firom  this  policy; 

2.  The  pedestrian  lights  must  be  pole  mounted; 

3.  The  pedestrian  lights  must  be  selected  from  the  SFPUC  Power's  Street  and  Pedestrian 
Light  Catalog; 

4.  Pedestrian  lights  must  be  installed  using  SFPUC  Power  standards  for  wire,  conduit,  and 
pull  boxes; 

5.  SFPUC  Power  must  review  and  approve  the  street  lighting  design  where  pedestrian  lights 
are  proposed; 

6.  SFPUC  Power  must  approve  the  field  installation  of  the  pedestrian  lights;  and 

7.  The  SFPUC  must  identify  and  procure  or  specify  the  most  energy  efficient  product  as 
practical  and  will  explore  and  integrate  the  cost  and  efficacy  of  renewably-charged 
lighting  as  the  technologies  become  available. 


Furthermore,  the  SFPUC  will  consider  accepting  the  following  two  (2)  pedestrian  light  projects 
that  commenced  prior  to  the  adoption  of  this  Policy: 


1 .  Fillmore  Jazz  District;  after  SFPUC  requested  changes  are  implemented;  and 

2.  Rincon  Hill. 


J  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  10,  2012  


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 

SAN  Francisco  Public  utilities  Commission 

City  and  County  of  San  Francisco 

Edwin  M.  Lee 

MAYOR 

AGENDA 
SPECIAL  MEETING 
(Noticed  December  22,  201 1) 
Thursday,  January  12,  2012 
10:00  AM 
1155  Market  Street,  Room  402 
NOTE  DIFFERENT  DAY/TIME/LOCATION 
THAN  REGULAR  MEETING 

Commissioners 

Anson  B.  Moran,  President 

Art  Torres,  Vice  President 
Ann  Moller  Caen,  Commissioner 
Francesca  Victor,  Commissioner 
Vince  Courtney,  Commissioner 

Departments  and  Enterprises 

Water  Enterprise 
Wastewater  Enterprise 
Power  Enterprise 

Infrastructure 
Business  Services 
External  Affairs 


Ed  Harrington 

General  Manager 

Michael  Housh 

Secretary 


For  information,  contact  ttie  Commission  Secretary  at  554-31 65. 
Minutes  and  ottier  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org. 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  402,  1 155  Market  Street,  San 
Francisco,  CA.  The  Commission  meeting  room  is  wheelchair  accessible.  The  closest  accessible 
BART  station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible 
MUNI  lines  serving  this  location  are:  #47  Van  Ness,  and  #7 1  Haight/Noriega  and  the  F  Line  to 
Market  and  S"'  Streets  and  the  Metro  Stations  at  Van  Ness  and  Market  and  at  Civic  Center.  For 
information  about  MUNI  accessible  services  call  (415)  923-6142.  There  is  accessible  curbside 
parking  adjacent  to  1 155  Market  Street  on  8*  Street  and  on  Grove  Street  and  Fulton  Street  in  the 
vicinity  of  the  Main  Public  Library  and  the  Asian  Art  Museum 

11 55  Market  Street  is  accessible  to  persons  using  wheelchairs  and  other  disabilities.  The  Market 
entrance  is  accessible  directly  from  the  street.  Assistive  listening  devices  are  available.  Materials 
in  alternative  formats,  American  Sign  Language  interpreters,  and  other  accommodations  will  be 
made  available  upon  request.  Please  contact  Michael  Housh,  Commission  Secretary,  at  (415) 
554-3165  or  by  Email  mhoush@sfwater.org  to  make  arrangements  for  any  of  these  services. 
Providing  at  least  48  hours  notice  prior  to  the  meeting  will  help  to  ensure  availability.  In  order  to 
assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded 
that  other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under 
the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance 
Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102- 
4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfgov.org.  Copies 
of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  www.sfgov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the 
meeting  room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other 
similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative 
action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  & 
Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more 
information  about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission 
at  30  Van  Ness  Avenue,  Suite  3900,  San  Francisco,  CA  94102;  telephone  (415)  581-2300;  fax 
(415)  581-2317;  web  site  at  www.sfgov.org/ethics  


SFPUC  January  12,  2012  Budget  Workshop 


1.  Call  to  Order 


2.  Roll  Call 


PUBLIC  HEARING 

3.  Public  Hearing  to  consider,  and  possible  action  on  budget  proposals  for  the  Operating  and 
Capital  Budgets  and  associated  10- Year  Financial  and  Capital  Plans  for  the  enterprises  and 
bureaus  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  for  Fiscal 
Year  2012-13  and  FY  2013-14.  (Persons  who  are  unable  to  attend  the  public  hearings  may  submit  to  the 
City,  by  the  time  the  proceedings  begin,  written  comments  regarding  the  subject  of  the  hearing.  These 
comments  will  be  brought  to  the  attention  of  the  Commission  and  will  become  a  part  of  the  official  public 
record.  Written  comments  can  be  sent  to  the  Commission  Secretary,  San  Francisco  Public  Utilities  Commission, 
1 155  Market  Street,  1 1th  Floor,  San  Francisco,  California,  94103).  (Rydstrom) 

a.        Consider,  and  take  action  on  the  proposed  Operating  and  Capital  Budgets  and  associated 
10- Year  Financial  and  Capital  Plans  for  the  enterprises  and  bureaus  of  the  Public  Utilities 
Commission  for  Fiscal  Year  2012-13  and  FY  2013-14,  (focusing  on  the  Water  and 
Wastewater  Enterprises). 


4.  Consider  Motion  to  continue  this  agenda  item  to  a  special  meeting  noticed  for 
Thursday,  January  26,  2012,  for  further  hearings  and  possible  action. 


ADJOURNMENT 


SFPUC  January  12,  2012  Budget  Workshop 


City  and  County  of  San  Francisco 
Public  Utilities  Commission 
1 155  Market  Street,  1 1th  Floor 
San  Francisco,  CA  94103 


NOTICE 

The  Special  FY  2012-13  and  FY  2013-14  SFPUC  Commission  Budget  Workshops  at  1155 
Market  Street,  Room  402  are  scheduled  for  10:30  a.m.  on  Thursdays:  January  12"*; 
January  19"*;  January  26"';  and  February  2,  2012 


SFPUC  January  12,  2012  Budget  Workshop 


San  Francisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 

SAN  Francisco  pubuc  utiuties  commission 

City  and  County  of  San  Francisco 

Edwin  M.  Lee 

MAYOR 

MINUTES 

(Approved  February  14, 2012) 

SPECIAL  MEETING 
(Noticed  December  22,  201 1) 
Thursday,  January  12, 2012 
10:00  AM 
1155  Market  Street,  Room  402 
NOTE  DIFFERENT  DAY/TIME/LOCATION 
THAN  REGULAR  MEETING 

Commissioners 

Anson  B.  Moran,  President 

Art  Torres,  Vice  President 
Ann  MoUer  Caen,  Commissioner 
Francesca  Vietor,  Commissioner 
Vince  Courtney,  Commissioner 

Departments  and  Enterprises 

Water  Enterprise 
Wastewater  Enterprise 
Power  Enterprise 

Infrastructure 
Business  Services 
External  Affairs 


Ed  Harrington 

General  Manager 

Michael  Housh 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www/.sfwater.org. 


1.  Call  to  Order 

Commissioner  Ann  Moller  Caen,  Chair  for  the  FY  2012-13  &  FY  2013-14  Budget  Workshops 
called  the  meeting  to  order  at  10:05  a.m. 


2.  Roll  Call 

Present  were:  President  Moran,  Commissioner  Caen,  Commissioner  Vietor,  and  Commissioner 
Courtney.  Vice  President  Torres  was  excused  attendance. 

PUBLIC  HEARING 

3.  Public  Hearing  to  consider,  and  possible  action  on  budget  proposals  for  the  Operating  and 
Capital  Budgets  and  associated  10- Year  Financial  and  Capital  Plans  for  the  enterprises  and 
bureaus  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  for  Fiscal 

Year  20 1 2- 1 3  and  FY  20 1 3- 1 4.  (Persons  who  are  unable  to  attend  the  public  hearings  may  submit  to  the 
City,  by  the  time  the  proceedings  begin,  written  comments  regarding  the  subject  of  the  hearing.  These 
comments  will  be  brought  to  the  attention  of  the  Commission  and  will  become  a  part  of  the  official  public 
record.  Written  comments  can  be  sent  to  the  Commission  Secretary,  San  Francisco  Public  Utilities  Commission, 
1 155  Market  Street,  1 1th  Floor,  San  Francisco,  California,  94103).  (Rydstrom) 

a.        Consider,  and  take  action  on  the  proposed  Operating  and  Capital  Budgets  and  associated 
10- Year  Financial  and  Capital  Plans  for  the  enterprises  and  bureaus  of  the  Public  Utilities 
Commission  for  Fiscal  Year  2012-13  and  FY  2013-14,  (focusing  on  the  Water  and 
Wastewater  Enterprises). 

General  Manager  Harrington  began  the  budget  workshop  discussions  with  a  general  overview  of 
big  picture  of  the  noting  that  the  principle  drivers  of  change  were  due  to  major  infrastructure 
projects  and  pointed  out  that  the  operating  budgets  remained  relatively  flat  with  only  very 
minimal  personnel  additions. 

Then  Budget  Director  Carlos  Jacobo  presented  a  detailed  overview  of  each  of  the  tabbed 
Enterprise  budget  proposals  in  the  proposed  Operating  and  Capital  Budgets  and  associated  10- 
Year  Financial  and  Capital  Plans  proposals  followed  by  individual  presentations  of  the  Water 
Enterprise  Budget  by  AGM  Ritchie  and  the  Wastewater  Enterprise  Budget  by  AGM  Moala. 

There  followed  and  extensive  discussion  among  the  Commissioner  of  each  of  the  enterprise's 
presentations  followed  by  questions  and  responses  from  the  Commissioners. 

Commissioner  Courtney  left  the  meeting  at  10:47  a.m. 
Commissioner  Courtney  rejoined  the  meeting  at  1 1:30  a.m. 

Concluding  this  segment.  President  Moran  observed  that  the  key  issue  that  had  to  be  addressed 
was  in  finding  a  reasoned  balance  of  rates  against  identified  infrastructure  needs  given  that  the 
operating  side  of  the  proposed  enterprise  budgets  was  remaining  largely  flat. 
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Public  comment 


Mr  Peter  Drekmeier,  Tuolumne  River  Trust,  found  the  presentations  informative  and  reiterated 
his  organization's  concerns  with  any  proposal,  such  as  the  acquisition  of  additional  water  supply 
from  the  Irrigation  Districts,  as  problematic  both  from  the  point  of  view  of  the  sizable 
commitment  to  an  annual  expenditure  for  the  proposed  water  purchases  and  the  long-term  the 
health  of  the  river. 

Mr.  David  Pilpel,  SFPUC  CAC,  expressed  strong  support  for  increased  inspection  and  more 
repair  and  replacement  activities.  Then  Mr  Pilpel  called  attention  to  areas  where  he  found  the 
budget  detail  in  the  binders  difficult  to  follow,  and  specifically  urged  that  the  Commissioners  be 
mindful  of  the  problem  with  "position  creep"  when  backfilling  staffing  changes  to  avoid  a  "brain 
drain"  from  other  less  well  funded  department  to  the  SFPUC.  Additionally,  Mr  Pilpel  expressed 
concerns  with  the  longer  term  questions  about  water  consumption,  suggestion  to  low  point  per 
capita  may  not  yet  have  been  reached.  Wrapping  up,  Mr.  Pilpel  also  requested  more  details 
concerning  related  long-term  Wastewater  trends  and  what  were  any  goals  that  were  identified. 

The  Commission  took  a  brief  recess  at  1 1 :59  p.m. 
Commissioner  Victor  left  the  meeting  during  the  recess. 
The  Commission  returned  to  session  at  12:25  p.m. 

Following  the  break  the  workshop  discussions  resumed  with  additional  presentations  by  AGM 
Ritchie  followed  by  an  extensive  discussion  among  the  Commissioners  as  how  to  best  to  address 
the  needs  of  the  various  regional  facilities. 

AGM  Moala  then  further  discussed  Wastewater  Enterprise  Operations  and  provided  additional 
detail  of  the  watershed  management  plans  in  preparation  for  each  of  the  City's  eight  basins  and 
how  this  related  to  ongoing  infrastructure  activities  followed  by  an  extensive  discussion  among 
the  Commissioners  of  how  these  various  activities  could  be  achieved  within  the  proposed 
limitations  identified  in  the  budgets.  The  Commissioners  also  discussed  the  issues  raised  in  CFO 
&  AGM  for  Business  Services  Rydstrom  and  Mr  Perl's  presentation  of  available  options  to 
remain  within  the  5  year  rates  and  avoid  "rates  shock"  related  rates  adjustments.  Mr  Rydstrom 
explained  this  situation  was  related  to  both  the  continuing  declines  in  water  consumption  and 
related  revenue  issues  and  identified  capital  needs  and  was  being  explored  in  planning  for  the 
next  iteration  of  rates  now  upcoming. 

Public  comment 

Mr.  David  Pilpel  SFPUC,  CAC,  asked  about  ways  for  the  agency  to  reduce  chemical  costs  noting 
that  money  spent  to  install  grease  removal  devices  would  cut  the  need  for  chemical  benefiting 
both  financially  and  environmentally.  Also  Mr  Pilpel  expressed  support  for  improvements  of  the 
regional  facilities.  Turning  to  staffing  related  questions,  Mr  Pilpel  suggested  that  the  current 
practice  by  the  City  in  furloughing  employees  was  unwise  and  should  be  discontinued  if 
possible.  Mr  Pilpel  pointed  to  ongoing  discussions  by  the  Mayor  and  the  Board  of  Supervisors 
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seeking  to  address  budget  shortfalls  and  urged  that  any  savings  be  kept  in  reserve  and  reinvested 
in  staff. 


Commission  discussion 

Commissioner  Caen  observed  that  an  element  of  this  were  the  lingering  after-effects  of  the 
imposed  rates  freeze.  Mr  Harrington  noted  that  he  would  bring  back  a  review  of  Mr  Pilpel's 
questions  concerning  educing  chemical  use  and  noted  that  negotiations  were  ongoing  concerning 
the  furlough  question  but  that  it  was  important  that  our  ratepayers  also  understand  these  issues 
and  why  this  was  not  a  good  practice. 

4.  Consider  Motion  to  continue  this  agenda  item  to  a  the  regular  meeting  scheduled  for 
Tuesday,  January  24,  2012  for  further  hearings  and  possible  action. 

Motion  by  President  Moran,  seconded  by  Commissioner  Courtney  continue  this  agenda  item  to  a 
the  regular  meeting  scheduled  for  noon  on  Tuesday,  January  24,  2012  Passed  3-0  Aye  (Moran, 
Caen,  Courtney)  unanimously 

There  being  no  further  business  the  meeting  was  adjourned  by  Budget  Workshop  Chair  Caen  at 
1:03  p.m. 

ADJOURNMENT 
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Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moller  Caen,  Commissioner 
Francesca  Victor,  Commissioner 
Vince  Courtney,  Commissioner 

Departments  and  Enterprises 

Water  Enterprise 
Wastewater  Enterprise 
Power  Enterprise 

Infrastructure 
Business  Services 
External  Affairs 


Ed  Harrington 

General  Manager 

Michael  Housh 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  wvvw.sfwater.org. 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  City  Hall,  1  Dr.  Carlton  B.  Goodlett 
Place,  San  Francisco,  CA.  The  Commission  meeting  room  is  wheelchair  accessible.  The  closest  accessible 
BART  station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI 
lines  serving  this  location  are:  #47  Van  Ness,  and  #71  Haight/Noriega  and  the  F  Line  to  Market  and  Van 
Ness  and  the  Metro  Stations  at  Van  Ness  and  Market  and  at  Civic  Center.  For  information  about  MUNI 
accessible  services  call  (415)  923-6142.  There  is  accessible  curbside  parking  adjacent  to  City  Hall  on 
Grove  Street  and  Van  Ness  Avenue  and  in  the  vicinity  of  the  Veterans  Building  at  401  Van  Ness  Avenue 
adjacent  to  Davies  Hall  and  the  War  Memorial  Complex. 

City  Hall  is  accessible  to  persons  using  wheelchairs  and  other  disabilities.  The  Polk  Street/  Carlton  B. 
Goodlett  entrance  is  accessible  via  a  ramp  and  a  wheelchair  lift.  The  other  three  entrances  are  accessible 
via  ramps.    Assistive  listening  devices  are  available  and  meetings  are  open  captioned  in  the  hearing  room 
and  closed  captioned  on  SFGTV  .Materials  in  alternative  formats,  American  Sign  Language  interpreters, 
and  other  accommodations  will  be  made  available  upon  request.  Please  contact  Michael  Housh, 
Commission  Secretary,  at  (415)  554-3165  or  by  Email  mhoushfoisfwater.org  to  make  arrangements  for  any 
of  these  services.  Providing  at  least  48  hours  notice  prior  to  the  meeting  will  help  to  ensure  availability. 

In  order  to  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other 
attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City  accommodate  these 
individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to 
the  people's  review.  For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a 
violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton 
B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554- 
7854;  E-mail:  sotf(5).sfgov.org.  Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the 
Sunshine  Task  Force,  the  San  Francisco  Public  Library  and  on  the  City's  website  at  www.sfgov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  mfluence  or  attempt  to  influence  local  legislative  or  administrative  action  may 
be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct  Code 
§2. 100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist  Ordinance, 
please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite  220,  San  Francisco,  CA 
94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at  www.sfgov.org/ethics. 


ORDER  OF  BUSINESS: 


1.     Call  to  Order 


2.     Roll  Call 


3 .     Approval  o  f  Minutes 


a)  Minutes  of  the  Special  January  12,  2012  Budget  Workshop 

b)  Minutes  of  the  January  24,  2012  Regular  Meeting 


4.     Public  Comments 


Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 


5.  Communications 


a.  )  Letter  Summary 

b.  )  Advance  Calendar 

c.  )  Staff  Reports  (written  reports  sent  to  the  Commissioners) 

1 .  )  Water  Conservation  Program  Annual  Report 

2.  )  Water  Supply  Levels  of  Service  (LOS)  Report 

3.  )  Water  Enterprise  CIP  Local  &  Regional  Quarterly  Reports 

4.  )  FY  201 1-12  2"*^  Quarter  Audit  &  Performance  Review  Report 

5.  )  FY  201 1-12  2"''  Quarter  Budget  Report 

6.  )  Annual  Power  Rates  Report 

7.  )  525  Golden  Gate  Update  Report 


{Ritchie) 
{Ritchie) 
{Ritchie) 
{Rydstrom 
{Rydstrom) 
{Rydstrom) 
{Campbell) 


6.     Other  Commission  Business 

a.)  Resolution  honoring  labor  leader  Ron  Myers  for  his  distinguished  career 


7.     Report  of  the  General  Manager 


THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF  PUBLIC 
UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 


Page  3 


SFPUC  February  14,  2012 


Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are  available 
for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary,  11 55  Market  Street, 
1 1""  Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

8.     All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be  routine  by 
the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by  a  single  vote  of 
the  Commission.  There  will  be  no  separate  discussion  of  these  items  unless  a  member  of  the 
Commission  or  the  public  so  requests,  in  which  event  the  matter  will  be  removed  from  the 
Consent  Calendar  and  considered  as  a  separate  item. 

a)  Approve  Amendment  No.  1  to  Infrastructure  Division  Agreement  No.  CS-102,  Sunnydale 
Sewer  Tunnel  Project,  with  Jacobs  Project  Management  Company,  to  provide  on-going 
construction  management  services  in  support  of  the  Sunnydale  Sewer  Auxiliary  Sewer 
Tunnel  (WW-487)  construction  contract;  and  authorize  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  this  amendment  increasing  the  agreement 
not-to-exceed  amount  by  $350,000,  for  a  total  not-to-exceed  agreement  amount  of 
$2,850,000,  with  no  change  to  the  agreement  duration.  (Kelly) 

b)  Approve  the  selection  of  Associated  Right  of  Way  Services  (ARWS);  award  Real  Estate 
Services  Agreement  No.  CS-200,  Right  of  Way  Services,  funded  by  the  Sewer  System 
Improvement  Program  (SSIP),  Water  System  Improvement  Program  (WSIP),  and  other 
SFPUC  projects;  to  provide  right  of  way  services;  and  authorize  the  General  Manager  of  the 
San  Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional 
services  agreement  with  Associated  Right  of  Way  Services  for  an  amount  not-to-exceed 
$3,500,000  and  with  a  duration  of  five  (5)  years.  (Morelli) 

c)  Approve  the  selection  of  Mountford  Group,  Inc.;  award  Power  Enterprise,  Operating 
Budget-funded  Agreement  No.  CS-201,  System  Development  &  Maintenance  of  Meter  Data 
Management  System  (MDMS),  to  provide  consultant  services  for  specialized  analysis,  data 
modeling,  design,  software  development,  documentation,  training,  project  management,  and 
maintenance  to  support  continued  development  and  implementation  of  the  Hetch  Hetchy 
Water  and  Power  ("HHWP")  Meter  Data  Management  System;  and  authorize  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and 
execute  a  professional  services  agreement  with  Mountford  Group,  Inc.  (MGI)  for  an  amount 
not-to-exceed  $2,750,000,  and  with  a  duration  of  four  years.  {Hale) 

d)  Accept  work  performed  by  Cal  State  Constructors,  Inc.  for  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)-funded  Contract  No.  WD-2625  Hunters  Point  Reservoir 
Rehab  &  Seismic  Upgrade;  approve  Modification  No.  1,  increasing  the  contract  by  $21,835, 
for  a  total  contract  amount  of  $1,721,835;  and  authorize  final  payment  to  the  contractor. 
Modification  No.  1  (Final)  consists  of  one  change  order  that  addresses  final  quantities  and 
costs  for  all  bid  items  required  to  complete  the  work.  The  total  of  all  change  orders  represent 
a  1 .3%  increase  over  the  original  contract  amount.  (Kelly) 
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e)  Accept  the  work  performed  by  Monterey  Mechanical  for  Wastewater  Enterprise  (WWE) 
Five- Year  Capital  Improvement  Program  (CIP)  -fiinded  Contract  No.  WW-450R,  Channel 
Pump  Station  Odor  Control  and  Facility  Improvements;  approve  Modification  No.  10 
(Final),  to  decrease  the  contract  amount  by  $146,241,  for  a  total  contract  amount  of 
$16,812,998,  with  a  time  extension  of  190  consecutive  calendar  days,  for  a  total  contract 
duration  of  850  consecutive  calendar  days;  and,  authorize  fmal  payment,  to  the  contractor. 

(Moala) 

f)  Accept  work  performed  by  Harty  Pipelines,  Inc.  for  Wastewater  Enterprise,  Renewal  and 
Replacement  (R«feR)  Program-funded  Contract  No.  WW-481, 

Baker/Grove/Cole/Clayton/Waller/Duboce/  Henry  Streets  Sewer  Replacement;  approve 
Modification  No.  2  (Final),  decreasing  the  contract  by  $123,597,  for  a  total  contract  amount 
of  $1,225,269  and  with  a  time  extension  of  81  consecutive  calendar  days  for  a  total  contract 
duration  of  263  consecutive  calendar  days;  and  authorize  fmal  payment  to  the  contractor.(Moa/a) 

g)  Approve  the  plans  and  specifications,  and  award  Wastewater  Enterprise  (WWE),  Renewal 
and  Replacement  (R&R)  Pro  gram- fiinded  and  Department  of  Public  Works  (DPW) 
Pavement  Renovation  Program-funded  Contract  No.  WW-500,  SOMA/Mission  Districts 
Sewer  Replacement  and  Pavement  Renovation,  in  the  amount  of  $2,891,905  (of  which 
$2,1 17,776  is  funded  by  WWE  and  $774,129  is  fiinded  by  DPW),  to  the  lowest,  quaUfied, 
responsible  and  responsive  bidder,  Precision  Engineering,  to  replace  the  existing  sewers  and 
street  pavement  on  various  streets  in  the  SOMA/Mission  Districts  of  San  Francisco.  (Moala) 

h)  Reject  all  proposals  for  Water  System  Improvement  Program-funded  Agreement  No.  CS- 
225,  and  authorize  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
to  re-advertise  the  Request  For  Proposals  (RFP)  as  Agreement  No.  CS-225R,  Seismic 
Upgrade  of  BDPL  Nos.  3&4  at  Hayward  Fault,  Construction  Management  Services;  to 
receive  and  evaluate  proposals  for  said  contract;  conduct  oral  interviews  and  to  return  to  the 
Commission  with  a  recommendation  for  award.  (Kelly) 


REGULAR  BUSINESS 


9.     Discussion  and  possible  action  authorizing  the  Commission  President  to  execute  an 
employment  contract  between  the  San  Francisco  Public  Utilities  Commission,  acting  on 
behalf  of  the  City  and  County  of  San  Francisco,  with  Ed  Harrington,  as  General  Manager, 
on  terms  consistent  with  the  existing  contract  but  extending  the  expiration  date  fi-om  March 
16,  2012  to  August  31,  2012,  with  provisions  for  further  extension  by  mutual  agreement  to 
no  later  than  December  31,  2012,  pursuant  to  Charter  Section  8.B.126,  in  substantially  the 
form  of  the  contract  on  file  with  the  Commission  Secretary.  (Moran) 
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1 0.  Discussion  and  Possible  action  to  Adopt  a  Framework  for  Land  Management  and  Use 
relating  to  SFPUC  lands  not  otherwise  subject  to  specific  policy  guidance,  including:  1) 
Leases  or  Permits  for  Secondary  Uses  on  SFPUC  Land,  2)  Disposition  of  SFPUC  owned 
Lands;  and  3)  Acquisition  of  Land  by  the  SFPUC.  {Carlin) 

1 1.  Discussion  and  possible  action  to  approve  Real  Estate  Services  Guidelines  (RES 
Guidelines),  including  delegation  to  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  General  Manager,  or  his  designee  where  specified  therein,  to  take  actions  to 
lease,  permit,  or  license  certain  uses  of  real  property  under  the  Commission's 
jurisdiction  consistent  with:  Commission  policies,  including  the  New  Real  Estate 
Services  Guidelines;  the  terms  and  conditions  set  forth  in  the  forms  of  leases,  permits 
and  licenses  as  authorized  by  the  Commission;  and,  applicable  San  Francisco  Charter 
provisions  and  ordinances.  The  new  RES  Guidelines  would  supersede  and  replace  (i) 
Sections  1.000  through  10.000  and  (ii)  the  Miscellaneous  BCLM  Forms  set  forth  in  the 
Bureau  of  Commercial  Land  Management  Operating  Manual  (BCLM  Manual),  approved  by 
the  Commission  in  1999  in  Resolution  99-0252.  {Russell) 

12.  Presentation  on  the  progress  and  feasibility  assessment  of  the  SFPUC  Urban  Agriculture 
Pilot  Program  as  authorized  by  the  San  Francisco  Public  Utilities  Commission  on  October 
1 1,  201 1  to  establish  urban  agricultural  activities  on  proposed  pilot  sites.  (Ellis) 

13.  Discussion  and  possible  action  to  authorize  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  General  Manager,  or  his  designee,  to  waive  Security  Deposit  Increases  for  Certain 
Existing  Leases  and  Permits  with  Annual  Rents  of  $5,000  or  less  and  Amend  those  Leases 
and  Permits  to  provide  that  the  (SFPUC)  General  Manager,  or  his  designee,  has  the  authority 
to  waive  the  Security  Deposit  Increases  for  those  Leases  And  Permits.  (Russell) 


PUBLIC  HEARING 
Annual  Budgets  -  Operating  &  Capital 

14.  Public  Hearing  to  consider  the  adoption  of  the  two-year  Annual  Operating  and  Programmatic 
Budgets  for  the  enterprises  and  bureaus  under  the  jurisdiction  of  the  San  Francisco  Public 
Utilities  Commission  for  the  FY  2012-13  and  FY  2013-14  and  possible  action  to  approve  the 
proposed  budgets.  (Continued  from  the  Special  &  Regular  Meetings  of  January  12,  and 
January  24,  2012)  (Rydstrom) 

(Persons  who  are  unable  to  attend  the  public  hearings  may  submit  to  the  City,  by  the  time  the 
proceedings  begin,  written  comments  regarding  the  subject  of  the  hearing.  These  comments  will  be 
brought  to  the  attention  of  the  Commission  and  will  become  a  part  of  the  official  public  record. 
Written  comments  can  be  sent  to  Michael  Housh,  Commission  Secretary,  San  Francisco  Public 
Utilities  Commission,  1 155  Market  Street,  1 1th  Floor,  San  Francisco,  California,  94103). 


Page  6 


SFPUC  February  14,  2012 


Capital  Plan 

15.  Public  Hearing  to  consider,  and  possible  action,  to  Adopt  the  two-year  Capital  Budget; 
Adopt  the  SFPUC  10-Year  Capital  Plan  for  FY  2012-13  to  FY  2021-22;  Authorize  a 
request  for  a  Supplemental  Appropriation  for  the  Enterprises  of  the  San  Francisco  Public 
Utilities  Commission  for  FY  2012-13  and  FY  2013-14  ;  and  Authorize  and  directed  the 
General  Manager  to  submit  to  the  Board  proposed  Ordinances  authorizing:  1)  the  issuance 
of  not  to  exceed  $163,400,000  aggregate  principal  amount  of  Water  Revenue  Bonds  and 
$492,810,000  aggregate  principal  amount  of  Wastewater  Revenue  Bonds  under  the  terms  of 
Proposition  E  (approved  by  the  voters  November  2002)  provided,  however,  the  issuance  of 
such  Bonds  shall  be  subject  to  the  terms  of  Proposition  E;  and  2)  the  issuance  of  not  to 
exceed  $12,300,000  aggregate  principal  amount  of  Power  Revenue  Bonds,  subject  to  the 
terms  of  Charter  Section  9.107(8).  {Rydstrom) 

Financial  Plan 

1 6.  Public  Hearing  to  consider  and  possible  action  to  adopt  the  proposed  the  San  Francisco 
Public  Utilities  Commission  ("SFPUC")  10- Year  Financial  Plan  for  FY2012-13  through  FY 
2021-22  {Rydstrom) 

Rates  Policy 

1 7.  Public  Hearing  to  consider  and  possible  action  to  adopt  the  proposed  San  Francisco  Public 
Utilities  Commission  ("SFPUC")  Rates  Policy  {Rydstrom) 


Wholesale  Water  Rates 

1 8.    Motion  to  calendar  a  Public  Hearing  on  May  8,  20 1 2  to  consider  the  adoption  of  Wholesale 
Water  Contract  Rates  for  FY  2012-13,  effective  July  1,  2012.  {Rydstrom) 


CLOSED  SESSION 


19.    Public  comments  on  matters  to  be  discussed  in  Closed  Session. 


20.   Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed  below 
as  Conference  with  Legal  Counsel. 


THE  PUBLIC  UTILITIES  COMMISSION  WILL  GO  INTO  CLOSED  SESSION  TO  DISCUSS 
THE  FOLLOWING  ITEMS: 

2 1 .    Conference  with  Legal  Counsel  -  Pursuant  to  California  Goverrmient  Code  Section  54956.9 
(b)  and  San  Francisco  Administrative  Code  Section  67. 10  (d)  (2)  {Rothschild) 

Existing  Litigation:  As  Defendant 
Espinosa  v  City  «&  County  of  San  Francisco 
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San  Francisco  Superior  Court  Case:  No.  CGC-508999 
Filed  March  9,  2011 


22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section  54956.9 
(b)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2)  (Rothschild) 

Existing  Litigation:  As  Defendant 

Zuniga  v  City  &  County  of  San  Francisco,  San  Francisco  Water  Department,  R.  J. 
Baumgarten  San  Francisco  Superior  Court  Case  No.  CGC-08-474671 
Filed  April  25,  2008 

23.  Conference  with  Legal  Counsel  Pursuant  to  Government  Code  Section  54956.8:  Real  Estate 
Negotiation  (Ambrose) 

SFPUC  Negotiators:  Ellen  Levin  and  Rosanna  S.  Russell 
Other  Negotiators:  Mike  Roth,  Lehigh  Hanson,  Inc. 
Concerning:  Parcel  65,  Calaveras  Road,  Sunol,  CA 


FOLLOWING  THE  CLOSED  SESSION,  THE  PUBLIC  UTILITIES  COMMISSION  WILL 
RECONVENE  IN  OPEN  SESSION. 


24.    Announcement  following  Closed  Session. 


25.    Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 


26.    Other  New  Business 


ADJOURNMENT 
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San  Francisco 
Water  Po¥^er  Sewer 

Services  of  the  San  Francisco  PubSic  Utilities  Commission 

SAN  Francisco  Public  utiLiriEs  commission 

City  AND  County  of  San  Francisco 

Edwin  M.  Lee 

MAYOR 
MINUTES 

(Approved  February  28,  2012) 
Regular  Meeting 
Tuesday,  February  14,  2012 

1:30  P.M. 
City  Hall,  Room  400 
1  Dr.  Carlton  B.  Goodlett  Place 


Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moller  Caen,  Commissioner 
Francesca  Vietor,  Commissioner 
Vince  Courtney,  Commissioner 

Departments  and  Enterprises 

Water  Enterprise 
Wastewater  Enterprise 
Power  Enterprise 

Infrastructure 
Business  Services 
External  Affairs 


Ed  Harrington 

General  Manager 

IVIicliael  IHoush 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org. 


ORDER  OF  BUSINESS: 


1 .  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1 :37  p.m. 

2.  Roll  Call 

Present  were:  President  Anson  B.  Moran,  Vice  President  Art  Torres,  and  Commissioner 
Vince  Courtney.  Commissioner  Ann  Moller  Caen  and  Commissioner  Francesca  Vietor 
joined  the  meeting  in  progress  at  1 :40  p.m. 

3.  Approval  of  Minutes 

a)  Minutes  of  the  Special  January  12.  2012  Budget  Workshop 

b)  Minutes  of  the  Januan/  24.  2012  Regular  Meeting 

Public  comment 

No  comment  was  offered. 

Motion  to  approve  the  draft  meeting  minutes  by  Vice  President  Torres,  2nd  by 
Commissioner  Courtney  Passed  3-0  AYE  (Moran,  Torres,  Courtney)  unanimously 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

Ms.  Espanola  Jackson,  Bayview  Hunters  Point,  accepted  the  Commissioners' 
congratulations  on  the  occasion  of  her  birthday  and  recalled  her  decades  of  leadership  in 
addressing  issues  involving  the  Southeast  Facility.  Ms.  Jackson  then  reiterated  her 
position  that  the  treatment  plant  was  there  to  stay  and  that  only  by  maintaining  the  very 
close  cooperative  relationship  currently  existing  between  the  SFPUC  and  the  community 
could  its  impacts  be  properly  mitigated.  Ms.  Jackson  also  noted  her  continuing  regard 
and  respect  for  the  willingness  of  Mr.  Harrington  and  the  Commissioners  to  bond  with  the 
community. 

Mr  David  Pilpel.  SFPUC  CAC,  called  attention  to  the  need  and  urged  consideration 
recycling  and  re-use  of  recycled  materials  in  all  of  the  elements  involved  in  the  ongoing 
water  meter  replacement  program.  Mr.  Pilpel  also  noted  this  included  the  composite 
materials  used  in  the  meter  covers. 

Mr  Bruce  Keene,  Russian  Hill  Improvement  Association,  called  the  Commissioners' 
attention  to  his  organization  continuing  concerns  about  the  current  state  of  and  interest  in 
the  removal  and  replacement  with  a  community  serving  use  of  the  Francisco  Reservoir. 
Mr.  Keene  offered  a  proposed  resolution  written  by  his  organization  on  this  matter  to  the 
Commissioners  for  their  consideration  and  urged  that  they  approve  it. 


President  Moran  noted  that  Mr  Keene's  expression  of  interest  in  tliis  SFPUC  property 
was  timely  as  the  Commissioners  were  actively  engaged  in  a  process  of  reviewing  the 
condition  and  status  of  SFPUC  properties  in  the  coming  month  and  that  some  actions  on 
this  topic  could  be  expected  shortly. 


5.  Communications 


a.  )  Letter  Summary 

b.  )  Advance  Calendar 

c.  )  Staff  Reports  {written  reports  sent  to  the  Commissioners) 

1 .  )  Water  Conservation  Program  Annual  Report  {Ritchie) 

2.  )  Water  Supply  Levels  of  Service  (LOS)  Report  {Ritchie) 

3.  )  Water  Enterprise  CIP  Local  &  Regional  Quarterlv  Reports  {Ritchie) 

4.  )  FY  201 1  -1 2  2"^  Quarter  Audit  &  Performance  Review  Report  {Rydstrom 

5.  )  FY  201 1  -1 2  2"''  Quarter  Budget  Report  {Rydstrom) 

6.  )  Annual  Power  Rates  Report  {Rydstrom) 

7.  )  525  Golden  Gate  Update  Report  {Campbell) 


President  Moran  pointed  to  the  well  done  Water  Supply  Levels  of  Service  Report  noting 
there  would  be  a  more  extensive  discussion  of  these  issues  in  upcoming  meeting.  In 
response  to  a  question  by  Commissioner  Caen  concerning  the  Advance  Calendar,  Mr 
Harrington  noted  that  a  discussion  of  these  real  estate  issues  was  being  calendared  for 
Commission  discussion. 


6.    Other  Commission  Business 


a.)  Resolution  honoring  labor  leader  Ron  Myers  for  his  distinguished  career 


President  Moran  began  by  pointing  to  the  essential  role  played  by  the  landmark  Project 
Labor  Agreement  in  the  success  of  Water  System  Improvement  Program,  (WSIP),  and 
noted  the  key  role  played  by  Mr.  Myers  in  achieving  this  critical  agreement.  President 
Moran  noted  that  the  Commission  was  delighted  to  have  this  opportunity  to  recognize 
and  thank  Mr.  Ron  Myers  for  his  significant  role  in  making  this  key  labor  agreement 
possible.  Commissioner  Vince  Courtney  then  recalled  the  progressive  leadership  and 
example  shown  by  the  Laborer's  Union  and  noted  the  close  and  collaborative 
relationships  with  labor  that  had  enable  the  SFPUC  to  become  a  national  leader  among 
utilities  in  establishing  progressive  approaches  to  operating  and  maintaining  its  system 
and  aggressively  promoting  local  employment  and  job  creation  to  the  benefit  of  not  only 
San  Francisco  but  all  of  California  in  partnership  with  labor. 

Next  he  introduced  Mr.  Rocco  Davis  LiUNA  Vice  President  &  Regional  Manager, 
Assistant  to  the  President  who  discussed  and  applauded  the  exemplary  cooperative  and 
collaborative  relationship  created  through  the  WSIP  Project  Labor  Agreement  that  had 
set  a  new  standard  for  progressive  relationships  with  and  among  labor  organizations 
working  on  major  infrastructure  programs  across  the  nation.  A  result  of  this  was  that 
work  Mr.  Davis  noted  had  come  in  on  time  and  on  budget  in  a  broad  scope  of  essential 
regional  infrastructure  projects  not  often  seen  in  such  major  public  works  programs. 
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Additionally,  Mr  Davis  recalled  and  commended  Mr.  Myers  dedication  to  remaining  close 
to  his  roots  as  a  tunnel  laborer  and  never  forgetting  the  needs  of  those  he  served  both  in 
his  union  and  in  the  wider  communities.  Mr.  Davis  reported  that  happily  Mr  Myers  would 
continue  to  be  actively  involved  on  a  consultant  basis  over  the  next  12  months  carrying 
fonward  his  work  toward  the  conclusion  of  the  Program. 

Next,  Commissioner  Courtney  introduced  Mr.  Myers.  Mr  Myers  began  by  thanking  the 
Commissioners  for  this  recognition  noting  that  doing  so  honored  ail  of  those  working  on 
the  Program.  Mr  Myers  then  applauded  the  excellent  example  provided  by  the  SFPUC  in 
taking  a  leadership  role  in  creation  of  not  just  jobs  but  also  having  a  vision  to  support 
needed  training  so  that  workers  gained  a  career  not  just  a  job.  Mr.  Myers  noted  and 
called  out  the  important  role  played  by  AGM  Harlan  Kelly,  as  well  as  Artis  Graham,  Carol 
Isen,  Art  Shanks,  Bryan  Thomas,  Alonzo  Emery,  and  James  Bryant  in  pushing  these 
critical  efforts  forward  to  success.  Mr  Myers  applauded  the  Commissioners  for  taking 
such  a  strong  leadership  role  in  progressively  moving  forward  and  noted  that  the  City  of 
San  Francisco,  despite  its  detractors,  seemed  to  always  be  shaping  a  path  a  better  future 
in  a  positive  and  more  progressive  way.  Wrapping  up  Mr  Myers  recognized  new  leaders 
coming  fonward  in  Chris  Iglesias,  and  applauded  the  dedicated  efforts  to  create  jobs 
across  the  entire  spectrum  of  need,  building  a  bright  future  for  our  region. 

Motion  by  Commissioner  Courtney  to  approved  the  resolution  honoring  Mr  Myers,  2"^  by 
Vice  President  Torres,  Passed  5-0  AYE  (Moran,  Torres,  Cane,  Vietor,  Courtney) 
unanimously 

Commissioner  Courtney  then  gathered  the  Commissioners,  SFPUC  Staff,  community 
members,  and  many  LiUNA  members  in  attendance  for  a  series  of  commemorative  group 
photographs  with  Mr.  Myers.  President  Moran  then  presented  the  framed  signed  and 
sealed  official  resolution  to  Mr  Myers.  Vice  President  Torres  recalled  his  more  than  20 
years  of  friendship  and  collaborative  work  with  Mr.  Davis,  as  well  as  called  attention  to 
the  key  role  played  by  the  Laborers  Union  in  the  construction  of  the  new  California 
Institute  for  Regenerative  Medicine  (CIRM)  stem  cell  research  facilities  across  California 
that  were  already  taking  a  leading  role  in  understanding  and  identifying  ways  to  cure 
critical  illnesses.  Mr  James  Bryant  then  showed  a  short  video  in  honor  of  Mr  Myers 
presenting  the  work  being  done  by  training  programs  supported  by  the  Program  and 
noted  many  graduates,  including  some  present  at  the  meeting,  were  already  working  on 
important  projects. 

7.     Report  of  the  General  Manager 

No  report  items  were  presented. 

THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF 
PUBLIC  UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 
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Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
1155  Market  Street,  11**"  Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165, 
Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

8.    All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Consent  Calendar  and  considered  as  a 
separate  item. 

Public  comment 

No  comment  was  offered  on  any  consent  calendar  item 

Motion  by  Commissioner  Caen,  2"^  by  Commissioner  Courtney  to  approve  Consent 
Calendar  Items  #8a  through  #8h  Passed  5-0  AYE  (Moran,  Torres,  Caen,  Vietor, 
Courtney)  unanimously 

a)  Approve  Amendment  No.  1  to  Infrastructure  Division  Agreement  No.  CS-102. 
Sunnydale  Sewer  Tunnel  Project,  with  Jacobs  Project  Management  Company,  to 
provide  on-going  construction  management  services  in  support  of  the  Sunnydale 
Sewer  Auxiliary  Sewer  Tunnel  (WW-487)  construction  contract;  and  authorize  the 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  this 
amendment  increasing  the  agreement  not-to-exceed  amount  by  $350,000,  for  a 
total  not-to-exceed  agreement  amount  of  $2,850,000,  with  no  change  to  the 
agreement  duration.  (Kelly) 
Reso  12-0014 

b)  Approve  the  selection  of  Associated  Right  of  Wav  Services  (ARWS):  award  Real 
Estate  Services  Agreement  No.  CS-200.  Right  of  Way  Services,  funded  by  the 
Sewer  System  Improvement  Program  (SSIP),  Water  System  Improvement  Program 
(WSIP),  and  other  SFPUC  projects;  to  provide  right  of  way  services;  and  authorize 
the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to 
negotiate  and  execute  a  professional  services  agreement  with  Associated  Right  of 
Way  Services  for  an  amount  not-to-exceed  $3,500,000  and  with  a  duration  of  five 
(5)  years.  (Morelli) 
Reso  12-0015 

c)  Approve  the  selection  of  Mountford  Group.  Inc.;  award  Power  Enterprise, 
Operating  Budget-funded  Agreement  No.  CS-201.  System  Development  & 
Maintenance  of  Meter  Data  Management  System  (MDMS),  to  provide  consultant 
services  for  specialized  analysis,  data  modeling,  design,  software  development, 
documentation,  training,  project  management,  and  maintenance  to  support 
continued  development  and  implementation  of  the  Hetch  Hetchy  Water  and  Power 
("HHWP")  Meter  Data  Management  System;  and  authorize  the  General  Manager  of 
the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a 
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professional  services  agreement  with  Mountford  Group,  Inc.  (MGI)  for  an  amount 
not-to-exceed  $2,750,000,  and  with  a  duration  of  four  years.  {Hale) 
Reso  12-0016 

d)  Accept  work  performed  by  Cal  State  Constructors,  Inc.  for  Water  Enterprise.  Water 
System  Improvement  Program  (WSIP)-funded  Contract  No.  WD-2625  Hunters  Point 
Reservoir  Rehab  &  Seismic  Upgrade;  approve  Modification  No.  1 ,  increasing  the 
contract  by  $21 ,835,  for  a  total  contract  amount  of  $1 ,721 ,835;  and  authorize  final 
payment  to  the  contractor.  Modification  No.  1  (Final)  consists  of  one  change  order 
that  addresses  final  quantities  and  costs  for  all  bid  items  required  to  complete  the 
work.  The  total  of  all  change  orders  represent  a  1 .3%  increase  over  the  original 
contract  amount.  (Kelly) 
Reso  12-0017 

e)  Accept  the  work  performed  by  Monterey  Mechanical  for  Wastewater  Enterprise 
(WWE)  Five-Year  Capital  Improvement  Program  (CIP)  -funded  Contract  No.  WW- 
450R,  Channel  Pump  Station  Odor  Control  and  Facility  Improvements;  approve 
Modification  No.  10  (Final),  to  decrease  the  contract  amount  by  $146,241 ,  for  a 
total  contract  amount  of  $16,812,998,  with  a  time  extension  of  190  consecutive 
calendar  days,  for  a  total  contract  duration  of  850  consecutive  calendar  days;  and, 
authorize  final  payment,  to  the  contractor. 

Reso  12-0018  {Moala) 

f)  Accept  work  performed  by  Hartv  Pipelines,  Inc.  for  Wastewater  Enterprise. 
Renewal  and  Replacement  (R&R)  Program-funded  Contract  No.  WW-481. 
Baker/Grove/Cole/Clayton/Waller/Duboce/  Henry  Streets  Sewer  Replacement; 
approve  Modification  No.  2  (Final),  decreasing  the  contract  by  $123,597,  for  a  total 
contract  amount  of  $1 ,225,269  and  with  a  time  extension  of  81  consecutive 
calendar  days  for  a  total  contract  duration  of  263  consecutive  calendar  days;  and 
authorize  final  payment  to  the  contractor.  (Moala) 
Reso  12-0019 

g)  Approve  the  plans  and  specifications,  and  award  Wastewater  Enterprise  (WWE). 
Renewal  and  Replacement  (R&R)  Program-funded  and  Department  of  Public 
Works  (DPW)  Pavement  Renovation  Program-funded  Contract  No.  WW-500. 
SOMA/Mission  Districts  Sewer  Replacement  and  Pavement  Renovation,  in  the 
amount  of  $2,891 ,905  (of  which  $2,1 17,776  is  funded  by  WWE  and  $774,129  is 
funded  by  DPW),  to  the  lowest,  qualified,  responsible  and  responsive  bidder. 
Precision  Engineering,  to  replace  the  existing  sewers  and  street  pavement  on 
various  streets  in  the  SOMA/Mission  Districts  of  San  Francisco.  (Moala) 
Reso  12-0020 

h)  Reject  all  proposals  for  Water  System  Improvement  Program-funded  Agreement 
No.  CS-225.  and  authorize  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  to  re-advertise  the  Request  For  Proposals  (RFP)  as 
Agreement  No.  CS-225R,  Seismic  Upgrade  of  BDPL  Nos.  3&4  at  Hayward  Fault, 
Construction  Management  Services;  to  receive  and  evaluate  proposals  for  said 
contract;  conduct  oral  interviews  and  to  return  to  the  Commission  with  a 
recommendation  for  award.  (Kelly) 
Reso  12-0021 
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REGULAR  BUSINESS 


9.  Discussion  and  possible  action  authorizing  the  Commission  President  to 
execute  an  employment  contract  between  the  San  Francisco  Public  Utilities 
Commission,  acting  on  behalf  of  the  City  and  County  of  San  Francisco,  with  Ed 
Harrington,  as  General  Manager,  on  terms  consistent  with  the  existing  contract  but 
extending  the  expiration  date  from  r\/larch  16,  2012  to  August  31,  2012,  with 
provisions  for  further  extension  by  mutual  agreement  to  no  later  than  December  31 , 
2012,  pursuant  to  Charter  Section  8.B.126,  in  substantially  the  form  of  the  contract 
on  file  with  the  Commission  Secretary.  (Moran) 

Reso  12-0022 

President  Moran  briefly  outlined  the  proposed  terms  of  General  Manager  Harrington's 
contract  extension  to  August  31®*,  with  a  possible  further  extension  upon  mutual 
agreement  to  December  31 ,  201 2. 

Public  comment 

Mr.  David  Pilpel,  SFPC  CAC,  pointed  out  an  inconsistent  date  in  the  contract  extension 
Attachment. 

Ms.  Espanola  Jackson,  Bayview  Hunters  Point  expressed  happiness  that  Mr.  Harrington 
would  continue  to  serve  even  as  SFPUC  General  Manager  a  while  longer,  commending 
his  leadership  and  applauding  his  respectful  engagement  with  the  community  that  she 
served. 

Commission  discussion 

Motion  to  amend  by  Commissioner  Vietor,  2nd  by  Commissioner  Courtney  to  correct  the 
date  referenced  to  February  14,  2012  Passed  5-0  AYE  (Moran,  Torres,  Caen,  Vietor, 
Courtney)  unanimously 

Motion  to  approve  the  amended  contract  extension  by  Commissioner  Vietor,  2"^^  by 
Commissioner  Courtney  Passed  5-0  AYE  (Moran,  Torres,  Caen,  Vietor,  Courtney) 
unanimously 

In  response  to  a  question  by  Commissioner  Vietor,  President  Moran  briefly  outlined  the 
proposed  next  steps  in  nationwide  executive  search  which  he  had  discussed  with  the 
Mayor. 

Agenda  Items  #10  and  #1 1  were  next  called  up  together 

Item  continued  to  March  13,  2012  Regular  Meeting 

1 0.  Discussion  and  Possible  action  to  adopt  a  Framework  for  Land  Management  and 
Use  relating  to  SFPUC  lands  not  othenwise  subject  to  specific  policy  guidance, 
including:  1)  Leases  or  Permits  for  Secondary  Uses  on  SFPUC  Land,  2)  Disposition 
of  SFPUC  owned  Lands;  and  3)  Acquisition  of  Land  by  the  SFPUC.  {Carlin) 
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Item  continued  March  13,  2012  Regular  Meeting 

1 1 .  Discussion  and  possible  action  to  approve  Real  Estate  Services  Guidelines  (RES 
Guidelines),  including  delegation  to  the  San  Francisco  Public  Utilities 
Commission  (SFPUC)  General  Manager,  or  his  designee  where  specified 
therein,  to  take  actions  to  lease,  permit,  or  license  certain  uses  of  real 
property  under  the  Commission's  jurisdiction  consistent  with:  Commission 
policies,  including  the  New  Real  Estate  Services  Guidelines;  the  terms  and 
conditions  set  forth  in  the  forms  of  leases,  permits  and  licenses  as 
authorized  by  the  Commission;  and,  applicable  San  Francisco  Charter 
provisions  and  ordinances.  The  new  RES  Guidelines  would  supersede  and 
replace  (i)  Sections  1.000  through  10.000  and  (ii)  the  Miscellaneous  BCLM  Forms 
set  forth  in  the  Bureau  of  Commercial  Land  Management  Operating  Manual  (BCLM 
Manual),  approved  by  the  Commission  in  1999  in  Resolution  99-0252.  (Russell) 

Following  a  broad  overview  presentation  of  the  proposed  real  estate  framework  by 
Deputy  General  Manager  Michael  Carlin  and  extensive  discussion  among  the 
Commissioners  it  was  the  consensus  of  the  Commissioners  that  these  items  be 
continued  for  discussion  together  in  context  of  the  other  real  estate  related  matters  that 
were  currently  pending.  As  Commissioner  Vietor  would  be  away  for  the  regular  February 
28*'^  meeting  it  was  proposed  that  the  topics  be  taken  up  together  at  the  March  13"^ 
regular  meeting  in  a  comprehensive  presentation. 

Next,  SFPUC  Real  Estate  Services  Manager  Rosanna  Russell  explained  the  need  to 
update  and  replace  our  seriously  out-dated  1999  Real  Estate  Manual  and  replace  no 
longer  appropriate  real  estate  management  guidelines  with  contemporary  best  practices 
as  was  being  proposed.  Following  extensive  questions  and  discussion  about  what 
matters  that  should  be  left  to  staff  discretion  and  what  should  have  Commission  review 
among  the  Commissioners  it  was  the  consensus  to  also  continue  this  item  to  the  March 
13*^  meeting  so  it  would  also  be  addressed  in  the  broader  discussion  of  SFPUC  Real 
Estate  related  issues.  Ms.  Russell  agreed  that  approval  of  this  item  could  be  briefly 
delayed.  In  reply  to  a  question  by  Commissioner  Caen,  Mr.  Carlin  affirmed  that  he  wasn't 
aware  of  anything  in  the  proposed  guidelines  that  would  cause  the  Commissioners  any 
disquiet  but  that  there  was  no  harm  in  postponing  this  matter  to  the  March  meeting. 

Public  comment 

Ms.  Espanola  Jackson,  Bayview  Hunters  Point,  raised  questions  concerning  the  actual 
ownership  of  the  Southeast  Community  Facility,  explaining  why  the  title  was  proposed 
originally  to  go  to  City  College  as  a  method  of  avoiding  incurring  property  taxes,  and 
presented  copies  of  the  city  parcel  maps  showing  the  location  of  the  facility  to  the 
Commissioners.  Ms.  Jackson  said  she  wanted  to  fully  understand  the  facts  of  what  was 
and  was  not  regarding  this  facility  that  was  so  important  to  her  community. 

Mr.  David  Pilpel  SFPUC  CAC,  suggested  that  this  delay  was  useful  in  that  it  allowed  time 
for  the  Citizens'  Advisory  Committee,  many  of  whose  members  were  very  interested  in 
these  topics,  to  offer  their  input.  Additionally,  Mr  Pilpel  suggested  setting  priorities  among 
utility  and  non-untility  related  uses  as  well  as  including  evaluation  by  use  of  a  triple 
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bottom  line,  thereby  including  environmental,  and  community  benefits  considerations 
when  evaluating  what  future  courses  to  take  regarding  these  properties. 

Next  Agenda  Item  #1 3  was  taken  up  out  of  order 

13.  Discussion  and  possible  action  to  authorize  the  San  Francisco  Public  Utilities 

Commission  (SFPUC)  General  Manager,  or  his  designee,  to  waive  Security  Deposit 
Increases  for  Certain  Existing  Leases  and  Permits  with  Annual  Rents  of  $5,000  or 
less  and  Amend  those  Leases  and  Permits  to  provide  that  the  (SFPUC)  General 
Manager,  or  his  designee,  has  the  authority  to  waive  the  Security  Deposit  Increases 
for  those  Leases  And  Permits.  {Russell) 
Reso  12-0023 

Following  a  brief  presentation  by  Ms.  Russell  concerning  the  administrative  burdens 
imposed  by  the  existing  method  of  addressing  such  waivers,  and  discussions  among  the 
Commissioners;  it  was  agreed  that  there  was  no  need  to  delay  this  relatively  straight- 
fonward  matter. 

Motion  by  Commissioner  Vietor,  Commissioer  Caen  to  approve  Passed  5-0  AYE  (Moran, 
Torres,  Caen,  Vietor,  Courtney)  unanimously 

Public  comment 

No  comment  was  offered 

Item  continued  to  IVIarch  13m  2012  Regular  Meeting 

1 2.  Presentation  on  the  progress  and  feasibility  assessment  of  the  SFPUC  Urban 
Agriculture  Pilot  Program  as  authorized  by  the  San  Francisco  Public  Utilities 
Commission  on  October  1 1 ,  201 1  to  establish  urban  agricultural  activities  on 
proposed  pilot  sites.  (Ellis) 

Following  a  brief  discussion  it  was  also  the  consensus  in  the  interest  of  limited  remaining 
meeting  time  available  to  address  the  budget  that  Agenda  Item  #12  the  Urban  Agriculture 
Pilot  Project  Program  to  also  be  carried  fonward  to  the  proposed  extensive  March  13'^ 
SFPUC  real  estate  issues  discussion.  It  was  also  the  consensus  that  Agenda  Item  #12 
the  Urban  Agriculture  Pilot  Project  Program  to  be  carried  fonward  to  the  proposed 
extensive  March  13'^  SFPUC  real  estate  issues  discussion.  However,  President  Moran 
entertained  public  comment  from  those  in  attendance  wishing  to  comment  on  the 
proposed  pilot  project  program 

Public  comment 

Mr  Eli  Zigas,  San  Francisco  Planning  &  Urban  Research  (SPUR)  applauded  the 
proposed  urban  agriculture  pilot  program  and  noted  that  SPUR  would  follow  its 
development  with  interest. 
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Ms.  Jessie  Raeder,  San  Francisco  Urban  Agriculture  Alliance  and  Hayes  Valley 
Community  Farm  praised  the  proposed  pilot  program  and  explained  the  many  benefits 
that  has  accrued  from  the  use  of  what  had  been  a  former  Freeway  onramp  as  a 
community  garden  and  gathering  place.  In  particular  Ms.  Raeder  observed  that  as  the 
Hayes  Valley  Community  Farm  would  have  to  relocate  the  timing  of  this  proposed 
program  was  opportune.  Ms.  Raeder  also  noted  there  was  a  crying  need  for  a  wide 
variety  of  sites  for  various  kinds  of  local  agricultural  uses  across  the  City. 

Commission  discussion 

In  reply  to  questions  by  Commissioner  Caen,  Ms.  Raeder  explained  that  the  site  of  the 
Hayes  Valley  Community  Farm  had  always  been  understood  to  be  temporary  and  that 
now  that  the  long  planned  development  of  the  site  for  housing  was  going  forward  they 
would  have  to  identify  a  new  site  and  relocate.  Commissioer  Vietor  noted  that  this 
program  aggressively  moved  the  SFPUC  engagement  fonward  in  carrying  out  the 
Mayor's  Executive  Directive  to  support  local  growing  of  food  and  looked  forward  to  a 
more  extensive  discussion  in  March. 

PUBLIC  HEARING 

President  Moran  called  up  Agenda  Item  #16  first  out  of  order. 
Financial  Plan 

1 6.  Public  Hearing  to  consider  and  possible  action  to  adopt  the  proposed  the  San 
Francisco  Public  Utilities  Commission  ("SFPUC")  10-Year  Financial  Plan  for 
FY201 2-1 3  through  FY  2021  -  (Rydstrom) 
Reso  1 2-0024 

President  Moran  began  the  discussions  by  noting  that  this  would  be  the  4*^  time  that 
these  budget  and  capital  planning  matters  had  been  addressed  by  the  Commission  in  a 
public  meeting  in  extensive  detail.  Next,  Director  of  Financial  Planning  &  Deputy  Chief 
Financial  Officer  Charles  Perl  presented  an  overview  and  discussed  the  implications  of 
the  proposed  10-Year  Financial  Plan.  There  followed  an  extensive  and  detailed 
discussion  of  what  was  proposed  and  its  long-term  implications  by  the  Commissioners. 

Public  comment 

Mr  David  Pilpel,  SFPUC  CAC,  expressed  concern  at  the  relatively  low  figures  reported  in 
the  projected  reserves  fund  balances  in  2015,  wondering  if  this  would  not  in  turn  have  a 
negative  impact  on  the  SFPUC's  ongoing  repair  and  maintenance  activities.  . 

In  response  to  Mr.  Pilpel's  concerns,  Mr.  Perl  explained  that  while  the  reported  2015 
number  was  relatively  low  it  still  remained  with  the  firmly  set  fund  balances  guidelines 
and  met  all  other  requirements,  and  further  that  there  was  yet  time  prior  to  201 5  to  make 
further  adjustments  as  needed.  Also  Mr  Perl  emphasized  that  budget  staff  carefully 
monitored  these  balances  on  an  active  and  ongoing  basis  to  make  sure  that  there  would 
always  be  sufficient  funds  available  to  meet  the  most  prudent  standards. 
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Motion  by  Vice  President  Torres,  2  by  Comnnission  Caen  to  approve  the  10  Capital  Plan 
Passed  5-0  AYE  (Moran,  Torres,  Caen,  Vietor,  Courtney)  unanimously. 


President  Moran  next  called  up  Agenda  Items  #14  and  #15  together. 
Annual  Budgets  -  Operating  &  Capital 

14.  Public  Hearing  to  consider  the  adoption  of  the  two-year  Annual  Operating  and 
Programmatic  Budgets  for  the  enterprises  and  bureaus  under  the  jurisdiction  of  the 
San  Francisco  Public  Utilities  Commission  for  the  FY  2012-13  and  FY  2013-14  and 
possible  action  to  approve  the  proposed  budgets.  (Continued  from  the  Special  & 
Regular  Meetings  of  January  1 2,  and  January  24,  201 2)  (Rydstrom) 
Reso  12-0025 

(Persons  who  are  unable  to  attend  the  public  hearings  nnay  submit  to  the  City,  by  the  time  the  proceedings 
begin,  written  comments  regarding  the  subject  of  the  hearing.  These  comments  will  be  brought  to  the  attention 
of  the  Commission  and  will  become  a  part  of  the  official  public  record.  Written  comments  can  be  sent  to  IVIichael 
Housh,  Commission  Secretary,  San  Francisco  Public  Utilities  Commission,  1155  Market  Street,  11th  Floor,  San 
Francisco,  California,  94103). 

Deputy  Chief  Financial  Officer  Frances  Lee  then  presented  the  Operating  and  Capital 
Budgets  for  FY  2012-12  and  FY  2013-14.  Ms.  Lee  affirmed  that  the  proposed  budget 
provided  for  re-assignment  of  staffing  rather  than  any  new  positions. 

Motion  by  Vice  President  Torres,  2"^^  by  Commission  Caen  to  approve  the  proposed  FY 
2012-13  and  FY  2013-14  Operating  and  Capital  Budgets  Passed  5-0  AYE  (Moran, 
Torres,  Caen,  Vietor,  Courtney)  unanimously. 

Capital  Plan 

1 5.  Public  Hearing  to  consider,  and  possible  action,  to  Adopt  the  two-year  Capital 
Budget:  Adopt  the  SFPUC  10-Year  Capital  Plan  for  FY  201 2-1 3  to  FY  2021  -22; 
Authorize  a  reguest  for  a  Supplemental  Appropriation  for  the  Enterprises  of  the  San 
Francisco  Public  Utilities  Commission  for  FY  2012-13  and  FY  2013-14  ;  and 
Authorize  and  directed  the  General  Manager  to  submit  to  the  Board  proposed 
Ordinances  authorizing:  1)  the  issuance  of  not  to  exceed  $163,400,000  aggregate 
principal  amount  of  Water  Revenue  Bonds  and  $492,810,000  aggregate  principal 
amount  of  Wastewater  Revenue  Bonds  under  the  terms  of  Proposition  E  (approved 
by  the  voters  November  2002)  provided,  however,  the  issuance  of  such  Bonds  shall 
be  subject  to  the  terms  of  Proposition  E;  and  2)  the  issuance  of  not  to  exceed 
$12,300,000  aggregate  principal  amount  of  Power  Revenue  Bonds,  subject  to  the 
terms  of  Charter  Section  9. 1 07(8).  (Rydstrom) 
Reso  12-0026 

Public  comment 

Mr  David  Pilpel,  SFPUC  CAC,  expressed  support  for  these  proposals  as  presented. 
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Ms.  Espanola  Jackson,  Bayview  Hunters  Point,  express  concern  with  the  budget  process 
asking  that  its  implications  for  the  Southeastern  neighborhood  be  made  more  clear.  Ms. 
Jackson  noted  that  there  were  great  unmet  needs  in  her  community  and  urged  that  these 
needs  be  addressed  wherever  possible. 

Motion  by  Vice  President  Torres,  2"^  by  Commission  Caen  to  approve  the  proposed 
SFPUC  lOYear  Capital  Plan  for  FY  2012-13  to  2021-22  Passed  5-0  AYE  (Moran,  Torres, 
Caen,  Vietor,  Courtney)  unanimously. 

Rates  Policy 

1 7.  Public  Hearing  to  consider  and  possible  action  to  adopt  the  proposed  San 
Francisco  Public  Utilities  Commission  ("SFPUC")  Rates  Policy. 
Reso  12-0027  (Rydstrom) 

President  Moran  noted  that  this  provided  a  good  opportunity  to  set  out  a  structure  now 
that  could  be  further  developed  going  forward.  Additionally,  President  Moran  pointed  to 
sufficiency  and  compliance  as  the  twin  pillars  that  would  need  to  be  considered  in 
developing  this  policy  going  fonward.  President  Moran  noted  that  we  had  only  partially 
identified  funding  for  our  planned  program  and  that  the  question  of  how  best  to  identify 
when  and  how  rates  may  need  to  be  adjusted  and  doing  so  in  a  manner  that  reflected  out 
values  was  going  to  be  challenging. 

Public  comment 

David  Pilpel,  SFPUC  CAC,  encouraged  the  adoption  of  the  policy  as  a  good  step  forward, 
saying  he  deemed  it  ready. 

Motion  by  Vice  President  Torres,  2'^  by  Commissioner  Vietor  to  approve  the  proposed 
SFPUC  Rates  Policy  Passed  5-0  AYE  (Moran,  Torres,  Caen,  Vietor,  Courtney) 
unanimously. 


Wholesale  Water  Rates  -  Adopted  Unanimously 

1 8.  Motion  to  calendar  a  Public  Hearing  on  May  8.  2012  to  consider  the  adoption  of 
Wholesale  Water  Contract  Rates  for  FY  2012-13,  effective  July  1 ,  2012. 

(Rydstrom) 

Public  comment 

No  comment  was  offered 

Motion  by  Commissioner  Caen,  2"^  by  Commissioner  Courtney  to  calendar  the  proposed 
May  8*"  Public  Hearing  Passed  5-0  AYE  (Moran,  Torres,  Caen,  Vietor,  Courtney) 
unanimously. 

CLOSED  SESSION 


19.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 

Page  12  SFPUC  February  14,  2012 


No  comments  were  offered  on  any  closed  session  item. 

20.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

Motion  by  Commissioner  Courtney,  2"^  by  Commissioer  Vietor  to  invoke  privilege  and 
retire  into  closed  session  Passed  5-0  AYE  (Moran,  Torres,  Caen,  Vietor,  Courtney) 
unanimously. 

The  Commissioners  retired  into  closed  session  at  3:29  p.m. 

Present  during  closed  session  were  President  Anson  B,  Moran,  Commissioner  Ann 
Moller  Caen,  Commissioner  Francesca  Vietor,  Commissioner  Vince  Courtney,  Deputy 
General  Manager  Michael  Cariin,  Deputy  City  Attorney  David  Milstein,  Deputy  City 
Attorney  Noreen  Ambrose,  Real  Estate  Services  Manager  Rosanna  Russell,  SFPUC 
Deputy  Manager  Ellen  Levin,  and  Commission  Secretary  Michael  Housh. 

Vice  President  Torres  left  the  meeting  at  during  the  closed  session. 

THE  PUBLIC  UTILITIES  COMMISSION  WILL  GO  INTO  CLOSED  SESSION  TO 
DISCUSS  THE  FOLLOWING  ITEMS: 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (b)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2) 

{Rothschilcf) 

Existing  Litigation:  As  Defendant 

Espinosa  v  City  &  County  of  San  Francisco 

San  Francisco  Superior  Court  Case:  No.  CGC-508999 

Filed  March  9,  201 1 


22.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (b)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2) 

{Rothschild) 

Existing  Litigation:  As  Defendant 

Zuniga  v  City  &  County  of  San  Francisco,  San  Francisco  Water  Department,  R.  J. 
Baumgarten  San  Francisco  Superior  Court  Case  No.  CGC-08-474671 
Filed  April  25,  2008 
Reso  12-0028 


23.  Conference  with  Legal  Counsel  Pursuant  to  Government  Code  Section  54956.8: 
Real  Estate  Negotiation  (Ambrose) 

SFPUC  Negotiators:  Ellen  Levin  and  Rosanna  S.  Russell 
Other  Negotiators:  Mike  Roth,  Lehigh  Hanson,  Inc. 
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Concerning:  Parcel  65,  Calaveras  Road,  Sunol,  CA 
Reso  12-0029 


FOLLOWING  THE  CLOSED  SESSION,  THE  PUBLIC  UTILITIES  COMMISSION  WILL 
RECONVENE  IN  OPEN  SESSION. 


24.  Announcement  following  Closed  Session. 

President  Moran  announced  that  Agenda  Items  #21  and  #22  had  been  settled  and  that 
there  was  no  action  taken  on  Agenda  Item  #24. 

25.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Motion  by  Commissioner  Vietor,  2"^  by  Commissioner  Caen  not  to  disclose  the  closed 
session  discussions  Passed  4-0  AYE  (Moran,  Caen,  Vietor,  Courtney)  unanimously 

26.  Other  New  Business 

No  new  business  matters  were  proposed 

There  being  no  further  business  President  Moran  adjourned  the  meeting  at  4:00  p/m. 
ADJOURNMENT 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0014 


WHEREAS,  On  January  12,  2010,  this  Commission  awarded  Agreement  No.  CS-102, 
Sunny  Sewer  Tunnel  Project,  and  authorized  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  to  negotiate  and  execute  a  professional  services  agreement,  in  the  amount 
not-to-exceed  $2,500,000,  and  with  a  term  of  three  years,  concluding  on  March  31,  2013,  with 
Jacobs  Project  Management  Company;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  for  $350,000  to  provide  ongoing 
construction  management  services  through  the  completion  of  the  Sunnydale  Auxiliary  Sewer 
Project  (WW-487)  construction  contract,  increasing  the  total  not-to-exceed  agreement  amount  to 
$2,850,000,  with  no  change  to  the  agreement  duration;  and 

WHEREAS,  A  Human  Rights  Commission  (HRC)  subconsulting  goal  of  9%  Local 
Business  Enterprise  (LBE)  participation  has  been  established  for  this  agreement;  and 

WFiEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  CENMSCIC23; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.l  to  Infrastructure 
Division  Agreement  No.  CS-102,  Sunnydale  Sewer  Tunnel  Project,  with  Jacobs  Project 
Management  Company  to  provide  ongoing  construction  management  services  in  support  of 
Sunnydale  Auxiliary  Sewer  Project  (WW-487)  construction  contract,  and  authorizes  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  this  amendment, 
increasing  the  agreement  not-to-exceed  amount  by  $350,000,  for  a  total  not-to  exceed  agreement 
amount  of  $2,850,000,  with  no  change  to  the  agreement  duration. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  14.  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  1 2-00 15 


WHEREAS,  The  Sewer  System  Improvement  Program  (SSIP),  Water  System 
Improvement  Program  (WSIP),  and  other  SFPUC  projects  will  require  right  of  way  services;  and 

^  WHEREAS,  It  is  necessary  to  procure  the  services  of  a  qualified,  professional  right  of 
way  hrm  to  provide  specialized  right  of  way  services  to  supplement  SFPUC  staff-  and 

WHEREAS,  The  estimated  cost  of  services  is  up  to  $3,500,000;  and 

WHEREAS,  The  proposal  was  advertised  on  September  1,  201 1;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  February  20 1 2  and  end  in  January  20 1 7 
and  the  duration  of  this  agreement  is  five  (5)  years;  and 

WHEREAS,  SFPUC  staff  and  Human  Rights  Commission  (HRC)  review  of  the  selection 
panel  evaluations  and  the  proposals  resulted  in  the  establishment  of  Associated  Right  of  Way 
Services  (ARWS)  as  the  highest  ranked  consulting  firm;  and 

WHEREAS,  An  HRC  sub-consulting  goal  of  9%  Local  Business  Enterprise  (LBE) 
participation  (of  the  total  value  of  services  to  be  provided)  has  been  established  for  this 
agreement;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  a  consultant  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selectmg  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funding  for  this  agreement  will  be  available  at  the  time  of  award  for  the 
issuance  of  task  orders  from  the  SSIP  (Project  CWWSIPPL  -  SSIP  Planning  Project  and  other 
specific  SFPUC  projects  to  be  determined;  now,  therefore,  be  it 


RESOLVED  That  this  Commission  hereby  approves  the  selection  of  Associated  Right  of 
Way  Services  (ARWS);  awards  Agreement  No.  CS-200,  Right  of  Way  Services  funded  by  the 
Sewer  System  Improvement  Program  (SSIP),  Water  System  Improvement  Program  (WSIP),  and 
other  SFPUC  projects;  to  provide  right  of  way  services;  and  authorizes  the  General  Manager  ot 
the  SFPUC  to  negotiate  and  execute  a  professional  ser\'ices  agreement  with  ARWS  for  an 
amount  not-to-exceed  $3,500,000  and  with  a  duration  of  five  years,  or,  in  the  event  negotiations 
are  not  successful  or  City  requirements  are  not  satisfied,  to  negotiate  and  execute  a  protessional 
services  agreement  with  the  next  highest  ranked  proposer. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  ^  February  14,  2012 — .  _ 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0016 


WHEREAS,  The  Meter  Data  Management  System  (MDMS)  ;  is  central  to  the 
processing  of  all  electric  meter  data  for  use  in  billing,  forecasting  and  reporting  to  the  California 
Independent  System  Operator  (CA  ISO),  Pacific  Gas  &  Electric  (PG&E)  and  various 
government  agencies;  is  the  central  repository  of  all  usage  and  billing  data  for  electricity,  gas, 
and  steam;  and  further  development  is  required  to  respond  to  changing  reqxiirements.  The  must 
complete  knowledge  transfer  from  consultant  to  staff  for  maintenance  and  fiarther  development; 
of  this  critical  system;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  the  qualified  consulting  firm  to 
provide  specialized  consulting,  system  development,  technical  documentation  and  staff  training 
to  supplement  SFPUC  staff;  and 

WHEREAS,  The  estunated  cost  of  services  is  $2,750,000;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  April,  2012  and  end  m  March,  2016  and 
the  duration  of  this  agreement  is  4  years;  and 

WHEREAS,  SFPUC  staff  and  Human  Rights  Commission  (HRC)  review  of  the  MDMS 
development  needs  resulted  in  a  determination  that  a  sole  source  award  is  justified  due  to  the 
proprietary  and  specialized  nature  of  the  software  and  the  establishment  of  Mountford  Group, 
Inc.  as  the  best  qualified  consulting  firm;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the  San 
Francisco  Human  Rights  Commission  (HRC)  has  granted  a  sole  source  waiver  for  this  project 
and  has  thereby  waived  the  Local  Business  Enterprise  (LBE)  subcontracting  goals  for  the 
Agreement;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  and 

WHEREAS,  Fimds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  firom  the  operating  budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Mountford  Group, 
Inc.;  awards  Power  Enterprise,  Operating  Budget-funded  Agreement  No.  CS-201,  System 
Development  &  Maintenance  of  Meter  Data  Management  System,  to  provide  consultant  services 
for  specialized  analysis,  data  modeling,  design,  software  development,  documentation,  training, 
project  management,  and  maintenance  to  support  continued  development  and  implementation  of 
the  Hetch  Hetchy  Water  and  Power  ("HHWP")  Meter  Data  Management  System;  and  authorizes 
the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  negotiate  and  execute 
a  professional  services  agreement  with  Mountford  Group,  Inc.  for  an  amount  not-to-exceed 
$2,750,000,  and  with  a  duration  of  four  years. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of   February  14.  2012  


dtifitk 


Secretary,  Public     'ties  Commission 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0017 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)-funded  Contract  No.  WD-2625  Hunters  Point  Reservoir  Rehab  & 
Seismic  Upgrade,  by  the  contractor,  Cal  State  Constructors,  Inc.;  and 

WHEREAS  On  November  23,  2010,  the  San  Francisco  Public  Utilities  Commission 
adopted  Resolution  No.  10-0204,  authorizing  the  General  Manager  to  negotiate  with  the  sole 
responsive  and  responsible  bidder  or  with  any  qualified  contractor  for  Water  Enterprise  Water 
System  Improvement  Program-funded  Contract  No.  WD-2625,  Hunters  Point  Rehabilitation  and 
Seismic  Upgrade;  and 

WHEREAS,  Negotiations  between  the  SFPUC  and  the  sole  responsible  and  responsive 
bidder,  Cal  State  Constructors,  resulted  in  an  original  contract  in  the  amount  of  $1,700,000;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  February  7, 
2011,  with  an  original  schedule  of  375  consecutive  calendar  days  and  the  contract  work  was 
completed  in  352  consecutive  calendar  days  on  January  24, 2012;  and 

WHEREAS,  Modification  No.  1  is  being  requested  for  an  additional  $21,835  to  address 
adjustments  made  for  final  quantities  and  costs  for  all  bid  items  required  to  complete  the  work, 
increasing  the  total  contract  amount  to  $1,721,835;  and 

WHEREAS;  The  contractor  exceeded  the  established  Human  Rights  Commission  (HRC) 
subcontracting  goal  of  16%  Local  Business  Enterprise  (LBE)  participation,  by  utilizing  a  project 
total  LBE  participation  of  22,48%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW1901  -  Hunters  Point  Reservoir 
Rehab  &.  Seismic  Upgrade;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Water 
Enterprise,  Water  System  Improvement  Program-fimded  Contract  No,  WD-2625  Hunters  Pomt 
Reservoir  Rehab  &  Seismic  Upgrade,  approves  Modification  No,  1  (Final)  comprised  of  one 
change  order  that  addresses  adjustments  made  for  final  quantities  and  costs  for  all  bid  items, 
increasing  the  contract  by  $21,835,  for  a  total  contract  amount  of  $1,721,835;  and  authorizes 
final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  Its  meeting  of  February  14.  2012  


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0018 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE)  Five- 
Year  Capital  Improvement  Program  (CIP)  -funded  Contract  No.  WW-450R,  Channel  Pump 
Station  Odor  Control  and  Facility  Improvements,  by  the  contractor,  Monterey  Mechanical 
Company;  and 

WHEREAS,  On  July  22,  2008,  by  Resolution  No.  08-0138,  this  Commission  awarded 
Contract  No.  WW-450R,  Channel  Pump  Station  Odor  Control  and  Facility  Improvements,  in  the 
amount  of  $14,578,820,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  Monterey 
Mechanical  Company;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  September  2, 
2008,  with  an  original  schedule  of  450  consa:utive  calendar  days  and  the  conti-act  work  was 
completed  in  850  consecutive  calendar  days  on  February  28,  20 11;  and 

WHEREAS,  The  original  contract  amount  was  for  $14,578,820  and  the  original  contract 
duration  was  450  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1  through  9  were  previously  presented  to  the 
Commission  on  two  occasions  (Resolution  No.  09-0187  and  10-0078)  extending  the  contract 
time  by  an  additional  210  calendar  days,  for  a  contract  duration  of  660  days  and  increasing  the 
contract  amount  by  $2,380,419,  for  a  revised  contract  value  of  $16,959,239;  and 

WHEREAS,  Modification  No.  10  (Final)  is  being  requested  for  ($146,241)  to  account  for 
actual  costs  of  labor  and  materials  required  to  complete  the  work  under  allowance  bid  items, 
decreasing  the  total  contract  amount  to  $16,812,998  and  with  a  time  extension  of  190  days  for  a 
final  contract  duration  of  850  calendar  days;  and 

WHEREAS,  The  contractor  made  a  good  faith  effort  to  comply  with  the  HRC 
subcontracting  goals  of  7.24%  LBE  submitted  for  this  contract.  Due  to  non-performance  and 
eventual  termination  of  one  of  the  major  LBE  sub-contractors,  the  contractor  utilized  a  4.37% 
LBE  participation;  and 

WHEREAS,  Funds  are  available  fi^m  Project  No.  CENMSCIC30  -  Channel  PS 
Improvements;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Wastewater 
Enterprise,  5-Year  CIP-fiinded  Contract  No.  WW-450R  Channel  PS  Odor  Control  and 
Facility  Improvements;  approves  Modification  No.  10  (Final),  decreasing  the  contract  by 
$146,241,  for  a  total  contract  amount  of  $16,812,998,  and  with  a  time  extension  of  190 
consecutive  calendar  days  for  a  total  contract  duration  of  850  consecutive  calendar  days;  and 
authorizes  final  payment,  to  the  contractor. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of_   February  14.  2012 


Secretary^  Public  VtHlties  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0019 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise,  Renewal  and 
Replacement  (R&R)  Program-funded  Contract  No.  WW-481, 
Baker/Grove/Cole/Clayton/Waller/Duboce/Henry  Streets  Sewer  Replacement,  by  the  contractor, 
Harty  Pipelines,  Inc.;  and 

WHEREAS,  On  October  15,  2010,  by  Resolution  No.  10-0172,  this  Commission 
awarded  Contract  No.  WW-481,  Baker/Grove/Cole/ClaytonAValler/Duboce/Henry  Streets  Sewer 
Replacement,  in  the  amount  of  $1,324,955,  to  the  lowest,  qualified  responsible  and  responsive 
bidder,  Harty  Pipelines,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  January  14, 
2011,  with  an  original  schedule  of  175  consecutive  calendar  days  and  the  contract  work  was 
completed  in  263  consecutive  calendar  days  on  October  3, 201 1;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,324,955  and  the  original  contract 
duration  was  175  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $23,911  to  replace  the  existing  street 
pavement  fi-om  curb  to  curb  on  Waller  Street,  fi-om  Cole  Street  to  Belvedere  Street,  increasing 
the  contract  amount  to  $1,348,866  and  extending  the  contract  duration  by  seven  (7)  consecutive 
calendar  days;  and 

WHEREAS,  Modification  No.  2  (Final)  is  bemg  requested  for  ($123,597)  to  account  for 
actual  labor  and  materials  required  to  complete  the  work  under  bid  item  allowances,  decreasmg 
the  contract  amount  to  $1,225,269  and  extending  the  contract  duration  by  81  consecutive 
calendar  days,  for  a  total  contract  duration  of 263  consecutive  calendar  days;  and 

WHEREAS,  The  contractor  exceeded  the  established  Human  Rights  Commission  (HRC) 
subconti-acting  goal  of  13.21%  Local  Business  Enterprise  (LBE)  participation,  by  utilizing  a 
project  total  LBE  participation  of  1 5.9 1  %.;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS20, 
Baker/Grove/Cole/Clayton/Waller/Duboce/Henry  Streets  Sewer  Replacement  and  DPW  Project 
No.  CENTRNSRT73  8,  Waller  Street  Pavement  Renovation;  now,  tiierefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  perfonned  for  Wastewater 
Enterprise,  Renewal  and  Replacement  (R&R)  Program-fiinded  Contract  No.  WW-481 
Baker/Grove/Cole/Clayton/Wailer/Duboce/Heray  Streets  Sewer  Replacement;  approves 
Modification  No.  2  (Final),  decreasing  the  contract  by  $123,597,  for  a  total  contract  amount  of 
$1,225,269  and  with  a  time  extension  of  81  consecutive  calendar  days  for  a  total  contract 
duration  of  263  consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor,  Harty 
Pipelines,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  14.  2012 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0020 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  and  Department  of  Public  Works  (DPW)  Pavement  Renovation  Program- 
funded  Contract  No.  WW-500,  SOMA/Mission  Districts  Sewer  Replacement  and  Pavement 
Renovation  was  advertised  on  December  8, 201 1;  and 

WHEREAS,  The  Engineer's  Estimate  is  $3,558,284  for  this  construction  contract  work  to 
replace  the  existing  sewers  and  street  pavement  from  curb  to  curb  on  various  streets  in  the 
SOMA/Mission  Districts  of  the  City  and  County  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  265  consecutive  calendar  days;  and 

WHEREAS,  On  January  6,  2012,  under  the  delegation  agreement  between  the  San 
Francisco  Planning  Department  and  the '  SFPUC,  the  SOMA/Mission  Districts  Sewer 
Replacement  and  Pavement  Renovation  project  was  determined  to  be  statutorily  excluded  xmder 
California  Environmental  Quahty  Act  (CEQA)  Section  15282(k)  and  Public  Resources  Code 
Section  21080.21;  and 

WHEREAS,  Seven  (7)  bids  were  received  and  opened  pubUcly  on  January  5, 2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Human 
Rights  Commission  (HRC)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Precision  Engineering  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  18%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  Precision  Engineering  committed  to  an 
18.15%  LBE  participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Admmistrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  PUC  Project  No  CWWRNRCS07, 
SOMA/Mission  Districts  Sewer  Replacement  and  DPW  Project  No.  CPWTRNSRA638, 
SOMA/Mission  Districts  Pavement  Renovation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Program-funded  and  DPW  Pavement  Renovation  Program-funded  Contract 
No.  WW-500,  SOMAMission  Districts  Sewer  Replacement  and  Pavement  Renovation  to 
replace  the  existing  sewers  and  street  pavement  on  various  streets  in  the  SOMA/Mission 
Districts  of  San  Francisco,  in  the  amount  of  $2,891,905  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  Precision  Engineering. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of_  February  14.  2012 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0021 


WHEREAS,  Agreement  No.  CS-225  was  advertised  on  October  1 8, 20 1 1 ;  and 

WHEREAS,  The  estimated  cost  of  services  for  this  professional  services  contract  work  is 
$8.5  million  dollars;  and 

WHEREAS,  The  contract  duration  is  40  months;  and 

WHEREAS,  Three  proposals  were  received  on  November  15,  2011,  and  two  of  the  three 
proposers  were  short-listed  to  continue  on  with  Oral  Interviews  held  on  January  20,  2012.  The 
results  of  the  scoring  process  were  posted,  and  a  protest  was  filed,  during  an  extension  of  the 
protest  period,  and  the  high  scoring  proposer  objected  to  the  protest  and  to  the  extension  of  the 
protest  period;  and 

WHEREAS,  Due  to  the  recently  revised  construction  schedule  for  the  project,  staff 
determined  that  it  could  take  advantage  of  that  opportunity  to  expand  the  bidding  pool  by 
modifying  the  RFP's  minimum  qualification  requirements,  throujgh  re-advertiseraent  of  the  RFP. 
If  the  Commission  approves  this  decision,  there  will  be  no  need  to  address  the  issues  raised  in  the 
protest  and  the  response  to  the  protest;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  18%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW35302  -  Seismic  Upgrade  of 
BDPL  Nos.  3  &4  at  Hayward  Fault;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  rejects  all  proposals  for  Water  System 
Improvement  Program  (WSIP)-funded  Agreement  No.  CS-225,  Seismic  Upgrade  of  BDPL  Nos. 
3&4  at  Hayward  Fault,  Construction  Management  Services;  and  authorizes  the  General  Manager 
of  the  San  Francisco  Public  Utilities  Commission  to  re-advertise  the  Request  For  Proposals 
(RFP)  as  Agreement  No.  CS-225R,  Seismic  Upgrade  of  BDPL  Nos.  3&4  at  Hayward  Fault, 
Construction  Management  Services,  to  receive  and  evaluate  proposals,  conduct  oral  interviews 
and  to  return  to  the  Commission  with  a  recommendation  for  award. ' 

/  hereby  certify  that  the  foregoing  resolutior)  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  14.  2012  


Secretary,  Public  Utilities  Commission 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0022 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  the  "exclusive 
charge  of  the  construction,  management,  supervision,  maintenance,  extension,  expansion, 
operation,  use  and  control  of  all  water,  cleanwater  and  energy  supplies  and  utilities  of  the  City  as 
well  as  the  real,  personal  and  financial  assets,  that  are  imder  the  jurisdiction  or  assigned  to  the 
Commission",  pursuant  to  the  San  Francisco  Charter;  and 

WHEREAS,  The  General  Manager  is  the  department  head  of  the  SFPUC,  with 
responsibility  for  the  administration  and  management  of  the  operations,  personnel  and  assets 
under  the  jurisdiction  of  the  SFPUC;  and 

WHEREAS,  This  Commission  nominated,  and  the  Mayor  appointed,  Ed  Harrington  to 
serve  as  the  General  Manager  in  March,  2008  under  the  provisions  of  Charter  sections  3.100  and 
4.102;  and 

WHEREAS,  Charter  Section  8B.126  authorizes  this  Commission  to  employ  the  General 
Manager  imder  an  individual  contract,  with  compensation  comparable  to  the  compensation  of  the 
chief  executive  officers  of  the  public  water,  wastewater  and/or  power  systems  in  the  United 
States  that  the  Commission,  after  an  independent  survey,  determines  most  closely  resemble  the 
Public  Utilities  Commission  in  size,  mission,  and  complexity.  For  purposes  of  approving  this 
individual  employment  contract  the  Public  Utilities  Commission  may  exercise  all  powers  of  the 
City  and  Coimty,  the  Board  of  Supervisors,  the  Mayor,  and  the  Director  of  Human  Resources 
under  Article  XI  of  this  charter;  and 

WHEREAS,  At  a  duly  noticed  meeting  of  the  Commission  on  September  28, 2010,  this 
Commission  approved  a  new  employment  contract  between  the  City  and  Ed  Harrington,  with  a 
term  expiring  March  16,  2012;  and 

WHEREAS,  This  Commission  and  Ed  Harrington  now  intend  to  enter  into  a  new 
employment  contract,  with  an  effective  date  of  February  14,  2012,  retaining  the  substantive 
terms  of  the  prior  employment  contract,  except  that  the  expiration  date  of  the  new  contract  will 
be  August  31,  2012,  and  the  contract  will  authorize  the  Commission,  by  resolution,  to  further 
extend  the  expiration  date,  with  the  written  consent  of  Ed  Harrington,  to  an  agreed  upon  date  no 
later  than  December  31, 2012;  now,  therefore,  be  it 


RESOLVED,  This  Commission  authorizes  the  Commission  President  to  execute  an 
employment  contract  with  Ed  Harrington  to  serve  as  the  General  Manager  of  the  SFPUC  for  a 
term  expiring  on  August  3 1, 2012,  subject  to  the  terms  and  conditions  in  substantially  the  form 
of  the  contract  on  file  Avith  the  Commission  Secretary,  and  approved  as  to  form  by  the  City 
Attorney,  on  behalf  of  the  City  and  County  of  San  Francisco,  acting  by  and  through  the  SFPUC. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  14,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0023 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC),  established 
piirsuant  to  San  Francisco  Charter  Section  4.112,  has  the  "exclusive  charge  of  the  construction, 
management,  supervision,  maintenance,  extension,  expansion,  operation,  use  and  control  of  all 
water,  clean  water  and  energy  supplies  and  utilities  of  the  city  as  well  as  the  real,  personal  and 
financial  assets,  that  are  imder  the  Commission's  jurisdiction  or  assigned  to  the  Commission 
under  Section  4.132,"  as  provided  in  San  Francisco  Charter  section  8B121;  and 

WHEREAS,  The  SFPUC  has  a  duly  appomted  General  Manager  and  pursuant  to  Charter 
Section  4.126  the  General  Manager  is  responsible  for  the  administration  and  management  of  the 
department;  and 

WHEREAS,  The  Real  Estate  Services  Division  of  the  SFPUC  manages  leases  and  long- 
term  permits  for  the  SFPUC;  and 

WHEREAS,  All  leases  and  certain  permits  issued  by  RES  reqmre  the  tenants  and 
permitees  to  post  security  deposits.  The  lease  and  permit  terms  required  increases  in  security 
deposits  when  rent  is  increased  annually  according  to  increases  in  the  Consumer  Price  Index;  and 

WHEREAS,  RES  is  responsible  for  collecting  firom  tenants  and  permitees  any  increases 
in  security  deposits  per  the  terms  of  those  leases  or  permits;  and 

WHEREAS,  The  costs  of  the  administration  and  collection  of  increases  in  security 
deposits  due  to  changes  in  the  consmner  price  index  (CPI)  for  those  leases  and  permits  with 
nominal  revenue  generating  potential,  generally  those  with  an  annual  rent  or  permit  fee  of  less 
than  $5,000,  exceeds  the  amount  of  secmity  the  collection  of  such  increases  generate;  and 

WHEREAS,  The  City  and  County  of  San  Francisco' Office  of  the  Controller  (Controller's 
Office)  issued  an  audit  entitled  Fixed  Rent  Agreements  with  Revenues  Exceeding  $100,000 
dated  August  10,  2010  whereby  the  Controller's  Office  recommended  that  the  SFPUC  consider 
obtaining  the  authority  to  modify  certain  leases  in  a  blanket  amendment  to  improve  lease 
administration  and  improve  its  business  processes;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  delegates  authority  to  the  General  Manager  of  the 
SFPUC,  or  his  designee,  to  waive  the  collection  of  increases  in  security  deposits  for  those 
existing  lease  and  permits  with  annual  rents  of  $5,000  or  less.  A  list  of  such  existing  leases  and 
permits  is  attached  hereto  as  Attachment  A;  and  be  it 


FURTHER  RESOLVED,  that  this  Commission  hereby  authorizes  amendment  of  the 
leases  and  permits  set  forth  in  Attachment  A  to  provide  that  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission,  or  his  designee,  has  the  authority  to  waive  collection  of 
the  security  deposit  increases  for  the  leases  and  permits  listed  in  Attachment  A. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  PubHc  Utilities  Commission  at  its 
meeting  of    February  14,  2012 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0024 


WHEREAS,  The  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  and  staff  presented  the  proposed  10- Year  Financial  Plan  for  the  period  FY  2012-13  through 
FY  2021-22  to  the  Commission  at  duly  noticed  public  hearings  held  on  January  12, 24,  and  Februaiy  14 
of  2012  for  the  Water  Enterprise,  Wastewater  Enterprise  and  Hetch  Hetchy  Water  and  Power  including 
the  Power  Enterprise;  and 

WHEREAS,  It  is  recommended  that  governmental  entities  maintain  a  multi-year  financial  plan 
to  forecast  future  fiscal  operations  and  revenue  requirements  for  their  customers  and  stakeholders;  and 

WHEREAS,  It  is  further  recommended  that  future  year  revenue  requirement  impacts  be 
considered  when  making  budgetary  decisions;  and 

WHEREAS,  The  10- Year  Financial  Plan  is  mandated  by  City  Charter  Section  8B.123  and  is 
updated  annually  as  a  part  of  the  budget  process;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  adopts  the  attached  SFPUC  10-Year  Financial  Plan  for  FY 
2012-13  through  FY  2021-21. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  14,  2012 


lAlMlU 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0025 


WHEREAS,  The  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  and  staff  presented  proposed  FY  2012-13  and  FY  2013-14  Operating  and 
Programmatic  Project  Budgets  to  the  Commission  at  public  hearings  held  on  January  12  and  24, 
and  February  14,  2012  for  the  Water  Enterprise,  the  Wastewater  Enterprise,  and  Hetch  Hetchy 
Water  and  Power,  including  the  Power  Enterprise  as  well  as  the  SFPUC  Bureaus;  and 

WHEREAS,  The  SFPUC  proposed  Operating  and  Programmatic  Project  Budgets  must  be 
submitted  to,  and  approved  by,  Mayor  Edwin  M.  Lee  and  the  Board  of  Supervisors;  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission  hereby  approves  Fiscal  Years  2012-13  and  2013- 
14  Operating  Budgets  as  presented  by  the  General  Manager,  including  the  following  Operating 
Budget  amounts  for  each  Enterprise: 


FY  2012-13 

FY  2013-14 

Water  Enterprise 

$350,989,795 

$381,854,571 

Wastewater  Enterprise 

$204,091,000 

$212,161,000 

Hetch  Hetchy  Power 

$  99,928,114 

$  99,238,821 

Hetch  Hetchy  Water 

$  37.000.000 

$  35.249.999 

Subtotal 

$692,008,909 

$728,504,391 

Public  Utilities  Bureaus 

$148,017,376 

$146,794,805 

Bureau  Recoveries 

$(78,106,448) 

$(76,249,706) 

Project  Recoveries,  Infrastructure 

$(69,910,928") 

$(70,545,099) 

Total  SFPUC 

$692,008,909 

$728,504,391 

RESOLVED,  That  this  Commission  hereby  approves  Fiscal  Years  2012-13  and  2013- 
14  Programmatic  Project  Budgets  for  each  Enterprise  as  follows: 

Programmatic  Projects                  FY  2012-13  FY  2013-14 

Water  Enterprise                          $  19,022,000  $  22,001,700 

Wastewater  Enterprise                   $  4,733,000  $  5,297,000 

Hetchy  Power                             $  6,566,000  $  6,874,000 

Hetchy  Water                             $  3.444.0QQ  $  2.344.000 

Total  SFPUC           $  33,765,000  $  36,516,700 

and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
submit  the  Operating  Budgets  and  Programmatic  Project  Budgets  to  the  Mayor  and  the  Board  of 
Supervisors  for  approval;  and  be  it 

FURTHER  RESOLVED,  That  the  General  Manager  is  authorized  to  make  further 
technical  adjustments  to  these  approved  amounts  as  may  be  necessary  or  upon  further  direction 
from  the  Commission;  and,  be  it 


FURTHER  RESOLVED,  That  the  General  Manager  is  authorized  to  adjust  salaries  in 
accordance  with  amendments  to  the  Annual  Salary  Ordinance  and  mandatory  fringe  benefits  in 
accordance  with  the  Controller's  instructions;  and,  be  it 

FURTHER  RESOLVED,  That  the  budget  estimates  shall  be  filed  with  the  Controller  in 
accordance  with  the  provisions  of  the  San  Francisco  Charter  Article  IX  and  Administrative  Code 
Chapter  3.  Copies  of  the  approved  budget  are  on  file  in  the  office  of  the  Commission  Secretary. 

/  hereby  certify  ttiat  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  14.  2012 

Secretary,  Public  Utilities  Commission 


Authorize:  Adoption  of  Two-Year  Capital  Budget 
Commission  Meeting  Date:  February  14,  2012 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0026 


WHEREAS,  The  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  and  staff  presented  the  proposed  10-Year  Capital  Plan,  the  proposed  FY  2012-13 
and  FY  2013-14  Capital  Improvement  Program  (Capital  Budget)  to  the  Commission  at  public 
hearings  held  on  January  12  and  24,  and  February  14, 2012,  for  the  Water  Enterprise,  Wastewater 
Enterprise,  and  Hetch-Hetchy  Water  and  Power,  including  the  Power  Enterprise;  and 

WHEREAS,  The  SFPUC  proposed  Capital  Improvement  Program  Budget  must  be 
submitted  to,  and  approved  by.  Mayor  Edwin  M.  Lee  and  the  Board  of  Supervisors;  and 

WHEREAS,  The  SFPUC  General  Manager  recommends  that  the  SFPUC  seek  a 
supplemental  appropriation  for  the  capital  expenditures  presented  in  the  proposed  Capital 
Improvement  Program  Budgets  for  the  Water  Enterprise,  Wastewater  Enterprise  and  Hetch  Hetchy 
Water  &  Power,  including  the  Power  Enterprise,  to  timely  implement  public  repair  and 
improvement  projects,  including  the  preparation  and  consideration  of  environmental  analysis 
pursuant  to  the  California  Environmental  Quality  Act  (CEQA)  and  Administrative  Code  Chapter 
31,  where  required;  and 

WHEREAS,  This  Commission  has  considered  the  proposed  Fiscal  Years  2012-13  and 
2013-14  Capital  Improvement  Program  Budgets  for  the  Water  Enterprise,  Wastewater 
Enterprise,  and  Hetch  Hetchy  Water  and  Power,  including  the  Power  Enterprise,  which  total 
$403,304,000  for  FY  2012-13  and  $465,092,000  for  FY  2013-14;  now,  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  Fiscal  Years  2012-13  and  FY 
2013-14  Capital  Improvement  Program  Budget  for  each  Enterprise  as  follows: 


Capital  Improvement  Program 

Wastewater  Enterprise 
Water  Enterprise 
Hetchy  Power 
Hetchy  Water 

Total  SFPUC 

and,  be  it 


FY  2012-13 

$267,908,000 
$  86,958,000 
$  14,809,000 
$  33.629.000 
$403^04,000 


FY  2013-14 

$255,569,000 
$127,011,000 
$  25,021,000 
$  57.491.000 
$465,092,000 


FURTHER  RESOLVED,  That  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  (SFPUC)  is  authorized  to  make  further  technical  adjustments  to  these 
approved  amounts  as  may  be  necessary,  or  upon  further  direction  from  the  Commission;  and,  be 
it 

FURTHER  RESOLVED,  That  this  Commission  hereby  adopts  the  proposed  FY  2012- 
13  and  2013-14  SFPUC  Capital  Improvement  Program  Budgets  for  the  Water  Enterprise,  the 
Wastewater  Enterprise,  and  Hetch  Hetchy  Water  and  Power,  including  the  Power  Enterprise,  and 
authorizes  the  General  Manager  to  request  the  Mayor  to  recommend  to  the  Board  of 


Authorize:  Adoption  of  Two-Year  Capital  Budget 
Commission  Meeting  Date:  February  14,  2012 


Supervisors  a  supplemental  appropriation  in  tiie  amount  of  $443,888,000  to  fund  FY  2012-13 
and  $518,321,000  to  fiind  FY  2013-14  as  follows: 


FY  2012-13  Projects 

Financing 

Amount 

Costs 

Total 

Wastewater  Enterprise 

$267,908,000 

$31,494,000 

$299,402,000 

Water  Enterprise 

$  86,958,000 

$  6,145,000 

$  93,103,000 

Hetchy  Power 

$  14,809,000 

$  0 

$  14,809  000 

Hetchy  Water 

$  33.629.000 

$  2.945.000 

$  36,574  000 

Total  SFPUC 

$403^04,000 

$40,584,000 

$443,888,000 

FY  2013-14  Projects 

Financing 

Amount 

Costs 

Total 

Wastewater  Enterprise 

$255,569,000 

$32,785,000 

$288,354,000 

Water  Enterprise 

$127,011,000 

$13,168,000 

$140,179,000 

Hetchy  Power 

$  25,021,000 

$  2,300,000 

$  27,321,000 

Hetchy  Water 

$  57.491.000 

$  4.976.000 

$  62.467.000 

Total  SFPUC 

$465,092,000 

$53,229,000 

$518,321,000 

FURTHER  RESOLVED,  That  this  Commission  approve  the  acceptance  and  expenditures 
of  Proposition  IE  Grant  Funds  in  the  amount  of  $24,147,000  to  fund  a  like  amount  of  eligible  cost, 
in  the  Wastewater  Capital  Improvement  Program  for  FY  2012-13  and  be  it, 

FURTHER  RESOLVED,  The  General  Manager  is  hereby  authorized  and  directed  to 
submit  to  the  Board  proposed  Ordinances  authorizing  the  issuance  of  not  to  exceed  $163,400,000 
aggregate  principal  amount  of  Water  Revenue  Bonds  and  $492,810,000  aggregate  principal 
amount  of  Wastewater  Revenue  Bonds  under  the  terms  of  Proposition  E;  provided,  however,  the 
issuance  of  such  Bonds  shall  be  subject  to  the  terms  of  Proposition  E  (approved  by  the  voters 
November  2002);  and  $12,300,000  aggregate  principal  amount  of  Power  Revenue  Bonds  subject 
to  the  terms  of  Charter  Section  9.107(8).  The  General  Manager  shall  return  to  this  Commission 
and  the  Board  for  a  subsequent  discretionary  approval  of  any  disclosure  and  security  documents 
prepared  in  connection  with  the  issuance  of  such  Bonds  to  finance  these  capital  improvement 
program  projects;  and  be  it 


adopted: 


FURTHER  RESOLVED,  The  FY  2012-13  to  FY  2021-22  Ten-Year  Capital  Plan  is  hereby 


10-Year  Capital  Plan 

Wastewater  Enterprise 
Water  Enterprise 
Hetch  Hetchy  Water  &  Power 
Total  SFPUC 


FYE  2013-2022 

$5,107,730,000 
$1,262,452,000 
$  638.079.000 
$7,008,261,000 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Pubiic  Utilities 
Commission  at  its  meeting  of         i February  14.  2012 


I  February  14.  2012  ^ 

A  '.A  0  I-LJi. 

secretary,  Public  Utilities 


Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0027 


WHEREAS,  The  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  and  staff  presented  the  draft  Rates  Policy  on  February  14, 2012;  and 

WHEREAS,  The  draft  Rates  Policy  was  presented  to  the  Revenue  Bond  Oversight  Committee, 
the  Rate  Fairness  Board  and  the  Citizen's  Advisory  Committee  and  incorporated  feedback  from  these 
bodies  mto  the  draft  Rates  Policy  along  with  public  comment;  and 

WHEREAS,  This  policy  shall  be  revised  periodically  and  implemented  through  Commission 
proposals  for  budgets,  rates,  contract  rates,  fees  and  charges  and  any  policy  deviation  and  its  impact  will 
be  reviewed  by  the  Commission;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  adopts  the  attached  SFPUC  Rates  Policy. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  Its  meeting  of  February  14,  2012 


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 

SAN  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 

Edwin  M.  Lee 

MAYOR 


AGENDA 
Regular  Meeting 
Tuesday,  February  28, 2012 

1:30  P.M. 
City  Hall,  Room  400 
1  Dr.  Carlton  B.  Goodlett  Place 


Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moller  Caen,  Commissioner 
Francesca  Victor,  Commissioner 
Vince  Courtney,  Commissioner 


Departments  and  Enterprises 

Water  Enterprise 
Wastewater  Enterprise 
Power  Enterprise 

Infrastructure 
Business  Services 
External  Affairs 


Ed  Harrington 

General  Manager 

Michael  Housh 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  Information  are  available  on  the  SFPUC  web  site:  www.sfwater.org. 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  City  Hall,  1  Dr.  Carlton  B.  Goodlett 
Place,  San  Francisco,  CA.  The  Commission  meeting  room  is  wheelchair  accessible.  The  closest  accessible 
BART  station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI 
lines  serving  this  location  are:  #47  Van  Ness,  and  #71  Haight/Noriega  and  the  F  Line  to  Market  and  Van 
Ness  and  the  Metro  Stations  at  Van  Ness  and  Market  and  at  Civic  Center.  For  information  about  MUNI 
accessible  services  call  (415)  923-6142.  There  is  accessible  curbside  parking  adjacent  to  City  Hall  on 
Grove  Street  and  Van  Ness  Avenue  and  in  the  vicinity  of  the  Veterans  Building  at  401  Van  Ness  Avenue 
adjacent  to  Davies  Hall  and  the  War  Memorial  Complex. 

City  Hall  is  accessible  to  persons  using  wheelchairs  and  other  disabilities.  The  Polk  Street/  Carlton  B. 
Goodlett  entrance  is  accessible  via  a  ramp  and  a  wheelchair  lift.  The  other  three  entrances  are  accessible 
via  ramps.    Assistive  listening  devices  are  available  and  meetings  are  open  captioned  in  the  hearing  room 
and  closed  captioned  on  SFGTV  .Materials  in  alternative  formats,  American  Sign  Language  interpreters, 
and  other  accommodations  will  be  made  available  upon  request.  Please  contact  Michael  Housh, 
Commission  Secretary,  at  (415)  554-3165  or  by  Email  mhoush @ sfwater.org  to  make  arrangements  for  any 
of  these  services.  Providing  at  least  48  hours  notice  prior  to  the  meeting  will  help  to  ensure  availability. 

In  order  to  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other 
attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City  accommodate  these 
individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to 
the  people's  review.  For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a 
violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton 
B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554- 
7854;  E-mail:  sotf@sfgov.org.  Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the 
Sunshine  Task  Force,  the  San  Francisco  Public  Library  and  on  the  City's  website  at  wwvv.sfgov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action  may 
be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct  Code 
§2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist  Ordinance, 
please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite  220,  San  Francisco,  CA 
94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at  www.sfgov.org/ethics. 


ORDER  OF  BUSINESS: 


1.     Call  to  Order 


2.     Roll  Call 


3.  Approval  of  Minutes 

a)  Minutes  of  the  February  14,  2012  Regular  Meeting 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a.  )  Letter  Summary 

b.  )  Advance  Calendar 

c.  )  Staff  Reports  (written  reports  sent  to  the  Commissioners) 


1.  Hunter's  Point  Development  Phase  I  Update  Report  (Hale) 

2.  Residential  Graywater  Program  Update  (Ritchie) 

3.  Community  Garden  Irrigation  Meter  Grant  Program  (Ritchie) 

4.  Quarterly  Construction  Change  Order  Report  (Labonte) 


6.     Other  Commission  Business 


7.     Report  of  the  General  Manager 

a)  Water  System  Improvement  Program  (WSIP)  Quarterly  Update  Report  (Labonte) 

b)  Update  on  Shore  Side  Power  at  Pier  70  (Hale) 

c)  New  Site  for  Proposed  Westside  Recycled  Water  Project  (Ritchie) 


8.     Bay  Area  Water  Supply  &  Conservation  Agency  (BAWSCA)  General  Manager's  Report 

(Jensen) 

a)  BAWSCA  Update  Report 
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THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF  PUBLIC 
UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are  available 
for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary,  11 55  Market  Street, 
ll'^  Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

9.     All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be  routine  by 
the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by  a  single  vote  of 
the  Commission.  There  will  be  no  separate  discussion  of  these  items  unless  a  member  of  the 
Commission  or  the  public  so  requests,  in  which  event  the  matter  will  be  removed  from  the 
Consent  Calendar  and  considered  as  a  separate  item. 

a)  Approve  Amendment  No.  2  to  Legislative  Affairs  Funded  Agreement  No.  CS-850,  State 
Legislative  Representation  and  Advocacy  Services  for  the  San  Francisco  Public  Utilities 
Commission  (SFPUC),  with  Edelstein,  Gilbert,  Robson,  and  Smith  to  provide  state 
legislative  representation  and  advocacy  services  for  the  SFPUC  and  authorize  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  execute  this 
amendment  increasing  the  agreement  by  $50,000,  for  a  total  not-to-exceed  agreement 
amount  of  $1,050,000,  and  increasing  the  agreement  duration  by  up  to  three  (3)  months  for 
a  total  agreement  duration  of  five  (5)  years,  three  (3)  months.  (Ellis) 

b)  Approve  Amendment  No.  2  to  Legislative  Affairs  Funded  Agreement  No.  CS-851,  Federal 
Legislative  Representation  and  Advocacy  Services  for  the  San  Francisco  Public  Utilities 
Commission  (SFPUC),  with  Daryl  Owen  Associates  to  provide  federal  legislative 
representation  and  advocacy  services  for  the  SFPUC  and  authorize  the  General  Manager  of 
the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  execute  this  amendment 
increasing  the  agreement  by  $83,333,  for  a  total  not-to-exceed  agreement  amount  of 
$1,333,333,  and  increasing  the  agreement  duration  by  four  (4)  months  for  a  total  agreement 
duration  of  five  (5)  years,  four  (4)  months.  (Ellis) 

c)  Approve  Modification  No.  1  to  Enterprise-funded  Contract  No.  JOC-21,  Job  Order  Contract 
(JOC),  General  Construction  (B-License),  San  Francisco/Peninsula/East  Bay/Hetch  Hetchy, 
with  Southwest  Construction  and  Property  Management,  to  accomplish  general  building 
construction  work  for  all  San  Francisco  Public  Utilities  Commission  (SFPUC)  Enterprise 
Operations  and  Bureaus,  increasing  the  contract  by  $2,500,000,  for  a  total  contract  amount  of 
$7,500,000,  and  with  a  time  extension  of  three  years  for  a  total  contract  duration  of  five 
years,  as  allowed  for  JOC  contracts  under  the  SF  Administrative  Code.  Modification  of  this 
contract  will  complete  ongoing  facility  improvements  such  as  roofing,  fencing,  security 
monitoring,  erecting  pre- fabricated  buildings,  plumbing  and  electrical  work.  (Kelly) 

d)  Accept  the  work  performed  by.  Mountain  Cascade,  Inc.  for  Water  Enterprise,  Water 
System  Improvement  Program  (WSIP)-funded  Contract  No.  WD-2513,  San  Andreas 
Pipeline  No.  3  Replacement;  approve  Modification  No.  1  (Final),  increasing  the  contract  by 
$521,001  for  a  total  contract  amount  of  $16,857,351  with  a  time  extension  of  63 
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consecutive  calendar  days  for  a  total  contract  duration  of  673  consecutive  calendar  days; 
and  authorize  the  final  payment  to  the  contractor.  Modification  No  1  (Final)  is  comprised 
of  twenty-eight  (28)  change  orders,  which  address  credits  for  design  changes  due  to 
differing  site  conditions  and  workarounds  due  to  unforeseen  weather  conditions.  The  total 
of  all  change  orders  represents  a  3.19%  increase  over  the  original  contract  amount  and 
10.33%  of  the  original  contract  duration.  (Labonte) 

e)      Accept  the  work  performed  by  J.  Flores  Construction  for  Wastewater  Enterprise  (WWE) 
Capital  Improvement  Program-funded  (CEP)  Contract  No.  WW-521,  Spot  Sewer  Repair 
Contract  No.  25;  approve  Modification  No.  2  (Final),  to  account  for  additionally  required 
sewer  repair  work,  increasing  the  contract  by  $690,204,  for  a  total  contract  amount  of 
$3,908,939;  and  authorize  final  payment  to  the  contractor.  Modification  No.  2  is  being 
requested  to  address  costs  related  to  1)  the  additional  length  and  level  of  damage  discovered 
upon  excavation;  and  2)  the  amount  of  repair  work  performed  along  streets  with  MUNI 
trolley  bus  service.  Due  to  OSHA  requirements,  the  MUNI  overhead  trolley  lines  either 
needed  to  be  offset  temporarily  or  de-energized  in  order  to  perform  the  repair  work.  (Moala) 


10.    Presentation  and  discussion  of  the  201 1  Revenue  Bond  Oversight  Committee  (RBOC) 


11.    Discussion  and  possible  action  to  approve  the  selection  of  MWHAJRS,  Joint  Venture 
(MWH/URS  JV);  award  Wastewater  Enterprise,  Sewer  System  Improvement  Program 
(SSDP)  funded  Agreement  No.  CS-169,  Central  Bayside  System  Improvements  Project,  to 
provide  project  planning  and  engineering  services;  and  authorize  the  General  Manager  of 
the  San  Francisco  Public  Utilities  Commission  to  negotiate  and  execute  a  professional 
services  agreement  with  MWH/URS  JV  for  an  amount  not-to-exceed  $30,000,000,  with  a 
duration  of  up  to  nine  (9)  years,  subject  to  the  Board  of  Supervisors  approval  pursuant  to 
Charter  Section  9.118.  (Kelly) 


12.    Discussion  and  possible  action  to  authorize  the  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  Memorandum  of 
Understanding  (MOU)  with  California  Pacific  Medical  Center  (CPMC)  to  perform  sewer 
improvements  related  to  and  under  the  Wastewater  Enterprise,  Cesar  Chavez  Street  Sewer 
System  Improvement  Project  (the  Project);  authorize  the  General  Manager  to  accept  and 
expend  funds  from  CPMC  in  the  amount  of  $3,729,893  to  issue  a  Contract  Modification 
in  the  amount  of  $2,847,758,  increase  the  construction  contingency  by  $284,776  and 
authorize  staff  to  provide  $597,359  of  support  related  to  the  MOU  agreement,  subject  to 
Board  approval  of  a  supplemental  appropriation  of  those  funds;  and  approve 
Modification  No.  1  to  Wastewater  Enterprise  Contract  No.  WW-410.  Cesar  Chavez  Street 
Sewer  Improvement  Project,  with  JMB  Construction  Inc.,  to  modify  sewer  facilities  on 
Cesar  Chavez  Street,  27'^  Street,  San  Jose  Avenue,  Valencia  Street,  and  Duncan  Street, 
increasing  the  contract  by  $2,847,758  for  a  total  contract  amount  of  $18,175,297  and  with 
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a  time  extension  of  98  consecutive  calendar  days,  for  a  total  contract  duration  of  598 
consecutive  calendar  days;  and  increasing  the  constmction  contingency  by  $284,776  for  a 
total  contingency  amount  of  $1,817,530,  subject  to  Board  approval  of  a  supplemental 
appropriation  of  those  limds;  and  adopt  environmental  findings  under  the  California 
Environmental  Quality  Act.  (Moala) 


CLOSED  SESSION 


13.    Public  comments  on  matters  to  be  discussed  in  Closed  Session. 


14.    Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed  below 
as  Conference  with  Legal  Counsel. 


THE  PUBLIC  UTILITIES  COMMISSION  WILL  GO  INTO  CLOSED  SESSION  TO  DISCUSS 
THE  FOLLOWING  ITEMS: 

15.    Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code  Section 
54957  and  San  Francisco  Administrative  Code  Section  67.10(a).  (Ambrose) 

Consultation  with:   Agency  Chief  of  Security  concerning  security  of  S.F.P.U.C.  Water  and 
Power  Systems. 


16.   Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section  54956.9 
(b)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2)  (Rothschild) 

Existing  Litigation:  As  Defendant 

Donna  Murray  v  City  &  County  of  San  Francisco 

San  Francisco  Superior  Court  Case:  No.  CGC-10-503853 

Filed:  September  9,  2010 


17.    Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section  54956.9 
(b)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2)  (Rothschild) 
City  and  County  of  San  Francisco,  Office  of  City  Attorney  Dennis  Herrera,  as  Civil 
Prosecutor  and  the  People  of  the  State  of  California  et  al.  v  Alexander  Deanda,  Gerald  T. 
Lyons,  and  Sheldon  Morris 
Existing  Litigation:  As  Plaintiff 
San  Mateo  Superior  Court  Case  No.  CIV  482-138 
Filed:  November  24,  2008 
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18.  Public  Employee  Appointment/Hiring  -  Pursuant  to  California  Government  Code  Section 
54957  and  San  Francisco  Administrative  Code  Section  67.10(b).  (Moran) 

Position:  0922  Administrative  Secretary,  Public  Utilities  Commission 

FOLLOWING  THE  CLOSED  SESSION,  THE  PUBLIC  UTILITIES  COMMISSION  WILL 
RECONVENE  IN  OPEN  SESSION. 

19.  Announcement  following  Closed  Session. 

20.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

21.  Other  New  Business 
ADJOURNMENT 
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City  and  County  of  San  Francisco 
Public  Utilities  Commission 
1155  Market  Street,  1 1'*'  Floor 
San  Francisco,  CA  94103 

RETURN  SERVICE  REQUESTED 


San  Francisco 

Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 

SAN  Francisco  Public  utilities  commission 

City  and  County  of  San  Francisco 

Edwin  M.  Lee 

MAYOR 


MINUTES 

(Approved  March  13,  2012) 
Regular  Meeting 
Tuesday,  February  28,  2012 

1:30  P.M. 
City  Hall,  Room  400 
1  Dr.  Carlton  B.  Goodlett  Place 


Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moller  Caen,  Commissioner 
Francesca  Vietor,  Commissioner 
Vince  Courtney,  Commissioner 

Departments  and  Enterprises 

Water  Enterprise 
Wastewater  Enterprise 
Power  Enterprise 

Infrastructure 
Business  Services 
External  Affairs 


Ed  Harrington 

General  Manager 

Michael  Housh 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org. 


ORDER  OF  BUSINESS: 


1 .  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1 :39pm 

2.  Roll  Call 

Present  were:  President  Moran,  Commissioner  Caen,  and  Commissioner  Courtney. 
Commissioner  Vietor  was  reported  excused  attendance. 

Vice  President  Torres  joined  the  meeting  at  1:50pm. 

3.  Approval  of  Minutes 

a)  Minutes  of  the  February  1 4,  201 2  Regular  Meeting 

Motion  by  Commissioner  Caen,  2"^  by  Commissioner  Courtney  to  approve  Passed  3-0 
AYE  (Moran,  Caen,  Courtney)  unanimously. 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

Mr.  Dick  Allen  noted  his  longtime  interest  in  Lake  Merced  and  asked  that  a  chart 
showing  the  Lake  level  be  reported  on  the  SFPUC's  website.  Mr.  Allen  expressed 
satisfaction  with  the  current  water  levels  at  Lake  Merced  but  expressed  concern  about 
the  potential  impact  of  pumping  from  the  Lake  Merced-Westside  Basin  Aquifer  asking 
that  a  similar  chart  showing  what  was  proposed  to  be  pumped  from  both  the  North  and 
South  Basin  also  be  made  available.  Mr.  Allen  noted  that  through  recycling  Daly  City 
had  addressed  its  issues  in  this  regard.  Mr.  Allen  also  urged  that  the  Lake  Merced 
Boathouse  be  rehabilitated  and  suggested  contacting  the  Irving  High  School  Rowing 
Team  as  another  potential  user  of  the  renovated  facility. 

Mr.  Bill  McLaughlin,  Surf  Rider  Foundation,  reported  and  showed  slides  on  his 
organization's  ongoing  involvement  with  San  Francisco  Planning  &  Urban  Research's 
(SPUR)  efforts  to  address  Ocean  Beach  erosion  issues  and  presented  a  addressing  the 
issues  that  posed  a  risk  to  the  existing  South  Sloat  Lake  Merced  Wastewater 
infrastructure  and  especially  the  Tunnel. 

Mr.  David  Pilpel,  SFPUC  CAC,  commented  on  a  press  report  concerning  the  resolution 
of  discovered  SFPUC  employee  misconduct  and  applauded  the  General  Manager  and 
staff's  taking  forceful  action  to  recover  the  financial  losses  and  take  steps  to  prevent  a 


reoccurrence  of  this  kind  of  situation  as  well  as  steps  taken  by  Cole  Hardware  to 
address  this  problem  created  by  its  related  employee  misconduct. 

Mr.  Harrington  noted  that  the  SFPUC  was  actively  involved  in  SPUR's  visioning  process 
for  Ocean  Beach  and  that  a  future  presentation  on  these  issues  could  be  brought  to  the 
Commission. 


5.  Communications 

a.  )  Letter  Summary 

b.  )  Advance  Calendar 

c.  )  Staff  Reports  {written  reports  sent  to  the  Commissioners) 

1 .  Hunter's  Point  Development  Phase  I  Update  Report 

2.  Residential  Gravwater  Program  Update 

3.  Communitv  Garden  Irrigation  Meter  Grant  Program 

4.  Quarterly  Construction  Change  Order  Report 

There  were  no  questions  concerning  any  item  in  Communications. 

6.  Other  Commission  Business 


7.    Report  of  the  General  Manager 

a)  Water  System  Improvement  Program  (WSIP)  Quarterly  Update  Report  (Labonte) 

WSIP  Director  Julie  Labonte  presented  a  brief  overview  of  the  current  Quarterly  Report; 
including  current  status  of  local  and  regional  projects,  outlined  challenges,  especially 
related  to  the  tunneling  projects,  challenges  regarding  the  Bay  Division  Pipelines 
projects,  and  noted  completion  of  three  key  projects  during  this  reporting  period. 

b)  Update  on  Shore  Side  Power  at  Pier  70  {Hale) 

Assistant  General  Manger  Barbara  Hale  outlined  the  ongoing  discussion  with  the  Port 
concerning  the  Port  of  San  Francisco  (Port)  noting  that  they  would  have  to  remove  the 
shoreside  power  facility  at  Pier  29  for  the  construction  of  the  new  Cruise  Ship  Terminal. 
The  terminal  structure  will  be  used  as  a  venue  for  the  America's  Cup.  Ms.  Hale  noted 
that  the  Port  was  proposing  to  install  a  shoreside  power  facility  at  Pier  70.  Ms.  Hale 
explained  that  this  new  Shoreside  power  facility  would  serve  as  mitigation  for  the  loss  of 
the  facility  at  Pier  29  while  the  new  Cruise  Ship  Terminal  was  under  construction.  The 
Pier  70  shoreside  power  facility  would  continue  to  operate  after  the  Pier  29  shoreside 
power  facility  was  re-installed,  post-construction  resulting  to  two  such  facilities.  Ms. 
Hale  noted  that  the  prospect  of  additional  shoreside  power  facilities  represented 
additional  customer  demand,  as  well  as  provided  air  quality  benefits  to  the  city,  since 
more  polluting  onboard  generation  would  be  avoided.  Ms.  Hale  recalled  that  the 


{Hale) 

{Ritchie) 

{Ritchie) 

{Labonte) 


Commission  has  supported  the  Pier  29  shoreside  power  project,  contributing  $1 .8 
million  towards  its  construction.  Ms.  Hale  further  explained  that  consistent  with  that 
approach,  staff  was  engaged  with  the  Port  to  assist  in  the  development  of  shoreside 
power  facilities  at  Pier  70.  Ms.  Hale  reported  that  a  letter  of  intent  between  Port  and 
SFPUC  had  been  developed,  and  noted  staff  was  preparing  a  memorandum  of 
understanding  detailing  the  roles  and  responsibilities  of  the  Port  and  SFPUC  that  would 
be  presented  to  the  SFPUC  for  review  and  approval.  Ms.  Hale  explained  that  the  Port 
staff  was  seeking  the  approval  of  the  Port  Commission  today  (February  28).  Ms.  Hale 
reported  that  staff  would  be  bringing  the  matter  to  the  SFPUC  Commission  for  its 
consideration  once  the  Port  Commission  had  acted.  Ms.  Hale  explained  that  an  element 
of  this  was  a  proposal  that  the  SFPUC  would  support  the  shoreside  power  project  by 
committing  to  pay  the  Port  $1 .5  million  by  201 7  if  the  demand  at  Pier  70  increases  by 
65,625,000  kWh  by  2017.  In  response  to  questions  by  Presdient  Moran,  Ms.  Hale 
outlined  why  we  were  assuming  a  portion  of  the  costs  due  to  their  ineligibility  to  pursue 
grant  funding  and  outlined  the  extensive  financial  and  environmental  benefits  of  having 
two  shoreside  per  facilities. 

c)  New  Site  for  Proposed  Westside  Recycled  Water  Project  {Ritchie) 

AGM  for  Water  Steven  Ritchie  presented  an  overview  of  staff's  proposed  change  of  the 
location  for  the  Westside  Recycled  Water  Plant  from  Golden  Gate  Park  to  a  site  within 
and  adjoining  the  Oceanside  Treatment  Plant.  In  answer  to  questions  by  Commissioner 
Caen,  AGM  Ritchie  reported  there  would  be  additional  costs  to  pipe  the  water  from  the 
new  site  to  its  proposed  uses  in  Golden  Gate  Park  and  the  golf  courses  but  also  pointed 
out  that  this  provided  opportunities  to  identify  new  customers  for  the  recycled  water  as 
well. 

Public  comment 

Ms.  Nancy  Wuerfel,  Golden  Gate  Park  Preservation  Alliance,  recalled  the  past  history  of 
efforts  to  protect  the  Park  and  cited  a  longstanding  promise  to  close  the  old  sewage 
treatment  facility  that  had  been  made  when  the  Oceanside  Plant  was  built.  Ms.  Wuerfel 
strongly  supported  the  proposed  change  in  location  as  restoring  the  integrity  of  Golden 
Gate  Park,  making  these  5  acres  available  for  park  uses,  as  well  as  finding  a  much 
more  appropriate  location  for  the  needed  recycled  water  facility  on  the  proposed  site 
adjacent  to  the  Oceanside  treatment  Plant. 

Ms.  Katherine  Howard,  Golden  Gate  Park  Preservation  Alliance,  also  strongly 
supported  the  change  in  the  proposed  location  for  this  facility  as  this  restored  5  acres  to 
the  park,  which  was  a  precious  resource,  and  provided  a  solution  that  best  served 
everyone. 

Ms.  Ann  Clark,  a  San  Francisco  Ratepayer,  noted  that  the  Bay  Area  Water  Stewards 
(BAWS)  supported  this  proposed  change  in  location  and  also  strongly  supported  this 
change  as  beneficial  noting  that  it  demonstrated  that  General  Manager  Harington  and 
SFPUC  staff  actually  listened  to  community  concerns  and  responded  creatively  to  find  a 


solution  that  provided  a  good  result  for  the  entire  community  while  restoring  land  to  the 
park.  She  noted  she  was  often  cynical  about  how  government  served  the  community 
but  this  was  a  case  that  amply  showed  that  it  did  do  so  in  an  exemplary  manner. 

Mr.  David  Pilpel  SFPUC  CAC  recommended  that  the  Citizens'  Advisory  Committee  be 
involved  in  helping  with  community  engagement  regarding  the  consideration  of  the 
proposed  route  for  the  new  service  pipelines,  and  expressed  an  interest  in  learning  what 
if  any  impacts  this  might  have  on  meeting  the  mandated  potable  water  offset  that  the 
city  was  under  obligation  to  create. 

Mr.  Harrington  called  particular  attention  to  the  outstanding  work  done  by  Water 
Resources  Planning  Manager  Paula  Ketioe  and  Citizen  involvement  Coordinator 
Suzanne  Gautier  in  working  though  countless  community  meetings  to  facilitate  moving 
this  process  forward. 

8.     Bay  Area  Water  Supply  &  Conservation  Agency  (BAWSCA)  General  Manager's 
Report 

(Jensen) 

a)  BAWSCA  Update  Report 

BAWSCA  General  Manger  Art  Jensen  presented  a  brief  report  outlining  ongoing 
BAWSCA  activities  in  particular  noting  and  applauding  the  point  that  that  Ms.  Labonte's 
WSIP  Quarterly  Report  had  specifically  addressed  concerns  and  issues  raised  in  a 
letter  that  BAWSCA  had  sent  to  the  SFPUC  reflecting  the  continuing  close  cooperation 
between  BAWSCA  and  the  SFPUC  in  addressing  issues  of  mutual  concern. 
Additionally,  Mr.  Jensen  discussed  BAWSCA's  ongoing  water  supply  planning  and 
reported  efforts  to  expand  water  conservation  through  a  landscape  management 
program  available  to  their  members.  Mr.  Jensen  also  reported  that  it  was  envisioned 
that  these  programs,  including  one  that  provided  an  edible  as  well  as  water  saving 
landscaping  model,  would  be  ongoing  in  the  coming  months. 


THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF 
PUBLIC  UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
1155  Market  Street,  ll'''  Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165, 
Fax:  (415)  554-3424. 


CONSENT  CALENDAR 


9.    All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon 
by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
Items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which 
event  the  matter  will  be  removed  from  the  Consent  Calendar  and  considered  as  a 
separate  item. 

Commissioner  Caen  requested  that  Agenda  Item  #9b  be  addressed  separately, 

Motion  by  Vice  President  Torres,  2"^  by  Commissioner  Courtney  to  approve  Consent 
Calendar  Items  #9a,  #9c,  #9d,  and  #9e.  Passed  4-0  Aye  (Moran,  Torres,  Caen, 
Courtney)  unanimously 

In  response  to  questions  by  Commissioner  Caen,  Mr.  Harrington  explained  that  agenda 
item  #9b  constituted  only  a  three  month  extension  until  a  new,  longer  contract  could  be 
put  out  to  bid  and  brought  to  the  Commission  for  its  consideration. 

Motion  by  Vice  President  Torres,  2""^  by  Commissioner  Caen  to  approve  Consent 
Calendar  Item  #9b  Passed  4-0  Aye  (Moran,  Torres,  Caen,  Courtney)  unanimously 


a)  Approve  Amendment  No.  2  to  Legislative  Affairs  Funded  Agreement  No.  CS-850, 
State  Legislative  Representation  and  Advocacy  Services  for  the  San  Francisco 
Public  Utilities  Commission  (SFPUC),  with  Edelstein,  Gilbert,  Robson,  and  Smith  to 
provide  state  legislative  representation  and  advocacy  services  for  the  SFPUC  and 
authorize  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  to  execute  this  amendment  increasing  the  agreement  by  $50,000,  for  a 
total  not-to-exceed  agreement  amount  of  $1 ,050,000,  and  increasing  the 
agreement  duration  by  up  to  three  (3)  months  for  a  total  agreement  duration  of  five 
(5)  years,  three  (3)  months.  Reso  12-0030  {Ellis) 

b)  Approve  Amendment  No.  2  to  Legislative  Affairs  Funded  Agreement  No.  CS-851 , 
Federal  Legislative  Representation  and  Advocacy  Services  for  the  San  Francisco 
Public  Utilities  Commission  (SFPUC),  with  Daryl  Owen  Associates  to  provide 
federal  legislative  representation  and  advocacy  services  for  the  SFPUC  and 
authorize  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  to  execute  this  amendment  increasing  the  agreement  by  $83,333,  for  a 
total  not-to-exceed  agreement  amount  of  $1 ,333,333,  and  increasing  the 
agreement  duration  by  four  (4)  months  for  a  total  agreement  duration  of  five  (5) 
years,  four  (4)  months.  Reso  12-0034  (Ellis) 


c)  Approve  Modification  No.  1  to  Enterprise-funded  Contract  No.  JOC-21 ,  Job  Order 
Contract  (JOC),  General  Construction  (B-License),  San  Francisco/Peninsula/East 
Bay/Hetch  Hetchy,  with  Soutiiwest  Construction  and  Property  Management,  to 
accomplish  general  building  construction  work  for  all  San  Francisco  Public  Utilities 
Commission  (SFPUC)  Enterprise  Operations  and  Bureaus,  increasing  the  contract 
by  $2,500,000,  for  a  total  contract  amount  of  $7,500,000,  and  with  a  time  extension 
of  three  years  for  a  total  contract  duration  of  five  years,  as  allowed  for  JOC 
contracts  under  the  SF  Administrative  Code.  Modification  of  this  contract  will 
complete  ongoing  facility  improvements  such  as  roofing,  fencing,  security 
monitoring,  erecting  pre-fabricated  buildings,  plumbing  and  electrical  work. 

Reso  12-0031  (Kelly) 

d)  Accept  the  work  performed  by.  Mountain  Cascade,  Inc.  for  Water  Enterprise, 
Water  System  Improvement  Program  (WSIP)-funded  Contract  No.  WD-2513,  San 
Andreas  Pipeline  No.  3  Replacement;  approve  Modification  No.  1  (Final), 
increasing  the  contract  by  $521 ,001  for  a  total  contract  amount  of  $16,857,351  with 
a  time  extension  of  63  consecutive  calendar  days  for  a  total  contract  duration  of 
673  consecutive  calendar  days;  and  authorize  the  final  payment  to  the  contractor. 
Modification  No  1  (Final)  is  comprised  of  twenty-eight  (28)  change  orders,  which 
address  credits  for  design  changes  due  to  differing  site  conditions  and 
workarounds  due  to  unforeseen  weather  conditions.  The  total  of  all  change  orders 
represents  a  3.19%  increase  over  the  original  contract  amount  and  10.33%  of  the 
original  contract  duration.  Reso  12-0032  (Labonte) 

e)  Accept  the  work  performed  by  J.  Flores  Construction  for  Wastewater  Enterprise 
(WWE)  Capital  Improvement  Program-funded  (CIP)  Contract  No.  WW-521,  Spot 
Sewer  Repair  Contract  No.  25;  approve  Modification  No.  2  (Final),  to  account  for 
additionally  required  sewer  repair  work,  increasing  the  contract  by  $690,204,  for  a 
total  contract  amount  of  $3,908,939;  and  authorize  final  payment  to  the  contractor. 
Modification  No.  2  is  being  requested  to  address  costs  related  to  1)  the  additional 
length  and  level  of  damage  discovered  upon  excavation;  and  2)  the  amount  of 
repair  work  performed  along  streets  with  MUNI  trolley  bus  service.  Due  to  OSHA 
requirements,  the  MUNI  overhead  trolley  lines  either  needed  to  be  offset 
temporarily  or  de-energized  in  order  to  perform  the  repair  work.  Reso  12-0033 

(Moala) 

REGULAR  BUSINESS 


1 0.  Presentation  and  discussion  of  the  201 1  Revenue  Bond  Oversight  Committee 

(RBOC)  Annual  Report  (Brown) 

Ms.  Brown  recalled  her  years  of  work  with  the  Revenue  Bond  Oversight  Committee  and 
noted  that  Kevin  Cheng  would  assume  the  Chair  as  her  term  in  office  was  concluding. 
Then  Revenue  Bond  Oversight  Committee  Chair  Aimee  Brown  presented  an  extensive 
overview  of  the  ongoing  work  of  the  RBOC.  Ms.  Brown  concluded  that  the  RBOC  found 


that  the  SFPUC  was  expending  bond  funds  in  manner  consistent  with  its  requirements, 
and  that  the  SFPUC  had  adopted  "best  practices,  and  outlined  the  RBOC's 
recommendations  for  some  improvements  in  checking  and  updating  some  reporting. 

Next,  Dr.  William  Ibbs,  the  Independent  Observer,  reported  on  the  findings  of  the 
independent  Review  Panel  which  were  also  largely  favorable  and  briefly  outlined  its  four 
recommendations  for  areas  of  program  and  project  reporting  Improvements. 

President  Moran  applauded  Ms.  Brown's  outstanding  contributions  during  her  8  years  of 
safeguarding  the  public's  trust  while  serving  on  the  RBOC  and  commended  for  her 
service. 

Public  comment 

No  comments  were  offered 


1 1 .  Discussion  and  possible  action  to  approve  the  selection  of  MWH/URS,  Joint 
Venture  (MWH/URS  JV);  award  Wastewater  Enterprise,  Sewer  System 
Improvement  Program  (SSIP)  funded  Agreement  No.  CS-169,  Central  Bayside 
System  Improvements  Project,  to  provide  project  planning  and  engineering 
services;  and  authorize  the  General  Manager  of  the  San  Francisco  Public  Utilities 
Commission  to  negotiate  and  execute  a  professional  services  agreement  with 
MWH/URS  JV  for  an  amount  not-to-exceed  $30,000,000,  with  a  duration  of  up  to 
nine  (9)  years,  subject  to  the  Board  of  Supervisors  approval  pursuant  to  Charter 
Section  9.118.  Reso  12-0035  (Kelly) 

Public  comment 

No  comments  were  offered 

Vice  President  Torres  asked  and  was  informed  by  AGM  Kelly  as  to  who  else  had  bids 
on  this  work.  Vice  President  Torres  then  requested  that  he  be  recused  from  voting  on 
this  matter  to  due  to  a  previous  relationship  with  a  contracting  party. 

Motion  to  recuse  Vice  President  Torres  from  voting  on  this  item  by  Commissioner 
Courtney,  2"'^  by  Commissioner  Caen  Passed  3-0  AYE  (Moran,  Caen,  Courtney) 
unanimously 

Motion  by,  2"*^  by  Commissioner  Caen,  2"^  by  Commissioner  Courtney  to  approve  the 
Item  Passed  3-0  Aye  (Moran,  Torres,  Caen,  Courtney)  unanimously 


1 2.  Discussion  and  possible  action  to  authorize  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a 


Memorandum  of  Understanding  (MOU)  with  California  Pacific  Medical  Center 
(CPMC)  to  perform  sewer  improvements  related  to  and  under  the  Wastewater 
Enterprise.  Cesar  Chavez  Street  Sewer  System  Improvement  Proiect  (the 
Project) ;  authorize  the  General  Manager  to  accept  and  expend  funds  from 
CPMC  in  the  amount  of  $3,729,893  to  issue  a  Contract  Modification  in  the 
amount  of  $2,847,758,  increase  the  construction  contingency  by  $284,776  and 
authorize  staff  to  provide  $597,359  of  support  related  to  the  MOU  agreement, 
subject  to  Board  approval  of  a  supplemental  appropriation  of  those  funds;  and 
approve  Modification  No.  1  to  Wastewater  Enterprise  Contract  No.  WW-410, 
Cesar  Chavez  Street  Sewer  Improvement  Project,  with  JMB  Construction  Inc.,  to 
modify  sewer  facilities  on  Cesar  Chavez  Street,  27'^  Street,  San  Jose  Avenue, 
Valencia  Street,  and  Duncan  Street,  increasing  the  contract  by  $2,847,758  for  a 
total  contract  amount  of  $18,175,297  and  with  a  time  extension  of  98 
consecutive  calendar  days,  for  a  total  contract  duration  of  598  consecutive 
calendar  days;  and  increasing  the  construction  contingency  by  $284,776  for  a 
total  contingency  amount  of  $1,817,530,  subject  to  Board  approval  of  a 
supplemental  appropriation  of  those  funds;  and  adopt  environmental  findings 
under  the  California  Environmental  Quality  Act.  (Moala) 

Mr.  Harrington  explained  that  this  contract  change  allowed  for  the  inclusion  of 
necessary  work  relocating  sewer  facilities  for  St  Luke's  Hospital  as  part  of  the  ongoing 
upgrade  and  renovations  of  the  sewer  systems  in  that  area. 

Vice  President  Torres  also  requested  that  he  be  recused  from  voting  on  this  matter  to 
due  to  a  previous  relationship  with  a  contracting  party. 

Motion  to  recuse  Vice  President  Torres  from  voting  on  this  item  by  Commissioner 
Courtney,  2"''  by  Commissioner  Caen  Passed  3-0  AYE  (Moran,  Caen,  Courtney) 
unanimously 

Motion  by,  2"'^  by  Commissioner  Courtney,  2"^^  by  Commissioner  Caen  to  approve  the 
Item  Passed  3-0  Aye  (Moran,  Caen,  Courtney)  unanimously 


CLOSED  SESSION 


13.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 
No  comments  were  offered  on  any  closed  session  items 

14.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

Motion  by,  2"''  by  Vice  President  Torres,  2"^*  by  Commissioner  Caen  to  assert  the 
attorney-client  privilege  Passed  4-0  Aye  (Moran,  Torres,  Caen,  Courtney)  unanimously 


The  Commissioners  retired  into  a  closed  session  at  2:46pm 


Present  in  closed  session  were:  President  Moran,  Vice  President  Torres,  Commissioer 
Caen,  Commissioner  Courtney,  General  Manager  Harrington,  CFO  &  AGM  for  Business 
Services  Rydstrom,  AGM  for  Wastewater  Moala,  Deputy  City  Attorney  Ambrose,  and 
Commission  Secretary  Housh.  Candidates  for  the  position  of  Commission  Secretary 
were  interviewed  during  the  closed  session. 

THE  PUBLIC  UTILITIES  COMMISSION  WILL  GO  INTO  CLOSED  SESSION  TO 
DISCUSS  THE  FOLLOWING  ITEMS: 

1 5.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  Section  67.10(a).  (Ambrose) 

Consultation  with:  Agency  Chief  of  Security  concerning  security  of  S.F.P.U.C. 
Water  and  Power  Systems. 


16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (b)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2) 
(Rothschild) 

Existing  Litigation:  As  Defendant 

Donna  Murray  v  City  &  County  of  San  Francisco 

San  Francisco  Superior  Court  Case:  No.  CGC-1 0-503853 

Filed:  September  9,  2010 


1 7.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (b)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2) 

(Rothschild) 

City  and  County  of  San  Francisco,  Office  of  City  Attorney  Dennis  Herrera,  as  Civil 

Prosecutor  and  the  People  of  the  State  of  California  et  al.  v  Alexander  Deanda, 

Gerald  T.  Lyons,  and  Sheldon  Morris 

Existing  Litigation:  As  Plaintiff 

San  Mateo  Superior  Court  Case  No.  CIV  482-138 

Filed:  November  24,  2008 


1 8.  Public  Employee  Appointment/Hiring  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  Section  67.10(b). 

(Moran) 

Position:  0922  Administrative  Secretary,  Public  Utilities  Commission 


FOLLOWING  THE  CLOSED  SESSION,  THE  PUBLIC  UTILITIES  COMMISSION  WILL 
RECONVENE  IN  OPEN  SESSION. 

The  Commissioners  retumed  to  open  session  at  3:25pm 

19.  Announcement  following  Closed  Session. 

President  Moran  announced  that  there  was  no  action  on  Agenda  Item  #15,  and  that 
Agenda  Items  #16  and  #17  were  settled. 

President  Moran  then  announced  that  Ms.  Donna  Hood  had  been  unanimously  chosen 
by  the  Commissioners  for  appointment  as  the  new  SFPUC  Commission  Secretary. 

20.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Motion  by,  2"^  by  Commissioner  Courtney,  2"''  by  Commissioner  Caen  not  to  disclose 
the  closed  session  discussions  Passed  4-0  Aye  (Moran,  Torres,  Caen,  Courtney) 
unanimously 

21 .  Other  New  Business 

No  new  business  matters  were  proposed 

There  being  no  further  business  President  Moran  adjourned  the  meeting  at  3:25pm. 
ADJOURNMENT 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0030 


WHEREAS,  On  January  9,  2007,  this  Commission  awarded  Agreement  No  CS-850 
State  Legislative  Representation  and  Advocacy  Services  for  the  San  Francisco  Public  Utilities 
Commission  (SFPUC),  and  authorized  the  General  Manager  of  the  SFPUC  to  negotiate  and 
execute  a  professional  services  agreement  in  an  amount  not-to-exceed  $200,000  per  year  and 
with  a  term  of  three  (3)  years,  concluding  on  March  9,  2010,  with  an  option  to  extend  the 
agreement  for  two  (2)  additional  years  at  the  Commission's  discretion,  with  Edelstein  Gilbert 
Robson,  and  Smith;  and 

WHEREAS,  Amendment  No.  1  to  Agreement  No.  CS-850  was  approved  by  this 
Commission  on  February  9,  2010,  and  authorized  the  extension  of  the  agreement  term  by  two  (2) 

Jnr^'''''^  ^'  '^^^^  legislation  and  advocacy  services  on  behalf  of 

the  SrPUC;  and 

u     ^^^"E^EAS,  Amendment  No.  2  is  being  requested  to  extend  the  agreement  term  by  up  to 
three  (3)  months  to  June  9,  2012  with  a  not-to-exceed  amount  of  $50,000;  and 

WHEREAS,  Amendment  No.  2  will  ensure  that  the  SFPUC  continues  to  have 
representation  before  the  California  Legislature  and  state  administrative  agencies  during  the 
three  (3)  months  m  which  the  request  for  proposal  and  new  contract  execution  process  is 
completed;  and 

WHEREAS,  A  Human  Rights  Commission  (HRC)  sub-consulting  goal  of  15%  Local 
Business  Enterprise  (LBE)  participation  (of  the  total  value  of  services  to  be  provided)  has  been 
established  tor  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  in  the  Board  of  Supervisors-approved 
Budget  for  FY  2011-12  and  FY  2012-13  under  the  index  code  designation  of  SFPUC  Bureaus 
External  Affairs,  Governmental  Affairs,  Labor,  Professional  &  Specialized  Services-  now 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  Amendment  No  2  to  Legislative  Atfairs 
Funded  Agreement  No.  CS-850,  State  Legislative  Representation  and  Advocacy  Services  for  he 
SFPUC,  with  Edelstein,  Gilbert,  Robson,  and  Smith  to  provide  ^  ^^^^^'^^^  Tf 
and  advocacy  services  for  the  SFPUC  and  authorize  the  General  Manager  ot  the  SFPUC  to 
Txecutls'amendment  increasing  the  agreement  by  $^0,000,  tor  a  t„^^^^^^ 
agreement  amount  of  $1,050,000,  and  increasing  the  agreement  duration  by  up  to  three  (3) 
months  for  a  total  agreement  duration  of  five  (5)  years,  three  (3)  months. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  28,  2012 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0031 


WHEREAS,  on  September  14,  2010,  per  Resolution  No.  10  -0146,  this  Commission  approved 
the  award  of  Enterprise-funded  Contract  No.  JOC-21,  Job  Order  Contract,  General  Construction  (B- 
License),  San  Francisco/Peninsula/East  Bay/Hetch  Hetchy  to  Southwest  Construction  and  Property 
Management;  and 

WHEREAS,  The  Notice-To-Proceed  date  was  set  for  November  10,  2010;  and 

WHEREAS,  The  original  contract  amount  was  for  $5,000,000  and  the  original  contract 
duration  was  two  (2)  years;  and 

WHEREAS,  Modification  No.  1  is  being  requested  to  complete  ongoing  facility  improvements 
such  as  rooting,  fencing,  security  monitoring,  erecting  pre-fabricated  buildings,  plumbing  and 
electrical  work  for  SFPUC's  Operations  and  Bureaus,  increasing  the  contract  amount  by  $2,500,000 
for  a  total  contract  value  of  $7,500,000,  and  increasing  the  contract  duration  by  three  (3)  years  for  a 
total  of  five  (5)  years;  and 

WHEREAS,  The  Human  Rights  Commission  (HRC)  subcontracting  goal  of  26%  Local 
Business  Enterprise  (LBE)  participation  has  been  established  for  this  contract;  and 

WHEREAS,  Funds  are  available  from  San  Francisco  Public  Utilities  Commission  (SFPUC) 
Enterprise  funds;  and 

WHEREAS,  No  task  order  will  be  issued  for  construction  requiring  envirormiental  review, 
excluding  those  eligible  for  statutory  or  categorical  exemptions,  until  the  Commission  has  been  given 
the  opportunity  to  review  the  environmental  document  and  take  action  if  deemed  appropriate;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  Enterprise-funded 
Contract  No.  JOC-21,  Job  Order  Contract,  General  Construction  (B-License),  San 
Francisco/Peninsula/East  Bay/Hetch  Hetchy,  to  Southwest  Construction  and  Property  Management, 
for  continued  general  building  construction  work  for  all  SFPUC  Operations  and  Bureaus,  increasing 
the  contract  amount  by  $2,  500,000  for  a  total  contract  value  of  $7,  500,000,  and  with  a  time  extension 
of  three  years,  for  a  total  contract  duration  of  five  years. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  ;  February  28.  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0032 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)-ftinded  Contract  No.  WD-2513,  San  Andreas  Pipeline  No.  3 
Replacement,  by  the  Contractor,  Mountain  Cascade,  Inc.;  and 

WHEREAS,  On  June  23  2009,  by  Resolution  No.  09-0105,  this  Commission  awarded 
Contract  No.  WD-2513,  San  Andreas  Pipeline  No.  3  Replacement,  to  the  lowest,  qualified 
responsible  and  responsive  bidder,  Mountain  Cascade,  Inc.;  and 

WHEREAS,  The  original  contract  amount  was  for  $16,336,350  and  the  original  contract 
duration  was  610  consecutive  calendar  days;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  (NTP)  date  was  set  for  August 
27,  2009,  with  an  original  schedule  of  610  consecutive  calendar  days  and  the  contract  work  was 
completed  in  673  consecutive  calendar  days  on  September  30,  201 1;  and 

WHEREAS,  Modification  No.  1  (Final)  is  being  requested  for  an  addifional  $521,001  to 
address  credits  for  design  changes  due  to  differing  site  conditions  and  workarounds  due  to 
unforeseen  weather  conditions,  increasing  the  total  contract  amount  to  $16,857,351  with  a  time 
extension  of  63  consecutive  calendar  days  for  a  total  contract  duration  of  673  consecutive 
calendar  days;  and 

WHEREAS,  The  Human  Rights  Commission  (HRC)  determined  that  the  Contractor  met 
the  established  12.65%  Local  Business  Enterprise  (LBE)  subcontractor  participation  goal  by 
utilizing  a  total  of  12.99%  LBE  participation;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW37901,  San  Andreas  Pipeline 
No.  3  Replacement;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Mountain 
Cascade,  Inc.  for  WSIP-funded  Contract  No.  WD-2513,  San  Andreas  Pipeline  No.  3 
Replacement,  for  construction  of  a  new  pipeline;  approves  Modification  No.  1  (Final),  to  address 
credits  for  design  changes  due  to  differing  site  conditions  and  workarounds  due  to  unforeseen 
weather  conditions,  increasing  the  contract  by  $521,001  for  a  total  contract  amount  of 
$16,857,351  and  with  a  time  extension  of  63  consecutive  calendar  days,  for  a  total  contract 
duration  of  673  consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  28.  2012 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0033 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE)  Capital 
Improvement  Program-funded  (CIP)  Contract  No.  WW-521,  Spot  Sewer  Repair  Contract  No.  25, 
by  the  contractor,  J.  Flores  Construction;  and 

WHEREAS,  On  March  22,  201 1,  by  Resolution  No.  1 1-0045,  this  Commission  awarded 
Contract  No.  WW-521,  Spot  Sewer  Repair  Contract  No.  25,  in  the  amount  of  $2,926,515,  to  the 
lowest,  qualified  responsible  and  responsive  bidder,  J.  Flores  Construction;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  May  16,  201 1, 
with  an  original  schedule  of  365  consecutive  calendar  days  and  the  contract  work  was  completed 
in  169  consecutive  calendar  days  on  October  31,  201 1;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,926,515  and  the  original  contract 
duration  was  365  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $292,221  to  address  additional  needed 
sewer  repairs,  increasing  the  contract  amount  to  $3,218,736;  and 

WHEREAS,  Modification  No.  2  (Final)  is  being  requested  for  $690,204  to  account  for 
additionally  required  sewer  repair  work,  increasing  the  contract  amount  to  $3,908,939;  and 

WHEREAS,  The  Contractor  has  met  the  Human  Rights  Commission  (HRC)  Local 
Business  Enterprise  (LBE)  subcontracting  goal  of  12%  by  utilizing  a  total  of  12.65%  LBE 
participation;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC51,  Spot  Sewer  Repair 
Contract  No.  25;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Capital 
Improvement  Program-funded  (CIP)  Contract  No.  WW-521,  Spot  Sewer  Repair  Contract  No.  25; 
approves  Modification  No.  2  (Final),  to  account  for  addidonally  required  sewer  repair  work, 
increasing  the  contract  by  $690,204,  for  a  total  contract  amount  of  $3,908,939;  and  authorizes 
final  payment  to  the  contractor,  J.  Flores  Construction. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  28,  2012 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0034 


WHEREAS,  On  January  27,  2007,  this  Commission  awarded  Agreement  No.  CS-851, 
Federal  Legislative  Representation  and  Advocacy  Services  for  the  San  Francisco  Public  Utilities 
Commission  (SFPUC),  and  authorized  the  General  Manager  of  the  SFPUC  to  negotiate  and 
execute  a  professional  services  agreement  in  an  amount  not  to  exceed  $250,000  per  year,  and 
with  a  term  of  three  (3)  years,  concluding  on  March  27,  2010,  with  an  option  to  extend  the 
agreement  for  two  (2)  additional  years  at  the  Commission's  discretion,  with  Daryl  Owen 
Associates;  and 

WHEREAS,  Amendment  No.  1  to  Agreement  No.  CS-851  was  approved  by  this 
Commission  on  February  9,  2010,  and  authorized  the  extension  of  the  agreement  term  by  two  (2) 
years  to  March  27,  2012,  in  order  to  conduct  federal  legislation  and  advocacy  services  on  behalf 
of  the  SFPUC;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  to  extend  the  agreement  term  by  four 
(4)  months  to  July  27,  2012  with  a  not-to-exceed  amount  of  $83,333;  and 

WHEREAS,  Amendment  No.  2  will  ensure  that  the  SFPUC  continues  to  have 
representation  before  the  U.S.  Congress  and  federal  administrative  agencies  during  the  four  (4) 
months  in  which  the  request  for  proposal  and  new  contract  execution  process  is  completed;  and 

WHEREAS,  Human  Rights  Commission  (HRC)  sub-contracting  goals  were  waived  for 
this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  in  the  Board  of  Supervisors-approved 
Budget  for  FY  201 1-12  and  FY  2012-13  under  the  index  code  designation  of  SFPUC  Bureaus, 
External  Affairs,  Governmental  Affairs,  Labor,  Professional  &  Specialized  Services;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Legislative 
Affairs  Funded  Agreement  No.  CS-851,  Federal  Legislative  Representation  and  Advocacy 
Services  for  the  SFPUC,  with  Daryl  Owen  Associates  to  provide  federal  legislative 
representation  and  advocacy  services  for  the  SFPUC  and  authorize  the  General  Manager  of  the 
SFPUC  to  execute  this  amendment  increasing  the  agreement  by  $83,333,  for  a  total  not-to- 
exceed  agreement  amount  of  $1,333,333,  and  increasing  the  agreement  duration  by  four  (4) 
months  for  a  total  agreement  duration  of  five  (5)  years,  four  (4)  months. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of   February  28,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0035 


WHEREAS,  The  Channel  Pump  Station  and  an  existing  66-inch  Channel  Force  Main  are 
currently  the  only  conveyance  infrastructure  available  to  transport  wastewater  from  the  northeast 
portion  of  the  City  to  the  Southeast  Wastewater  Pollution  Control  Plant  (SEWPCP)  for 
treatment.  However,  the  Channel  Force  Main  is  seismically  vulnerable  and  has  failed  three 
times  since  its  construction  in  1981,  including  during  the  1989  Loma  Prieta  Earthquake.  Future 
potential  failure  of  this  force  main  would  be  catastrophic  and  detrimental  to  Wastewater 
Enterprise's  daily  ability  to  reliably  collect  and  treat  wastewater/stormwater  from  the  bayside 
system.  The  proposed  project  would  provide  a  gravity  conveyance  of  dry-weather  and  wet- 
weather  flows  to  the  SEWPCP  for  treatment.  Additional  storage  capacity  would  also  be 
provided  to  aid  in  minimizing  existing  localized  flooding  within  the  Channel  Basin  (i.e.  South  of 
Market  areas).  Consolidation/modification  of  existing  satellite  pump  stations  along  the 
alignment  will  be  considered  and  addressed  during  the  planning  phase.  A  thorough  urban 
watershed  analysis  to  determine  the  volume  of  flows  that  need  to  be  managed  and  the 
corresponding  combination  of  green  infrastructures/grey  infrastructure  stormwater  control 
solutions  will  also  be  conducted.  This  project  will  provide  redundancy  and  seismic  reliability  for 
Wastewater  Enterprise's  bayside  collection  system  operations;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  a  qualified  wastewater  engineering 
and  tunnel  engineering  team  to  provide  specialized  wastewater  systems  and  tunnel  facilities 
planning  and  engineering  services  to  supplement  SFPUC  staff;  and 

WHEREAS,  The  estimated  cost  of  services  is  $30,000,000;  and 

WHEREAS,  The  proposal  was  advertised  on  September  23,  201 1 ;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  May  2012  and,  if  following  planning, 
design  and  environmental  review  of  the  proposed  project,  the  project  is  approved,  then  services 
could  end  in  May  2021,  and  therefore,  the  duration  of  this  agreement  is  up  to  nine  (9)  years; 
and 

WHEREAS,  SFPUC  staff  and  Human  Rights  Commission  (HRC)  review  of  the 
proposals  resulted  in  the  establishment  of  MWH/URS,  Joint  Venture  (MWH/URS  JV)  as  the 
highest  ranked  consulting  team;  and 

WHEREAS,  A  HRC  subconsulting  goal  of  12%  Local  Business  Enterprise  (LBE) 
participation  of  the  total  value  of  services  to  be  provided  has  been  established  for  this  agreement; 
and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 


WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compUance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrafive  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discrefion  of  the  City;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Project  CWWSIPCTOl  -  Central  Bayside  System  Improvements  Project;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  MWH/URS  JV; 
awards  Wastewater  Enterprise  Sewer  System  Improvement  Program  funded  Agreement  No.  CS- 
169,  Central  Bayside  System  Improvements  Project,  to  provide  Planning  and  Engineering 
Services;  and  authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
to  negotiate  and  execute  a  professional  services  agreement  with  MWH/URS  JV  for  an  amount 
not-to-exceed  $30,000,000,  and  with  a  durafion  of  up  to  nine  (9)  years,  or,  in  the  event 
negotiations  are  not  successful  or  City  requirements  are  not  satisfied,  to  negotiate  and  execute  a 
professional  services  agreement  with  the  next  highest  ranked  proposer;  subject  to  Board  of 
Supervisors  approval  pursuant  to  Charter  Section  9.1 18. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  28,  2012 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0036 


WHEREAS,  On  February  23,  2010,  in  Resolution  No.  11 -0036,  the  San  Francisco  Public 
Utilities  Commission  approved  and  awarded  the  Wastewater  Enterprise  CIP  Program-funded 
and  federally  funded  Contract  No.  WW-410,  Cesar  Chavez  Street  Sewer  System  Improvement 
Project  to  JMB  Construction,  including  adopting  a  Final  Initial  Study/Mitigated  Negative 
Declaration  (Final  IS/MND),  and  related  findings,  prepared  pursuant  to  the  California 
Environmental  Quality  Act,  Public  Resources  Code  section  21000  et  seq.  The  Resolution  and 
Attachments  are  incorporated  herein  as  part  of  this  Resolution  by  this  reference  thereto;  and 

WHEREAS,  The  Project  consists  of  improvements  to  existing  sewer  pipelines  in  the 
Mission  District  and  lower  Bemal  Heights  area  in  the  City  and  County  of  San  Francisco  to 
increase  the  reliability  of  the  combined  sewer  system  and  minimize  potential  flooding  in  the 
project  area;  and 

WHEREAS,  The  Project  alignment  includes,  but  is  not  limited  to,  work  on  Cesar  Chavez 
Street,  between  Hampshire  Street  and  San  Jose  Avenue,  on  Valencia  Street,  between  Cesar 
Chavez  and  Mission  Streets,  and  is  adjacent  to  the  St.  Luke's  Hospital  owned  by  California 
Pacific  Medical  Center;  and 

WHEREAS,  On  August  4,  2010,  per  Resolution  No.  411-10,  the  Board  of  Supervisors 
adopted  the  Final  IS/MND,  the  CEQA  Findings,  and  the  MMRP  for  the  Project,  which  Board  of 
Supervisors  Resolution  and  Attachments  are  incorporated  herein  as  part  of  this  Resolution  by 
this  reference  thereto;  and 

WHEREAS,  San  Jose  Avenue,  between  Cesar  Chavez  Street  and  27th  Avenue  has  been 
closed  to  the  public  since  1968  and  CPMC's  St.  Luke's  Campus  currently  operates  it  as  a 
parking  lot  under  an  encroachment  permit;  and 

WHEREAS,  Various  streetscape  improvements  in  the  immediate  Project  vicinity, 
including  bicycle  treatments  on  Tiffany  and  Guerrero  Street,  as  well  as  a  pocket  park  at  Guerrero 
Street,  28th  Street  and  San  Jose  Avenue,  as  well  as  potential  changes  to  the  St.  Luke's  Campus 
due  to  State  hospital  seismic  requirements,  have  diminished  the  likelihood  that  this  section  of 
San  Jose  Avenue  will  be  used  for  vehicular  access  in  the  future;  and 

WHEREAS,  Under  this  section  of  San  Jose  Avenue,  the  SFPUC  owns  and  maintains  an 
existing  3 '6"  by  4 '6"  sewer  box,  which  is  same  sewer  network  associated  with  the  SFPUC 
Project  No.  CENMSCICU  and  Contract  WW-410,  Cesar  Chavez  Street  Sewer  System 
Improvement;  and 

WHEREAS,  Routing  sewer  flows  away  from  and  plugging  the  ends  of  the  existing  box 
sewers  on  San  Jose  Avenue,  between  2?"'  Street  and  Cesar  Chavez  Street,  modifying  the  Project 
to  include  changes  to  the  sewer  pipelines  on  Cesar  Chavez  Street,  Valencia  Streets,  27'^  Street, 
Duncan  Street  and  San  Jose  Avenue  (project  revisions)  will  facilitate  efficient  sewer  system 
construction,  ensure  long-term  access  to  sewer  facilities,  and  minimize  potential  cumulative 
construction  impacts  to  the  surrounding  area,  particularly  along  Valencia  Street  and  Cesar 
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Chavez  Street;  and 

WHEREAS,  On  August  4,  2010,  the  SFPUC  submitted  project  revisions  (Revised 
Project)  to  the  San  Francisco  Planning  Department  and  requested  environmental  review;  and 

WHEREAS,  On  April  28,  2011,  the  San  Francisco  Planning  Department  published  an 
Addendum  to  the  Final  IS/MND  and  determined  that  the  revised  project  would  not  cause  new 
significant  environmental  impacts  not  previously  identified  in  the  Final  IS/MND  nor  would  it 
substantially  increase  the  severity  of  impacts  previously  identified  in  the  Final  IS/MND;  and 

WHEREAS,  The  San  Francisco  Planning  Department,  is  the  custodian  of  records  for  the 
Project,  located  in  File  No.  2009.0276E  at  1650  Mission  Street,  Fourth  Floor,  San  Francisco, 
California;  and 

WHEREAS,  SFPUC  staff  prepared  an  Addendum  to  the  Mitigation  Monitoring  and 
Reporting  Program  (MMRP)  to  the  project,  which  is  attached  as  Attachment  B  to  the  Agenda 
Item,  incorporated  herein  by  this  reference;  and 

WHEREAS,  On  March  8,  201 1,  per  Resolution  No.  1 1-0036,  the  Commission  approved 
the  award  of  construction  contract  No.  WW-410,  Cesar  Chavez  Street  Sewer  System 
Improvement,  to  JMB  Construction  Inc.  the  construct  Project  No.  CENMSCICll,  and 
authorized  the  General  Manager  of  the  SFPUC  to  accept  and  expend  funds  of  $1,116,900,  as 
administered  by  the  EPA  with  required  local  matching  of  $938,373  from  the  Wastewater  CIP,  for 
the  construction  of  the  Project;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  June  14,  201 1;  and 

WHEREAS,  The  original  contract  price  was  $15,327,539  and  the  original  contract 
duration  was  500  consecutive  calendar  days;  and 

WHEREAS,  Under  subsections  6.22(H)(1)  and  (2)  of  the  Administrative  Code, 
cumulative  increases  in  price  in  excess  of  ten  percent  of  the  original  contract  price  and 
cumulative  extensions  of  time  in  excess  of  ten  percent  of  the  original  contract  duration  are 
subject  to  the  Commission  approval;  and 

WHEREAS,  Modification  No.  1  is  being  requested  for  $2,847,758  to  incorporate  changes 
to  the  sewer  pipelines  on  Cesar  Chavez  Street,  27'*"  Street,  Valencia  Street,  Duncan  Street  and 
San  Jose  Avenue  and  in  the  project  vicinity,  increasing  the  contract  amount  to  $18,175,297  and 
with  a  time-extension  of  98  consecutive  calendar  days,  increasing  the  total  contract  duration  to 
598  consecutive  calendar  days,  and  increasing  the  construction  contingency  by  $284,776  for  a 
total  contingency  amount  of  $1,817,750;  and 

WHEREAS,  A  Human  Rights  Commission  (HRC)  subcontracting  goal  for  Local 
Business  Enterprise  (LBE)  participation  does  not  apply  due  to  Federal  Earmark  Grants  applied  to 
this  contract;  and 

WHEREAS,  This  Project  modification  would  ensure  long-term,  more  efficient  access  to 
utilities  independent  of  the  potential  for  land  use  changes  on  the  nearby  St.  Luke's  Campus  or 
additional  streetscape  changes  in  the  vicinity;  therefore,  CPMC  and  SFPUC  wishes  to  enter  into 
a  Memorandum  of  Understanding  for  CPMC  to  fund  Modification  No.  1  to  SFPUC  Contract  No. 
WW-410,  Cesar  Chavez  Street  Sewer  System  Improvement,  as  described  in  this  agenda;  and 

WHEREAS,  Staff  has  negotiated  a  Draft  Memorandum  of  Understanding  with  CPMC, 


Contract:  WW-410,  Cesar  Chavez  Street  Sewer  System  Improvement 
Commission  Meeting  Date:  February  28,  2012 


attached  herein  as  Attachment  A;  and 

WHEREAS,  After  acceptance  of  flinds  from  CPMC,  fijnds  will  be  available  for  the 
contract  modification;  and  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  adopts  the  IS/MND  as  modified  by  the  April  28, 
2011  Addendum,  incorporated  herein  by  this  reference,  and  adopts  the  Mitigation  Monitoring 
and  Reporting  Program,  including  Attachment  B,  and  finds  that  the  revised  project  would  not 
cause  new  significant  environmental  impacts  not  previously  identified  in  the  Final  IS/MND  nor 
would  it  substantially  increase  the  severity  of  impacts  previously  identified  in  the  Final  IS/MND; 
and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  SFPUC  to  complete  negotiation,  in  consultation  with  the  City  Attorney's  Office,  and  enter 
into  a  Memorandum  of  Understanding  with  California  Pacific  Medical  Center  for  CPMC  to  fund 
and  the  SFPUC  to  perform  sewer  improvements  related  to  and  under  the  Wastewater  Enterprise 
ClP-flinded  Project  Number  CENMSCICl  1,  Cesar  Chavez  Street  Sewer  System  Improvement  in 
substantially  the  form  on  file  as  Attachment  A  to  the  Agenda  Item  and  in  such  final  form  as 
approved  by  the  General  Manager  and  the  City  Attorney;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  accept  and  expend  funds  from  CPMC  in  the  amount  of  $3,729,893,  to  issue  a  Contract 
Modification  in  the  amount  of  $2,847,758,  to  increase  the  construction  contingency  by  $284,776, 
and  to  authorize  staff  to  provide  $597,359  of  project  and  construction  management  support 
related  to  the  Memorandum  of  Understanding,  subject  to  Board  of  Supervisors  approval  of  a 
supplemental  appropriation  of  those  funds;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to 
Wastewater  Enterprise  CIP-funded  Contract  No.  WW-410,  Cesar  Chavez  Street  Sewer 
Improvement  Project,  with  JMB  Construction  Inc.,  to  construct  sewer  modifications  on  Cesar 
Chavez  Street,  27'^  Street,  San  Jose  Avenue,  Valencia  Street  and  Duncan  Street,  increasing  the 
contract  by  $2,847,758,  for  a  total  contract  amount  of  $18,175,297,  and  with  a  time  extension  of 
98  calendar  days  for  a  total  contract  duration  of  598  days;  and  increase  the  construction 
contingency  by  $284,776,  for  a  total  contingency  amount  of  $1,817,530,  subject  to  Board 
approval  of  a  supplemental  appropriation  of  those  ftinds. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  28,  2012  


Secretary,  Public  Utilities  Commission 


San  hrancisco 
Water  Power  Server 

Services  of  the  San  Francisco  Public  Utilities  Commission 

SAN  Francisco  Public  utilities  commission 

City  and  County  of  San  Francisco 

Edwin  M.  Lee 

MAYOR 

AGENDA 
Regular  Meeting 
Tuesday,  March  13, 2012 

1:30  P.M. 
City  Hall,  Room  400 
1  Dr.  Carlton  B.  Goodlett  Place 

Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moller  Caen,  Commissioner 
Francesca  Vietor,  Commissioner 
Vince  Courtney,  Commissioner 

Departments  and  Enterprises 

Water  Enterprise 
Wastewater  Enterprise 
Power  Enterprise 

Infrastructure 
Business  Services 
External  Affairs 


Ed  Harrington 

General  Manager 

Michael  Housh 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org. 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  City  Hall,  1  Dr.  Carlton  B.  Goodlett 
Place,  San  Francisco,  CA.  The  Commission  meeting  room  is  wheelchair  accessible.  The  closest  accessible 
BART  station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI 
lines  serving  this  location  are:  #47  Van  Ness,  and  #71  Haight/Noriega  and  the  F  Line  to  Market  and  Van 
Ness  and  the  Metro  Stations  at  Van  Ness  and  Market  and  at  Civic  Center.  For  information  about  MUNI 
accessible  services  call  (415)  923-6142.  There  is  accessible  curbside  parking  adjacent  to  City  Hall  on 
Grove  Street  and  Van  Ness  Avenue  and  in  the  vicinity  of  the  Veterans  Building  at  401  Van  Ness  Avenue 
adjacent  to  Davies  Hall  and  the  War  Memorial  Complex. 

City  Hall  is  accessible  to  persons  using  wheelchairs  and  other  disabilities.  The  Polk  Street/  Carlton  B. 
Goodlett  entrance  is  accessible  via  a  ramp  and  a  wheelchair  lift.  The  other  three  entrances  are  accessible 
via  ramps.    Assistive  listening  devices  are  available  and  meetings  are  open  captioned  in  the  hearing  room 
and  closed  captioned  on  SFGTV  .Materials  in  alternative  formats,  American  Sign  Language  interpreters, 
and  other  accommodations  will  be  made  available  upon  request.  Please  contact  Michael  Housh, 
Commission  Secretary,  at  (415)  554-3165  or  by  Email  rn ho u s Ivfa: s f\v a ter. org  to  make  arrangements  for  any 
of  these  services.  Providing  at  least  48  hours  notice  prior  to  the  meeting  will  help  to  ensure  availability. 

In  order  to  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that  other 
attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City  accommodate  these 
individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to 
the  people's  review.  For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a 
violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton 
B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554- 
7854;  E-mail:  sotf«7;sfgov.org.  Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the 
Sunshine  Task  Force,  the  San  Francisco  Public  Library  and  on  the  City's  website  at  www.sfeov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited 
at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any 
person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing 
electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action  may 
be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct  Code 
§2. 1 00]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist  Ordinance, 
please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite  220,  San  Francisco,  CA 
94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at  www.sfgov.org/ethics. 


ORDER  OF  BUSINESS: 


1.     Call  to  Order 


2.     Roll  Call 


3.  Approval  of  Minutes 

a)  Minutes  of  the  February  28.  2012  Regular  Meeting 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a.  )  Letter  Summary 

b.  )  Advance  Calendar 

c.  )  Staff  Reports  (written  reports  sent  to  the  Commissioners) 

1 .  Real  Estate  Update  (Russell) 

6.  Other  Commission  Business 


7.     Report  of  the  General  Manager 

a)  Update  on  Status  of  former  Redevelopment  Agency  Projects  (Bohee) 

THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF  PUBLIC 
UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 


Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are  available 
for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary,  1 155  Market  Street, 
1 1"'  Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165,  Fax:  (415)  554-3424. 
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CONSENT  CALENDAR 


8.     All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be  routine  by 
the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by  a  single  vote  of 
the  Commission.  There  will  be  no  separate  discussion  of  these  items  unless  a  member  of  the 
Commission  or  the  public  so  requests,  in  which  event  the  matter  will  be  removed  from  the 
Consent  Calendar  and  considered  as  a  separate  item. 


a)  Authorize  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC) 
to  apply  to  the  United  States  Bureau  of  Reclamation  (USBR)  WaterSMART  Grant  Proi>ram 
for  funding  of  up  to  $100,000  for  the  SF  Regional  Filter  Loading  Study,  to  be  matched  by 
SFPUC  funding  and  in-kind  contributions  of  $100,000.  The  total  cost  of  the  proposed  study 
is  $200,000  and  it  would  be  conducted  over  a  duration  of  fifteen  (15)  months,  to  be 
completed  in  August  of  2013.  (Ritchie) 

b)  Approve  the  selection  of  Edelstein,  Gilbert,  Robson,  and  Smith  for  Legislative  Affairs 
Funded  Agreement  No.  CS-231.  State  Legislative  Representation  and  Advocacy  Services,  to 
provide  state  legislative  representation  and  advocacy  services  to  the  San  Francisco  Public 
Utilities  Commission  (SFPUC);  and  authorize  the  General  Manager  of  the  SFPUC  to 
negotiate  and  execute  a  professional  services  agreement  with  Edelstein,  Gilbert,  Robson,  and 
Smith  for  an  amount  not-to-exceed  $1,000,000  and  with  a  duration  of  five  (5)  years.  (Ellis) 


c)  Approve  Amendment  No.  1  to  Wastewater  Enterprise  (WWE)  Operations  Budget  funded 
Agreement  No.  CS-989.  Biofuel  Technical  Assistance  Services,  with  Biofuel  Recycling 
Cooperative,  to  continue  providing  technical  support  to  the  SFPUC  Biofuel  program 
established  to  collect  and  transfer  waste  cooking  oil  for  conversion  to  biodiesel  for  use  in  the 
City  fleet  and  authorize  the  General  Manager  of  the  San  Francisco  Public  Utilities 
Commission  (SFPUC)  to  execute  this  amendment  increasing  the  agreement  by  $300,000,  for 
a  total  not-to-exceed  agreement  amount  of  $600,000,  and  with  a  time  extension  of  two  (2) 
years  and  four  (4)  months  for  a  total  agreement  duration  of  5  years  and  eight  (8)  months. (Moa/a) 

d)  Approve  the  plans  and  specifications,  and  Award  Wastewater  Enterprise  (WWE),  Capital 
Improvement  Program-funded  (CIP)  Contract  No.  WW-540.  Spot  Sewer  Repair  Contract,  to 
repair  existing  sewer  piping,  on  an  as-needed  basis,  at  locations  to  be  determined  throughout 
San  Francisco,  for  a  total  contract  amount  not  to  exceed  $3,737,440  to  the  lowest,  qualified, 
responsible,  and  responsive  bidder,  J.  Flores  Construction.  (Moala) 


REGULAR  BUSINESS 


9.  Discussion  and  possible  action  to  authorize  the  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission  (SFPUC)  to  seek  Board  of  Supervisors  approval  and  execute  on 
behalf  of  the  City  and  County  of  San  Francisco,  a  Master  License  Agreement  (MLA)  with 
the  San  Francisco  Unified  School  District  (SFUSD).  The  MLA  provides  for  the  installation 
and  operation  of  a  series  of  on-site  photovoltaic  systems  at  appropriate  locations  throughout 
the  SFUSD,  in  order  to  provide  solar  power  to  serve  some  or  all  SFUSD  load  as  part  of  a 
City  and  County  of  San  Francisco  ("City")  program  intended  to  increase  the  City's 
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development  of  solar  energy.  This  MLA  sets  forth  the  terms  and  conditions  under  which 
SFUSD  will  allow  the  SFPUC  to  use  certain  SFUSD  Sites  for  the  purpose  of  installing, 
operating,  and  maintaining  Solar  Power  Projects.  (Hale) 


1 0.    Discussion  and  possible  action  to  adopt  a  Framework  for  Land  Management  and  Use 
relating  to  SFPUC  lands  not  otherwise  subject  to  specific  policy  guidance,  including:  1) 
Leases  or  Permits  for  Secondary  Uses  on  SFPUC  Land,  2)  Disposition  of  SFPUC  owned 
Lands;  and  3)  Acquisition  of  Land  by  the  SFPUC.  (Carlin) 


1 1 .    Discussion  and  possible  action  to  approve  Real  Estate  Services  Guidelines  (  RES 
Guidelines),  including  delegation  to  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  General  Manager,  or  his  designee  where  specified  therein,  to  take  actions  to  lease, 
permit,  or  license  certain  uses  of  real  property  under  the  Commission's  jurisdiction  consistent 
with:  Commission  policies,  including  the  New  Real  Estate  Services  Guidelines;  the  terms 
and  conditions  set  forth  in  the  forms  of  leases,  permits  and  licenses  as  authorized  by  the 
Commission;  and,  applicable  San  Francisco  Charter  provisions  and  ordinances.  The  new 
RES  Guidelines  would  supersede  and  replace  (i)  Sections  1.000  through  10.000  and  (ii)  the 
Miscellaneous  BCLM  Forms  set  forth  in  the  Bureau  of  Commercial  Land  Management 
Operating  Manual  (BCLM  Manual),  approved  by  the  Commission  in  1999  in  Resolution  99- 
0252.  (Russell) 


12.    Presentation  on  the  progress  and  feasibility  assessment  of  the  SFPUC  Urban  Agriculture 
Pilot  Program  as  authorized  by  the  San  Francisco  Public  Utilities  Commission  on  October 
1 1,  201 1  to  establish  urban  agricultural  activities  on  proposed  pilot  sites.  (Ellis) 


CLOSED  SESSION 


13.    Public  comments  on  matters  to  be  discussed  in  Closed  Session. 


14.    Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed  below 
as  Conference  with  Legal  Counsel. 


THE  PUBLIC  UTILITIES  COMMISSION  WILL  GO  INTO  CLOSED  SESSION  TO  DISCUSS 
THE  FOLLOWING  ITEMS: 

15.    Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code  Section 

54957  and  San  Francisco  Administrative  Code  Section  67.10(a).  (Ambrose) 

Consultation  with:   Agency  Chief  of  Security  concerning  security  of  SFPUC  Water  and 
Power  Systems. 
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FOLLOWING  THE  CLOSED  SESSION,  THE  PUBLIC  UTILITIES  COMMISSION  WILL 
RECONVENE  IN  OPEN  SESSION. 

1 6.  Announcement  following  Closed  Session. 

17.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

1 8.  Other  New  Business 
ADJOURNMENT 
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SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

IVIAYOR 

Regular  Meeting 

Tuesday,  March  13,  2012 

1:30  P.M. 
City  Hall,  Room  400 
1  Dr.  Carlton  B.  Goodlett  Place 


Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Ed  Harrington 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 


Gavel-to-Gavel  coverage  available  at  SFGTV: 

http://sanfrancisco.qranicus.com/MediaPlaver.php7view  id=22&clip  id=14499 


ORDER  OF  BUSINESS: 

1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:40  PM. 

2.  Roll  Call 

Present:  Anson  Moran,  Art  Torres,  Anne  Caen,  Francesca  Vietor,  Vince  Courtney 

3.  Approval  of  Minutes 

On  motion  to  approve  the  Minutes  of  February  14,  2011: 
ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor,  Courtney 

4.  Public  Comment 

No  Public  Comment. 

5.  Communications 

a.  )  Letter  Summary 

General  Manager  Harrington  provided  response  to  Mr.  Steve  Lawrence's  written 
comments. 

b.  )  Advance  Calendar 

No  Comments. 

c.  )  Staff  Reports 

1.  Real  Estate  Update 

Commissioner  Caen  requested  that  the  Commission  be  made  aware  of 
the  Fair  Market  Value  of  all  SFPUC  property. 

6.  Other  Commission  Business 

The  Commission  honored  Mr.  Michael  Housh  for  his  years  of  service  as  the  Commission 
Secretary,  and  wished  him  well  in  his  new  position. 

7.  Report  of  the  General  Manager 

a)  Update  on  Status  of  former  Redevelopment  Agency  Projects 

Ms.  Bohee  provided  the  Commission  with  a  brief  update  on  the  status  of  projects 
under  the  jurisdiction  of  the  former  Redevelopment  Agency. 

CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be  routine 
by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by  a  single  vote 
of  the  Commission.  There  will  be  no  separate  discussion  of  these  items  unless  a  member 
of  the  Commission  or  the  public  so  requests,  in  which  event  the  matter  will  be  removed 
from  the  Consent  Calendar  and  considered  as  a  separate  item. 

President  Moran  disclosed  a  continuing  business  relationship  with  Edelstein,  Gilbert, 
Robson,  and  Smith  (item  8b).  This  firm  is  retained  by  a  client  of  President  Moran. 
President  Moran  has  no  direct  relationship,  financial  or  otherwise  with  the  firm,  and  the 
relationship  does  not  constitute  a  conflict  of  interest,  but  does  require  a  disclosure 
statement,  as  per  the  City  Attorney. 

Commissioner  Torres  requested  that  Item  8B  be  severed  from  the  Consent  Calendar. 
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a)     Authorizing  ttie  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to 
apply  to  the  United  States  Bureau  of  Reclamation  WaterSMART  Grant  Program,  for 
funding  of  up  to  $100,000  for  the  SF  Regional  Filter  Loading  Study. 
Resolution  12-0038 

c)  Approving  Amendment  No.  1  to  Wastewater  Enterprise  Agreement  No.  CS-989,  Biofuel 
Technical  Assistance  Sen/ices,  with  Biofuel  Recycling  Cooperative,  and  authorize  the 
General  Manager  of  to  execute  the  amendment,  increasing  the  agreement  by  $300,000, 
for  a  total  not-to-exceed  agreement  amount  of  $600,000,  and  with  a  time  extension  of  two 
years  and  four  months,  for  a  total  agreement  duration  of  five  years  and  eight  months. 
Resolution  12-0039 

d)  Approving  plans  and  specifications,  and  awarding  Wastewater  Enterprise  Contract  No. 
WW-540,  Spot  Sewer  Repair  Contract,  for  a  total  contract  amount  not  to  exceed 

$3, 737,440  to  the  lowest,  qualified,  responsible,  and  responsive  bidder,  J.  Flores 

Construction. 

Resolution  12-0040 

Public  Comment 

No  Public  Comment. 

On  motion  to  approve  Consent  Calendar  Items  8a,  8c,  and  8d: 
ADOPTED:  AYES:  Moran,  Torres,  Caen,  Victor,  Courtney 


b)     Approving  the  selection  ofEdelstein,  Gilbert,  Robson,  and  Smith  for  Legislative  Affairs 
representation  and  advocacy  services,  and  authorize  the  General  Manager  of  the  SFPUC 
to  negotiate  and  execute  a  professional  services  agreement  for  an  amount  not-to-exceed 
$1,000,000,  and  with  a  duration  of  five  years. 
Resolution  12-0041 

Assistant  General  Manager,  Externa!  Affairs,  Juliet  Ellis  presented  this  item. 
Commissioner  Torres  requested  clarification  on  the  selection  process  for  the  contract. 
The  Commission  expressed  concerns  over  the  contract  duration  of  five  years.  After 
discussion,  it  was  agreed  that  the  contract  be  amended  to  three  years,  with  two 
possible  one-year  extensions.  The  City  Attorney  noted  that  each  one-year  extension 
would  require  an  affirmative  vote  by  the  Commission. 

On  motion  to  approve  Consent  Calendar  Item  8b  AS  AMENDED: 
ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor,  Courtney 
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REGULAR  BUSINESS 


9.  Authorizing  the  General  Manager  to  seek  Board  of  Supervisors  approval  and  execute  on 
behalf  of  the  City  and  County  of  San  Francisco,  a  Master  License  Agreement  with  the 
San  Francisco  Unified  School  District  for  the  installation  and  operation  of  a  series  of  on- 
site  photovoltaic  systems  at  appropriate  locations  throughout  the  District. 

Assistant  General  Manager,  Power,  Ms.  Barbara  Hale  presented  this  item  and  noted 
that  the  solar  panels  would  be  installed,  owned,  an  operated  by  the  SFPUC.  The 
power  generated  by  the  system  would  be  metered  with  the  School  District  paying  for 
the  generation  they  are  using,  at  their  current  rate. 

Public  Comment: 

No  Public  Comment. 

On  motion  to  approve  Item  9: 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor,  Courtney 

Resolution  12-0044 

10.  Adopting  a  Framework  for  Land  Management  and  Use  relating  to  SFPUC  lands  not 
otherwise  subject  to  specific  policy  guidance,  including  Leases  or  Permits  for  Secondary 
Uses  on  SFPUC  Land;  Disposition  of  SFPUC  owned  Lands;  and  Acquisition  of  Land  by 
the  SFPUC. 

Deputy  General  Manager  Michael  Carlin  presented  this  item.  It  was  noted  it  is  a 
framework  document  and  is  a  restatement  of  current  policy. 

Commissioner  Vietor  proposed  to  add  the  work  "Owned"  to  the  title  of  Section  II  to 
read  "Disposition  of  SFPUC  Owned  Lands" 

Public  Comment: 

Bruce  Keene  thanked  the  Commission  for  addressing  the  Framework  issue.  He 
questioned  the  omission  of  the  word  "owned"  in  the  heading  of  the  Section  II,  and  noted  it 
is  included  in  other  portions  of  the  document.  He  feels  it  should  be  added  (or  removed 
throughout  the  document)  for  consistency. 

Jan  Blum  would  like  to  see  additional  language  on  page  seven  that  would  allow  citizens  to 
have  a  voice  on  the  disposition  of  lands,  and  would  like  to  add  language  to  community 
criteria  to  read:  "the  sale  or  transfer  is  not  out  of  compliance  with  City  plans  and  policies". 

On  motion  to  approve  Item  10:  AS  AMENDED 
ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor,  Courtney 

Resolution  12-0042 

1 1.  Approving  Real  Estate  Services  Guidelines  to  take  actions  to  lease,  permit,  or  license- 
certain  uses  of  real  property  under  the  Commission's  jurisdiction.  The  new  Guidelines 
supersedes  and  replaces  Sections  1.000  through  10.000  and  the  Miscellaneous  BCLM 
Forms  set  forth  in  the  Bureau  of  Commercial  Land  Management  Operating  Manual 
approved  by  the  Commission  in  1999  in  Resolution  99-0252. 
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Public  Comment: 

No  public  comment 

On  motion  to  approve  Item  11 : 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor,  Courtney 

Resolution  12-0043 

12.  Presentation  on  tine  progress  and  feasibility  assessment  of  the  SFPUC  Urban 
Agriculture  Pilot  Program  as  authorized  by  the  San  Francisco  Public  Utilities 
Commission  on  October  11,  2011,  to  establish  urban  agricultural  activities  on  proposed 
pilot  sites. 

Assistant  General  Manager,  External  Affairs,  Juliet  Ellis,  presented  this  item. 
Public  Comment: 

Dana  Perls,  San  Francisco  Urban  Ag  Alliance  expressed  support  for  the  process.  She 
encourages  that  the  RFP  process  move  forward  quickly,  and  with  broad  community 
outreach,  especially  in  the  Southeast  area. 

Eli  Zigas,  SPUR,  expressed  his  appreciation  for  the  work  of  staff  and  concurred  with  the 
sentiments  of  Ms.  Perls. 

Presentation  no  resolution 

CLOSED  SESSION 

No  Closed  Session  -  removed  from  calendar. 
Adjournment:  3:01  PM 


SFPUC:  March  13,  2012  Minutes 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0038 


WHEREAS,  This  Commission  supports  water  use  efficiency;  and 

WHEREAS,  This  Commission  supports  leveraging  local  resources  by  applying  for 
extemal  funding;  and 

WHEREAS,  The  Bureau  of  Reclamation  recently  announced  the  availability  of 
$1,000,000  million  in  federal  funds  through  the  WaterSMART  Grant  Program  for  the 
development  of  feasibility  studies  under  the  Title  XVI  Water  Reclamation  and  Reuse  Program; 
and 

WHEREAS,  The  SFPUC  intends  to  apply  for  grant  funding  through  the  USER 
WaterSMART  grant  program  for  the  SF  Regional  Filter  Loading  Study;  and 

WHEREAS,  Reclamation  can  fund  up  to  50%  of  approved  projects;  and 

WHEREAS,  A  local  match  of  at  least  50%  is  required;  and 

WHEREAS,  This  Commission  supports  the  submittal  of  the  SF  Regional  Filter  Loading 
Study  application  to  the  USER  WaterSMART  Grant  Program;  and 

WHEREAS,  If  selected  for  a  WaterSMART  grant,  the  SFPUC  will  work  with 
Reclamation  to  meet  established  deadlines;  and 

WHEREAS,  The  required  funding  and  in-kind  contributions  are  available  from  the  Water 
Supply  Master  Plan  Index  Code  505021;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  to  apply  to  the  USER  WaterSMART  Grant 
Program  for  funding  up  to  $100,000  for  the  SF  Regional  Filter  Loading  Study,  to  be  matched  by 
SFPUC  funding  not  to  exceed  $100,000  with  a  total  duration  of  fifteen  (15)  months,  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  the 
SFPUC  to  accept  and  expend  those  grant  funds,  if  awarded;  to  seek  Board  of  Supervisors 
approval  to  accept  and  expend  those  funds;  and,  to  execute  such  additional  documents  or  take 
such  additional  actions  as  may  be  necessary  to  implement  the  Grant  Agreement,  including,  if 
appropriate,  indemnifying  the  Bureau  of  Reclamation  for  liability  associated  with  the  projects,  to 
the  extent  approved  by  the  City's  Risk  Manager  and  the  City  Attorney. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  13,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0039 


WHEREAS,  On  October  27,  2009,  by  Resolution  No.  09-0171,  this  Commission 
awarded  Agreement  No.  CS-989,  Biofuel  Technical  Assistance,  and  authorized  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a 
professional  services  agreement  in  the  amount  of  $300,000,  and  within  the  term  of  forty  months 
to  end  March  1,  2013,  with  Biofuel  Recycling  Cooperative;  and 

WHEREAS,  The  SFPUC  has  since  expanded  its  biofuel  programs  beyond 
"SFGreasecycle"  to  pursue  recovery  and  utilization  of  restaurant  trap  grease,  food  waste  and 
other  residuals  that  can  be  converted  into  biofuels;  and 

WHEREAS,  The  services  of  a  qualified  Contractor  are  necessary  to  provide  specialized 
technical  expertise  to  supplement  SFPUC  staff  in  development  of  waste  resources  program  using 
waste  vegetable  oil,  brown  grease,  clarifier  scum,  and  food  waste;  and 

WHEREAS,  Authorization  to  approve  Amendment  No.  1  is  being  requested  for  $300,000 
to  pursue  recovery  and  utilization  of  other  wastewater  residuals  that  can  be  converted  into 
biofuels;  provide  specialized  technical  expertise  to  supplement  SFPUC  staff  in  development  of 
resource  recovery  programs  using  waste  restaurant  trap  waste,  brown  grease,  clarifier  scum,  and 
food  waste,  increasing  the  total  not-to-exceed  agreement  amount  to  $600,000  and  extending  the 
agreement  term  by  two  (2)  years  and  four  (4)  months  for  a  total  agreement  duration  of  five  (5) 
years  and  eight  (8)  months;  and 

WHEREAS,  A  Human  Rights  Commission  (HRC)  sub-consulfing  goal  of  5%  Local 
Business  Enterprise  (LBE)  participation  of  the  total  value  of  services  to  be  provided  would 
continue  for  this  agreement;  and 

WHEREAS,  Funds  for  this  Amendment  No.  1  to  the  agreement  will  be  available  at  the 
time  of  award  of  the  amendment  to  the  agreement  from  the  Wastewater  Enterprise  FOG  Biofuel 
Program  Operating  Budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Wastewater 
Enterprise  FOG  Biofuel  Program-funded  Agreement  No.  CS-989,  Amended  Biofuel  Technical 
Assistance,  with  Biofuel  Recycling  Cooperative,  to  continue  providing  technical  support  to  the 
SFPUC  Biofuel  program  established  to  collect  and  transfer  waste  cooking  oil  and  grease  for 
conversion  to  biodiesel  for  use  in  the  SFPUC  fleet  as  well  as  recover  other  organic  residuals  such 
as  restaurant  trap  grease  and  food  waste,  and  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilifies  Commission  to  execute  this  amendment,  increasing  the  agreement  by 
$300,000,  for  a  total  agreement  amount  of  $600,000,  and  extend  the  agreement  duration  by  two 
(2)  years  and  four  (4)  months,  for  a  total  agreement  duration  of  five  (5)  years  and  eight  (8) 
months. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  13,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0040 


WHEREAS,  Wastewater  Enterprise  (WWE),  Capital  Improvement  Program-funded 
(CIP)  Contract  No.  WW-540,  Spot  Sewer  Repair  Contract  was  advertised  on  January  17,  2012; 
and 

WHEREAS,  The  Engineer's  Estimate  is  $4,004,700  for  this  construction  contract  work  to 
repair  existing  sewer  piping,  on  an  as-needed  basis,  at  locations  to  be  determined  throughout  San 
Francisco;  and 

WHEREAS,  The  contract  duration  is  365  consecutive  calendar  days;  and 

WHEREAS,  January  26,  2012.  under  the  delegation  agreement  between  the  San 
Francisco  Planning  Department  and  the  San  Francisco  Public  UtiUties  Commission  (SFPUC),  the 
Spot  Sewer  Repair  Project  was  determined  to  be  categorically  exempt  as  a  Class  1(b)  and  Class 
2(c)  Categorical  Exemption  under  the  California  Environmental  Quality  Act  (CEQA);  and 

WHEREAS,  Six  (6)  bids  were  received  and  opened  publicly  on  February  16,  2012;  and 

WHEREAS,  SFPUC  staff  and  Human  Rights  Commission  (HRC)  review  of  the  bids  for 
qualifications,  responsibility,  responsiveness,  and  application  of  bid  preferences  resulted  in  the 
establishment  of  J.  Flores  Construction  as  the  lowest,  qualified,  responsible,  and  responsive 
bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  12%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC60,  Spot  Sewer  Repair 
Contract;  and 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE  CIP  Contract  No.  WW-540,  Spot  Sewer  Repair  Contract,  to  repair  existing  sewer 
piping,  on  an  as-needed  basis,  at  locations  to  be  determined  throughout  San  Francisco  for  a  total 
contract  amount  not  to  exceed  $3,737,440  to  the  lowest,  qualified,  responsible,  and  responsive 
bidder,  J.  Flores  Construction. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  13,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0041 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  benefited 
greatly  from  professional  services  agreements  with  a  state-registered  lobbying  firm  for 
legislative  representation  and  advocacy  services;  and 

WHEREAS,  A  state-registered  lobbying  firm  working  on  behalf  of  the  SFPUC  may 
represent  the  interests  of  the  SFPUC  and  its  ratepayers  before  the  California  State  Legislature, 
the  Governor's  administration,  state  regulatory  agencies,  industry  coalitions,  and  other 
organizations  as  necessary;  and 

WHEREAS,  The  SFPUC  continually  has  issues  of  importance  pending  before  state 
legislative,  administrative,  and  regulatory  bodies  in  the  subject  areas  of  water,  energy, 
wastewater,  and  natural  resources;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  Edelstein,  Gilbert,  Robson,  and 
Smith  to  provide  specialized  state  legislative  representation  and  advocacy  services  to  supplement 
SFPUC  staff;  and 

WHEREAS,  The  estimated  cost  of  these  services  is  $1,000,000;  and 

WHEREAS,  The  request  for  proposals  was  advertised  on  December  23,  201 1;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  April  2012  and  continue  for  a  three  year 
term,  to  April  2015,  with  two-one  year  options  to  extend  subject  to  Commission  approval,  and  if 
those  options  are  exercised,  the  agreement  would  end  in  April  2017,  and  the  duration  of  this 
agreement  would  be  five  years;  and 

WHEREAS,  SFPUC  staff  and  Human  Rights  Commission  (HRC)  review  of  the  selection 
panel  evaluations  and  the  proposals  resulted  in  the  establishment  of  Edelstein,  Gilbert,  Robson, 
and  Smith  as  the  highest-ranked  lobbying  firm;  and 

WHEREAS,  A  HRC  sub-consulting  goal  of  10%  Local  Business  Enterprise  (LBE) 
participation  (of  the  total  value  of  services  to  be  provided)  has  been  established  for  this 
agreement;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 


WHEREAS,  Funding  will  be  available  at  the  time  of  award  of  the  agreement  for  the  first 
year's  task  orders  from  the  Board  of  Supervisors-approved  budget  under  the  index  code 
designation  SFPUC  Bureaus,  External  Affairs,  Governmental  Affairs,  Labor,  and  Professional  & 
Specialized  Services;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  Edelstein,  Gilbert, 
Robson,  and  Smith  for  Legislative  Affairs  Funded  Agreement  No.  CS-231,  State  Legislative 
Representation  and  Advocacy  Services,  to  provide  state  legislative  representation  and  advocacy 
services  to  the  San  Francisco  Public  Utilities  Commission;  and  authorizes  the  General  Manager 
of  the  San  Francisco  Public  Utilities  Commission  to  negotiate  and  execute  a  professional 
services  agreement  with  Edelstein,  Gilbert,  Robson,  and  Smith  for  an  amount  not-to-exceed 
$  1 ,000,000  and  with  an  initial  term  of  three  years;  and  with  two  options  to  extend,  each  for  a 
one  year  additional  term,  subject  to  Commission  approval,  for  a  total  duration  of  five  years  or,  in 
the  event  negotiations  are  not  successful  or  City  requirements  are  not  satisfied,  to  negotiate  and 
execute  a  professional  services  agreement  with  the  next  highest  ranked  proposer. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  13,  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0042 


WHEREAS,  A  Land  Use  Workshop  was  held  at  the  October  11,  201 1  Commission 
Meeting  to  solicit  input  on  the  development  of  a  land  use  framework  to  guide  the  decision 
making  process  for  land  management  and  use  of  certain  SFPUC  properties;  and 

WHEREAS,  Based  on  input  received  from  the  Land  Use  workshop,  the  "SFPUC 
Framework  for  Land  Management  and  Use"  ("Framework")  was  developed  for  the 
Commission's  consideration;  and 

WHEREAS,  As  outlined  in  the  Framework,  the  Commission  previously  has  established 
policy  guidance,  including  policies  of  broad  applicability,  such  as  the  Environmental  Justice  and 
Community  Benefit  Policies,  as  well  as  detailed  guidance  specific  to  land  management,  such  as 
the  Alameda  and  Peninsula  Watershed  Plans,  and  nothing  in  the  Framework  is  intended  to 
amend  or  revise  those  existing  policies;  and 

WHEREAS,  The  focus  of  the  Framework  is  to  affirm  and  identify  general  principles 
and/or  considerations  for  the  SFPUC  in  the  management  of  real  estate  assets  in  three  key  areas 
for  lands  not  otherwise  subject  to  specific  policy  guidance:  I)  Leases  or  Permits  for  Secondary 
Uses  on  SFPUC  Land,  II)  Disposition  of  SFPUC  owned  Lands;  and  III)  Acquisition  of  Land  by 
the  SFPUC;  and 

WHEREAS,  By  adoption  of  the  Framework,  the  Commission  is  seeking  to  advance  the 
analytical  and  decision-making  process  surrounding  the  administration  of  real  estate  assets  under 
the  SFPUC's  exclusive  jurisdiction;  now,  therefore,  be  it 

RESOLVED,  That  the  Commission  hereby  adopts  the  SFPUC  Framework  for  Land 
Management  and  Use. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of   March  13.  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0043 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC),  established 
pursuant  to  San  Francisco  Charter  Section  4.112,  has  the  "exclusive  charge  of  the  construction, 
management,  supervision,  maintenance,  extension,  expansion,  operation,  use  and  control  of  all 
water,  clean  water  and  energy  supplies  and  utilities  of  the  city  as  well  as  the  real,  personal  and 
financial  assets,  that  are  under  the  Commission's  jurisdiction  or  assigned  to  the  Commission 
under  Section  4.132,"  as  provided  in  San  Francisco  Charter  section  8B121;  and 

WHEREAS,  The  SFPUC  has  a  duly  appointed  General  Manager  and  pursuant  to  Charter 
Section  4.126  the  General  Manager  is  responsible  for  the  administration  and  management  of  the 
department;  and 

WHEREAS,  In  1999,  in  Resolution  99-0252,  this  Commission  approved  a  Commercial 
Land  Management  Operating  Manual  for  use  by  the  Bureau  of  Commercial  Land  Management 
(BCLM  Manual),  now  the  Real  Estate  Services  Division  (RES)  of  the  SFPUC;  and 

WHEREAS,  Since  1 999,  SFPUC  policy  and  procedures  have  changed,  as  have  applicable 
laws,  to  the  extent  that  the  BCLM  Manual  no  longer  reflects  current  law  or  SFPUC  operations, 
obligations  and  practices;  and 

WHEREAS,  The  SFPUC  desires  to  streamline  certain  leasing,  permitting  and  property 
management  procedures  and  to  that  end,  the  scope  of  the  matters  addressed  in  the  BCLM 
Manual  have  been  separated  into  two  manuals:  a  high-level  RES  Guidelines  focusing  on  critical 
SFPUC  policy  objectives  governing  the  use  of  certain  SFPUC  lands  for  adoption  by  the 
Commission,  and  a  RES  Operating  Manual  containing  administrative  procedures  to  guide  RES 
staff.  The  new  RES  Guidelines  and  the  RES  Operating  Manual  reflect  (a)  changes  in  SFPUC 
policy:  (b)  changes  in  law;  (c)  changes  designed  to  meet  certain  audit  recommendations  issued 
specifically  to  RES  in  audits  by  the  San  Francisco  Controller's  Office;  (d)  updated  standard 
commercial  lease  and  permit  practices  and  (e)  changes  designed  to  allow  RES  greater  efficiency 
and  flexibility  in  the  management  of  SFPUC  property;  and 

WHEREAS,  The  Director  of  Real  Estate  will  propose  amendments  to  the  RES 
Guidelines,  or  to  the  Commission  approved  standard  form  leases  and  permits,  from  time  to  time 
for  the  Commission's  consideration  and  approval  to  reflect  changing  SFPUC  policies,  law  or  real 
estate  practices,,  and  the  RES  Operating  Manual  may  be  amended  from  time  to  time  by  the 
Director  of  Real  Estate,  without  SFPUC  approval  to  ensure  that  RES  administrative  procedures 
are  updated,  efficient  and  effective;  and 


WHEREAS,  This  Commission  intends  to  prioritize  the  matters  presented  to  the 
Commission  by  focusing  on  items  involving  critical  policy  objectives  for  the  SFPUC,  and  those 
that  are  significant,  controversial  or  assigned  to  the  Commission  through  the  City's 
Administrative  Code  provisions,  by  approving  the  delegation  of  authority  to  the  General 
Manager,  and  his  designee  where  specified,  to  take  actions  to  lease,  permit,  or  license  certain 
uses  of  real  property  under  the  Commission's  jurisdiction  consistent  with  the  criteria  established 
through:  Commission  policies,  including  the  new  Real  Estate  Services  Guidelines;  the  terms  and 
conditions  set  forth  in  the  forms  of  leases,  permits  and  licenses  as  authorized  by  the 
Commission;  and,  applicable  San  Francisco  Charter  provisions  and  ordinances;  and 

WHEREAS,  the  RES  Guidelines  meet  the  Commission  goal  of  prioritizing  the  matters 
presented  to  the  Commission  by  focusing  on  items  involving  critical  policy  objectives  for  the 
SFPUC,  and  those  that  are  significant,  controversial  or  assigned  to  the  Commission  through  the 
City's  Administrative  Code  provisions;  and  the  Commission  wishes  to  accomplish  this  goal  by 
(a)  adopting  the  RES  Guidelines;  (b)  agreeing  that  RES  may  adopt  and  amend  its  own  Operating 
Manual  without  Commission  approval;  and  (c)  delegating  authority  to  the  General  Manager  to 
issue  certain  leases  and  permits  at  fair  market  rates,  and  of  five  years  or  less  in  duration, 
pursuant  to  terms  and  conditions  established  in  Commission  approved  forms,  and  confirming 
that  the  issuance  of  any  such  prior  permits  with  terms  of  five  years  or  less  was  proper;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  RES  Guidelines,  dated 
February  14,  2012  and  the  attached  City- Attorney-approved  legal  forms  of  leases  and  permits, 
which  RES  Guidelines  hereby  supersede  and  replace  as  a  separate  document  Sections  1.000 
through  10.000,  and  related  forms  of  agreement  in  the  previously  adopted  BCLM  Manual;  and 
be  it; 

FURTHER  RESOLVED,  That  this  Commission  approves  the  provisions  in  the  RES 
Policy  Manual  identifying  the  actions  within  the  delegated  authority  of  the  General  Manager,  or 
his  designee,  as  well  as  those  real  estate  matters  that  will  appear  on  this  Commission's  agenda  as 
consent  or  regular  calendar  items,  subject  to  the  terms  and  limitations  expressed  in  the  RES 
Guidelines,  or  established  by  applicable  law,  and  as  set  forth  in  Attachment  A-1,  incorporated  in 
this  Resolution  by  this  reference;  and  be  it, 

FURTHER  RESOLVED,  That  this  Commission  directs  that  the  General  Manager  to 
provide  the  Commission  with  a  quarterly  report  identifying  the  actions  taken  by  the  General 
Manager,  pursuant  to  this  grant  of  authority. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of.  March  13,  2012 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


12-0044 


WHEREAS,  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  and  the  San 
Francisco  Unified  School  District  (SFUSD)  desire  to  use  Solar  Power  Projects  to  serve  some  or 
all  SFUSD  load;  and 

WHEREAS,  this  Master  License  Agreement  is  to  provide  for  the  installation  and 
operation  of  a  series  of  on-site  photovoltaic  systems  at  appropriate  locations  throughout  the 
SFUSD;  and  to  set  forth  the  terms  and  conditions  under  which  SFUSD  will  allow  the  SFPUC  to 
use  certain  SFUSD  Sites  for  the  purpose  of  installing,  operating,  and  maintaining  Solar  Power 
Projects;  and 

WHEREAS,  The  estimated  cost  of  services  is  $0.00;  and 

WHEREAS,  the  Agreement  is  anticipated  to  begin  in  March  2012  and  end  twenty-five 
(25)  years  after  the  date  the  SFPUC  notifies  the  SFUSD  in  writing  that  it  will  commence 
operation  of  the  last  Solar  Power  Project  designated  during  the  Term  for  the  Designation  of  Sites 
under  this  Agreement;  and 

WHEREAS,  Execufion  of  the  proposed  Agreement  between  the  SFUSD  and  the  SFPUC 
is  not  subject  to  the  provisions  of  the  California  Environmental  Quality  Act  (CEQA)  because  it 
does  not  commit  to  specific  projects  or  specific  sites.  However,  once  individual  projects  are 
identified  the  SFPUC  Bureau  of  Envirormiental  Management  will  ensure  completion  of  the 
CEQA  compliance  process;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Ufilifies  Commission  to  seek  Board  of  Supervisors  approval  and  execute  a 
Master  License  Agreement  with  San  Francisco  Unified  School  District. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Pubiic  Utilities 
Commission  at  its  meeting  of  March  13.  2012  


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


SAN  Francisco  public  utilities  commission 

City  and  County  of  San  Francisco 

Notice  of  Cancellation 


The  San  Francisco  Public  Utilities  Commission's  Regular  Meeting 
scheduled  for  Tuesday,  March  27,  2012  at  1 :30  P.M  in  City  Hall,  Room  400 
has  been 

Cancelled 

Instead  a  special  meeting  will  be  held  on  Tuesday,  March  27,  2012 

NOTICE  SPECIAL  MEETING 

This  special  meeting's  agenda  will  be  posted  at  least  72  hours  in  advance  of 
this  Meeting  in  accordance  with  San  Francisco  Administrative  Code  67.6  (f). 

Tuesday,  March  27,  2012 

4:00  P.M. 
Southeast  Community  Facility 
1 800  Oaifdale  Avenue,  Alex  Pitcher,  Jr.  Room 
San  Francisco,  CA  94124 

Note  Different  Meeting  Location  and  Start  Time 

Michael  Housh,  Secretary 
San  Francisco  Public  Utilities  Commission 
Posted -March  9,2012 


For  infomnation,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  ottier  information  are  available  on  the  SFPUC  web  site:  www.sfvvater.org. 


City  and  County  of  San  Francisco 
Public  Utilities  Commission 
1155  Market  Street,  11*  Floor 
San  Francisco,  CA  94103 

RETURN  SERVICE  REQUESTED 


San  Francisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 

Edwin  M.  Lee 

MAYOR 

AGENDA 
Special  IVIeeting 
Tuesday,  IVIarch  27,  2012 

4:00  P.M. 
Southeast  Community  Facility 
1800  Oakdale  Avenue,  Alex  Pitcher,  Jr.  Room 
San  Francisco,  CA  94124 

Note  Different  IVIeeting  Location  and  Time 


Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  IVIoller  Caen 
Francesca  Vietor 
Vince  Courtney 


Ed  Harrington 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUG  web  site:  www.sfwater.org 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  the  evening  beginning  at  4:00  P.M.  at 
1800  Oakdale  Avenue,  in  the  Alex  L.  Pitcher,  Jr.  Community  Room.  This  meeting,  as  are  all 
Commission  meetings,  is  open  to  the  public  and  welcomes  comments  from  community  members. 

The  closest  BART  Station  is  located  at  Glen  Park.  Accessible  MUNI  Lines  serving  this  location  are 
the  #23  Monterey,  #24  Divisadero,  and  #44  O'Shaughnessy.  There  is  accessible  parking  available 
in  the  Southeast  Community  Facility  parking  lot  and  ample  off-street  parking  on  Oakdale  and  Phelps 
Street. 

The  Southeast  Community  Facility  is  a  "SMOKE-FREE"  environment;  whereas,  smoking  is 
prohibited  inside  the  building.  Accessible  integrated  seating  is  available  for  persons  with  disabilities 
(including  those  using  wheelchairs).  Individuals  with  other  disabilities  can  also  be  accommodated, 
provided,  advance  notice  is  given  by  contacting  the  Office  of  the  SECF  Commission  at  (415)  821- 
1534. 

Materials  in  alternative  formats,  American  Sign  Language  interpreters,  and  other  accommodations 
will  be  made  available  upon  request.  Please  contact  Donna  Hood,  Commission  Secretary,  at  (415) 
554-3165  or  by  Email  dhood@sfwater.orq  to  make  arrangements  for  any  of  these  services. 
Providing  at  least  48  hours  notice  prior  to  the  meeting  will  help  to  ensure  availability. 

In  order  to  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental 
illnesses,  multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are 
reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the 
City  accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfqov.orq.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the 
meeting  room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other 
similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.orq/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  the  March  13,  2012  Regular  Meeting 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Letter  Summary 

b)  Advance  Calendar 

c)  Staff  Reports  {written  reports  sent  to  the  Commission) 

1.     Status  of  Major  Development  Projects  in  the  Service  Area 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Water  System  Improvement  Program  Update  Report  (J.  Labonte) 

b)  Sewer  System  Improvement  Program  Update  Report  (K.  Kubick) 

8.  Citizens'  Advisory  Committee  Update  (T.  Jones) 

THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF 
PUBLIC  UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
1155  Market  Street,  lf^  Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165, 
Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon 
by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which 
event  the  matter  will  be  removed  from  the  Consent  Calendar  and  considered  as  a 
separate  item. 
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a)  Accept  work  performed  by  National  Electric  Coil  for  Hetch  Hetchy  Water  and 
Power-funded  Contract  No.  HH-910,  Kirkwood  Powerhouse  Rewind;  approve 
Modification  No.  3  (Final)  to  address  additional  generator  stator  core 
modifications  and  the  assessment  of  liquidated  damages,  resulting  in  a  decrease 
to  the  original  contract  amount  of  $158,237,  for  a  total  contract  amount  of 
$2,830,613,  and  with  a  total  contract  duration  of  1,462  consecutive  calendar 
days;  and  authorize  final  payment,  in  the  amount  of  $237,267  to  the  contractor. 
(S.  Ritchie) 

b)  Approve  Modification  No.  1  to  Power  Enterprise-funded  Contract  No.  HH-943, 
Job  Order  Contract  Major  Electrical  Work  for  Hetch  Hetchy  Water  &  Power 
Facilities  (C-10  License),  Newark  to  Hetch  Hetchy,  with  Wilson  Utility 
Construction  Company,  for  a  time  extension  of  one  year,  for  a  total  contract 
duration  of  three  years,  as  allowed  for  JOC  agreements  under  the  City's 
Administrative  Code.  Modification  of  this  contract  will  continue  ongoing  high- 
voltage  and  hydro-generation  powerhouse  work  for  HHWP  Facilities.  (S.  Ritchie) 

c)  Approve  Modification  No.  2  to  Contract  No.  WW-514R,  Southeast  Water 
Pollution  Control  Plant  Medium  Voltage  System  Reliability  Upgrades,  with 
NTK  Construction,  Inc.,  funded  by  the  Wastewater  Enterprise  Five-Year  Capital 
Improvement  Program,  increasing  the  contract  amount  by  $15,509,  for  a  total 
contract  amount  of  $2,161 ,146,  and  extending  the  contract  duration  by  240 
consecutive  calendar  days,  for  a  total  contract  duration  of  510  consecutive 
calendar  days.  The  modification  is  requested  to  install  additional  conduits  for 
three  compressors  associated  with  the  Oxygen  Plant  and  provide  additional  time 
to  complete  the  contract's  intended  scope  of  work  during  the  next  available  dry 
weather  period.  (T.  Moala) 

d)  Approve  Modification  No.  1  to  Enterprise-funded  Contract  No.  JOC-32,  Job 
Order  Contract,  General  Engineering  (A-License),  San  Francisco/Peninsula/ 
East  Bay/Hetch  Hetchy,  with  Verba  Buena  Engineering  and  Construction, 
Inc.,  to  accomplish  general  engineering  construction  work  for  all  San  Francisco 
Public  Utilities  Commission  Enterprise  Operations  and  Bureaus,  increasing  the 
contract  by  $2,500,000  for  a  total  contract  amount  of  $7,500,000,  and  with  a 
time  extension  of  two  years,  for  a  total  contract  duration  of  five  years,  as 
allowed  for  JOC  contracts  under  the  SF  Administrative  Code.  (H.  Kelly,  Jr.) 

e)  Accept  work  performed  by  Ascent  Elevator  Services  for  Wastewater  Enterprise 
Renewal  and  Replacement  Program-funded  Contract  No.  WW-472,  Wastewater 
Enterprise  Elevator  Maintenance,  for  a  total  contract  amount  of  $458,668  and 

a  total  contract  duration  of  1 ,195  consecutive  calendar  days;  and  authorize  final 
payment  to  the  contractor.  (T.  Moala) 
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f)  Accept  work  performed  by  A.  Ruiz  Construction  for  Wastewater  Enterprise, 
Renewal  and  Replacement  Program  and  Department  of  Public  Works  (DPW) 
Pavement  Renovation  Program-funded  Contract  No.  WW-495,  Bush  Street 
Sewer  Replacement/  Rehabilitation  and  Pavement  Renovation,  for  a  totaJ 
contract  amount  of  $2,217,760  (of  which  $1,833,934  is  funded  by  WWE  and 
$383,826  is  funded  by  DPW)  and  with  a  total  contract  duration  of  207 
consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

(T.  Moala) 

g)  Approve  the  selection  of  miok  Consulting,  Inc.  (miok)  and  Westland 
Management  Solutions,  Inc.  (WMS);  and  award  two  contracts.  Agreement 
Nos.  CS-224A  and  B,  System  Integration  and  Support  Services  -  Related  to 
Project  Controls,  to  provide  the  San  Francisco  Public  Utilities  Commission  with 
specialized  system  integration  and  support  services  to  implement  and 
improve  the  delivery  of  its  Capital  Improvement  Programs  and  Capital  Projects 
for  all  Enterprises;  and  authorize  the  General  Manager  to  negotiate  and  execute 
a  professional  services  agreement  with  both:  miok  (CS-224A)  and  WMS  (CS- 
224B).  Each  contract  award  will  be  for  an  amount  not-to-exceed  $4,500,000, 
and  a  duration  of  six  years.  Funding  for  these  contracts  will  be  provided 
through  capital  program  and  project  appropriations  annually  as  part  of  the  budget 
(S.  Ritchie) 

h)  Approve  the  plans  and  specifications,  and  award  Wastewater  Enterprise 
(WWE),  Renewal  and  Replacement  Program-funded  and  Department  of  Public 
Works  (DPW)  Pavement  Renovation  Program-funded  Contract  No.  WW-502, 
Laurel  Heights/Haight  Districts  Sewer  Replacement  and  Pavement 
Renovation,  in  the  amount  of  $2,432,302  (of  which  $1,709,169  is  funded  by 
WWE  and  $723,133  is  funded  by  DPW),  to  the  lowest,  qualified,  responsible 
and  responsive  bidder,  Harty  Pipelines,  to  replace  the  existing  sewers  and 
street  pavement  on  various  streets  in  the  Laurel  Heights  and  Haight  Districts  of 
San  Francisco.  (T.  Moala) 

REGULAR  BUSINESS 

10.     Authorize  the  Issuance  of  a  principal  amount  up  to  $692,000,000  in  new 

Water  Revenue  Bonds  under  Propositions  A  and  E  to  fund  the  Water  System 
Improvement  Program  and  Settlement  Costs,  and  Achieve  Ratepayer 
Savings  from  Refundings  Related  to  Outstanding  Water  Enterprise  Revenue 
Bonds,  in  one  or  more  series  of  bonds  and  subject  to  the  further  approval  of  the 
Board  of  Supervisors;  approving  the  form  and  authorizing  the  execution  and 
delivery  of  related  documents;  authorizing  the  General  Manager  to  sell  in  one  or 
more  series  of  bonds  on  either  a  competitive  or  a  negotiated  basis,  as  the  General 
Manager  determines  is  in  the  best  financial  interest  of  the  San  Francisco  Public 
Utilities  Commission;  delegating  to  the  General  Manager  authorization  to  award 
each  series  of  bonds  to  the  highest  bidder  (lowest-cost);  authorizing  the  General 
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Manager  to  submit  a  resolution  to  the  Board  of  Supervisors  authorizing  the 
Issuance  of  not  to  exceed  $692,000,000  aggregate  principal  amount  of  Water 
Revenue  Bonds;  and  with  this  resolution  serving  as  an  Inducement  Resolution  with 
the  California  Debt  Limit  Allocation  Committee  (CDLAC),  authorizing  the  General 
Manager  to  submit  an  application  to  CDLAC  requesting  "Volume  Capacity"  to 
authorize  the  use  of  lower-cost,  tax-exempt  bond  capacity  for  a  portion  of  the 
private  use  activity  associated  with  regional  WSIP  projects;  provided,  however,  the 
issuance  of  such  Water  Revenue  Bonds  shall  be  subject  to  the  terms  of 
Propositions  A  and  E  (approved  by  the  voters  November  2002).  (T.  Rydstrom) 

1 1 .  Authorize  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
to  execute  a  Collection  Agreement  with  the  United  States  Forest  Service 

(Forest  Service)  for  the  SFPUC  to  fund  work  by  Forest  Service  staff,  including 
environmental  analyses,  value  consultation  and  land  title  services,  and  preparation 
of  a  Feasibility  Analysis  (collectively  Preparatory  Work)  for  acquisition  by  the 
SFPUC  of  25.2  acres  of  land  at  Camp  Mather,  in  Tuolumne  County,  for  an 
amount  not  to  exceed  $60,000  and  a  duration  of  30  months.  The  SFPUC  seeks 
to  purchase  the  existing  Camp  Mather  sewage  leach  field  site,  and  additional  road 
access  areas  used  to  service  the  Camp  Mather  water  system.  (S.  Ritchie) 

12.  Authorize  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission, 
or  his  designee  to  approve  a  license  agreement  between  the  City  and  County 
of  San  Francisco,  through  the  SFPUC,  and  05  Children's  School,  for  use  of  a 
portion  of  the  ground  floor,  the  whole  of  the  intermediate  floor,  and  outdoor  space 
of  525  Golden  Gate  Avenue,  San  Francisco,  as  a  child  care  center.  The  license 
will  extend  for  an  initial  term  of  one  year,  and  will  automatically  renew  at  the 
end  of  the  initial  term  on  an  annual  basis,  but  not  beyond  eight  years,  with 
either  party  having  the  right  to  terminate  by  providing  at  least  120  days  advance 
written  notice  to  the  other.  (S.  Campbell). 
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SPECIAL  JOINT  BUSINESS 
Time  Certain  5:30  P.M. 


Following  the  conclusion  of  the  regular  San  Francisco  Public  Utilities 
Commission  business  items  a  special  joint  meeting  with  the  Southeast  Facility 
Commission  will  be  convened  by  both  Commission  Presidents  beginning  at  5:30 
P.M. 

1 3.  Opening  Remarks  for  the  Joint  IVIeeting. 

Anson  Moran,  President,  San  Francisco  Public  Utilities  Commission  and 
Willie  B.  Kennedy,  President,  Souttieast  Facility  Commission 

14.  Public  Comment 

Members  of  the  public  may  address  the  Special  Joint  meeting  of  the  San 
Francisco  Public  Utilities  Commission  and  the  Southeast  Facility  Commission  on 
matters  that  are  within  either  of  their  respective  jurisdictions  and  are  not  on 
today's  agenda. 

15.  Presentation  and  discussion  of  a  draft  San  Francisco  Public  Utilities  Commission 
proposed  plan  at  the  Southeast  Community  Facility  for  community  consideration 
and  to  receive  community  input  and  feedback.  (J.  Ellis) 

16.  Overview  of  9910  Program  and  Introduction  of  the  2012  Class  (T.  Moala) 

17.  Other  Commission  Business 

18.  Adjournment 
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City  and  County  of  San  Francisco 
Public  Utilities  Commission 
1155  Market  Street,  1l'^  Floor 
San  Francisco,  CA  94103 


San  Francisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

Special  IVIeeting  IVIinutes 

Tuesday,  IVIarch  27,  2012 

(Approved  April  24,  2010) 


4:00  P.M. 
Southeast  Community  Facility 
1800  Oakdale  Avenue 
Alex  Pitcher,  Jr.  Room 
San  Francisco,  CA  94124 


Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Ed  Harrington 

General  Manager 

Donna  IHood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.orq 


Gavel-to-Gavel  coverage  available  at  SFGTV: 
http://sanfrancisco.qranicus.com/MediaPlaver.php7view  id=22&clip  id=1 4673 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  4:07  PM. 

2.  Roll  Call 

Present:  Anson  Moran,  Art  Torres,  Anne  Caen,  Francesca  VIetor,  Vince  Courtney 

3.  Approval  of  Minutes 

On  motion  to  approve  the  Minutes  ofMarctt  13, 2011: 
ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor,  Courtney 

4.  Public  Comment 

No  Public  Comment. 

5.  Communications 

a.  )  Letter  Summary 

No  Comments. 

b.  )  Advance  Calendar 

No  Comments. 

c.  )  Staff  Reports 

1 .  Status  of  Major  Development  Projects  in  the  Service  Area 
No  Comments. 

6.  Other  Commission  Business 

Commissioner  Caen  request  that  her  question  from  the  May  12,  2012  meeting,  that  the 
Commission  be  provided  with  information  on  the  fair  market  value  of  SFPUC  property, 
be  included  in  the  next  Commission  question  summary  report. 

7.  Report  of  the  General  Manager 

•  Mr.  Harrington  stated  the  SFPUC  earned  first  place  for  most  dollars  raised 
($147,461)  in  the  Citywide  Combined  Charities  Campaign,  and  thanked  Ms.  Verma 
Walton  for  her  work  as  SFPUC  Coordinator. 

•  Mr.  Tommy  Moala,  Assistant  General  Manager,  Wastewater  Enterprise,  provided 
an  update  on  the  North  Shore  Force  Main  break  on  the  Embarcadero. 

1.  Water  Svstem  Improvement  Program  Report  Update  Report  fWSIP) 

Mr.  Harlan  Kelly,  Jr.,  Assistant  General  Manager,  Infrastructure,  provided  the 
Commission  with  a  brief  update  on  the  status  of  the  WSIP. 

2.  Sewer  Svstem  Improvement  Program  Report  Update  Report  (SSIP) 

Ms.  Karen  Kubick  provided  the  Commission  with  an  update  on  the  status  of  the 
SSIP. 

8.  Citizens'  Advisory  Committee  (CAC)  Update 

Mr.  Terrence  Jones,  introduced  himself  as  new  CAC  Chair,  and  gave  an  update  on  the 
activities  of  the  Committee. 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be  routine 
by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by  a  single  vote 
of  the  Commission.  There  will  be  no  separate  discussion  of  these  items  unless  a  member 
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of  the  Commission  or  the  public  so  requests,  in  which  event  the  matter  will  be  removed 
from  the  Consent  Calendar  and  considered  as  a  separate  item. 

a)  Accept  work  performed  by  National  Electric  Coil  for  Hetch  Hetchy  Water  and  Power- 
funded  Contract  No.  HH-910,  Kirkwood  Powerhouse  Rewind;  approve  Modification  No.  3 
(Final)  to  address  additional  generator  stator  core  modifications  and  the  assessment  of 
liquidated  damages,  resulting  in  a  decrease  to  the  original  contract  amount  of  $158,237, 
for  a  total  contract  amount  of  $2,830,613,  and  with  a  total  contract  duration  of  1,462 
consecutive  calendar  days;  and  authorize  final  payment,  in  the  amount  of  $237,267  to  the 
contractor. 

^Resolution  12-0045) 

b)  Approve  f\/lodification  No.  1  to  Power  Enterprise-funded  Contract  No.  HH-943,  Job  Order 
Contract  Major  Electrical  Work  for  Hetch  Hetchy  Water  &  Power  Facilities  (C-10  License), 
Newark  to  Hetch  Hetchy,  with  Wilson  Utility  Construction  Company,  for  a  time  extension  of 
one  year,  for  a  total  contract  duration  of  three  years,  as  allowed  for  JOC  agreements 
under  the  City's  Administrative  Code.  Modification  of  this  contract  will  continue  ongoing 
high-voltage  and  hydro-generation  powerhouse  work  for  HHWP  Facilities. 

(Resolution  12-0046) 

c)  Approve  Modification  No.  2  to  Contract  No.  WW-514R,  Southeast  Water  Pollution  Control 
Plant  Medium  Voltage  System  Reliability  Upgrades,  with  NTK  Construction,  Inc.,  funded 
by  the  Wastewater  Enterprise  Five-Year  Capital  Improvement  Program,  increasing  the 
contract  amount  by  $15,509,  for  a  total  contract  amount  of  $2, 161, 146,  and  extending  the 
contract  duration  by  240  consecutive  calendar  days,  for  a  total  contract  duration  of  510 
consecutive  calendar  days.  The  modification  is  requested  to  install  additional  conduits  for 
three  compressors  associated  with  the  Oxygen  Plant  and  provide  additional  time  to 
complete  the  contract's  intended  scope  of  work  during  the  next  available  dry  weather 
period. 

(Resolution  12-0047) 

d)  Approve  Modification  No.  1  to  Enterprise-funded  Contract  No.  JOC-32,  Job  Order 
Contract,  General  Engineering  (A-License),  San  Francisco/Peninsula/  East  Bay/Hetch 
Hetchy,  with  Verba  Buena  Engineering  and  Construction,  Inc.,  to  accomplish  general 
engineering  construction  work  for  all  San  Francisco  Public  Utilities  Commission  Enterprise 
Operations  and  Bureaus,  increasing  the  contract  by  $2,500,000  for  a  total  contract  amount 
of  $7,500, 000,  and  with  a  time  extension  of  two  years,  for  a  total  contract  duration  of  five 
years,  as  allowed  for  JOC  contracts  under  the  SF  Administrative  Code. 

(Resolution  12-0048) 

e)  Accept  work  performed  by  Ascent  Elevator  Services  for  Wastewater  Enterprise  Renewal 
and  Replacement  Program-funded  Contract  No.  WW-472,  Wastewater  Enterprise  Elevator 
Maintenance,  for  a  total  contract  amount  of  $458,668  and  a  total  contract  duration  of  1, 195 
consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

(Resolution  12-0049) 

f)  Accept  work  performed  by  A.  Ruiz  Construction  for  Wastewater  Enterprise,  Renewal  and 
Replacement  Program  and  Department  of  Public  Works  (DPW)  Pavement  Renovation 
Program-funded  Contract  No.  WW-495,  Bush  Street  Sewer  Replacement/ Rehabilitation 
and  Pavement  Renovation,  for  a  total  contract  amount  of  $2,217, 760  (of  which  $1,833,934 
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is  funded  by  WWE  and  $383,826  is  funded  by  DPW)  and  witti  a  totai  contract  duration  of 
207  consecutive  calendar  days;  and  auttiorize  final  payment  to  the  contractor 
(Resolution  12-0050) 

g)  Approve  the  selection  of  miok  Consulting,  Inc.  (miok)  and  Westland  Management 
Solutions,  Inc.  (WMS);  and  award  two  contracts.  Agreement  Nos.  CS-224A  and  B,  System 
Integration  and  Support  Services  -  f^elated  to  Project  Controls,  to  provide  the  San 
Francisco  Public  Utilities  Commission  with  specialized  system  integration  and  support 
services  to  implement  and  improve  the  delivery  of  its  Capital  Improvement  Programs  and 
Capital  Projects  for  all  Enterprises;  and  authorize  the  General  Manager  to  negotiate  and 
execute  a  professional  services  agreement  with  both:  miok  (CS-224A)  and  WMS  (CS- 
224B).  Each  contract  award  will  be  for  an  amount  not-to-exceed  $4,500,000,  and  a 
duration  of  six  years.  Funding  for  these  contracts  will  be  provided  through  capital  program 
and  project  appropriations  annually  as  part  of  the  budget. 

(Resolution  12-0051) 

h)  Approve  the  plans  and  specifications,  and  award  Wastewater  Enterprise  (WWE),  Renewal 
and  Replacement  Program-funded  and  Department  of  Public  Works  (DPW)  Pavement 
Renovation  Program-funded  Contract  No.  WW-502,  Laurel  Heights/Haight  Districts  Sewer 
Replacement  and  Pavement  Renovation,  in  the  amount  of  $2,432,302  (of  which 

$1, 709, 169  is  funded  by  WWE  and  $723, 133  is  funded  by  DPW),  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Harty  Pipelines,  to  replace  the  existing  sewers  and 
street  pavement  on  various  streets  in  the  Laurel  Heights  and  Haight  Districts  of  San 
Francisco. 

(Resolution  12-0052) 

Public  Comment 

No  public  comment. 

On  motion  to  approve  Consent  Calendar 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor,  Courtney 


REGULAR  BUSINESS 

10.       Authorize  the  Issuance  of  a  principal  amount  up  to  $692,000,000  in  new  Water  Revenue 
Bonds  under  Propositions  A  and  E  to  fund  the  Water  System  Improvement  Program  and 
Settlement  Costs,  and  Achieve  Ratepayer  Savings  from  Refundings  Related  to 
Outstanding  Water  Enterprise  Revenue  Bonds,  in  one  or  more  series  of  bonds  and  subject 
to  the  further  approval  of  the  Board  of  Supervisors;  approving  the  form  and  authorizing  the 
execution  and  delivery  of  related  documents;  authorizing  the  General  Manager  to  sell  in 
one  or  more  series  of  bonds  on  either  a  competitive  or  a  negotiated  basis,  as  the  General 
Manager  determines  is  in  the  best  financial  interest  of  the  San  Francisco  Public  Utilities 
Commission;  delegating  to  the  General  Manager  authorization  to  award  each  series  of 
bonds  to  the  highest  bidder  (lowest-cost);  authorizing  the  General  Manager  to  submit  a 
resolution  to  the  Board  of  Supervisors  authorizing  the  issuance  of  not  to  exceed 
$692,000,000  aggregate  principal  amount  of  Water  Revenue  Bonds;  and  with  this 
resolution  serving  as  an  Inducement  Resolution  with  the  California  Debt  Limit  Allocation 
Committee  (CDLAC),  authorizing  the  General  Manager  to  submit  an  application  to  CDLAC 
requesting  "Volume  Capacity"  to  authorize  the  use  of  lower-cost,  tax-exempt  bond 
capacity  for  a  portion  of  the  private  use  activity  associated  with  regional  WSIP  projects; 
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provided,  however,  the  issuance  of  such  Water  Revenue  Bonds  shall  be  subject  to  the 
terms  of  Propositions  A  and  E  (approved  by  the  voters  November  2002). 


Mr.  Todd  Rydstrom,  CFO  and  Assistant  General  Manager  Business  Services  presented 
this  item  and  explained  details  of  the  bond  issuance. 

Public  Comment: 

No  public  comment. 

On  motion  to  approve  Item  10: 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor,  Courtney 

(Resolution  12-0053) 

1 1.  Authorize  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to 
execute  a  Collection  Agreement  with  the  United  States  Forest  Service  (Forest  Service)  for 
the  SFPUC  to  fund  work  by  Forest  Service  staff,  including  environmental  analyses,  value 
consultation  and  land  title  services,  and  preparation  of  a  Feasibility  Analysis  (collectively 
Preparatory  Work)  for  acquisition  by  the  SFPUC  of  25.2  acres  of  land  at  Camp  Mather,  in 
Tuolumne  County,  for  an  amount  not  to  exceed  $60,000  and  a  duration  of  30  months.  The 
SFPUC  seeks  to  purchase  the  existing  Camp  Mather  sewage  leach  field  site,  and 
additional  road  access  areas  used  to  service  the  Camp  Mather  water  system. 

Mr.  Steve  Ritchie,  Assistant  General  Manager,  Water,  presented  this  item. 

Public  Comment: 

No  public  comment. 

On  motion  to  approve  Item  1 1 : 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor,  Courtney 

(Resolution  12-0054) 

12.  Authorize  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission,  or  his 
designee  to  approve  a  license  agreement  between  the  City  and  County  of  San  Francisco, 
through  the  SFPUC,  and  C5  Children's  School,  for  use  of  a  portion  of  the  ground  floor,  the 
whole  of  the  intermediate  floor,  and  outdoor  space  of  525  Golden  Gate  Avenue,  San 
Francisco,  as  a  child  care  center  The  license  will  extend  for  an  initial  term  of  one  year, 
and  will  automatically  renew  at  the  end  of  the  initial  term  on  an  annual  basis,  but  not 
beyond  eight  years,  with  either  party  having  the  right  to  terminate  by  providing  at  least  120 
days  advance  written  notice  to  the  other. 

Ms.  Shelby  Campbell,  Project  Manager,  outlined  the  details  of  the  license  agreement. 

Public  Comment: 

Member  of  the  public  asked  what  rates  the  customers  of  the  childcare  will  pay.  Ms. 
Campbell  indicated  that  the  monthly  rates  will  be  $1 ,944  for  infants,  $1 ,664  for  toddlers, 
and  $1 ,664  for  pre-school  aged  children,  which  is  comparable  to  other  daycare  providers 
in  the  Civic  Center  area. 

On  motion  to  approve  Item  12: 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor,  Courtney 

(Resolution  12-0055) 
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President  Moran  recessed  the  meeting  at  5:00  PM 
President  Moran  reconvened  tiie  meeting  at  5:31  PM 


SPECIAL  JOINT  BUSINESS 


13.        Opening  Remarks  for  the  Joint  Meeting 

Anson  Moran,  President,  San  Francisco  Public  Utilities  Commission  and 
Willie  B.  Kennedy,  President,  Southeast  Facility  Commission 

President  Kennedy  welcomed  those  in  attendance  and  outlined  the  structure  of  the 
meeting  and  of  public  comment. 

Presidents  Moran  and  Kennedy  proposed  that  items  14,  15  and  16  be  heard  out-of- 
order.  Without  objection  the  order  of  items  heard:  16,  15,  and  14 

16.    Overview  of  the  9910  Program  and  Introduction  of  tfie  2010  Class  (T.  Moala) 

Mr.  Moala  noted  that  the  program  has  been  in  existence  since  1980.  He  introduced  the 
seven  graduates  from  the  current  class,  who  each  briefly  detailed  their  experience  in  the 
two  year  program. 


Public  Comment 

No  public  comment. 


15.    Presentation  and  discussion  of  a  draft  San  Francisco  Public  Utilities  Commission 

proposed  plan  at  the  Southeast  Community  Facility  for  community  consideration  and  to 
receive  community  input  and  feedback.  (J.  Ellis) 

President  Moran  noted  the  presentation  would  focus  on  the  draft  report,  which  outlines 
the  long-term  use  of  the  facility. 

Mr.  Harrington  introduced  the  agenda  item  and  Ms.  Juliet  Ellis,  Assistant  General 
Manager,  External  Affairs,  who  presented  the  item. 

Public  Comment 

The  following  speakers  expressed  their  interest  and  concern  about  future  tenants  and 
plans  for  the  Southeast  Facility  Community. 

•  Charlie  Walker 

•  Don  Griffin,  Chancellor,  City  College  of  San  Francisco 

•  Torrance  Bynum,  Southeast  Campus  Coordinator,  City  College  of  San  Francisco 

•  Chris  Jackson,  City  College  of  San  Francisco 

•  Tempi  Priestly,  Executive  Director,  Renaissance  Parents  of  Success 

•  Greg  Doxey 

•  Lana  Kumar 

•  Mr.  Bender 

•  Mr.  Jones 

•  Takai  Tyler,  Co-Executive  Director,  Hunter  Point  Family  Services 

•  Lena  Miller,  Co-Executive  Director,  Hunter  Point  Family  Services 
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•  Shamman  Walton,  Executive  Director,  Young  Community  Developers 

•  Dion-Jay  Bookter,  Director  of  Operations,  Young  Community  Developers 

•  Sara  Morales 

•  Tene  Clemens 

•  Zara  Clemens 

•  Shannon  Neku 

•  Steve  Good,  Executive  Director,  5  Keys  Charter  School 

•  Adrienne  Pon,  Executive  Director,  Community  Ambassadors  Program 

•  Richard  Whipple,  Program  IVIanager,  Community  Ambassadors  Program 

•  Myisha  Vincent 

•  Steve  Arcelona,  Deputy  Director,  Human  Services  Agency 

•  Mystique  Jones 

•  Phil  Bluford 

•  H  u  nte  rs  Po  i  nt  Fam  i  ly  Staff 

•  Marquez  Williams 

•  Brandy  Windom 

•  Antwan  Shelbua 

•  Victor  Moore 

•  LaDiamond  Laurent 

•  Keith  Wilkins 

•  Shawnetta  David 

•  Melody  Daniel 

•  Toni  Hunt  Hines 

•  Tedd  Hunt 

•  Malik  Senefreu 

•  Marci 

•  Cedric  Jackson 

•  Jeff  Williams 

•  Lance  Burton 

•  Focuz 

•  Jacob  Moody 

•  Donald  Hamilton 

•  Roderick  Tannehill 

•  Howard  Barnes 

•  Espinola  Jackson 

•  Sophie  Maxwell 

•  Lorenzo  Bell 

•  Jackie  Phillips 

•  Deborah  Hurnberger 

•  Lonnie  Mason 

•  OIlie  Burgess 

•  Hong  Chang 

•  Oscar  James 

•  Ed  Donaldson 
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14.    Public  Comment 

Members  of  the  public  may  address  the  Special  Joint  meeting  of  the  San  Francisco 
Public  Utilities  Commission  and  the  Southeast  Facility  Commission  on  matters  that  are 
within  either  of  their  respective  jurisdictions  and  are  not  on  today's  agenda. 

No  public  comment. 


15.   Other  Commission  Business 
None. 

Adjoumment:  8:07  PM 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0046 


WHEREAS,  on  December  8,  2009,  per  Resolution  No.  09-0196,  this  Commission  approved 
the  award  of  Enterprise-funded  Contract  No.  HH-943,  Job  Order  Contract,  Major  Electrical  Work  for 
Hetch  Hetchy  Water  &  Power  (HHWP)  Facilities  (C-10  License),  Newark  to  Hetch  Hetchy,  to  Wilson 
Utility  Construction  Company;  and 

WHEREAS,  The  Notice-To-Proceed  date  was  set  for  April  8,  2010;  and 

WHEREAS,  The  original  contract  amount  was  for  $3,000,000  and  the  original  contract 
duration  was  two  years;  and 

WHEREAS,  Modification  No.l  is  being  requested  to  complete  ongoing  high- voltage  and 
hydro-generation  powerhouse  work  for  HHWP  Facilities,  increasing  the  contract  duration  by  one  year 
for  a  total  duration  of  three  years;  and 

WHEREAS,  This  Contract  Modification  is  needed  to  address  possible  failures  to  Hetch 
Hetchy' s  transmission  towers  or  conductor  systems,  which  include  lines  that  are  up  to  80  years  old; 
and 

WHEREAS,  The  Human  Rights  Commission  subcontracting  goal  was  waived  for  this  contract; 

and 

WHEREAS,  Funding  will  be  available  from  HHWP  funds  when  Task  Orders  are  issued;  and 

WHEREAS,  No  task  order  will  be  issued  for  construction  requiring  environmental  review, 
excluding  those  eligible  for  statutory  or  categorical  exemptions,  until  the  Commission  has  been  given 
the  opportunity  to  review  the  environmental  document  and  take  action  if  deemed  appropriate;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  Enterprise-funded 
Contract  No.  HH-943,  Job  Order  Contract,  Major  Electrical  Work  for  HHWP  Facilities  (C-10 
License),  Newark  to  Hetch  Hetchy,  with  Wilson  Utility  Construction  Company,  to  complete  ongoing 
high-voltage  and  hydro-generation  powerhouse  work  for  HHWP  Facilities,  for  a  time  extension  of  one 
year,  for  a  total  contract  duration  of  three  years. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  27,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0047 


WHEREAS,  On  May  10,  2011  per  Resolution  No.  11-0061,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  Five- Year  Capital  Improvement  Program-funded  Contract 
No.  WW-514R,  Southeast  Water  Pollution  Control  Plant  Medium  Voltage  System  Reliability 
Upgrades  to  NTK  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  June  20,  201 1;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,111,000  and  the  original  contract 
duration  was  270  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $34,637  to  address  underground  utility 
conflicts  and  purchase  of  bioassay  equipment,  increasing  the  contract  amount  to  $2,145,637;  and 

WHEREAS,  Modification  No.  2  is  being  requested  for  $15,509  to  install  additional 
conduits  for  three  compressors  associated  with  the  Oxygen  plant,  increasing  the  contract  amount 
to  $2,161,146,  and  increasing  the  contract  duration  by  240  consecutive  calendar  days  to  complete 
the  intended  scope  of  work  during  the  next  available  dry  weather  period;  and 

WHEREAS,  A  Human  Rights  Commission  subcontracting  goal  of  10%  Local  Business 
Enterprise  participation  was  originally  established  for  this  construction  contract;  and 

WHEREAS,  The  Planning  Department  issued  a  categorical  exemption  for  the  project 
under  Planning  Department  File  Number  2010.0199E  on  June  29,  2010;  and 

WHEREAS,  Funds  are  available  from  Project  No.  IC41  -  Southeast  Plant  Electrical 
Reliability;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  2  to  Wastewater 
Enterprise  Five- Year  CiP-funded  Contract  No.  WW-514R,  with  NTK  Constmction,  Inc., 
increasing  the  contract  amount  by  $15,509,  for  a  total  contract  amount  of  $2,161,146  and  with  a 
time  extension  of  240  consecutive  calendar  days,  for  total  contract  duration  of  510  consecutive 
calendar  days. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  27,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0048 


WHEREAS,  on  February  8,  201 1,  per  Resolution  No.  11  -0022,  this  Commission  approved  the 
award  of  Enterprise-funded  Contract  No.  JOC-32,  Job  Order  Contract  (JOC),  General  Engineering 
(A-License),  San  Francisco/Peninsula/East  Bay/Hetch  Hetchy  to  Yerba  Buena  Engineering  and 
Constmction,  Inc.;  and 

WHEREAS,  The  Notice-To-Proceed  date  was  set  for  March  23,  201 1;  and 

WHEREAS,  The  original  contract  amount  was  for  $5,000,000  and  the  original  contract 
duration  was  three  years;  and 

WHEREAS,  Modification  No.l  is  being  requested  to  complete  ongoing  sewer  and  water 
pipeline  inspection/cleaning/repairs,  transformer  and  communication  improvements,  landscaping  and 
site  improvements,  pump  station  repairs,  etc.,  for  San  Francisco  Public  Utilities  Commission's 
(SFPUC)  Operations  and  Bureaus,  increasing  the  contract  amount  by  $2,500,000,  for  a  total  contract 
value  of  $7,500,000,  and  increasing  the  contract  duration  by  two  years,  for  a  total  duration  of  five 
years;  and 

WHEREAS,  The  Human  Rights  Commission  (HRC)  subcontracting  goal  of  20%  Local 
Business  Enterprise  (LBE)  participation  has  been  established  for  this  contract.;  and 

WHEREAS,  of  March  6,  2012,  the  contractor  has  utilized  an  LBE  participation  of  17.23% 
(including  pending  task  orders);  and 

WEHREAS,  The  Contractor  is  working  with  the  HRC  and  JOC  Management  to  meet  the  full 
LBE  goal  requirements  by  the  end  of  contract;  and 

WHEREAS,  Funds  are  available  from  SFPUC  Enterprise  funds;  and 

WHEREAS,  No  task  order  will  be  issued  for  construction  requiring  environmental  review, 
excluding  those  eligible  for  statutory  or  categorical  exemptions,  until  the  Commission  has  been  given 
the  opportunity  to  review  the  environmental  document  and  take  action  if  deemed  appropriate;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  I  to  Enterprise-funded 
Contract  No.  JOC-32,  Job  Order  Contract,  General  Engineering  (A-License),  San 
Francisco/Peninsula/East  Bay/Hetch  Hetchy,  to  Yerba  Buena  Engineering  and  Constmction,  Inc.,  for 
continued  general  engineering  construction  work  for  all  SFPUC  Operations  and  Bureaus,  increasing 
the  contract  amount  by  $2,  500,000  for  a  total  contract  value  of  $7,  500,000,  and  with  a  time  extension 
of  two  years,  for  a  total  contract  duration  of  five  years. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  27.  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0049 


WHEREAS,  Construction  has  been  completed  on  Wastewater  Enterprise  (WWE) 
Renewal  and  Replacement  Program- funded  Contract  No.  WW-472,  Wastewater  Enterprise 
Elevator  Maintenance,  by  the  contractor.  Ascent  Elevator  Services;  and 

WHEREAS,  On  March  25.  2008,  by  Resolution  No.  08-0047,  this  Commission  awarded 
Contract  No.  WW-472,  Wastewater  Enterprise  Elevator  Maintenance,  in  the  amount  of 
$436,195,  to  the  lowest,  qualified  responsible  and  responsive  bidder.  Ascent  Elevator  Services; 
and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  June  30,  2008,  with 
an  original  schedule  of  1 ,095  consecutive  calendar  days  and  the  contract  work  was  completed  in 
1,195  consecutive  calendar  days,  on  October  7,  2011;  and 

WHEREAS,  The  original  contract  amount  was  for  $436,195;  and 

WHEREAS,  Modification  No.  I  was  issued  for  a  time  extension  of  100  consecutive 
calendar  days  to  continue  to  perform  repair  and  maintenance  work  beyond  the  original  contract 
end  date,  increasing  the  total  contract  duration  to  1,195  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  2  was  issued  for  $29,573,  to  perform  an  independent  third 
party  evaluation  of  all  19  existing  WWE  facility  elevators,  increasing  the  contract  amount  to 
$465,768;  and 

WHEREAS,  Modification  No.  3  was  issued  for  ($7,101),  to  account  for  actual  labor  and 
materials  required  to  complete  the  work  under  bid  item  allowances,  decreasing  the  contract 
amount  to  $458,668;  and 

WHEREAS,  The  Human  Rights  Commission  has  waived  the  Local  Business  Enterprise 
(LBE)  subcontractor  participation  goal;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENRNRS26040  and 
CWWRNRTFli  -  Wastewater  Enterprise  Elevator  Maintenance;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Ascent  Elevator 
Services  for  WWE  Replacement  and  Renewal  Program- funded  Contract  No.  WW-472, 
Wastewater  Enterprise  Elevator  Maintenance,  for  a  total  contract  amount  of  $458,668  and  with  a 
total  contract  duration  of  1,195  consecutive  calendar  days;  and  authorizes  final  payment  to  the 
contractor. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  27,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0050 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise,  Renewal  and 
Replacement  Program  and  Department  of  Public  Works  Pavement  Renovation  Program-funded 
Contract  No.  WW-495,  Bush  Street  Sewer  Replacement/Rehabilitation  and  Pavement 
Renovation,  by  the  contractor,  A.  Ruiz  Constaiction;  and 

WHEREAS,  On  December  14,  2010,  by  Resolution  No.  10-0212,  this  Commission 
awarded  Contract  No.  WW-495,  Bush  Street  Sewer  Replacement/Rehabilitation  and  Pavement 
Renovation,  in  the  amount  of  $2,159,795,  of  which  $1,781,955  is  funded  by  WWE  and  $377,840 
is  funded  by  DPW,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  A.  Ruiz 
Construction;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  Febaiary  7, 
2011,  with  an  original  schedule  of  180  consecutive  calendar  days,  and  the  contract  work  was 
completed  in  207  consecutive  calendar  days  on  September  1,  2011;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,159,795  and  the  original  contract 
duration  was  180  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $10,605  to  construct  a  brick  and  concrete 
cistern  ring  on  the  street  pavement  over  an  existing  San  Francisco  Fire  Department  cistern  on 
Bush  Street,  increasing  the  contract  amount  to  $2,170,400;  and 

WHEREAS,  Modification  No.  2  was  issued  for  $133,137  to  perform  additional  sewer 
and  paving  work  due  to  unforeseen  conditions  encountered  during  the  construction  work, 
increasing  the  contract  amount  to  $2,303,537  and  with  a  time  extension  of  17  consecutive 
calendar  days,  increasing  the  contract  duration  to  197  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  3  was  issued  for  ($85,777),  to  account  for  actual  labor  and 
materials  required  to  complete  the  work  under  bid  item  allowances,  decreasing  the  contract 
amount  to  $2,217,760  and  with  a  time  extension  of  10  consecutive  calendar  days,  increasing  the 
contract  duration  to  207  consecutive  calendar  days;  and 

WHEREAS,  The  contractor  did  not  meet  the  submitted  Human  Rights  Commission 
(HRC)  subcontracting  goal  of  13.2%  Local  Business  Enterprise  participation  for  this  project  due 
to  a  decrease  of  the  HRC  sub-contractor's  workload  and  the  unavailability  of  a  listed  HRC  sub- 
contractor; and 

WHEREAS,  Funds  are  available  from  Project  No.  Project  No.  CWWRNRCS21,  Bush 
Street  Sewer  Replacement  for  the  sewer  work  and  Project  No.  CENTRNSR0M38,  Bush  Street 
Paving  for  the  paving  work;  now,  therefore,  be  it 


Pavement  Renovation  Prograrfunded  Comrr  m  f.^l'"'"^""^  DPW 
Replacement/Rehabilitation  anTpavemen^Ren^^^^^^^^^^  .  "T-"^^^'  ^'''^  Sewer 
and  with  a  total  contract  durat^  of  "  -"^^  ™  $2,217,760 

to  the  contractor.  consecutive  calendar  days;  and  authorizes  final  payment 


^  March  27.  2012 


i[muAA  ^i/^A^  

SeaeLdry,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0051 


WHEREAS,  The  SFPUC  requires  the  assistance  of  Consultants  to  provide  specialized 
system  integration  and  support  services  related  to  program  controls;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  System  Integration 
Consultants  to  provide  specialized  system  integration  and  support  services  related  to  program 
controls  to  supplement  SFPUC  staff  through  two  contracts;  and 

WHEREAS,  The  estimated  cost  of  services  is  for  an  amount  not-to-exceed  $4,500,000 
for  each  contract,  for  an  aggregate  a  total  of  $9,000,000;  and 

WHEREAS,  The  proposal  was  advertised  on  January  20,  2012  and  Proposals  were 
received  on  Febmary  27,  2012  from  the  two  firms;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  May  2012  and  end  in  May  2018  and  the 
duration  of  each  agreement  is  six  years;  and 

WHEREAS,  SFPUC  staff  and  Human  Rights  Commission  (HRC)  review  of  the 
proposals  confirmed  mlok  Consulting,  Inc.  and  Westland  Management  Solutions,  Inc.  have 
satisfied  the  minimum  qualifications  outlined  in  the  Request  For  Proposal  and  are  confident  that 
their  level  of  expertise  and  quality  of  work  will  meet  the  SFPUC's  expectations;  and 

WHEREAS,  A  HRC  sub-consulting  goal  of  17%  Local  Business  Enterprise  (LBE) 
participation  (of  the  total  value  of  services  to  be  provided)  has  been  established  for  this 
agreement;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  re-advertising  and  re-selecting 
consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may,  in  the  General  Manager's  sole 
discretion,  result  in  re-advertising  and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  various  SFPUC  Capital  Improvement  programs  and  projects  including  SSIP 
Program  and  Hetchy  Improvements  Programs  and  projects;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  mlok  Consulting, 
Inc.  and  Westland  Management  Solutions,  Inc.;  award  Wastewater  Enterprise,  Sewer  System 
Improvement  Program  Agreement  Nos.  CS-224A  and  B,  System  Integration  and  Support 
Services  -  Related  to  Project  Controls,  to  provide  the  San  Francisco  Public  Utilities  Commission 
with  specialized  system  integration  and  support  services  for  its  Capital  Improvement  Programs 
and  Capital  Projects;  and  authorize  the  General  Manager  of  the  SFPUC  to  negotiate  and  execute 
a  professional  services  agreement  with  mlok  (CS-224A)  and  WMS  (CS-224B)  for  an  amount 
not-to-exceed  $4,500,000  each,  for  a  duration  of  six  years  each. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  27,  2012  


nfO.dn^  vHmA/-^  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0052 


WHEREAS,  Wastewater  Enterprise,  Renewal  and  Replacement  Program- funded  and 
Department  of  Public  Works  Pavement  Renovation  Program-funded  Contract  No.  WW-502, 
Laurel  Heights/Haight  Districts  Sewer  Replacement  and  Pavement  Renovation  was  advertised  on 
January  3 1 ,  20 1 2;  and 

WHEREAS,  The  Engineer's  Estimate  is  $2,753,375  for  this  construction  contract  work  to 
replace  the  existing  sewers  and  street  pavement  from  curb  to  curb  on  various  streets  in  the  Laurel 
Heights/Haight  Districts  of  the  City  and  County  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  226  consecutive  calendar  days;  and 

WHEREAS,  On  February  13,  2012,  under  the  delegation  agreement  between  the  San 
Francisco  Planning  Department  and  the  San  Francisco  Public  Utilities  Commission  (SFPUC),  the 
Laurel  Heights/Haight  Districts  Sewer  Replacement  and  Pavement  Renovation  project  was 
determined  to  be  statutorily  excluded  under  California  Environmental  Quality  Act  (CEQA) 
Section  15282(k)  and  Public  Resources  Code  Section  21080.21;  and 

WHEREAS,  Four  bids  were  received  and  opened  publicly  on  March  1,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  staff  and  Human  Rights 
Commission  (HRC)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness  and 
application  of  bid  preferences  resulted  in  the  establishment  of  Harty  Pipelines  as  the  lowest, 
qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  18%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  Harty  Pipelines  committed  to  a  28%  LBE 
participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  PUC  Project  No  CWWRNRCSU, 
Laurel  Heights/Haight  Districts  Sewer  Replacement  and  DPW  Project  No.  CPWTRNSRA7, 
Laurel  Heights/Haight  Districts  Pavement  Renovation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Wastewater  Enterprise,  Renewal  and  Replacement  Program-funded  and  Department  of 
Public  Works  Pavement  Renovation  Program-funded  Contract  No.  WW-502,  Laurel 
Heights/Haight  Districts  Sewer  Replacement  and  Pavement  Renovation,  to  replace  the  existing 
sewers  and  street  pavement  on  various  streets  in  the  Laurel  Heights  and  Haight  Districts  of  San 
Francisco,  in  the  amount  of  $2,432,302  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  Harty  Pipelines. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  27,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0053 

WHEREAS,  at  a  duly  called  and  held  election  on  November  5,  2002.  a  majority 
of  voters  voting  on  the  measure  approved  Proposition  E  ("Proposition  E  of  2002")  which, 
among  other  things,  authorized  the  San  Francisco  Public  Utilities  Commission  (the 
■'Commission")  of  the  City  and  County  of  San  Francisco  (the  "City")  to  issue  its  revenue 
bonds,  including  notes,  commercial  paper  or  other  forms  of  indebtedness,  when 
authorized  by  ordinance  approved  by  a  two-thirds  vote  of  the  Board  of  Supervisors  of  the 
City  (the  "Board"),  for  the  purpose  of  reconstructing,  replacing,  expanding,  repairing  or 
improving  water  facilities  under  the  jurisdiction  of  the  Commission;  and, 

WHEREAS,  on  August  4,  2009,  the  Board  adopted  its  Ordinance  No.  189-09, 
approving  the  issuance  and  sale  of  water  revenue  bonds  by  the  Commission  pursuant  to 
Proposition  E  of  2002,  in  a  principal  amount  not  to  exceed  $1,310,307,1 19,  to  finance 
and  refinance  projects  that  are  within  the  Commission's  Water  System  Improvement 
Program  ("WSIP  Projects"),  which  ordinance  became  effective  on  September  12,  2009; 
and, 

WHEREAS,  on  April  20,  2010,  the  Board  adopted  its  Ordinance  No.  89-10  to 
approve,  among  other  things,  the  issuance  and  sale  of  water  revenue  bonds  by  the 
Commission  pursuant  to  Proposition  E  of  2002,  in  a  principal  amount  not  to  exceed 
$1,737,724,038,  to  finance,  among  other  things,  WSIP  Projects  and  other  associated 
financing  costs,  which  ordinance  became  effective  on  May  30,  2010;  and, 

WHEREAS,  at  a  duly  called  and  held  revenue  bond  election  on  November  5. 
2002,  a  majority  of  voters  voting  on  the  measure  approved  Proposition  A  ("Proposition  A 
of  2002")  which,  among  other  things,  authorized  the  Commission  of  the  City  to  issue  its 
revenue  bonds  and/or  other  forms  of  revenue  financing  for  the  purpose  of,  among  other 
things,  acquiring  and  constnicting  improvements  to  the  City's  water  system,  including 
improvements  to  the  Commission's  Capital  Improvement  Program  and  costs  and 
expenses  incidental  thereto,  including  but  not  limited  to  legal  fees  (the  "CIP  Projects"); 
and, 

WHEREAS,  on  October  4,  201 1,  the  Board  adopted  its  Ordinance  No.  208-1 1 
("Ordinance  No.  208- 1 1")  approving  the  issuance  and  sale  of  water  revenue  bonds  by  the 
Commission,  in  one  or  more  series  and  on  one  or  more  dates,  in  a  total  aggregate 
principal  amount  not  to  exceed  $17,000,000,  to  finance  the  reimbursement  of  certain 
legal  settlement  costs  related  to  various  CIP  Projects  and  other  associated  financing  costs, 
which  ordinance  became  effective  on  November  3,  201 1;  and, 

WHEREAS,  the  Board  will  consider  a  resolution  on  and  after  the  date  hereof,  to 
authorize  (i)  the  issuance  of  not  to  exceed  5675,000.000  aggregate  principal  amount  of 
water  revenue  bonds  pursuant  to  Proposition  E  of  2002  to  finance  or  refinance  WSIP 
Projects  (ii)  the  issuance  of  not  to  exceed  S17.000.000  aggregate  principal  amount  of 
water  revenue  bonds  pursuant  to  Proposition  A  of  2002  to  reimburse  the  Commission  for 


amounts  paid  in  connection  with  legal  settlement  costs  related  to  various  CIP  Projects 
(authorized  by  Proposition  A  of  2002),  and  (iii)  the  issuance  of  refunding  water  revenue 
bonds  by  the  Commission,  without  limitation  as  to  principal  amount,  under  the  authority 
granted  pursuant  to  Section  9.109  of  the  Charter  or  Proposition  E  of  2002;  and, 

WHEREAS,  pursuant  to  Proposition  E  of  2002  and  under  Ordinance  No.  189-09 
and  Ordinance  No.  89-10,  there  are  authorized  but  unissued  water  revenue  bonds  in  a 
principal  amount  of  $989,131,317  for  WSIP  Projects  and  pursuant  to  Proposition  A  of 
2002  and  under  Ordinance  No.  208-1 1.  there  are  authorized  but  unissued  water  revenue 
bonds  in  a  principal  amount  of  $296,185,000  to  finance  the  acquisition  and  construction 
of  improvement  to  the  City's  water  system,  including  the  CIP  Projects  and  expenses 
incidental  thereto  or  connected  therewith;  and, 

WHEREAS,  under  the  authority  granted  or  proposed  to  be  granted  under 
Proposition  A  of  2002  and  Proposition  E  of  2002  and  by  the  ordinances  and  resolution 
hereinabove  mentioned,  it  is  proposed  that  the  Commission  issue  (i)  one  or  more  series  of 
water  revenue  bonds  for  the  principal  purpose  of  providing  long-term  financing  or 
refinancing  for  WSIP  Projects  ("Proposition  E  Bonds"),  in  an  aggregate  principal  amount 
not  to  exceed  $675,000,000,  (ii)  one  or  more  series  of  water  revenue  bonds  for  the 
principal  purpose  of  providing  funds  to  reimburse  the  Commission  for  amounts  paid  in 
connection  with  legal  settlement  costs  related  to  various  CIP  Projects  (authorized  by 
Proposition  A  of  2002)  ("Proposition  A  Bonds"),  in  an  aggregate  principal  amount  not  to 
exceed  $17,000,000,  and  (iii)  one  or  more  series  of  water  revenue  refunding  bonds  for  the 
principal  purpose  of  refunding  outstanding  water  revenue  bonds  or  commercial  paper  of 
the  Commission,  subject  to  limitation  as  to  principal  amount  as  provided  herein  (the 
■Refunding  Bonds,"  and  together  with  the  Proposition  A  Bonds  and  Proposition  E  Bonds, 
the  "Bonds"),  all  pursuant  to  the  Amended  and  Restated  Indenture,  dated  as  of  August  1, 
2002  (as  amended  and  supplemented,  the  "Indenture"),  by  and  between  the  Commission 
and  U.S.  Bank  National  Association,  as  tmstee  (the  "Tmstee"),  and  one  or  more 
supplemental  indentures  as  herein  provided;  and, 

WHEREAS,  each  such  refunding  of  the  Commission's  outstanding  water  revenue 
bonds  is  proposed  to  be  accomplished  by  depositing  proceeds  of  the  Refunding  Bonds 
and  certain  other  amounts  in  an  irrevocable  escrow  fund  established  and  held  in  tmst  by 
the  tmstee  for  the  bonds  to  be  refunded  pursuant  to  an  escrow  agreement  between  the 
Commission  and  said  trustee  (each,  an  "Escrow  Agreement"),  which  moneys  and  the 
investment  income  thereon  are  to  be  applied  to  pay  the  principal  of  and  the  interest  and 
redemption  premium,  if  any,  on  the  bonds  to  be  refunded;  and, 

WHEREAS,  it  is  proposed  that  such  Bonds  be  issued  as  obligations  the  interest  on 
which  is  exempt  from  federal  income  tax  pursuant  to  one  or  more  supplemental 
indentures,  between  the  Commission  and  the  Trustee  (each,  a  "Supplemental  Indenture"); 
and, 

WHEREAS,  it  is  proposed  that  such  Bonds  be  sold  in  a  competitive  sale  pursuant 
to  a  official  notice  of  sale  (the  "Official  Notice  of  Sale")  and  a  notice  of  intention  to  sell 
bonds  (the  "Notice  of  Intention"),  or  a  negotiated  sale  pursuant  to  a  Bond  Purchase 
Ct)ntract  (the  "Bond  Purchase  Contract"),  or  in  some  combination  of  competitive  and 
negotiated  sales;  and. 


WHEREAS,  it  is  proposed  that  one  or  more  official  statements  tor  the  Bonds  (the 
"Official  Statement")  be  used  in  connection  with  the  ottering  and  sale  of  the  Bonds  from 
time  to  time;  and, 

WHEREAS,  it  is  proposed  that  a  continuing  disclosure  certificate  (the 
"Continuing  Disclosure  Certificate")  be  executed  and  delivered  with  respect  to  the  Bonds 
in  order  to  assist  the  purchasers  or  underwriters  thereof  in  complying  with  Securities  and 
Exchange  Commission  Rule  I5c2- 12  ("Rule  15c2- 12");  and, 

WHEREAS,  pursuant  to  Article  IX  of  the  Indenture,  the  Indenture  may  be 
amended  from  time  to  time  upon  the  compliance  with  the  terms  and  conditions  provided 
in  said  Article  IX;  and, 

WHEREAS,  the  voters  of  the  City  approved  Proposition  P  in  November  2002. 
pursuant  to  which  this  resolution  and  the  Bonds  (excluding  the  Refunding  Bonds)  are 
subject  to  the  provisions  of  Section  5A.30  et  seq.  ("Public  Utilities  Revenue  Bond 
Oversight  Committee")  of  Chapter  V  of  the  San  Francisco  Administrative  Code  (the 
"Proposition  P  Requirements"),  including  the  requirement  that,  to  the  extent  permitted  by 
law.  one-twentieth  of  one  percent  (0.05%)  of  the  gross  proceeds  of  the  Bonds  (excluding 
the  Refunding  Bonds)  shall  be  deposited  in  a  fund  established  by  the  Office  of  the 
Controller  of  the  City  (the  "Controller's  Office")  and  appropriated  by  the  Board  at  the 
direction  of  the  Public  Utilities  Revenue  Bond  Oversight  Committee  to  cover  the  costs  of 
said  committee;  and, 

WHEREAS,  the  Commission  has  been  presented  with  and  has  examined  the 
proposed  forms  of  a  Supplemental  Indenture  for  each  series  of  Bonds,  an  Official  Notice 
of  Sale,  a  Notice  of  Intention,  a  Bond  Purchase  Contract,  an  Escrow  Agreement,  an 
Official  Statement  and  a  Continuing  Disclosure  Certificate;  and, 

WHEREAS,  the  Commission  is  duly  authorized  and  empowered,  pursuant  to  each 
and  every  requirement  of  law,  to  authorize  the  foregoing  transactions  and  issue  the  Bonds 
and  to  authorize  the  publication,  execution  and  delivery  (as  appropriate)  of  a 
Supplemental  Indenture  for  each  series  of  Bonds,  an  Official  Notice  of  Sale,  a  Notice  of 
Intention,  a  Bond  Purchase  Contract,  an  Official  Statement,  an  Escrow  Agreement,  a 
Continuing  Disclosure  Certificate  and  related  documents  for  the  purposes,  in  the  manner 
and  upon  the  terms  provided  herein;  and, 

WHEREAS,  the  Commission  has  paid  and  will  pay,  on  and  after  the  date  hereof, 
certain  expenditures  (the  "Expenditures")  in  connection  with  the  projects;  and, 

WHEREAS,  the  Commission  has  historically  issued  bonds  or  other  indebtedness 
as  bonds  that  are  not  "private  activity  bonds"  within  the  meaning  of  Section  141  of  the 
Internal  Revenue  Code  of  1986,  as  amended  (the  "Code"),  to  finance  its  various  capital 
projects;  and, 

WHEREAS,  the  Commission  intends  that  interest  on  the  Bonds  used  to  finance  or 
refinance  the  cost  of  acquisition,  construction  and  equipping  of  the  projects  to  be 
excluded  from  gross  income  for  federal  income  tax  purposes;  and, 

WHEREAS,  the  Commission  is  currently  contemplating  that  some  of  the  Bonds 
may  be  issued  as  bonds  that  would  be  characterized  as  "private  activity  bonds"  within  the 


meaning  of  Section  141  of  the  Code  but  that  would  be  intended  to  qualify  as  "exempt 
Facility  bonds"  within  the  meaning  of  Section  142  of  the  Code;  and, 

WHEREAS,  Section  I.142-4(b)  of  the  United  States  Income  Tax  Regulations  (the 
"Treasury  Regulations")  provides  that,  with  respect  to  private  activity  bonds  intended  to 
qualify  as  exempt  facility  bonds,  if  an  expenditure  is  paid  prior  to  the  issue  date  of  tax- 
exempt  debt  (including  for  this  purpose  the  repayment  of  debt  other  than  state  or  local 
debt),  such  debt  will  qualify  as  exempt  facility  bonds  under  Section  142(a)  of  the  Code 
only  if  the  expenditure  meets  the  requirement  of  Section  1. 150-2  of  the  Treasury 
Regulations  (relating  to  the  ability  to  "reimburse"  for  pre-issuance  expenditures);  and, 

WHEREAS,  Section  1.150-2  of  the  Treasury  Regulations  provides  generally  that 
proceeds  of  tax-exempt  debt  are  not  deemed  to  be  expended  when  such  proceeds  are  used 
to  reimburse  expenditures  made  prior  to  the  date  of  issuance  of  such  debt  unless  certain 
procedures  are  followed,  among  which  is  a  requirement  that  (with  certain  exceptions), 
prior  to  the  payment  of  any  such  expenditure,  the  issuer  declares  an  intention  to 
reimburse  such  expenditure;  and, 

WFiEREAS,  the  Commission  has  determined  that  those  moneys  advanced  by  the 
Commission  no  more  than  60  days  prior  to  the  date  hereof  and  to  be  advanced  on  and 
after  the  date  hereof  to  pay  the  Expenditures  are  to  be  available  only  for  a  temporary 
period,  and  that  it  is  necessary  to  reimburse  the  Commission  for  the  Expenditures  from 
the  proceeds  of  the  Bonds;  now,  therefore,  be  it 

RESOLVED  by  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  as  follows: 

Issuance  of  the  Bonds.  The  issuance  of  the  Proposition  E  Bonds,  in  one  or  more 
series  and  on  one  or  more  dates,  in  an  aggregate  principal  amount  not  to  exceed 
$675,000,000,  is  hereby  authorized  and  approved  by  the  Commission,  subject  to  Board 
approval  pursuant  to  the  Charter  and  subject  to  the  limitations  and  conditions  provided 
herein.  The  Proposition  E  Bonds  may  be  issued  for  the  purpose  of  providing  funds  (a) 
for  the  financing  or  refinancing  of  WSIP  Projects  in  such  relative  amounts  as  may  be 
determmed  by  the  General  Manager,  and  (b)  to  pay  the  costs  of  issuance  of  the  Bonds.  If 
determined  to  be  beneficial  to  the  Commission  by  the  General  Manager,  with  the  advice 
of  Montague  DeRose  and  Associates,  LLC  and  Backstrom  McCarley  Berry  &  Co.,  LLC, 
the  financial  advisors  to  the  Commission  with  respect  to  the  Bonds  (together,  the 
"Financial  Advisors"),  the  Proposition  E  Bonds  may  also  be  issued  for  the  secondary 
purposes  of  providing  funds  for  (i)  the  credit  enhancement  of  any  Proposition  E  Bonds 
( including  without  limitation  bond  insurance  policies  and/or  reserve  fund  surety  bonds  or 
insurance  policies),  and  (ii)  the  funding  of  debt  service  reserves  for  the  Proposition  E 
Bonds  or  for  other  bonds  issued  under  the  Indenture. 

The  issuance  of  the  Proposition  A  Bonds,  in  one  or  more  series  and  on  one  or 
more  dates,  in  an  aggregate  principal  amount  not  to  exceed  S  17.000.000,  is  hereby 
authorized  and  approved  by  the  Commission,  subject  to  Board  approval  pursuant  to  the 
Charter  and  subject  to  the  limitations  and  conditions  provided  herein.  The  Proposition  A 
Bonds  may  be  issued  for  the  purpose  of  providing  funds  (a)  for  reimbursing  the 
Commission  For  amounts  paid  in  connection  with  certain  legal  settlement  costs  related  to 
various  CIP  Projects  (authorized  by  Proposition  A  of  2002)  as  may  be  determined  by  the 


General  Manager,  and  (b)  to  pay  the  costs  of  issuance  of  the  Bonds.  If  determined  to  be 
beneficial  to  the  Commission  by  the  General  Manager,  with  the  advice  of  the  Financial 
Advisors,  the  Proposition  A  Bonds  may  also  be  issued  for  the  secondary  purposes  of 
providing  funds  for  (i)  the  credit  enhancement  of  any  Proposition  A  Bonds  (including 
without  limitation  bond  insurance  policies  and/or  reserve  fund  surety  bonds  or  insurance 
policies),  and  (ii)  the  funding  of  debt  service  reserves  for  the  Proposition  A  Bonds. 

The  issuance  of  the  Refunding  Bonds,  in  one  or  more  series  and  on  one  or  more 
dates,  is  hereby  authorized  and  approved  by  the  Commission,  subject  to  the  limitations 
and  conditions  provided  herein.  The  Refunding  Bonds  may  be  issued  (a)  for  the  purpose 
of  refunding  outstanding  water  revenue  bonds  or  commercial  paper  of  the  Commission 
without  limitation  as  to  principal  amount,  provided  that  such  Refunding  Bonds  (i)  satisfy 
the  applicable  requirements  of  the  Indenture,  including  without  limitation  Section  3.04  or 
Section  3.05  of  the  Indenture,  (ii)  satisfy  the  applicable  requirements  of  the  City's 
policies  and  procedures  for  refunding  bonds,  and  (iii)  are  authorized  to  be  issued  under 
cither  (A)  Section  9. 109  of  the  Charter.  (B)  Proposition  E  of  2002  or  (C)  Proposition  A  of 
2002  (including  related  ordinances  and  resolutions  of  the  Board);  and  (b)  to  pay  the  costs 
of  issuance  of  the  Refunding  Bonds.  If  determined  to  be  beneficial  to  the  Commission  by 
the  General  Manager,  with  the  advice  of  the  Financial  Advisors,  the  Refunding  Bonds 
may  also  be  issued  for  the  secondary  purposes  of  providing  funds  for  (y)  the  credit 
enhancement  of  any  Refunding  Bonds  (including  without  limitation  bond  insurance 
policies  and/or  reserve  fund  surety  bonds  or  insurance  policies),  and  (z)  the  funding  of 
debt  service  reserves  for  the  Refunding  Bonds. 

The  Bonds  shall  be  issued  in  accordance  with  this  resolution,  the  Indenture  and 
the  Charter.  The  General  Manager  is  hereby  authorized  and  directed  to  determine  the 
aggregate  principal  amount  of  Bonds  to  be  issued  from  time  to  time  (subject  to  the 
maximum  amount  and  further  limitations  and  conditions  set  forth  herein)  and  to 
determine  the  various  titles  and  series  designations  of  the  Bonds.  The  Bonds  may  be 
issued  as  tax-exempt  bonds  or  taxable  bonds,  or  any  combination  thereof.  The  forms  of 
the  Bonds,  in  substantially  the  forms  set  forth  in  the  forms  of  the  Supplemental 
Indentures  presented  to  this  meeting,  are  hereby  approved.  The  General  Manager  of  the 
Commission  is  hereby  authorized  and  directed  to  approve  and  to  execute  the  Bonds  by 
manual  or  facsimile  signature,  and  the  Secretary  of  the  Commission  is  hereby  authorized 
and  directed  to  attest,  by  manual  or  facsimile  signature,  with  such  changes,  additions, 
amendments  or  modifications  thereto  which  they  may  approve  with  the  advice  of  the  City 
Attorney,  such  approval  to  be  conclusively  evidenced  by  the  execution  and  delivery  of 
the  Bonds,  subject  to  the  limitations  set  forth  in  Section  2  hereof. 

Sale  of  the  Bonds.  The  sale  of  the  Bonds,  in  one  or  more  series  and  on  one  or 
more  dates,  is  hereby  authorized  and  approved  by  the  Commission,  subject  to  Board 
approval  pursuant  to  the  Charter  and  subject  to  the  limitations  and  conditions  provided 
herein.  The  Commission  hereby  delegates  to  the  General  Manager  the  authority  to 
determine,  with  the  advice  of  the  Financial  Advisors,  whether  to  sell  the  Bonds  from  time 
to  time  by  negotiated  sale  or  competitive  sale,  provided  that  the  General  Manager  shall 
not  approve  the  sale  of  the  Bonds  on  a  negotiated  basis  until  he  determines,  upon 
consultation  with  the  Financial  Advisors,  that  (i)  the  sale  of  the  Bonds  through  a 
negotiated  process  is  likely  to  enhance  the  ability  of  the  Commission  to  timely  sell  the 


Bonds  or  to  achieve  a  lower  overall  cost  to  the  Commission,  or  both,  and  (ii)  the 
requirements  of  Section  VlII  of  the  Commission's  Debt  Management  Policies  and 
Procedures,  as  the  same  may  have  been  amended  and  in  effect  at  the  time  of  such 
determination,  have  been  satisfied.  The  interest  rate  or  rates  on  the  Bonds  shall  not 
exceed  twelve  percent  (12%)  and  the  final  maturity  of  any  Bonds  shall  not  be  later  than 
40  years  after  the  issue  date  thereof. 

Escrow  Agreements.  The  proposed  form  of  Escrow  Agreement  submitted  to  this 
Commission,  and  the  terms  and  conditions  thereof,  is  hereby  approved.  In  order  to 
implement  any  refunding  authorized  herein,  the  General  Manager  or  his  designee  is 
hereby  authorized  to  enter  into  one  or  more  Escrow  Agreements  with  the  tnistee  of  the 
water  revenue  bonds  to  be  refunded,  substantially  in  the  form  presented  to  this  meeting 
and  on  file  with  the  Secretary  of  the  Commission,  with  such  changes  and  additions  as  the 
General  Manager  may  approve  upon  consultation  with  the  City  Attorney,  each  such 
approval  to  be  evidenced  conclusively  by  the  delivery  to  the  taistee  of  such  Escrow 
Agreement.  The  Secretary  of  the  Commission  is  directed  to  file  a  copy  of  said  form  of 
Escrow  Agreement  with  the  minutes  of  this  meeting. 

Disposition  of  Revenues;  Rate  Covenant.  Section  5.01(b)  of  the  Indenture  which 
sets  forth  the  disposition  of  Revenues  (as  defined  in  the  Indenture)  applicable  to  the 
Commission's  Water  Enterprise  Bonds  is  hereby  confirmed  by  the  Commission  and  the 
Commission  further  confirms,  pledges  and  covenants  with  the  holders  of  the  Bonds  that 
the  Revenues  shall  be  appropriated  and  expended  in  the  order  of  priority  set  forth  in 
Section  5.01(b)  of  the  Indenture,  as  the  same  may  be  amended  from  time  to  time.  This 
Commission  also  declares  that  the  Commission  will  comply  with  all  of  the  terms, 
provisions  and  covenants  contained  in  the  Indenture,  as  the  same  may  be  amended  from 
time  to  time,  including  the  covenants  to  establish,  fix,  prescribe  and  collect  rates,  fees  and 
charges  sufficient  to  enable  the  Commission  to  comply  with  the  terms,  conditions  and 
covenants  of  the  Indenture. 

Supplemental  Indentures.  The  proposed  forms  of  Supplemental  Indentures  for 
each  series  of  Bonds  submitted  to  this  Commission,  and  the  terms  and  conditions  thereof, 
are  hereby  approved.  The  General  Manager  of  the  Commission  or  their  designees  are 
authorized  and  directed  to  execute  and  deliver  and  the  Secretary  of  the  Commission  or 
the  designee  thereof  is  authorized  to  attest  one  or  more  Supplemental  Indentures  in  such 
forms,  with  such  additions  thereto  or  changes  therein  which  they  may  approve  with  the 
advice  of  the  City  Attorney,  such  approval  to  be  conclusively  evidenced  by  the  execution 
and  delivery  of  such  Supplemental  Indentures.  The  Secretary  of  the  Commission  is 
directed  to  file  a  copy  of  each  form  of  Supplemental  Indenture  with  the  minutes  of  this 
meeting.  Subject  to  the  further  limitations  hereof,  the  principal  amount,  date,  maturity 
date  or  dates,  maximum  interest  rate  or  rates,  series  designation,  interest  payment  dates, 
forms,  registration  privileges,  place  or  places  of  payment,  terms  of  redemption,  insurance 
provisions  and  other  terms  of  the  Bonds  shall  be  as  provided  in  the  Indenture. 

Preliminary  Official  Statement  and  Official  Statement.  The  preliminary  Official 
Statement  (the  "Preliminary  Official  Statement"),  in  substantially  the  form  submitted  to 
the  Commission,  is  hereby  approved,  and  the  General  Manager  or  the  General  Manager's 
designee  is  hereby  authorized  to  certify  from  time  to  time,  for  and  on  behalf  of  the 
Commission,  that  the  Preliminary  Official  Statement,  with  such  changes,  additions  and 


supplements  as  they  may  deem  necessary  or  appropriate  in  the  interest  of  the 
Commission,  in  consultation  with  the  City  Attorney,  is  deemed  final  as  of  its  date,  within 
the  meaning  of  Rule  I5c2- 12  (except  for  the  omission  of  certain  final  pricing,  rating  and 
related  information  as  permitted  by  Rule  15c2-l2).  The  Preliminary  Official  Statement  is 
hereby  authorized  to  be  used  from  time  to  time  in  connection  with  the  marketing  of  the 
Bonds  and  the  Official  Notice  of  Sale  for  the  Bonds,  if  applicable.  In  connection  with  the 
sale  of  all  or  a  portion  of  the  Bonds,  the  General  Manager  is  hereby  authorized  and 
directed,  for  and  on  behalf  of  the  Commission,  to  execute  one  or  more  Official 
Statements  for  such  Bonds  in  substantially  the  form  of  the  Preliminary  Official 
Statement,  and  to  cause  the  delivery  of  such  Official  Statement  to  the  purchasers  of  such 
Bonds.  Notwithstanding  the  foregoing  authorization.  Commission  staff  is  hereby 
directed  to  return  to  the  Commission  for  authorization  of  any  Preliminary  Official 
Statement  or  Official  Statement  to  be  used  in  connection  with  any  sale  of  Bonds  that  is  to 
occur  more  than  ninety  (90)  days  following  the  earlier  of  (i)  the  first  sale  of  Bonds 
pursuant  to  the  authority  granted  hereunder  or  (ii)  the  most  recent  Commission  approval 
of  the  form  of  such  Preliminary  Official  Statement  or  Official  Statement. 

Competitive  Sale;  Official  Notice  of  Sale.  If  the  General  Manager  determines  to 
sell  all  or  a  portion  of  the  Bonds  by  competitive  sale  from  time  to  time,  the  proposed 
form  of  Official  Notice  of  Sale  inviting  bids  for  such  Bonds,  submitted  to  this 
Commission,  is  hereby  approved,  and  the  Financial  Advisors  are  hereby  authorized  and 
directed  to  disseminate  the  Official  Notice  of  Sale  to  prospective  bidders  in  connection 
with  each  sale  of  Bonds,  with  such  additions,  changes  and  corrections  thereto  as  the 
General  Manager  shall  approve  with  the  advice  of  the  City  Attorney,  such  approval  to  be 
conclusively  evidenced  by  the  dissemination  thereof  to  prospective  bidders.  In  a 
competitive  sale,  sealed  proposals  shall  be  received  on  such  date  or  dates  as  shall  be 
selected  and  changed  as  necessary  by  the  General  Manager  for  the  purpose  of  the  sale  of 
the  Bonds,  in  accordance  with  the  terms  and  conditions  of  the  applicable  Official  Notice 
of  Sale.  In  a  competitive  sale,  the  General  Manager  is  hereby  authorized  to  award  the 
Bonds  to  be  sold  to  the  highest  responsible  bidder,  so  long  as  such  bid  shall  provide  a  true 
interest  cost  to  the  Commission  of  not  to  exceed  twelve  percent  ( 12%)  per  annum,  and 
the  price  to  be  paid  to  the  Commission  for  such  series  of  Bonds  shall  not  be  less  than  the 
par  value  thereof,  less  a  total  discount  of  not  to  exceed  five  percent  (5%).  If  such  true 
interest  cost  and  price  are  acceptable  to  the  General  Manager  and  satisfy  the  foregoing 
criteria,  the  General  Manager  is  hereby  authorized  and  directed  to  accept,  on  behalf  of  the 
Commission,  the  best  responsive  bid  for  such  series  of  Bonds.  The  Secretary  of  the 
Commission  is  directed  to  file  a  copy  of  the  proposed  form  of  Official  Notice  of  Sale 
with  the  minutes  of  this  meeting. 

Notice  of  Intention.  The  proposed  form  of  Notice  of  Intention,  submitted  to  this 
Commission,  is  hereby  approved.  If  the  General  Manager  determines  to  sell  all  or  a 
portion  of  the  Bonds  by  competitive  sale,  the  General  Manager  is  hereby  authorized  and 
directed  to  cause  a  Notice  of  Intention,  subject  to  such  corrections,  revisions  or  additions 
as  may  be  approved  by  the  General  Manager  (such  approval  to  be  conclusively  evidenced 
by  the  publication  thereof),  to  be  published  once  at  least  five  (5)  days  before  the  date  of 
sale  of  the  applicable  series  of  Bonds  in  a  financial  newspaper  of  general  circulation  in 
the  City  and  in  a  financial  publication  generally  circulated  throughout  the  state  or 
reasonably  expected  to  be  disseminated  among  prospective  bidders  for  the  Bonds.  The 


Secretary  of  the  Commission  is  directed  to  file  a  copy  of  said  form  of  Notice  of  Intention 
with  the  minutes  of  this  meeting. 

Negotiated  Sale;  Bond  Purchase  Contract.  If  the  General  Manager  determines  to 
sell  all  or  a  portion  of  the  Bonds  by  negotiated  sale  from  time  to  time  pursuant  to  the 
authority  granted  in  Section  2  hereof,  the  General  Manager  is  hereby  authorized  to  select 
and  appoint  one  or  more  underwriters  (each,  an  "Underwriter"  and.  collectively,  the 
"Underwriters")  from  the  Commission's  or  the  City's  pool  of  prequalified  underwriters  in 
accordance  with  the  City's  policies  and  procedures  with  respect  thereto,  subject  to  the 
limits  on  underwriter  compensation  set  forth  below.  The  General  Manager  is  hereby 
authorized  and  directed,  for  and  on  behalf  of  and  in  the  name  of  the  Commission,  to  sell 
at  one  or  more  negotiated  sales,  Bonds  in  such  aggregate  principal  amount  as  the  General 
Manager  may  determine,  subject  to  the  further  limitations  and  conditions  hereof.  The 
General  Manager  or  his  designee  is  hereby  authorized  to  enter  into  a  Bond  Purchase 
Contract  with  one  or  more  of  the  Underwriters,  individually  or  collectively  as  the  General 
Manager  deems  appropriate,  substantially  in  the  form  presented  at  this  meeting  and  on 
file  with  the  Secretary  of  the  Commission,  with  such  changes  and  additions  as  the 
General  Manager  may  approve  upon  consultation  with  the  City  Attorney,  such  approval 
to  be  evidenced  conclusively  by  the  execution  and  delivery  of  each  such  Bond  Purchase 
Contract;  provided,  however,  that  the  total  compensation  to  the  Underwriters  shall  not 
exceed  one  percent  (1%)  of  the  par  value  of  the  Bonds.  Bonds  sold  in  a  negotiated  sale 
^liall  be  delivered  to  the  Underwriters  upon  payment  of  the  purchase  price  agreed  upon  in 
the  applicable  Bond  Purchase  Contract,  together  with  accmed  interest,  if  any. 

Continuing  Disclosure  Certificate.  The  proposed  form  of  Continuing  Disclosure 
Certificate  for  the  Bonds,  submitted  to  this  Commission,  is  hereby  approved.  The 
General  Manager  or  the  General  Manager's  designee  is  hereby  authorized  and  directed  to 
execute  the  Continuing  Disclosure  Certificate  for  the  Bonds  from  time  to  time, 
substantially  in  the  form  submitted  to  this  Commission,  with  such  additions,  changes  and 
corrections  thereto  as  the  General  Manager  or  the  designee  thereof  shall  approve  with  the 
advice  of  the  City  Attorney,  such  approval  to  be  conclusively  evidenced  by  the  execution 
and  delivery  of  such  Continuing  Disclosure  Certificate.  The  Secretary  of  the 
Commission  is  directed  to  file  a  copy  of  said  form  of  Continuing  Disclosure  Certificate 
with  the  minutes  of  this  meeting. 

CEQA  Findings.  A  Final  Program  EIR  ("PEIR")  was  prepared  for  the  VVSIP  and 
certified  by  the  Planning  Commission  on  October  30,  2008  by  Motion  No.  17734;  and 
thereafter,  the  Commission  approved  the  WSIP  and  adopted  findings  and  a  Mitigation 
Monitoring  and  Reporting  Program  (MMRP)  as  required  by  the  California  Environmental 
Quality  Act  ('-CEQA")  on  October  30,  2008  by  Resolution  No.  08-200;  and  the  PEIR  has 
been  made  available  for  review  by  the  Commission  and  the  public,  and  is  part  of  the 
record  before  this  Commission.  The  Commission  has  reviewed  and  considered  further 
VVSIP  project  specific  Final  EIRs  ("FEIRs")  and  Mitigated  Negative  Declarations 
("MNDs")  and  adopted  findings  and  MMRPs,  which  are  on  file  with  the  Commission 
Secretary,  and  finds  that  the  PEIR,  FEIRs  and  MNDs  are  adequate  for  its  use  as  the 
decision-making  body  for  the  actions  taken  herein,  and  hereby  reaffirms  the  previously 
adopted  findings,  including  the  Statements  of  Overriding  Considerations  and  the  MMRPs 
(CEQA  Findings)  and  incorporates  the  same  herein  as  part  of  this  Resolution  by  this 


reference  thereto.  The  Commission  further  finds  that  there  have  been  no  substantial 
program  or  project  changes  and  no  substantial  changes  in  circumstances  that  would 
require  major  revisions  to  the  PEIR,  FEIRs  and  MNDs  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified 
significant  impacts,  and  there  is  no  new  information  of  substantial  importance  that  would 
change  the  conclusions  set  forth  in  the  PEIR,  FEIRs  and  MNDs. 

Proposition  P.  Pursuant  to  Proposition  P  approved  by  the  voters  of  the  City  in 
November  2002,  this  resolution  and  the  Bonds  (excluding  the  Refunding  Bonds)  are 
subject  to,  and  incorporate  by  reference,  the  Proposition  P  Requirements.  Pursuant  to  the 
Proposition  P  Requirements,  to  the  extent  permitted  by  law,  one-twentieth  of  one  percent 
(0.05%)  of  the  gross  proceeds  of  the  Bonds  (excluding  the  Refunding  Bonds)  shall  be 
deposited  in  a  fund  established  by  the  Controller's  Office  and  appropriated  by  the  Board 
at  the  direction  of  the  Public  Utilities  Revenue  Bond  Oversight  Committee  established  by 
Proposition  P  Requirements  to  cover  the  costs  of  said  committee. 

Reimbursement.  The  Commission  hereby  declares  its  intent  to  reimburse  the 
Commission  with  the  proceeds  of  the  Bonds  for  the  Expenditures  made  with  respect  to 
the  projects  on  and  after  the  date  that  is  no  more  than  60  days  prior  to  the  date  hereof. 
The  Commission  reasonably  expects  on  the  date  hereof  that  it  will  reimburse  the 
Expenditures  with  the  proceeds  of  the  Bonds.  The  declaration  made  in  this  Section  14  is 
consistent  with  the  intent  evidenced  in  the  Consolidated  Budget. 

Expenditures.  Each  Expenditure  was  and  will  be  either  (a)  of  a  type  properly 
chargeable  to  a  capital  account  under  general  federal  income  tax  principles  (determined 
in  each  case  as  of  the  date  of  the  Expenditure),  (b)  a  cost  of  issuance  with  respect  to  the 
Bonds,  (c)  a  nonrecurring  item  that  is  not  customarily  payable  from  current  revenues,  or 
(d)  a  grant  to  a  party  that  is  not  related  to  or  an  agent  of  the  Commission  so  long  as  such 
grant  does  not  impose  any  obligation  or  condition  (directly  or  indirectly)  to  repay  any 
amount  to  or  for  the  benefit  of  the  Commission. 

Maximum  Amount.  The  maximum  principal  amount  of  the  Bonds  expected  to  be 
issued  for  the  WSIP  Projects  is  $675,000,000. 

Allocation.  The  Commission  will  make  a  reimbursement  allocation,  which  is  a 
written  allocation  by  the  Commission  that  evidences  the  Commission's  use  of  proceeds 
of  the  Bonds  to  reimburse  an  Expenditure,  no  later  than  18  months  after  the  later  of  the 
date  on  which  the  Expenditure  is  paid  or  the  WSIP  Projects  are  placed  in  service  or 
abandoned,  but  in  no  event  more  than  three  years  after  the  date  on  which  the  Expenditure 
is  paid.  The  Commission  recognizes  that  exceptions  are  available  for  certain 
■■preliminary  expenditures,"  costs  of  issuance,  certain  de  minimus  amounts,  expenditures 
by  "small  issuers"  (based  on  the  year  of  issuance  and  not  the  year  of  expenditure)  and 
expenditures  for  construction  projects  of  at  least  5  years. 

CDLAC.  The  Commission  hereby  authorizes  and  directs  the  General  Manager  of 
the  Commission,  upon  consultation  with  the  City  Attorney,  to  take  all  actions  necessary 
or  desirable  to  obtain  allocation  of  volume  cap  from  the  California  Debt  Limit  Allocation 
Committee  ("CDLAC")  with  respect  to  the  Bonds  in  an  amount  not  to  exceed 
$58,700,000  (the  "Allocation").  The  General  Manager  of  the  Commission  shall  take  all 
actions  required  or  desirable  under  the  procedures  of  CDLAC  and  Chapter  1 1.8  of 


Division  1  of  Title  2  (commencing  with  Section  8869.80  of  the  California  Government 
Code)  to  apply  for  the  Allocation.  In  accordance  with  the  procedures  of  CDLAC 
concerning  a  deposit,  the  General  Manager  of  the  Commission  shall  obtain  the  deposit 
required  by  CDLAC  from  moneys  made  available. 

General  Authority.  The  General  Manager,  the  Deputy  General  Manager  and 
Chief  Operating  Officer  and  the  Assistant  General  Manager,  Business  Services  and  Chief 
Financial  Officer,  of  the  Commission  and  the  officers  of  the  City  are  hereby  authorized 
and  directed,  each  acting  alone,  for  and  in  the  name  and  on  behalf  of  this  Commission,  to 
execute  and  deliver  any  and  all  documents,  certificates  and  representations,  including,  but 
not  limited  to,  signature  certificates,  no-litigation  certificates,  tax  certificates,  letters  of 
representation  relating  to  book-entry  registration,  custody  agreements,  filing  agent 
agreements,  and  certificates  concerning  the  contents  of  the  Official  Statement  and  the 
Preliminary  Official  Statement,  to  contract  for  municipal  bond  insurance  for  all  or  a 
portion  of  the  Bonds  if  determined  by  the  General  Manager,  with  the  advice  of  the 
Financial  Advisors,  to  be  beneficial  to  the  Commission,  to  contract  for  one  or  more  surety 
bonds  or  insurance  policies  for  the  debt  service  reserves  for  the  Bonds  if  determined  by 
the  General  Manager,  with  the  advice  of  the  Financial  Advisors,  to  be  beneficial  to  the 
Commission,  to  do  any  and  all  things  and  take  any  and  all  actions  which  may  be 
necessary  or  advisable,  in  their  discretion,  to  effectuate  the  issuance  and  sale  of  the 
Bonds,  the  financing  or  refinancing  of  the  projects,  the  refunding  of  outstanding  water 
revenue  bonds  or  commercial  paper,  and  the  other  actions  which  the  Commission  has 
approved  in  this  resolution.  The  General  Manager  is  authorized  to  delegate  any  of  the 
responsibilities  or  duties  set  forth  in  this  resolution  to  the  Deputy  General  Manager  and 
Chief  Operating  Officer  or  to  the  Assistant  General  Manager,  Business  Services  and 
Chief  Financial  Officer,  of  the  Commission. 

Ratification.  All  actions  heretofore  taken  by  the  officials,  employees  and  agents 
of  the  Commission  with  respect  to  the  authorization,  sale  and  issuance  of  the  Bonds  are 
hereby  approved,  confirmed  and  ratified. 


Effective  Date.  This  resolution  shall  take  effect  from  and  after  its  adoption. 


PASSED  AND  ADOPTED  on  March  27,  2012,  by  the  following  vote 
AYES:  5  (Moran,  Torres,  Caen,  Victor,  Courtney) 
NOES:  0  (Zero) 
ABSENT:  0  (Zero) 


President  of  the  Public  Utilities  Commission 
of  the  City  and  County  of  San  Francisco 


Attest: 


Secretary  of  the  Public  Utilities  Commission 
of  the  City  and  County  of  San  Francisco 


APPROVED  AS  TO  FORM: 


Deputy  City  Attorney 
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CERTIFICATE  OF  SECRETARY 

I,  Donna  Hood,  Secretary  of  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  hereby  certify  that  the  foregoing  is  a  full,  tme  and  correct  copy 
of  Resolution  No.  12-0053  duly  adopted  at  the  regular  meeting  of  the  Public  Utilities 
Commission,  duly  and  regularly  held  on  March  27,  2012,  of  which  meeting  all  of  the 
members  of  said  Commission  had  due  notice. 

I  further  certify  that  at  least  72  hours  prior  to  such  meeting  I  caused  to  be 
delivered  to  the  Documents  Department  of  the  San  Francisco  Public  Library  two  copies 
of  the  agenda  for  such  meeting  to  be  posted  immediately  upon  receipt  by  such 
Department  at  the  place  designated  by  the  City  Librarian  for  the  posting  of  agenda  in  the 
central  public  library,  which  place  is  accessible  to  the  public  in  accordance  with  Section 
8. 16  of  the  Administrative  Code  of  the  City  and  County  of  San  Francisco,  and  that  a  brief 
description  of  such  resolution  appeared  as  an  item  on  such  agenda. 

I  further  certify  that  I  have  carefully  compared  the  foregoing  copy  with  the 
original  minutes  of  said  meeting  on  file  and  of  record  in  my  office;  that  said  copy  is  a 
full,  tme  and  correct  copy  of  the  original  resolution  adopted  at  said  meeting  and  entered 
in  said  minutes;  and  that  said  resolution  has  not  been  amended,  modified  or  rescinded  in 
any  manner  since  the  date  of  its  adoption,  and  the  same  is  now  in  full  force  and  effect. 

IN  WITNESS  WHEREOF,  I  have  executed  this  certificate  of  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  thereto  this  27"*  day  of  March, 
2012. 


Donna  Hood 

Secretary  of  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0054 


WHEREAS,  The  SFPUC  owns  Camp  Mather  in  TuoUinine  County,  California,  formerly 
used  as  a  construction  camp,  sawmill,  and  rail  depot  for  the  construction  of  O'Shaughnessy  Dam 
and  other  related  Hetch  Hetchy  project  elements;  and 

WHEREAS,  The  San  Francisco  Recreation  and  Park  Department  has  operated  Camp 
Mather  as  a  recreational  family  camp  since  the  mid  1920's,  and  the  SFPUC  continues  to  use 
Camp  Mather  for  Hetch  Hetchy  project  purposes;  and 

WHEREAS,  The  United  States  Forest  Service  (Forest  Service)  has  issued  a  series  of 
Special  Use  Permits  (SUP)  to  the  City  authorizing  the  use  of  Stanislaus  National  Forest  lands  for 
the  Camp  Mather  septic  system  and  leach  field;  and 

WHEREAS,  The  SFPUC  has  used  other  Stanislaus  National  Forest  lands  to  access 
portions  of  the  Camp  Mather  water  system  without  any  underlying  Forest  Service  SUP 
authorizations;  and 

WHEREAS,  The  existing  septic  system  and  leach  field  no  longer  meet  Camp  Mather 
needs,  and  SFPUC  preference  is  to  own  the  land  in  fee  prior  to  making  significant  capital 
investments  to  improve  the  septic  system  and  leach  field;  and 

WHEREAS,  The  Forest  Service  may  be  willing  to  sell  the  leach  field  and  road  access 
areas  to  the  SFPUC  through  a  Sisk  Act  Land  Exchange  described  in  16  United  States  Code 
§484A,  et  seq.  (Land  Exchange);  and 

WHEREAS,  The  City  and  the  Forest  Service  have  negotiated  a  Draft  Collection 
Agreement  to  allow  the  SFPUC  to  fund  preparatory  work  by  Forest  Service  staff  related  to  the 
proposed  Land  Exchange,  including  environmental  assessments  and  analyses,  value  consultation 
and  land  title  services,  documentation  and  preparation  of  a  Feasibility  Analysis,  an  Agreement  to 
Initiate,  and  other  internal  and  external  documentation  for  the  proposed  Land  Exchange;  and 

WHEREAS,  Under  the  terms  of  the  Collection  Agreement,  the  Forest  Service  will  serve 
as  lead  agency  for  purposes  of  conducting  any  necessary  environmental  review,  and  prepare  a 
draft  National  Environmental  Policy  Act  (NEPA)  document  for  review  by  the  SFPUC,  in  a  form 
sufficient  for  use  by  the  City  as  a  responsible  agency  in  preparing  any  required  documentation 
under  the  California  Environmental  Quality  Act  (CEQA);  and 

WHEREAS,  The  estimated  costs  for  the  Preparatory  Work  under  to  the  Collection 
Agreement  shall  not  exceed  S60,000;  and 
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Secretary,  Hublic  Utilities  Commission 


1 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0055 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  constmcting  a 
new  13-floor  office  building  (the  Building)  at  525  Golden  Gate  Avenue  in  San  Francisco, 
California  (the  Project);  and 

WHEREAS,  The  Commission  desirers  to  include  a  child  care  center  (Center)  in  the 
Building  to  provide  child  care  services  for  SFPUC  employees  and,  if  space  is  available,  other 
City  employees  and  San  Francisco  residents,  and 

WHEREAS,  SFPUC  issued  a  Request  for  Proposals  seeking  proposals  for  the  services  of 
a  professional  child  care  management  company  to  manage  and  operate  the  Center,  and  out  of  the 
three  proposals  received,  C5  Children's  School  (Licensee)  scored  the  highest;  and 

WHEREAS,  SFPUC  is  willing  to  provide,  and  Licensee  is  willing  to  accept  a  license  for 
space  in  the  Building  for  operation  of  such  a  Center,  and  SFPUC  staff  have  negotiated  a 
proposed  license  agreement  (License  Agreement)  with  Licensee;  and 

WHEREAS,  The  proposed  License  Agreement  provides  for  Licensee's  use  of  a  portion  of 
the  ground  floor  and  the  whole  of  the  intermediate  floor  of  the  Building  and  outdoor  space  for 
the  exclusive  use  as  the  Center,  for  ah  initial  term  of  one  year,  to  be  renewed  on  an  annual  basis 
for  up  to  eight  years,  for  a  base  fee  of  one  dollar  ($1.00)  per  year,  providing  an  allowance  of  up 
to  $100,000  to  reimburse  the  Licensee  for  furnishings,  fixtures  and  equipment  (FF&E)  for  the 
Center,  which  FF&E  will  remain  as  SFPUC  property,  reserving  to  each  party  the  right  to 
terminate  the  agreement  upon  120  days  notice;  and 

WHEREAS,  An  Environmental  Impact  Report  (EIR)  was  prepared  for  the  Project;  and 

WHEREAS,  The  Planning  Commission  certified  the  Final  EIR  (FEIR)  on  Febaiary  15, 
2001  by  Motion  No.  16092;  and 

WHEREAS,  On  April  II,  2006,  the  SFPUC,  by  Resolution  No.  06-0058,  approved  the 
Project  and  adopted  findings  (CEQA  findings)  and  a  Mitigation  Monitoring  and  Reporting 
Program  required  by  the  California  Environmental  Quality  Act  (CEQA);  and 

WHEREAS,  The  Planning  Department  issued  two  subsequent  Determinations  of  Final 
EIR  Validity,  dated  August  21,  2007  and  June  3,  2009.  and  an  Addendum  to  Environmental 
Impact  Report  dated  December  15,  2010  (collectively.  Subsequent  Determinations),  confirming 
that  design  changes,  including  the  addition  of  a  child  care  center,  would  cause  no  new  significant 
impacts  beyond  those  previously  identified  in  the  EIR  and  no  new  mitigation  measures  would  be 
necessary  to  reduce  significant  impacts;  and 

WHEREAS,  The  Project  files,  including  the  FEIR,  Subsequent  Determinations  and 
SFPUC  Resolution  No.  06-0058,  have  been  made  available  for  review  by  the  SFPUC  and  the 
public  and  those  files  are  part  of  the  record  before  this  Commission;  and 


WHEREAS,  The  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FEIR,  the  CEQA  findings  contained  in  SFPUC  Resolution  No.  06-0058  and  all  written  and 
oral  information  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies, 
SFPUC  and  other  experts  and  the  administrative  files  for  the  Project;  now,  therefore,  be  it 

RESOLVED,  The  Commission  has  reviewed  and  considered  the  FEIR  and  record  as  a 
whole,  finds  that  the  FEIR  is  adequate  for  its  use  as  the  decision-making  body  for  the  action 
taken  herein  authorizing  the  execution  of  the  License  Agreement  and  incorporates  the  CEQA 
findings  contained  in  Resolution  No.  06-0058,  including  the  Statement  of  Overriding 
Considerations,  by  this  reference  thereto  as  though  set  forth  in  this  Resolution;  and,  be  it 

FURTHER  RESOLVED,  The  Commission  further  finds  that  since  the  FEIR  was 
finalized,  there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FEIR  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant 
environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant  impacts, 
and  there  is  no  new  information  of  substantial  importance  that  would  change  the  conclusions  set 
forth  in  the  FEIR;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  License  Agreement 
between  the  SFPUC  and  Licensee  and  authorizes  the  General  Manager  or  his  designee  to  execute 
the  License  Agreement  in  substantially  the  same  form  presented  to  this  Commission,  with  such 
modifications  that  the  General  Manger  or  his  designee  determines,  in  consultation  with  the  City 
Attomey  are  in  the  best  interest  of  the  City,  do  not  otherwise  materially  increase  the  obligations 
or  liabilities  of,  or  diminish  the  benefits  to,  the  City,  are  necessary  or  advisable  to  effectuate  the 
purposes  and  intent  of  the  License  Agreement  or  this  Resolution  and  are  in  compliance  with  all 
applicable  laws,  including  the  City  Charter;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager,  and/or 
his  designee,  to  take  any  and  all  other  steps  they  or  the  City  Attomey  deem  necessary  and 
advisable  to  effectuate  the  purpose  and  intent  of  this  Resolution. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of_  March  27,  2012  


Secretary,  Public  Utilities  Commission 
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San  Francisco 

Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Connmission 

San  Francisco  public  utilities  commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

AGENDA 
Tuesday,  April  24,  2012 

1:30  P.M. 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Ed  Harrington 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.ora 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  1 9  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood@sfwater.ora.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409, 1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.;  (415)  554-7854;  E-mail:  sotf@sfaov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.ora. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the 
meeting  room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other 
similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.ora/ethics.  


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  the  March  27.  2012  Special  Joint  Meeting 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Letter  Summary  (April  10  and  April  24) 

b)  Advance  Calendar 

c)  Staff  Reports  {written  reports  sent  to  the  Commission) 

\.     525  Golden  Gate  Update 

ii.  Water  Supply  Agreement  Update 

iii.  Final  Report:  "Sensitivity  of  Upper  Tuolumne  River  Flow  to  Potential 
Climate  Change  Scenarios" 

iv.  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 
(November  201 1  -  January  2012) 

v.  Hetch  Hetchv  Capital  Improvement  Programs  Preliminary  Quarterly 
Report  (November  201 1  -  January  2012) 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  North  Shore  Force  Main  Emergency  Update  (Henderson) 

b)  WSIP  Update  (Labonte) 

8.  Bay  Area  Water  Supply  and  Conservation  Agency  Update  (Jensen) 

THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF 
PUBLIC  UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
1 155  Market  Street,  1     Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165, 
Fax:  (415)554-3424. 


CONSENT  CALENDAR 


All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Consent  Calendar  and  considered  as  a  separate 
item. 

a)  Approve  Modification  No.  3  to  Wastewater  Enterprise  Capital  Improvement 
Program-funded  Contract  No.  WW-513,  North  Shore  and  Mariposa  Pump  Station 
Improvements,  with  Cal  State  Constructors,  Inc.,  to  complete  the  contract  work  of 
improvements  for  pump  station  reliability,  with  a  time  extension  of  150 
consecutive  calendar  days,  for  a  total  contract  duration  of  540  consecutive 
calendar  days,  with  no  change  to  the  contract  amount.  (Henderson) 

b)  Approve  and  authorize  the  General  Manager  to  execute  the  Fourth  Amendment 
to  extend  the  term  of  the  Memorandum  of  Understanding  (MOU)  between  the 
SFPUC  and  the  North  San  Mateo  County  Sanitation  District,  a  subsidiary  of  the 
City  of  Daly  City,  as  amended  on  April  12,  2010,  for  the  provision  of  consulting 
services  for  the  planning  and  development  of  the  Harding  Park  Recycled  Water 
Project.  The  term  of  this  MOU  is  set  to  expire  on  April  25,  2012.  The  proposed 
Fourth  Amendment  will  extend  the  term  of  the  MOU  to  April  1 1 ,  2013.  No 
additional  funds  are  needed  to  complete  the  scope  of  work  under  the  proposed 
amendment.  (Ritchie) 

c)  Approve  the  plans  and  specifications,  and  award  Water  Enterprise,  Water 
System  Improvement  Program-funded  Contract  No.  WD-2651 R,  Peninsula  201 1 
Watershed  Compensation  projects  at,  Sherwood  Point,  Adobe  Gulch  Creek, 
Skyline  Quarry,  Skyline  Blvd.  Point,  and  Upper  San  Mateo  Creek  within  the 
Peninsula  watershed  in  unincorporated  San  Mateo  County,  in  the  amount  of 
$5,591 ,750,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
Shimmick  Construction  Company,  Inc.,  to  provide  bioregional  habitat  restoration 
compensation  for  WSIP  projects.  (Kelly,  Jr.) 

d)  Approve  the  plans  and  specifications,  and  award  Wastewater  Enterprise 
Renewal  and  Replacement  Program-funded  and  Department  of  Public  Works 
Pavement  Renovation  Program-funded  Contract  No.  WW-503,  Richmond  District 
Sewer  Replacement  and  Pavement  Renovation,  in  the  amount  of  $2,944,425  (of 
which  $1 ,862,164  is  funded  by  WWE  and  $1 ,082,261  is  funded  by  DPW),  to  the 
lowest,  qualified,  responsible  and  responsive  bidder.  Synergy  Project 
Management,  to  replace  the  existing  sewers  and  street  pavement  on  various 
streets  in  the  Richmond  District  of  San  Francisco.  (Henderson) 

e)  Accept  work  performed  by  Cal  State  Constructors  for  Wastewater  Enterprise, 
Capital  Improvement  Program-funded  Contract  No.  WW-447R  Mixed  Liquor, 


Return  Activated  Sludge,  and  Headworks  Facilities  Odor  Control  Improvements: 
Approve  Modification  No.  8  (Final),  to  decrease  the  contract  by  $1 19,291 ,  for  a 
total  contract  amount  of  $5,416,321 ,  and  with  a  time  extension  of  270 
consecutive  calendar  days  for  a  total  contract  duration  of  815  consecutive 
calendar  days;  and  authorize  final  payment  to  the  contractor.  (Henderson) 

f)  Reject  all  bids  for  Water  Enterprise,  Water  System  Improvement  Program- 
funded  Contract  No.  WD-2627,  Sutro  Reservoir  Rehabilitation  and  Seismic 
Upgrade,  and  authorize  the  General  Manager  to  re-advertise  the  contract  as 
Contract  No.  WD-2627R,  Sutro  Reservoir  Rehabilitation  and  Seismic  Upgrade;  to 
receive  and  evaluate  bids  for  said  contract;  and  to  return  to  the  Commission  with 
a  recommendation  for  award.  Five  bids  were  received  and  opened  on  March  8, 
2012.  City  staff  determined  that  the  bids  were  not  in  conformance  with  the 
contract  documents.  Four  of  the  bids  did  not  meet  the  HRC/  LBE  goal  and  the 
one  remaining  bid  did  not  meet  the  minimum  qualification  criteria  to  perform 
specialty  work,  as  required  by  the  contract.  (Labonte) 

g)  Approve  Amendment  No.  2  to  Water  Enterprise,  Water  Conservation  Operating 
Budget-funded  Agreement  No.  CS-151(I)  Graywater  Laundrv-to-Landscape 
Program  with  The  Urban  Farmer  Store  in  order  to  continue  the  program  for 
another  two  years;  and  authorize  the  General  Manager  to  execute  this 
amendment  to  increase  the  agreement  by  $24,500,  for  a  total  not-to-exceed 
agreement  amount  of  $49,000,  and  with  a  time  extension  of  two  years,  for  a  total 
agreement  duration  of  four  years.  (Ritchie) 

h)  Accept  work  performed  by  M  Squared  Construction,  Inc.  for  Water  Enterprise, 
Water  Main  Repair,  Replacement  and  Retrofit-funded  Contract  No.  WD-2595, 
Installation  of  Sacrificial  Anode  Stations  for  22-inch,  24-inch,  and  30-inch  Steel 
Pipe  Water  Mains  for  the  Sunset  System;  Approve  Modification  No.  2  (Final),  to 
decrease  the  contract  amount  by  $1 17,678,  for  a  total  contract  amount  of 
$805,216,  with  a  total  contract  duration  of  160  consecutive  calendar  days;  and 
authorize  final  payment  to  the  contractor.  (Ritchie) 

REGULAR  BUSINESS 

10.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Agreement  with  the 
San  Francisco  Unified  School  District  (SFUSD)  for  an  amount  not  to  exceed 
$452,325  and  with  a  duration  of  three  years,  to  fund  the  SFUSD's  purchase  and 
installation  of  36  water  conserving  drinking  fountains  using  contractors  hired  by  the 
SFUSD,  including  funding  for  the  SFUSD's  Tech  21  mentorship  program  to  prepare 
students  to  qualify  for  pre-apprentice  and  apprentice  level  plumbing  work. 

(Ellis/Ritchie) 

1 1 .  Adopt  the  Mitigated  Negative  Declaration,  the  Mitigation  Monitoring  and  Reporting 
Program,  and  the  Findings  as  required  by  the  California  Environmental  Quality  Act 
for  the  North  Shore  to  Channel  Force  Main  Improvement  and  Pavement  Renovation. 


Approve  the  plans  and  specifications;  and  award  Wastewater  Enterprise  Capital 
Improvement  Program  and  Sewer  System  Improvement  Program-funded  Contract 
No.  WW-483RR,  in  the  amount  of  $15,488,000,  to  the  lowest,  qualified,  responsible 
and  responsive  bidder,  K.J.  Woods  Construction,  Inc.,  to  install  a  redundant  force 
main,  valve-vaults  and  associated  improvements;  Authorize  the  General  Manager 
to  finalize  negotiations  and  enter  into  an  agreement  with  the  Port  of  San  Francisco  to 
obtain  necessary  access  to  Port  property  for  implementation  of  the  Project;  and 
authorize  the  General  Manager  to  negotiate  and  execute  new  or  amended  Project 
related  agreements  with  the  Port  or  other  persons  or  entities,  related  to  utility 
conflicts,  construction  staging  or  access,  if  necessary  for  the  Project,  in  the  vicinity  of 
the  Project  right-of-way.  (Kubick) 

12.  Authorize  the  General  Manager  to  negotiate  and  execute  a  Memorandum  of 
Understanding  with  the  Port  of  San  Francisco  for  the  SFPUC  to  continue  providing 
clean,  green  municipal  power  at  Pier  70  and  to  provide  the  Port  $1 .5  million  if  the 
new  shoreside  power  system  at  Pier  70  increases  electric  use  by  65,625,000 
kilowatt-hours  (kWh)  by  2017;  and  adopt  findings  pursuant  to  the  California 
Environmental  Quality  Act.  (Hale) 

13.  Approve  the  Street  Light  Pole  Use  Policy,  and  authorize  the  General  Manager  to 
negotiate  and  sign  a  Memoranda  of  Understanding  governing  alternate  uses  of 
SFPUC-owned  street  light  poles  by  other  City  agencies,  and  to  issue  licenses  for 
pole  use  to  non-municipal  entities  such  as  merchant  associations,  neighborhood 
associations,  and  community  business  districts;  and  authorize  the  SFPUC  Power 
Enterprise  to  develop  a  procedure  for  reviewing  and  approving  the  use  of  SFPUC 
street  light  poles  for  non-street  lightning  purposes.  (Hale) 

14.  Presentation  and  discussion  of  the  proposed  contract  rate  schedule  to  recover  the 
projected  Wholesale  Water  Revenue  Requirement  from  27  wholesale  water 
customers  during  FY  2012-13,  as  applied  to  meter  readings  on  or  after  July  1,  2012, 
under  the  terms  of  the  2009  Water  Supply  Agreement  between  the  City  and  County 
of  San  Francisco  and  the  Wholesale  Water  Customers.  A  public  hearing  is 
scheduled  on  May  8,  2012  for  further  consideration  and  action.  The  proposal  is  for  a 
$2.93  rate  per  Ccf  effective  July  1 ,  2012,  which  reflects  an  1 1 .4%  increase  from  the 
current  $2.63  rate.  (Rydstrom) 

15.  Approve  and  authorize  the  General  Manager  or  his  designee  to  consider,  and  if 
appropriate,  to  approve  a  potential  increase  in  the  existing  contract  cost  contingency 
($3,768,400)  in  the  amount  of  $610,000  for  a  total  contract  amount  of  $35,352,400, 
and  a  potential  increase  in  the  contract  duration  of  up  to  235  consecutive  calendar 
days  for  a  total  contract  duration  of  1 ,197  consecutive  calendar  days,  for  Water 
Enterprise,  Water  System  Improvement  Program-funded  Construction  Contact  No. 
WD-2548  -  Lake  Merced  Pump  Station  Essential  Upgrade  project.  The  increased 
cost  contingency  and  time  extension  are  needed  for  additional  work  related  to 
unforeseen  site  conditions,  abatement  of  hazardous  materials  and  soils,  and  the 


need  for  additional  tenant  improvement  work  at  the  existing  pump  station  building. 

(Labonte) 


16.  Authorize  the  President  of  the  San  Francisco  Public  Utilities  Commission  to  execute 
a  Joint  Powers  Agreement  with  the  Merced  Irrigation  District,  Modesto  Irrigation 
District,  Oakdale  Irrigation  District,  South  San  Joaquin  Irrigation  District,  and  Turlock 
Irrigation  District  for  the  purposes  of  forming  a  joint  powers  authority,  the  San 
Joaquin  Tributaries  Authority,  to  develop  and  coordinate  investigations,  strategies, 
plans,  contracts,  and  projects,  now  and  in  the  future,  relating  to  Bay-Delta,  San 
Joaquin  River,  and  tributary  flow  issues,  including  settlements  or  agreements  with 
resource  and  public  stakeholders  subject  to  final  approval  by  the  Commission. 

(Ritchie) 

CLOSED  SESSION 

17.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 

18.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

THE  PUBLIC  UTILITIES  WILL  GO  INTO  CLOSEDS  SESSSION  TO  DISCUSS  THE 
FOLLOWING  ITEMS: 

19.  Conference  with  Real  Property  Negotiator  -  Pursuant  to  California  Government 
Code  Section  54956.8  and  San  Francisco  San  Francisco  Administrative  Code 
Section  67.8  (a)  (2)  (Roddy) 

Property: 

Mountain  View,  portion  of  BDPL3  and  4,  parcels  189,  190,  191  and  19s, 
located  between  Whisman  Road  and  Tyrella  Avenue. 

Parties  Negotiating: 

SFPUC  -  Russell 

KMJ  Urban  Communities,  LLC 

Under  negotiation:  Price  and  Terms  of  Payment 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Roddy) 

Existing  Litigation: 

State  Farm  Gen.  Ins.  Co.  v.  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.  CGC-1 0-4981 27 
City  Attorney  File  Number:  101093 
Date  Filed:  03/25/10 


21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (c)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2) 

(Roddy) 

Anticipated  Litigation  -  As  Plantiff 

FOLLOWING  THE  CLOSED  SESSION,  THE  PUBLIC  UTILITIES  COMMISSION  WILL 
RECONVENE  IN  OPEN  SESSION 

22.  Announcement  following  closed  session 

23.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

24.  Other  new  business. 
ADJOURNMENT 


San  Francisco 

Water       er  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 

San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

Meeting  IVIinutes 
Tuesday,  April  24,  2012 

(Approved  May  8,  2012) 

1:30  P.M. 
City  Hall,  Room  400 
San  Francisco,  OA  94102 


Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Ed  Harrington 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.orq 


Gavel-to-Gavel  Coverage  available  at: 

httD://sanfrancisco.qranicus.com/MediaPlaver.php?view  icl=22&clip  id=14928 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood@sfwater.ofq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfqov.orq.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the 
meeting  room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other 
similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.orq/ethics. 
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ORDER  OF  BUSINESS: 


1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:44  PM. 

2.  Roll  Call 

Present:  Anson  Moran,  Art  Torres,  Anne  Caen,  Vince  Courtney 
Excused:  Francesca  Vietor 

3.  Approval  of  Minutes  of  the  March  27,  2012  Special  Joint  Meeting 

On  motion  to  approve  the  minutes  of  the  IVIarch  27,  2012  Special  Meeting: 
ADOPTED:  AYES:  IVIoran,  Caen  and  Courtney 

Prior  to  opening  public  comment,  President  Moran  indicated  two  items  would  be 
pulled  from  the  agenda: 

•  Item  12  -  pulled  due  to  questions  raised  by  a  First  District  Court  ruling.  He 
indicated  that  the  Commission  wants  a  briefing  and  full  understating  of  the 
agreement.  The  item  will  be  rescheduled  to  May  8,  2012.  President  Moran 
noted  that  the  Port  is  in  concurrence  with  this  action. 

•  Item  19  (closed  session)  -  continued  until  staff  is  available. 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

President  Moran  invited  those  in  attendance  who  wished  to  speak  on  pulled  items  12 
or  19  to  do  so  at  this  time. 

•  Teh  Shore,  Program  Director,  Turtle  Island  Restoration  Network,  submitted  a 
letter  in  support  of  the  MOD,  Pier  70  Shoreside  Power  Project  (Item  12). 

•  Mr.  Peter  Drekmeier,  Tuolumne  River  Trust,  thanked  staff  for  responding  to 
concerns  he  raised  in  his  March  2012  letter  He  expressed  his  concerns  with 
the  proposed  water  transfer 

1:49  PM  Commissioner  Torres  arrived 

5.  Communications 

a)  Letter  Summary 

b)  Advance  Calendar 

c)  Staff  Reports  (written  reports  sent  to  the  Commission) 

i.  525  Golden  Gate  Update 

ii.  Water  Supply  Agreement  Update 

iii.  Final  Report:  "Sensitivity  of  Upper  Tuolumne  River  Flow  to  Potential 
Climate  Change  Scenarios" 
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iv.     Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

(November  201 1  -  January  2012) 

Commissioner  Caen  asked  about  the  philosophy  behind  the  2025  date 
for  the  digesters.  Ms.  Karen  Kubicl<  noted  that  this  was  a  preliminary 
schedule  and  that  staff  would  be  coming  to  the  Commission  in  the 
summer  with  validated  recommended  schedules. 
V.     Hetch  Hetchy  Capital  Improvement  Programs  Preliminary  Quarterly 

Report  (November  201 1  -  January  2012) 

Commissioner  Caen  asked  about  retail  services  being  delayed.  Ms. 
Barbara  Hale  noted  that  projects  are  delayed  due  to  coordination  with 
other  departments  and  staff  concerns.  She  noted  hiring  needs  are  being 
addressed  with  human  resources. 


6.  Other  Commission  Business 

President  Moran  noted  that  staff  is  in  the  process  of  scoping  the  West  Side 
Reclamation  Project.  He  requested  that  one  of  the  alternatives  that  are  looked  at 
does  not  include  reverse  osmosis. 


7.  Report  of  the  General  Manager 

a)  North  Shore  Force  Main  Emergency  Update  (Henderson) 
Mr  Brian  Henderson  provided  the  Commission  with  a  brief  status  update  on  the 
Emergency  and  discussed  the  challenges  and  issues  related  to  the  repair 

b)  WSIP  Update  (Labonte) 
Ms.  Julie  Labonte  indicated  that  the  WSIP  has  received  five  awards  over  the  past 
few  months.  She  provided  an  update  on  the  status  of  the  project  and  briefly 
discussed  milestones  achieved.  Ms.  Labonte  stated  that  Mr  Harvey  Elwin,  who 
managed  the  Construction  Management  Bureau  for  WSIP  has  retired,  and  Mr. 
Alan  Johanson  will  assume  that  role. 


8.  Bay  Area  Water  Supply  and  Conservation  Agency  Update  (Jensen) 
Mr  Art  Jensen,  BAWSCA,  stated  that  staff  continues  to  work  on  a  long-term  reliable 
water  supply  strategy,  and  he  anticipates  bringing  decision-items  before  the 
BAWSCA  board  in  September;  he  will  continue  to  work  with  SFPUC  staff.  He 
mentioned  previous  discussion  with  SFPUC  staff  regarding  the  pre-payment  of 
capital  debt  He  noted  they  have  followed-up,  have  hired  bond  council  to  assist,  and 
that  they  are  monitoring  legislation  currently  before  the  Assembly  on  this  matter.  Mr. 
Jensen  noted  that  they  are  preparing  a  WSIP  mid-program  status  report  for  the 
BAWSCA  Board  and  members.  He  indicated  any  issues  needing  attention  will  be 
presented  to  Ms.  Labonte  first  and  then  to  the  Commission. 


THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF 
PUBLIC  UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 
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Explanatory  documents  provided  to  the  Commission  in  connection  witli  ttiis  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
1155  Market  Street,  11^"  Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165, 
Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Consent  Calendar  and  considered  as  a  separate 
item. 

a)  Approve  Modification  No.  3  to  Wastewater  Enterprise  Capital  Improvement 
Program-funded  Contract  No.  WW-513,  North  Shore  and  Mariposa  Pump  Station 
Improvements,  with  Cal  State  Constructors,  Inc.,  to  complete  the  contract  work  of 
improvements  for  pump  station  reliability,  with  a  time  extension  of  150 
consecutive  calendar  days,  for  a  total  contract  duration  of  540  consecutive 
calendar  days,  with  no  change  to  the  contract  amount.  (Henderson) 
(Resolution  12-0056) 

b)  Approve  and  authorize  the  General  Manager  to  execute  the  Fourth  Amendment 
to  extend  the  term  of  the  Memorandum  of  Understanding  (MOU)  between  the 
SFPUC  and  the  North  San  Mateo  County  Sanitation  District,  a  subsidiary  of  the 
City  of  Daly  City,  as  amended  on  April  1 2,  201 0,  for  the  provision  of  consulting 
services  for  the  planning  and  development  of  the  Harding  Park  Recycled  Water 
Project.  The  term  of  this  MOU  is  set  to  expire  on  April  25,  2012.  The  proposed 
Fourth  Amendment  will  extend  the  term  of  the  MOU  to  April  1 1 ,  201 3.  No 
additional  funds  are  needed  to  complete  the  scope  of  work  under  the  proposed 
amendment.  (Ritchie) 
(Resolution  12-0057) 

c)  Approve  the  plans  and  specifications,  and  award  Water  Enterprise,  Water 
System  Improvement  Program-funded  Contract  No.  WD-2651R,  Peninsula  2011 
Watershed  Compensation  projects  at,  Shenwood  Point,  Adobe  Gulch  Creek, 
Skyline  Quarry,  Skyline  Blvd.  Point,  and  Upper  San  Mateo  Creek  within  the 
Peninsula  watershed  in  unincorporated  San  Mateo  County,  in  the  amount  of 
$5,591 ,750,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
Shimmick  Construction  Company,  Inc.,  to  provide  bioregional  habitat  restoration 
compensation  for  WSIP  projects.  (Kelly,  Jr.) 
(Resolution  12-0058) 

d)  Approve  the  plans  and  specifications,  and  award  Wastewater  Enterprise 
Renewal  and  Replacement  Program-funded  and  Department  of  Public  Works 
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Pavement  Renovation  Program-funded  Contract  No.  VWV-503,  Richmond  District 
Sewer  Replacement  and  Pavement  Renovation,  in  the  amount  of  $2,944,425  (of 
which  $1 ,862,164  is  funded  by  WWE  and  $1 ,082,261  is  funded  by  DPW),  to  the 
lowest,  qualified,  responsible  and  responsive  bidder.  Synergy  Project 
Management,  to  replace  the  existing  sewers  and  street  pavement  on  various 
streets  in  the  Richmond  District  of  San  Francisco.  (Henderson) 
(Resolution  12-0059) 

e)  Accept  work  performed  by  Cal  State  Constructors  for  Wastewater  Enterprise, 
Capital  Improvement  Program-funded  Contract  No.  VVW-447R  Mixed  Liquor, 
Return  Activated  Sludge,  and  Headworks  Facilities  Odor  Control  Improvements; 
Approve  Modification  No.  8  (Final),  to  decrease  the  contract  by  $1 19,291 ,  for  a 
total  contract  amount  of  $5,41 6,321 ,  and  with  a  time  extension  of  270 
consecutive  calendar  days  for  a  total  contract  duration  of  815  consecutive 
calendar  days;  and  authorize  final  payment  to  the  contractor.  (Henderson) 
(Resolution  12-0060) 

f)  Reject  all  bids  for  Water  Enterprise,  Water  System  Improvement  Program- 
funded  Contract  No.  WD-2627,  Sutro  Reservoir  Rehabilitation  and  Seismic 
Upgrade,  and  authorize  the  General  Manager  to  re-advertise  the  contract  as 
Contract  No.  WD-2627R,  Sutro  Reservoir  Rehabilitation  and  Seismic  Upgrade;  to 
receive  and  evaluate  bids  for  said  contract;  and  to  return  to  the  Commission  with 
a  recommendation  for  award.  Five  bids  were  received  and  opened  on  March  8, 
2012.  City  staff  determined  that  the  bids  were  not  in  conformance  with  the 
contract  documents.  Four  of  the  bids  did  not  meet  the  HRC/  LBE  goal  and  the 
one  remaining  bid  did  not  meet  the  minimum  qualification  criteria  to  perform 
specialty  work,  as  required  by  the  contract.  (Labonte) 
(Resolution  12-0061) 

g)  Approve  Amendment  No.  2  to  Water  Enterprise,  Water  Conservation  Operating 
Budget-funded  Agreement  No.  CS-151(I)  Graywater  Laundry-to-Landscape 
Program  with  The  Urban  Farmer  Store  in  order  to  continue  the  program  for 
another  two  years;  and  authorize  the  General  Manager  to  execute  this 
amendment  to  increase  the  agreement  by  $24,500,  for  a  total  not-to-exceed 
agreement  amount  of  $49,000,  and  with  a  time  extension  of  two  years,  for  a  total 
agreement  duration  of  four  years.  (Ritchie) 
(Resolution  12-0062) 

h)  Accept  work  performed  by  M  Squared  Construction,  Inc.  for  Water  Enterprise, 
Water  Main  Repair,  Replacement  and  Retrofit-funded  Contract  No.  WD-2595, 
Installation  of  Sacrificial  Anode  Stations  for  22-inch,  24-inch,  and  30-inch  Steel 
Pipe  Water  Mains  for  the  Sunset  System;  Approve  Modification  No.  2  (Final),  to 
decrease  the  contract  amount  by  $1 17,678,  for  a  total  contract  amount  of 
$805,216,  with  a  total  contract  duration  of  160  consecutive  calendar  days;  and 
authorize  final  payment  to  the  contractor.  (Ritchie) 
(Resolution  12-0063) 
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Public  Comment: 

•  No  public  comment. 

REGULAR  BUSINESS 

10.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Agreement  with  the 
San  Francisco  Unified  School  District  (SFUSD)  for  an  amount  not  to  exceed 
$452,325  and  with  a  duration  of  three  years,  to  fund  the  SFUSD's  purchase  and 
installation  of  36  water  conserving  drinking  fountains  using  contractors  hired  by  the 
SFUSD,  including  funding  for  the  SFUSD's  Tech  21  mentorship  program  to  prepare 
students  to  qualify  for  pre-apprentice  and  apprentice  level  plumbing  work.  (Ellis) 

Ms.  Juliet  Ellis  provided  a  summary  of  the  program  and  details  of  the  MOA  with 
the  San  Francisco  Unified  School  District  In  response  to  a  question  by 
Commissioner  Torres,  she  discussed  how  schools  were  selected  to  participate. 
She  thanked  SFPUC,  Department  of  Public  Health  and  San  Francisco  Unified 
School  District  staffs  for  their  work. 

Public  Comment: 

•  Ms.  Hydra  Mendoza,  Vice  President,  San  Francisco  Board  of  Education, 
thanked  the  staff  and  for  their  work  on  this  project  and  also  thanked  the 
Commission  for  the  partnership  opportunity. 

•  Mr.  Nik  Kaestner,  Director  of  Sustainability,  SFUSD,  discussed  the 
importance  of  the  project  and  thanked  staff  for  their  work. 

On  Motion  to  approve  item  10: 

ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Courtney 

(Resolution  12-0064) 

11.  Adopt  the  Mitigated  Negative  Declaration,  the  Mitigation  Monitoring  and  Reporting 
Program,  and  the  Findings  as  required  by  the  California  Environmental  Quality  Act 
for  the  North  Shore  to  Channel  Force  Main  Improvement  and  Pavement  Renovation. 
Approve  the  plans  and  specifications;  and  award  Wastewater  Enterprise  Capital 
Improvement  Program  and  Sewer  System  Improvement  Program-funded  Contract 
No.  WW-483RR,  in  the  amount  of  $15,488,000,  to  the  lowest,  qualified,  responsible 
and  responsive  bidder,  K.J.  Woods  Construction,  Inc.,  to  install  a  redundant  force 
main,  valve-vaults  and  associated  improvements;  Autiiorize  the  General  Manager 
to  finalize  negotiations  and  enter  into  an  agreement  with  the  Port  of  San  Francisco  to 
obtain  necessary  access  to  Port  property  for  implementation  of  the  Project;  and 
authorize  the  General  Manager  to  negotiate  and  execute  new  or  amended  Project 
related  agreements  with  the  Port  or  other  persons  or  entities,  related  to  utility 
conflicts,  construction  staging  or  access,  if  necessary  for  the  Project,  in  the  vicinity  of 
the  Project  right-of-way.  (Kubick) 
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Ms.  Karen  Kubick  briefed  the  Commission  on  this  item  and  discussed  the 
importance  of  the  project.  She  noted  that  approval  would  allow  for  the 
replacement  to  occur  prior  to  commencement  of  the  Americas'  Cup  in  July  2013. 

Public  Comment: 

•  No  public  comment. 

On  Motion  to  approve  item  11: 

ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Courtney 

(Resolution  12-0065) 

12.  Authorize  the  General  Manager  to  negotiate  and  execute  a  Memorandum  of 
Understanding  with  the  Port  of  San  Francisco  for  the  SFPUC  to  continue  providing 
clean,  green  municipal  power  at  Pier  70  and  to  provide  the  Port  $1 .5  million  if  the 
new  shoreside  power  system  at  Pier  70  increases  electric  use  by  65,625,000 
kilowatt-hours  (kWh)  by  2017;  and  adopt  findings  pursuant  to  the  California 
Environmental  Quality  Act.  (Hale) 

Item  continued  to  May  8,  2012 

13.  Approve  the  Street  Light  Pole  Use  Policy,  and  authorize  the  General  Manager  to 
negotiate  and  sign  a  Memoranda  of  Understanding  governing  alternate  uses  of 
SFPUC-owned  street  light  poles  by  other  City  agencies,  and  to  issue  licenses  for 
pole  use  to  non-municipal  entities  such  as  merchant  associations,  neighborhood 
associations,  and  community  business  districts;  and  authorize  the  SFPUC  Power 
Enterprise  to  develop  a  procedure  for  reviewing  and  approving  the  use  of  SFPUC 
street  light  poles  for  non-street  lightning  purposes.  (Hale) 

Ms.  Hale  briefly  discussed  the  Street  Light  Pole  Use  Policy,  which  details  the  use 
of  SFPUC  light  poles  for  non-lighting  purposes. 

Public  Comment: 

•  No  public  comment. 

On  Motion  to  approve  item  13: 

ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Courtney 

(Resolution  12-0066) 

14.  Presentation  and  discussion  of  the  proposed  contract  rate  schedule  to  recover  the 
projected  Wholesale  Water  Revenue  Requirement  from  27  wholesale  water 
customers  during  FY  201 2-13,  as  applied  to  meter  readings  on  or  after  July  1 ,  201 2, 
under  the  terms  of  the  2009  Water  Supply  Agreement  between  the  City  and  County 
of  San  Francisco  and  the  Wholesale  Water  Customers.  A  public  hearing  is 
scheduled  on  May  8,  2012  for  further  consideration  and  action.  The  proposal  is  for  a 
$2.93  rate  per  Ccf  effective  July  1 ,  2012,  which  reflects  an  1 1 .4%  increase  from  the 
current  $2.63  rate.  (Rydstrom) 
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Mr.  Charles  Perl  provided  an  update  on  the  process  for  the  upcoming,  May  8, 
2012  public  hearing  on  the  proposed  rate  change  for  the  Wholesale  Water  Rates. 

Public  Comment: 

•  Mr  Art  Jensen,  BAWSCA,  stated  that  BAWSCA  was  comfortable  with  the 
staff  recommendations. 

15.  Approve  and  authorize  the  General  Manager  or  his  designee  to  consider,  and  if 
appropriate,  to  approve  a  potential  increase  in  the  existing  contract  cost  contingency 
($3,768,400)  In  the  amount  of  $610,000  for  a  total  contract  amount  of  $35,352,400, 
and  a  potential  increase  in  the  contract  duration  of  up  to  235  consecutive  calendar 
days  for  a  total  contract  duration  of  1,197  consecutive  calendar  days,  for  Water 
Enterprise,  Water  System  Improvement  Program-funded  Construction  Contact  No. 
WD-2548  -  Lake  Merced  Pump  Station  Essential  Upgrade  project.  The  increased 
cost  contingency  and  time  extension  are  needed  for  additional  work  related  to 
unforeseen  site  conditions,  abatement  of  hazardous  materials  and  soils,  and  the 
need  for  additional  tenant  improvement  work  at  the  existing  pump  station  building. 

(Labonte) 

Ms.  Labonte  indicated  she  would  answer  any  questions  the  Commission  had  on 
this  item. 

Public  Comment: 

•  No  public  comment. 

On  Motion  to  approve  item  15: 

ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Courtney 

(Resolution  12-0067) 

16.  Authorize  the  President  of  the  San  Francisco  Public  Utilities  Commission  to  execute 
a  Joint  Powers  Agreement  with  the  Merced  Irrigation  District,  Modesto  Irrigation 
District,  Oakdale  Irrigation  District,  South  San  Joaquin  Irrigation  District,  and  Turlock 
Irrigation  District  for  the  purposes  of  forming  a  joint  powers  authority,  the  San 
Joaquin  Tributaries  Authority,  to  develop  and  coordinate  investigations,  strategies, 
plans,  contracts,  and  projects,  now  and  in  the  future,  relating  to  Bay-Delta,  San 
Joaquin  River,  and  tributary  flow  Issues,  including  settlements  or  agreements  with 
resource  and  public  stakeholders  subject  to  final  approval  by  the  Commission. 

(Ritchie) 

Mr  Steve  Ritchie  stated  the  Joint  Powers  Agreement  would  be  with  five  Irrigation 
Districts,  and  noted  it  would  allow  the  Commission  to  participate  in  the 
development  of  strategies  and  plans,  for  mutual  benefit,  on  the  San  Joaquin 
River 
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Public  Comment: 

•  Mr.  Peter  Drekmeier  stated  he  thought  the  Agreement  was  a  bad  idea  and  he 
encouraged  the  Commission  to  hold  off  on  approving  the  Agreement. 

•  Mr.  Art  Jensen  indicated  that  the  absence  of  San  Francisco  in  this  type  of 
organization  makes  it  a  target  and  indicated  that  it  is  more  valuable  for  the 
SFPUC  to  be  a  member  of  the  group  and  participating. 

In  response  to  Mr.  Drekmeier's  concerns,  Mr.  Ritchie  stated  there  are  many 
instances  where  the  SFPUC  has  to  work  closely  with  our  partners  on  the  river  to 
ensure  we  are  working  with  the  context  of  what  we  consider  the  best  and  most 
effective  regulation,  in  terms  of  flows  that  can  be  provided.  He  noted  that  the 
Agreement  would  allow  San  Francisco  to  not  participate  in  specific  projects  if  we  find 
they  are  not  in  our  best  interests  as  an  entity. 

President  Moran  noted  that  this  was  a  successor  organization  to  the  San  Joaquin 
River  Group  Authority. 

City  Attorney  Donn  Furman  stated  that  the  Authority  cannot  take  any  action  without 
the  consent  of  all  parties,  including  San  Francisco,  and  indicated  that  there  was  also 
a  provision  that  says  the  Association  will  not  take  an  action  contrary  to  the  interest  of 
any  party,  and  that  there  were  numerous  protections  in  the  Joint  Powers  Agreement 
for  San  Francisco. 

On  Motion  to  approve  item  16: 

ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Courtney 

(Resolution  12-0068) 

CLOSED  SESSION 

17.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 

Public  Comment: 

•  No  public  comment. 

18.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  to  Assert  Attorney  Client  Privilege: 
AYES:  Moran,  Torres,  Caen  and  Courtney 

THE  PUBLIC  UTILITIES  WILL  GO  INTO  CLOSEDS  SESSSION  TO  DISCUSS  THE 
FOLLOWING  ITEMS: 
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19.  Conference  with  Real  Property  Negotiator  -  Pursuant  to  California  Government 
Code  Section  54956.8  and  San  Francisco  San  Francisco  Administrative  Code 
Section  67.8  (a)  (2)  (Roddy) 

Property: 

Mountain  View,  portion  of  BDPL  3  and  4,  parcels  189,  190,  191  and  19s, 
located  between  Whisman  Road  and  Tyrella  Avenue. 

Parties  Negotiating: 

SFPUC  -  Russell 

KMJ  Urban  Communities,  LLC 

Under  negotiation:  Price  and  Terms  of  Payment 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Roddy) 

Existing  Litigation: 

State  Farm  Gen.  Ins.  Co.  v.  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.  CGC-10-498127 
City  Attorney  File  Number:  101093 
Date  Filed:  03/25/10 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (c)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2) 

(Roddy) 

Anticipated  Litigation  -  As  Plantiff 


FOLLOWING  THE  CLOSED  SESSION,  THE  PUBLIC  UTILITIES  COMMISSION  WILL 
RECONVENE  IN  OPEN  SESSION 


22.  Announcement  following  closed  session 

President  Moran  stated  that  in  Closed  Session  the  Commission  reached  a 
settlement  on  Item  20  and  took  no  action  on  Item  21. 

23.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

On  Motion  to  NOT  TO  DISCLOSE: 
AYES:  Moran,  Torres,  Caen  and  Courtney 

24.  Other  new  business. 
ADJOURNMENT:  3:25  PM 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0056 


WHEREAS,  On  January  11,  2011,  per  Resolution  No.  11-0007,  this  Commission 
approved  the  award  of  Contract  No.WW-513,  North  Shore  and  Mariposa  Pump  Station 
Improvements  to  Cal  State  Constructors,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  March  3,  201 1;  and 

WHEREAS,  The  original  contract  amount  was  for  $4,847,000  and  the  original  contract 
duration  was  for  390  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1  &  2  were  issued  for  an  increase  of  $  1 80,653  to  account 
tor  actual  costs  for  labor  and  material  required  to  complete  the  improvement  work,  with 
additional  measures  due  to  unforeseen  conditions  of  existing  piping,  electrical,  mechanical  and 
instrumentation  and  related  items,  increasing  the  total  contract  amount  to  $5,027,653;  and 

WHEREAS,  Modification  No.  3  is  being  requested  for  a  fime  extension  of  150 
consecutive  calendar  days  to  complete  the  contract  work  that  was  delayed  due  to  the  cancellation 
ot  scheduled  shutdowns  and  unforeseen  conditions  of  the  existing  aging  structure,  which 
required  design  changes,  special  fabrication  and  procurement  of  additional  equipment  and 
material,  increasing  the  total  contract  duration  to  540  consecutive  calendar  days;  and 

WHEREAS,  The  Planning  Department  issued  a  Class  1.  categorical  exemption 
#2020.0402E  for  the  project  on  June  1,  2010;  and 

WHEREAS,  A  Human  Rights  Commission  (HRC)  subcontracting  goal  of  1 3%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract- 
and  ' 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC40  -  WW-513,  North 
Shore  and  Mariposa  Pump  Station  Improvements;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  3  to  Wastewater 
Enterprise  (WWE)  Capital  Improvement  Program  (ClP)-flinded  Contract  No.  WW-513  North 
Shore  and  Mariposa  Pump  Station  Improvements,  with  Cal  State  Constructors,  Inc.,  to  complete 
the  contract  work  of  improvements  for  pump  station  reliability,  with  a  time  extension  of  150 
consecutive  calendar  days  for  total  contract  duration  of  540  consecutive  calendar  days 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of   April  24.  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0057 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  and  North  San 
Mateo  County  Sanitation  District  (NSMCSD),  a  subsidiary  of  the  City  of  Daly  City  (Daly  City), 
have  developed  the  Harding  Park  Recycled  Water  Project  (Project)  a  plan  for  the  distribution  of 
recycled  water  to  Harding  Park  Golf  Course;  and 

WHEREAS,  The  SFPUC,  in  Resolution  No.  07-0207  dated  December  11,  2007, 
authorized  the  General  Manager  to  execute  the  Memorandum  of  Understanding  (MOU)  by  and 
between  the  SFPUC  and  the  NSMCSD  for  planning  and  design  consulting  services  for  the 
Project;  and 

WHEREAS,  The  SFPUC,  in  Resolution  No.  08-0135,  dated  July  22,  2008,  authorized  the 
General  Manager  to  execute  the  First  Amendment  to  the  MOU  by  and  between  the  SFPUC  and 
NSMCSD  for  additional  planning  and  design  consulting  services  for  the  Project;  and 

WHEREAS,  The  SFPUC,  in  Resolution  No.  09-0089,  dated  May  26,  2009,  authorized 
the  General  Manager  to  execute  the  Second  Amendment  to  the  MOU  by  and  between  the 
SFPUC  and  NSMCSD  to  complete  additional  planning  and  design  activities  for  the  Project;  and 

WHEREAS,  The  SFPUC  in  Resolution  No.  09-0200,  dated  December  8,  2009, 
authorized  the  General  Manager  to  execute  the  Third  Amendment  to  the  MOU  by  and  between 
the  SFPUC  and  NSMCSD  to  provide  engineering  and  design  services  during  Project 
construction;  and 

WHEREAS,  The  term  of  the  Third  Amendment  to  the  MOU  ends  on  April  25,  2012;  and 

WHEREAS,  The  SFPUC  and  NSMCSD  desire  to  enter  into  the  Fourth  Amendment  to 
the  MOU  to  extend  the  term  of  the  MOU  to  complete  engineering  and  design  services  during 
Project  construction,  pursuant  to  the  requirements  of  both  parties;  and 

WHEREAS,  The  term  of  the  Fourth  Amendment  to  the  MOU  is  anticipated  to  end  by  or 
before  April  1 1,  2013;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the 
SFPUC  to  execute  the  Fourth  Amendment  to  the  MOU  by  and  between  the  SFPUC  and 
NSMCSD  for  the  purpose  of  extending  the  term  of  the  MOU  to  expire  by  or  before 
April  11,2013. 

/  hereby  certify  that  the  foregoing  resoiution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  24,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0058 


WHEREAS,  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)-funded 
Contract  No.  WD-2651R,  Award,  Peninsula  2011  Watershed  Compensation,  Sherwood  Point, 
Adobe  Gulch  Creek,  Skyline  Quarry,  and  Skyline  Blvd.  Point  (SASS),  and  Upper  San  Mateo 
Creek  Project  was  advertised  on  December  20,  201 1;  and 

WHEREAS,  The  total  baseline  budget  for  all  Bioregional  Habitat  Restoration 
construction  work  is  $18,000,000.  The  Engineer's  Estimate  for  Contract  No.  WD-2651R  is 
$6,486,644  for  construction  work  at  the  following  five  sites:  Sherwood  Point,  Adobe  Gulch 
Creek,  Skyline  Quarry,  Skyline  Boulevard  Point,  and  Upper  San  Mateo  Creek,  which  are  all 
within  the  Peninsula  watershed,  located  in  unincorporated  San  Mateo  County;  and 

WHEREAS,  The  contract  duration  is  1,521  consecutive  calendar  days;  and 

WHEREAS,  The  habitat  compensation  to  be  implemented  under  Project  No. 
CUW38802-Bioregional  Habitat  Restoration  will  provide  mitigation  for  WSIP  facility 
improvement  projects  which  require  biological  compensation;  and 

WHEREAS,  The  Planning  Commission  certified  the  Final  Environmental  Impact  Report 
(FEIR)  Lower  Crystal  Springs  Dam  Improvements  project  (CUW35401)  on  October  7,  2010  by 
Motion  No.  18189,  which  included  the  sites  to  be  restored  under  this  contract;  and 

WHEREAS,  Pursuant  to  SFPUC  ResolufionNo.  10-0175,  adopted  October  15,  2010,  the 
SFPUC  approved  the  project  and  adopted  Califomia  Environmental  Quality  Act  (CEQA) 
findings,  including  a  statement  of  overriding  considerations,  and  a  Mitigation  Monitoring  and 
Reporting  Program  for  the  Lower  Crystal  Springs  Dam  Improvements  Project;  and 

WHEREAS,  Pursuant  to  Resolution  No.  547-10,  adopted  November  16,  2010  (Board  File 
No.  101305),  the  Board  of  Supervisors  adopted  CEQA  findings,  including  a  statement  of 
overriding  considerations,  and  a  Mitigation  Monitoring  and  Reporting  Program  for  the  Lower 
Crystal  Springs  Dam  Improvements;  and 

WHEREAS,  The  project  files,  including  the  FEIR,  and  the  Commission  and  Board 
Resolutions,  have  been  made  available  for  review  by  the  SFPUC  and  the  public,  and  those  files 
are  part  of  the  record  before  this  Commission;  and 

WHEREAS,  Four  bids  were  received  and  opened  publicly  on  February  2,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Human 
Rights  Commission  (HRC)  review  of  the  bids  for  qualifications,  responsibility,  and 
responsiveness  resulted  in  the  establishment  of  Shimmick  Construction  Company,  Inc.,  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 


WHEREAS,  A  HRC  subcontracting  goal  of  18%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  proposed  for  award  of  a  contract  by  the  SFPUC  must  be  in 
compliance  with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative 
Code  either  at  the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award; 
failure  of  the  bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the 
contract  to  the  next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the 
discretion  of  the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW38802,  Bioregional  Habitat 
Restoration;  now,  therefore,  be  it 

RESOLVED,  the  Commission  has  reviewed  and  considered  the  FEIR  and  record  as  a 
whole,  finds  that  the  FEIR  is  adequate  for  its  use  as  the  decision-making  body  for  the  action 
taken  herein  to  approve  the  plans  and  specifications,  and  award  Water  Enterprise  Water  System 
Improvement  Program  Program-funded  Contract  No.  WD-2651R,  Award,  Peninsula  2011 
Watershed  Compensation,  SASS  and  Upper  San  Mateo  Creek  Project,  and  incorporates  the 
CEQA  findings  contained  in  Resolufion  No.  10-0175,  including  the  Statement  of  Overriding 
Considerations  by  this  reference  thereto  as  though  set  forth  in  this  Resolution;  and  be  it 

FURTHER  RESOLVED,  the  Commission  finds  that  since  the  FEIR  was  certified,  there 
have  been  no  substantial  project  changes  and  no  substantial  changes  in  project  circumstances  that 
would  require  major  revisions  to  the  FEIR  due  to  the  involvement  of  new  significant 
environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant  impacts, 
and  there  is  no  new  information  of  substantial  importance  that  would  change  the  conclusions  set 
forth  in  the  FEIR;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  plans  and 
specifications,  and  awards  Water  Enterprise,  Water  System  Improvement  Program  Program- 
funded  Contract  No.  WD-2651R,  Peninsula  2011  Watershed  Compensation,  SASS  and  Upper 
San  Mateo  Creek  Project,  in  the  amount  of  $5,591,750,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  Shimmick  Construction  Company,  Inc.,  to  provide  bioregional  habitat 
restoration  compensation  for  the  Water  System  Improvement  Projects  at  five  locations  within 
the  Peninsula  watershed  in  unincorporated  San  Mateo  County. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  24,  2012   


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0059 


WHEREAS,  Wastewater  Enterprise,  Renewal  and  Replacement  Program-funded  and 
Department  of  Public  Works  Pavement  Renovation  Program-funded  Contract  No.  WW-503, 
Richmond  District  Sewer  Replacement  and  Pavement  Renovation  was  advertised  on  March  1, 
2012; and 

WHEREAS,  The  Engineer's  Estimate  is  $3,174,490  for  this  construction  contract  work  to 
replace  the  existing  sewers  and  street  pavement  from  curb  to  curb  on  various  streets  in  the 
Richmond  District  of  the  City  and  County  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  250  consecutive  calendar  days;  and 

WHEREAS,  On  February  29,  2012,  under  the  delegation  agreement  between  the  San 
Francisco  Planning  Department  and  the  San  Francisco  Public  Utilities  Commission  (SFPUC),  the 
Richmond  District  Sewer  Replacement  and  Pavement  Renovation  project  was  determined  to  be 
statutorily  exempt  under  California  Environmental  Quality  Act  Section  15282(k)  and  Public 
Resources  Code  Section  21080.21;  and 

WHEREAS,  Six  bids  were  received  and  opened  publicly  on  March  29,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  staff  and  Human  Rights 
Commission  (HRC)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness  and 
application  of  bid  preferences  resulted  in  the  establishment  of  Synergy  Project  Management  as 
the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  14%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  Synergy  Project  Management  committed 
to  a  14.2%  LBE  participafion  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS12,  Richmond 
District  Sewer  Replacement  and  DPW  Project  No.  CPWTRNSR73,  Richmond  District  Pavement 
Renovation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Wastewater  Enterprise,  Renewal  and  Replacement  Program-funded  and  Department  of 
Public  Works  Pavement  Renovation  Program-funded  Contract  No.  WW-503,  Richmond  District 
Sewer  Replacement  and  Pavement  Renovation,  in  the  amount  of  $2,944,425  (of  which 
$1,862,164  is  funded  by  WWE  and  $1,082,261  is  funded  by  DPW),  to  the  lowest,  qualified, 
responsible  and  responsive  bidder.  Synergy  Project  Management. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  24,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0060 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise,  Capital 
Improvement  Program  (ClP)-funded  Contract  No.  WW-447R,  Mixed  Liquor,  Return  Activated 
Sludge,  and  Headworks  Facilities  Odor  Control  Improvements,  by  the  contractor,  Cal  State 
Constructors;  and 

WHEREAS,  On  September  22,  2009,  by  Resolution  No.  09-0154,  this  Commission 
awarded  Contract  No.  WW-447R,  Mixed  Liquor,  Return  Activated  Sludge,  and  Headworks 
Facilities  Odor  Control  Improvements,  in  the  amount  of  $3,947,000,  to  the  lowest,  qualified, 
responsible,  and  responsive  bidder,  Cal  State  Constructors;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  November  2, 
2009,  with  an  original  schedule  of  365  consecutive  calendar  days  and  the  contract  work  was 
completed  in  815  consecutive  calendar  days  on  January  25,  2012;  and 

WHEREAS,  On  February  9,  2010,  per  Resolution  No.  10-0014,  this  Commission 
approved  the  award  of  alternate  bid  items  in  the  amount  of  $1,200,000  on  the  Contract  No.  WW- 
447R,  Mixed  Liquor,  Return  Activated  Sludge,  and  Headworks  Facilities  Odor  Control 
Improvements,  revising  the  base  contract  amount  to  $5,147,000,  to  Cal  State  Contractors;  and 

WHEREAS,  Modification  Nos.  1  through  5,  were  issued  for  $1,551,913  and  approved  by 
this  Commission  by  the  following  Resolutions  (No.  10-0014  and  No.  11-0042),  to  exercise 
award  of  contract  alternates,  accommodate  changes  in  safety  requirements,  and  changes  in  field 
conditions,  increasing  the  contract  amount  by  $1,551,913,  for  a  total  contract  amount  of 
$5,498,904  and  extending  the  contract  duration  by  180  consecutive  calendar  days,  for  a  total 
contract  duration  of  545  days;  and 

WHEREAS,  Modification  Nos.  6  through  7,  were  issued  for  $36,708  to  address  design 
changes  to  accommodate  field  conditions,  increasing  the  contract  value  to  $5,535,612;  and 

WHEREAS,  Modification  No.  8  (FINAL),  is  being  requested  for  ($1 19,291),  to  account 
for  actual  costs  of  labor  and  materials  required  for  disposal  of  hazardous  waste  and  for  lack  of 
use  of  a  dispute  resolution  advisor,  decreasing  the  total  contract  amount  to  $5,416,321  and 
extending  the  contract  duration  by  270  consecutive  calendar  days,  for  a  final  contract  duration  of 
815  consecutive  calendar  days;  and 

WHEREAS,  The  Contractor  has  met  the  Human  Rights  Commission  (HRC)  Local 
Business  Enterprise  (LBE)  subcontracting  goal  of  8%  by  utilizing  a  total  of  17.6%  LBE 
participation;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC28  -  Wastewater 
Enterprise  Capital  Improvement  Program  (CIP);  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Cal  State 
Constructors  for  Wastewater  Enterprise,  CIP-funded  Contract  No.  WW-447R  Mixed  Liquor, 
Retum  Activated  Sludge,  and  Headworks  Facilities  Odor  Control  Improvements,  approves 
Modification  No.  8  (Final),  decreasing  the  contract  by  $119,291,  to  account  for  actual  costs  of 
labor  and  material  required  to  complete  the  work  under  allowance  bid  items,  for  a  total  contract 
amount  of  $5,416,321,  and  with  a  time  extension  of  270  consecutive  calendar  days  for  a  total 
contract  duration  of  815  consecutive  calendar  days;  and  authorizes  final  payment,  to  the 
contractor. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  24.  2012   


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0061 


WHEREAS,  Water  Enterprise,  Water  System  Improvement  (WSIP)  Program-funded 
Contract  No.  WD-2627-Sutro  Reservoir  Rehabilitation  and  Seismic  Upgrade  was  advertised  on 
January  7,  2012;  and 

WHEREAS,  The  Engineer's  Estimate  for  this  construction  contract  work  is  $35,500,000; 

and 

WHEREAS,  The  contract  duration  is  902  consecutive  calendar  days;  and 

WHEREAS,  Five  (5)  bids  were  received  and  opened  publicly  on  March  8,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  recommends,  in 
the  best  interest  of  the  City,  to  reject  the  bid(s)  since  the  bids  were  not  in  conformance  with  the 
contract  specifications,  and  to  re-advertise;  and 

WHEREAS,  On  December  19,  2011,  the  San  Francisco  Plaiming  Department  issued  a 
categorical  exemption  determination  under  Planning  Department  Case  Number  201 1.026 IE 
under  California  Environmental  Quality  Act  Guidelines  Section  15301(d);  and 

WHEREAS,  A  Human  Rights  Commission  (HRC)  subcontracting  goal  of  12%  Local 
Business  Enterprise  (LBE)  participation  has  been  established  for  this  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW33701  -  Sutro  Reservoir 
Rehabilitation  and  Seismic  Upgrade;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  rejects  all  bids  for  Water  Enterprise,  Water 
System  Improvement  Program  (WSIP)-funded  Contract  No.  WD-2627,  Sutro  Reservoir 
Rehabilitation  and  Seismic  Upgrade;  and  authorizes  the  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission  to  re-advertise  the  contract  as  Contract  No.  WD-2627R,  Sutro 
Reservoir  Rehabilitation  and  Seismic  Upgrade,  to  receive  and  evaluate  bids,  and  to  return  to  the 
Commission  with  a  recommendation  for  award. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  24,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0062 


WHEREAS,  Oh  October  1,  2010,  this  Commission  awarded  Agreement  No.  CS-151  (I), 
Graywater  Laundry  to  Landscape  Project,  and  authorized  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  negotiate  and  execute  a  professional  services 
agreement,  in  the  amount  of  $24,500,  and  with  a  duration  of  one  year,  concluding  on  September 
30,  201 1,  with  The  Urban  Farmer  Store;  and 

WHEREAS,  Amendment  No.l  was  issued  in  an  effort  to  secure  additional  program 
participants  by  extending  the  duration  of  the  Program  beyond  a  single  dry  season,  extending  the 
agreement  duration  by  one  (1)  year,  for  a  total  agreement  duration  of  two  years;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  for  $24,500  in  order  to  continue  the 
program,  conduct  additional  marketing,  secure  more  participants,  and  gather  more  data  on  how 
residential  laundry-to-landscape  systems  affect  customer  water  use,  landscaping  and  irrigation 
practices,  increasing  to  the  total  not-to-exceed  agreement  amount  to  $49,000  and  extending  the 
agreement  term  by  two  years,  for  a  total  agreement  duration  of  four  years;  and 

WHEREAS,  The  Human  Rights  Commission  (HRC)  Local  Business  Enterprise  (LBE) 
subconsulting  provisions  of  Chapter  14B  were  waived  for  this  project;  and 

WHEREAS,  Funds  for  this  agreement  continue  to  be  available  from  the  Water 
Conservation  operating  budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Water 
Enterprise,  Water  Conservation  Operating  Budget-funded  Agreement  No.  CS-151  (I)  Graywater 
Laundry-to-Landscape  (L2L)  Program  with  The  Urban  Farmer  Store  in  order  to  continue  the 
program  for  another  two  years;  and  authorize  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  to  execute  this  amendment  to  increase  the  agreement  by  $24,500,  for  a 
total  not-to-exceed  agreement  amount  of  $49,000,  and  with  a  time  extension  of  two  years',  for  a 
total  agreement  duration  of  four  years. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  24.  2012  


^Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0063 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  WD-2595,  Installation  of 
Sacrificial  Anode  Stations  for  22-inch,  24-inch,  and  30-inch  Steel  Pipe  Water  Mains  for  Sunset 
System,  by  the  contractor,  M  Squared  Construction,  Inc.;  and 

WHEREAS,  On  July  27,  2010,  by  Resolution  No.  10-0117,  this  Commission  awarded 
Contract  No.  WD-2595,  Installation  of  Sacrificial  Anode  Stations  for  22-inch,  24-inch,  and  30- 
inch  Steel  Pipe  Water  Mains  for  Sunset  System,  in  the  amount  of  $885,755,  to  the  lowest, 
qualified  responsible  and  responsive  bidder,  M  Squared  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  October  04, 
2010,  with  an  original  schedule  of  160  consecufive  calendar  days  and  the  contract  work  was 
completed  in  160  consecutive  calendar  days  on  March  1 1,  201 1;  and 

WHEREAS,  The  original  contract  amount  was  for  $885,755  and  the  original  contract 
duration  was  160  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $37,138  for  miscellaneous  force  account 
work  due  to  unforeseen  site  conditions,  increasing  the  contract  amount  to  $922,893;  and 

WHEREAS,  Modificafion  No.  2  is  being  requested  for  ($1 17,678)  to  account  for  actual 
costs  of  labor  and  materials  required  to  complete  the  work,  decreasing  the  contract  amount  to 
$805,216;  and 

WHEREAS,  The  Contractor  has  met  the  Human  Rights  Commission  (HRC)  Local 
Business  Enterprise  (LBE)  subcontracting  goal  of  11%  by  ufilizing  a  total  of  14.59%  LBE 
participation;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW260,  Water  Main  Repair, 
Replacement  and  Retrofit;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  M  Squared 
Construction,  Inc.  for  Water  Enterprise,  Water  Main  Repair,  Replacement  and  Retrofit  -funded 
Contract  No.  WD-2595,  Installation  of  Sacrificial  Anode  Stafions  for  22-inch,  24-inch,  and  30- 
inch  Steel  Pipe  Water  Mains  for  the  Sunset  System;  approve  Modification  No.  2  (Final), 
decreasing  the  contract  by  $117,678,  for  a  total  contract  amount  of  $805,216,  with  a  total 
contract  duration  of  160  consecutive  calendar  days;  and  authorize  final  payment  to  the 
contractor,  M  Squared  Construction,  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  24,  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0064 


WHEREAS,  The  California  Legislature  adopted  Education  Code  section  38086  requiring 
school  districts  to  provide  access  to  free,  fresh  drinking  water  during  meal  times  in  the  food 
service  areas  of  schools  by  July  1,  20 11;  and 

WHEREAS,  The  San  Francisco  Unified  School  District  (SFUSD)  desires  to  provide  new 
access  to  drinking  water  for  students  in  the  food  service  areas  of  schools  in  order  to  comply  with 
Education  Code  section  38086  and  to  further  the  goals  of  President  Obama's  Healthy,  Hunger- 
Free  Kids  Act  of  2010,  to  allow  students  to  fill  their  own  beverage  bottles  using  new  water 
conserving  fixtures  that  replace  older,  less  water  efficient  drinking  fountains,  and  to  encourage 
students  to  drink  fresh  water  as  part  of  a  healthy  lifestyle;  and 

WHEREAS,  The  SFPUC  desires  to  fund  the  purchase  and  installation  of  Tap  Stations  at 
SFUSD  schools  in  order  to  promote  water  conservation,  educate  youth  about  the  health  benefits 
of  drinking  tap  water  in  comparison  to  other  beverage  choices,  and  minimize  disposable  plastic 
water  bottles  from  entering  the  waste  stream;  and 

WHEREAS,  The  SFPUC  desires  to  fund  a  mentorship  program  to  allow  SFUSD  students 
enrolled  in  the  SFUSD's  Tech  21  program  to  observe  the  SFUSD's  Contractor(s)  installation  of 
Tap  Stations  in  order  to  prepare  them  to  qualify  for  pre-apprentice  and  apprentice  level  plumbing 
work;  and 

WHEREAS,  The  SFUSD  is  willing  to  accept  funding  from  the  SFPUC  for  the  purpose  of 
installing  Tap  Stations  in  accordance  with  the  requirements  of  Education  Code  section  38086, 
using  contractors  awarded  by  the  SFUSD;  and 

WHEREAS,  The  SFPUC  funding  contribution  to  SFUSD  shall  not  exceed  $$452,325.00; 

and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  the  Water  Enterprise  budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  a  Memorandum  of  Agreement  with  the 
SFUSD  for  an  amount  not  to  exceed  $$452,325.00,  and  with  a  total  duration  of  36  months. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  24,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0065 


WHEREAS,  Wastewater  Enterprise  Capital  Improvement  Program  (CIP)  and  Sewer 
System  Improvement  Program  (SSIP)-flinded  Contract  No.  WW-483RR,  North  Shore  to 
Channel  Force  Main  Improvement  was  advertised  on  November  3,  201 1;  and 

WHEREAS,  The  baseline  budget  amount  is  $15,000,000  and  the  Engineer's  Estimate  is 
$14,017,097  for  this  construction  contract  work  to  install  a  redundant  sewer  force  main  and 
mstall  a  new  valve-vault  (Sewer  Work),  replace/relocate  water  main  (Water  Work)  and  construct 
pavement  renovation  work  (Paving  Work)  in  the  vicinity  of  The  Embarcadero,  Drumm  Street 
Spear  Street  and  Howard  Streets  (the  Project);  and 

WHEREAS,  The  contract  duration  is  553  consecutive  calendar  days;  and 

WHEREAS,  Five  (5)  bids  were  received  and  opened  publicly  on  March  8,  2012;  and 

WHEREAS,  SFPUC  staff  and  Human  Rights  Commission  (HRC)  review  of  the  bids  for 
qualifications,  responsibility,  responsiveness  and  application  of  bid  preferences  resulted  in  the 
establishment  of  KJ  Wood  Construction  as  the  lowest,  qualified,  responsible  and  responsive 
bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  1 5%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract,  however  K.J.  Woods  Construction,  Inc. 
committed  to  a  HRC  LBE  Subcontractor  participation  of  20.72%  in  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  Numbers  CENMSCIC52  and 
CWWSIPNC,  North  Shore  to  Channel  Force  Main  Improvements  for  the  Sewer  Work  from 
Project  Number  CUW2600174  for  the  Water  Work  and  from  SFDPW  Project  Number  1856J  for 
the  Paving  Work;  and 

WHEREAS,  A  Preliminary  Initial  Study/Mitigated  Negative  Declaration  (IS/MND)  for 
the  Project  was  prepared  and  published  for  public  review  on  February  29,  2012;  and 

WHEREAS,  The  Preliminary  IS/MND  was  available  for  public  comment  until  March  20 
2012; and  ' 

WHEREAS,  On  April  2,  2012,  the  Environmental  Review  Officer  (ERO),  San  Francisco 
Planning  Department  Environmental  Planning  Division  reviewed  and  considered  the  Final 
Mitigated  Negative  Declaration  (FMND)  and  found  that  the  contents  of  said  report  and  the 
procedures  through  which  the  FMND  was  prepared,  publicized,  and  reviewed  complied  with  the 


frinT^'^^"^''^^''''^'  ^"'"^y  (California  Public  Resources  Code  Sections  21000  et  seq  ) 
(CbgA),  14  California  Code  of  Regulations  Sections  15000  et  seq.  (the  "CEQA  Guidelines") 
and  Chapter  3 1  of  the  San  Francisco  Administrative  Code  ("Chapter  3 1 ");  and 

WHEREAS,  The  ERO,  San  Francisco  Planning  Department  found  the  FMND  was 
adequate  accurate  and  objective,  reflected  the  independent  analysis  and  judgment  of  the 
Plamiing  Department,  and  that  the  summary  of  comments  and  responses  contained  no  significant 

riZV'rlnrn'^Tr^  ^^'""'^  P^^J^^t  in  compliance  with 

CEQA,  the  CEQA  Guidelines  and  Chapter  3 1 ;  and 

9011  ^^n^^ff.'.V^^  P\annmg  Department,  is  the  custodian  of  records,  located  in  File  No. 
2011.1370E,  at  1650  Mission  Street,  Fourth  Floor,  San  Francisco,  California;  and 

A.v  '^^^^^^S'  SFPUC  staff  prepared  the  findings  in  Attachment  A  (CEQA  Findings)  and 
a  Mitigation  Monitoring  and  Reporting  Program  (MMRP),  which  material  was  made  available  to 
the  public  and  this  Commission  for  this  Commission's  review,  considerafion  and  acfion;  and 

WHEREAS,  The  Project  includes  work  located  within  the  jurisdiction  of  the  Port  of  San 
Francisco  and  SFPUC  and  Port  staff  have  been  negofiating  to  enter  into  Memoranda  of 
Understanding,  or  other  agreements,  addressing  such  matters  as  plan  review,  coordination  of 
schedules,  mspections,  minimizing  disruption  to  Port  tenants,  licensees  and  events 
mdemmfication  of  the  Port,  contractor  insurance  requirements,  and  the  contractor's  use  of  SWL 
-54  /  J)  tor  staging  purposes;  and 

WHEREAS,  Other  parties  may  hold  licenses  or  property  rights  or  interests  on  lands 
along,  over,  adjacent  to  or  in  the  vicinity  of  the  Project  right  of  way,  and  it  may  be  necessary  for 
the  Project  that  the  General  Manager,  in  consultation  with,  and  on  forms  approved  by  the  Citv 
Attorney,  negotiate  and  execute  new  or  amended  Project  related  utility,  construction  staging  or 
access  agreements  (each,  a  "Use  Instrument")  with  the  Port  or  other  owners  or  occupiers  of 
property  interests  or  utility  facilities  or  improvements  on,  along,  over  or  adjacent  to  or  in  the 
vicmity  of  the  Project  with  respect  to  other  above-ground  or  subsurface  improvements  facilities 
or  mterests  or  to  implement  Project  mitigation  measures  or  accommodate  Project  construction 
activities  and  schedule;  now  therefore,  be  it 

RESOLVED,  That  the  Commission  has  reviewed  and  considered  the  FMND  and  the 
record  as  a  whole  finds  that  the  FMND  is  adequate  for  its  use  as  the  decision-making  body  for 
the  Project,  that  there  is  no  substantial  evidence  that  the  Project  will  have  a  significant  effect  on 
the  enviromnent  with  the  adoption  of  the  mitigation  measures  contained  in  the  MMRP  to  avoid 
potentially  sigmficant  enviromnental  effects  associated  with  the  Project  and  that  the  mitigated 
So'^d  b^  ir^"  ^"'^^P^"'^^"^  and  analysis,  and  hereby  adopts  the 

thP  MMP^ n^^.  RESOLVED,  That  the  Commission  hereby  adopts  the  CEQA  Findings  and 
the  MMRP  attached  hereto  as  Exhibits  A  and  B  and  incorporated  herein  as  part  of  this 

t^' K ^rr.  ^  ""T-  ^'''^^  ^"  '^^"^^^^  mitigation  measures  identified  in 

the  IS/MND  and  contained  in  the  MMRP;  and  be  it 

FURTHER  RESOLVED,  That  the  SFPUC  shall  ensure  implementation  of  all  mitigation 
^pptT rl'"!:  '1,'"  the  FMND  either  directly  or  via  binding  contractual  mechanisms  The 
^ti^UL  finds  that  the  measures  it  is  adopting  can  be  carried  out  by  the  SFPUC  at  the  designated 


time  and  are  feasible  at  this  time.  To  the  extent  that  these  measures  require  supplemental 
appropriations  to  SFPUC  operating  budgets,  it  is  the  SFPUC's  intent  to  seek  and  obtain  the 
necessary  appropriations  for  implementation  of  the  adopted  mitigation  measures;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  SFPUC,  or  his  designee,  to  negotiate  and  execute  an  MOU,  or  other  appropriate  forms  of 
agreement,  with  the  San  Francisco  Port  Commission  (Port)  to  memorialize  the  installation  of  the 
new  sewer  facilities  within  the  Port's  jurisdiction,  address  construction-related  issues  such  as 
plan  review,  coordination  of  schedules,  contractor  insurance  requirements,  minimizing  disruption 
to  Port  tenants,  licensees  and  events,  SFPUC's  commitment  to  repair  and  restore  property 
damaged  by  Project  construction  activities,  and  SFPUC's  indemnity  obligations  (subject  to  the 
City's  Risk  Manager's  approval),  and  to  identify  certain  restrictions  on  future  use  of  the  land 
above  and  adjacent  to  the  sewer  facilities  to  protect  the  sewer  facilities  from  future  damage,  as 
further  described  in  the  form  on  file  with  the  Commission  Secretary,  and  in  such  final  form  as 
the  General  Manager,  in  consultation  with  the  City  Attorney,  determines  is  in  the  public  interest 
and  is  acceptable,  necessary  and  advisable  to  effectuate  the  purposes  and  intent  of  this 
Resolution,  and  in  compliance  with  the  Charter  and  all  applicable  laws,  and  approved  as  to  form 
by  the  City  Attorney;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  SFPUC  or  his  designee,  to  enter  into  additional  MOU's  or  other  agreements  with  the  Port 
for  use  of  property  under  the  jurisdiction  of  that  Commission,  including  possibly  a  portion  of 
Seawall  Lot  347S  as  staging  area  and  a  portion  of  Seawall  Lot  351  (if  available).  To  the  extent 
that  the  terms  and  conditions  of  the  MOU  or  other  agreements  will  require  the  SFPUC  to 
indemnify  the  Port,  those  indemnity  obligations  are  subject  to  review  and  approval  by  the  City 
Risk  Manager.  The  General  Manager  is  authorized  to  agree  to  such  terms  and  conditions, 
including  but  not  limited  to  those  relating  to  maintenance,  repair  and  relocation  of 
improvements,  that  are  in  the  public  interest,  and  in  the  judgment  of  the  General  Manager,  in 
consultation  with  the  City  Attorney,  are  reasonable  and  appropriate  for  the  scope  and  duration  of 
the  requested  use  as  necessary  for  the  implementation  of  the  Project;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  SFPUC,  in  consultation  with,  and  on  forms  approved  by,  the  City  Attorney,  to  negotiate 
and  execute  new  or  amended  Use  Instruments  with  the  Port  or  other  owners  or  occupiers  of 
property  interests  or  utility  facilities  or  improvements  on,  along,  over  or  adjacent  to  or  in  the 
vicinity  of  the  Project,  or  to  implement  Project  mitigation  measures  or  accorrmiodate  Project 
construction  activities  and  schedule,  on  terms  that  the  General  Manager  determines  are  in  the 
public  interest  and  acceptable,  necessary  and  advisable  to  effectuate  the  purposes  and  intent  of 
this  Resolution,  and  in  compliance  with  the  Charter  and  all  applicable  laws;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  plans  and 
specifications  and  awards  Wastewater  Enterprise  Capital  Improvement  Program  (CIP)  and  Sewer 
System  Improvement  Program  (SSIP)-fiinded  Contract  No.  WW-483RR,  North  Shore  to 
Channel  Force  Main  Improvement  and  Pavement  Renovation,  in  the  amount  of  $15,488,000,  to 
the  lowest,  qualified,  responsible  and  responsive  bidder,  K.J.  Woods  Construction,  Inc.;  and  be  it 


i 


FURTHER  RESOLVED,  that  this  Commission  hereby  approves  Project  No. 
CENMSCIC52  and  CWWSIPNC,  North  Shore  to  Channel  Force  Main  Improvement  and 
Pavement  Renovation  Project  and  authorizes  staff  to  proceed  with  actions  necessary  to 
implement  the  Project. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  24,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0066 


WHEREAS,  City  and  County  of  San  Francisco  Charter  Section  8B.121  provides  that  the 
San  Francisco  Public  Utilities  Commission  (SFPUC)  has  "exclusive  charge  of  the  construction, 
management,  supervision,  maintenance,  extension,  expansion,  operation,  use  and  control  of  all' 
water,  clean  water  and  energy  supplies  and  utilities  of  the  City";  and 

WHEREAS,  under  City  and  County  of  San  Francisco  Administrative  Code  Section  25.6, 
the  SFPUC  has  the  authority  to  determine  the  intensity  of  illumination,  number  and  spacing  of  ' 
hghtmg  facilities,  and  other  details  necessary  to  secure  satisfactory  street  lighting;  and 

WHEREAS,  the  SFPUC  currently  owns  and  maintains  21,891  street  light  poles  in  San 
Francisco;  and 

WHEREAS,  in  December  2010,  the  Board  of  Supervisors  adopted  the  Final  Better 
Streets  Plan,  which  encourages  the  use  of  street  light  accessories  to  foster  neighborhood  identitv 
and 

WHEREAS,  under  authority  provided  by  San  Francisco  Public  Works  Code,  Article  5  7 
Section  184.78,  the  Department  of  Public  Works  issues  banner  permits,  which  grant  permission 
to  temporanly  occupy  any  City-owned  utility  poles  (primarily  street  light  poles)  for  the  purpose 
of  providing  notice  to  residents  and  visitors  of  San  Francisco  about  City-sponsored,  City-funded 
City-wide  special  events  and  locations.  Because  there  is  pre-existing  legislation  regarding 
banners,  banners  are  excluded  from  the  purview  of  the  Street  Light  Pole  Use  Policy  To  avoid 
compliance  issues  under  the  City's  various  signage  policies,  the  proposed  Policy  would  prohibit 
the  inclusion  of  text,  logos,  or  other  identifying  information  on  the  instruments  or  features 
permitted  to  be  attached  to  the  poles  by  non-City  entities;  and 

WHEREAS,  in  June  2010  the  Commission  approved  Resolution  #10-0107  granting  the 

ol^^fl!!?,^'"  ^^^'^  Community  Benefit  District  approval  to  install  hanging  flower  baskets  on  the 
SFPUC  s  street  light  poles;  and 

WHEREAS,  the  Commission  has  authorized  the  SFPUC's  City  Distribution  Division  to 
install  data  collection  units  for  the  Advanced  Water  Metering  Infrastructure  program  on  the 
SFPUC's  street  light  poles;  and 

WHEREAS,  the  Municipal  Transportation  Agency  will  be  requesting  the  SFPUC's 
formal  approval  of  its  project  that  resulted  in  the  installation  of  communication  devices  on  the 
SFPUC's  street  light  poles  as  part  of  the  SFpark  Pilot  Project; 

WHEREAS,  the  SFPUC  has  reason  to  believe  that  other  City  agencies  and  community 
groups  will  seek  access  to  the  SFPUC's  street  lights  for  various  purposes;  and 

WHEREAS,  the  SFPUC  has  undertaken  development  of  the  proposed  Street  Light  Pole 
Use  Policy  so  that  these  requests  can  be  addressed  in  a  consistent  manner;  and 

WHEREAS,  it  is  in  the  best  interests  of  the  SFPUC  to  develop  and  implement  a 
procedure  for  reviewing,  and  approving  such  requests  and  each  request  for  use  of  SFPUC  street 


I 


light  poles  shall  comply  with  applicable  provisions  of  the  San  Francisco  Planning  and  Public 
Works  Codes  and  will  be  considered  following  compliance  with  the  California  Environmental 
Quality  Act  (CEQA)  prior  to  approval  of  such  requests  for  the  use  of  SFPUC  street  light  poles 
for  non-street  lighting  purposes;  now,  therefore,  be  it 

RESOLVED,  that  the  Commission  hereby  adopts  the  following  SFPUC  Street  Light  Pole 
Use  Policy: 

Street  lighting  is  the  single  most  important  use  of  SFPUC-owned  street  light  poles.  The 
policy  of  the  SFPUC  is  to  support  the  use  of  SFPUC  street  light  poles  for  this  primary 
purpose,  while  allowing  alternate  pole  uses  only  if  that  use  would  not  jeopardize  the 
primary  use. 

At  the  sole  discretion  of  the  SFPUC  Power  Enterprise,  alternate  street  light  pole  uses  that 
would  have  no  detrimental  impact  on  street  lighting  function  or  longevity  may  be 
authorized.  In  the  evaluation  of  street  light  pole  use  requests,  the  SFPUC  shall  prioritize 
uses  in  the  following  order: 

•  SFPUC  Use  for  Street  Lighting 

•  Use  by  Other  City  Agencies  for  Utility  or  Other  Municipal  Purposes 

•  Decorative  Uses  by  City  Agencies  or  Community  Groups 

Temporary  Event  Use  (i.e.,  amplified  sound,  festival  lighting)  by  City  Agencies  or 
Community  Groups;  and  be  it 

FURTHER  RESOLVED,  that  the  Commission  authorizes  the  SFPUC  Power  Enterprise 
to  develop  a  process  and  procedures  for  accepting  and  reviewing  applications  from  City  agencies 
and  community  groups  for  use  of  SFPUC  street  light  poles  for  the  above-described  uses;  and  be 
it 

FURTHER  RESOLVED,  that  the  Commission  grants  the  General  Manager  the  authority 
to  sign  Memoranda  of  Understanding,  governing  shared  use  of  SFPUC-owned  street  light  poles 
by  other  City  agencies,  and  to  issue  licenses,  authorizing  non-municipal  entities  such  as 
merchant  associations,  neighborhood  associations,  and  business  districts  to  use  the  City's  street 
light  poles,  consistent  with  the  Policy  described  above  in  the  staff  report  for  this  agenda  item, 
and  subject  to  City  Attorney's  approval  as  to  the  form  of  the  license  agreements. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  24,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0067 


WHEREAS,  On  April  17,  2009,  per  Resolution  No.  09-0064,  this  Commission  approved 
the  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)  -  funded 
Construction  Contract  No.  WD-2548,  Lake  Merced  Pump  Station  Essential  Upgrade,  to  Western 
Water  Constructors,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  was  issued  on  June  1,  2009; 

and 

WHEREAS,  The  original  contract  amount  was  $31,584,000  and  the  original  contract 
duration  was  875  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)  (1)  and  6.22(H)(2)  of  the  Administrative  Code  requires  that 
any  cumulative  increases  in  contract  price  in  excess  of  1 0%  of  the  original  contract  price  and  any 
cumulative  extensions  of  time  exceeding  10%  of  the  original  duration  be  approved  by  the 
Commission;  and 

WHEREAS,  All  the  cost  modifications  approved  to  date  for  this  construction  contract 
amount  to  $1,626,218,  pending  change  orders  amount  to  $0,  potential  change  orders  amount  to 
$1,600,660,  and  trends  amount  to  $541,522;  and 

WHEREAS,  All  the  time  modifications  approved  to  date  for  this  construction  contract 
amount  to  39  days  pending  change  orders  amount  to  0  days,  potential  change  orders  amount  to 
283  days,  and  trends  amount  to  0  days;  and 

WHEREAS,  The  project  has  encountered  unforeseen  site  conditions,  including  the  need 
to  abate  hazardous  materials  and  soils,  and  to  preform  additional  tenant  improvement  work  at  the 
existing  pump  station  building,  which  caused  delays  and  cost  increases;  and 

WHEREAS,  The  project  team  has  identified  a  number  of  potential  change  orders  and 
trends  that,  if  converted  to  approved  change  orders,  will  exceed  the  approved  10%  contingency 
threshold  for  budget  and  schedule;  and 

WHEREAS,  an  increase  in  the  contract  contingency  in  the  amount  of  $610,000  and  a 
time  extension  of  235  calendar  days  is  requested,  subject  to  the  General  Manager's  subsequent 
authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  Human  Rights  Commission  (HRC)  subcontracting  goal  of  9%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract; 
and, 

WHEREAS,  Funds  are  currently  available  within  the  project  CUW30901  Lake  Merced 
Pump  Station  Essential  Upgrade;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
contingency  threshold  in  the  amount  of  $610,000,  and  pre-approves  a  potential  increase  in  the 
contract  duration  of  up  to  235  consecutive  calendar  days  for  the  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)  funded  Construction  Contract  WD-2548  -  Lake  Merced  Pump 
Station  Essential  Upgrade,  for  a  total  cost  contingency  of  $3,768,400,  and  a  potential  extension 
in  the  contract  total  duration  contingency  of  322  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
or  his  designee  to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  amount  for  up  to  $35,352,400  and  to  the  contract  duration  for  up  to  1,197  consecutive 
calendar  days. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  24,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 


RESOLUTION  NO. 


12-0068 


WHEREAS,  The  City  and  County  of  San  Francisco  (City),  the  Merced  Irrigation  District, 
Modesto  Irrigation  District,  Oakdale  Irrigation  District,  South  San  Joaquin  Irrigation  District, 
and  the  Turlock  Irrigation  District  are  political  subdivisions  of  the  State  of  California  who  hold 
various  water  rights,  including  pre- 19 14  rights  of  appropriation,  riparian,  senior  appropriative 
and/or  contractual  water  rights  on  rivers  and  streams  tributary  to  the  San  Joaquin  River;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  exclusive 
charge  of  the  water  supplies  and  utilities  of  the  City,  and  is  authorized  by  San  Francisco  Charter 
section  8B.  12 1(b)  to  enter  into  Joint  Powers  Agreements  with  other  public  entities  in  furtherance 
of  responsibilities  of  the  Commission;  and 

WHEREAS,  Execution  of  the  Joint  Powers  Agreement  ("Agreement")  will  establish  the 
San  Joaquin  Tributaries  Authority  ("SJTA"),  a  joint  powers  authority  to  develop  and  facilitate  an 
environment  in  which  Members  are  able  to  provide  water  for  Bay-Delta  and  San  Joaquin  River 
flow  objectives  or  requirements  in  an  efficient  manner  at  a  reasonable  cost,  ensure  long  term 
reliability  of  their  respective  water  systems,  and  work  with  other  governmental  and  public 
agencies  to  promote  the  common  welfare  of  the  landowners  and  water  users  served  by  SJTA 
Members;  and 

WHEREAS,  Pursuant  to  the  provisions  of  Article  I,  Chapter  5,  Division  7  of  Title  1  of 
the  California  Government  Code,  commencing  with  Section  6500,  the  SJTA  shall  be  a  public 
agency  separate  from  any  of  its  Members;  and 

WHEREAS,  The  Agreement  will  become  effective,  and  the  SJTA  will  be  established, 
upon  execution  by  each  of  the  Parties;  and 

WHEREAS,  Execution  of  the  Agreement  does  not  bind  any  member  to  monetary 
obligations  other  than  that  unanimously  authorized  by  mutual  written  consent  of  the  Members; 
and 

WHEREAS,  Each  Member's  Governing  Board  shall  authorize  its  funding  contribution 
before  the  beginning  of  the  fiscal  year;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  President  of  the  San  Francisco 
Public  Utilities  Commission  to  execute  the  Joint  Powers  Agreement,  in  a  form  approved  by  the 
City  Attorney,  to  establish  the  San  Joaquin  Tributaries  Authority,  to  exercise  the  powers  and 
accomplish  the  purposes  as  set  forth  in  the  report  fi-om  the  SFPUC  General  Manager 
recommending  this  action. 

I  hereby  certify  that  the  foregoing  resoiution  was  adopted  by  the  Public  Utiiities 


Commission  at  its  meeting  of. 


April  24.  2012 


Secretary,  Public  Utilities  Commission 


San  Francisco 

Water   ^..ar Sewer 
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City  and  County  of  San  Francisco 


Edwin  M.  Lee 
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Gavel-to-Gavel  coverage  available  at; 
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Disability  Access 


The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood(a)sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotfcasfaov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the 
meeting  room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other 
similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.orq/ethics. 


ORDER  OF  BUSINESS: 


1 .  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  April  24,  2012 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Letter  Summary 

b)  Advance  Calendar 

c)  Staff  Reports  {written  reports  sent  to  the  Commission) 

1.     Quarterly  Audit  and  Performance  Review 

ii.     Street  Light  Update 

ill.     Departmental  Climate  Action  Plan 

iv.     Water  Enterprise  CIP  Local  Quarterly  Report 

V.     Water  Enterprise  CIP  Regional  Quarterly  Report 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Community  Benefits  Update  (Ellis) 

b)  Auxiliary  Water  Supply  System  Update  (Ritchie) 

c)  WSIP  Quarterly  Reports  (Labonte) 


THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF 
PUBLIC  UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
1155  Market  Street,  1l'^  Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165, 
Fax:  (415)  554-3424. 


CONSENT  CALENDAR 


All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Consent  Calendar  and  considered  as  a  separate 
item. 

a)  Approve  Modification  No.  1  to  Job  Order  Contract-22,  Micro-LBE  Set  Aside, 
General  Building,  San  Francisco/Peninsula/East  Bay,  with  Gold  Spring 
Construction  Company,  to  accomplish  general  building  construction  work  for  all 
San  Francisco  Public  Utilities  Commission  Enterprise  Operations  and  Bureaus; 
Increasing  the  contract  by  $500,000,  for  a  total  contract  amount  of  $1 ,500,000, 
and  with  a  time  extension  of  three  years,  for  a  total  contract  duration  of  five 
years.  (Kelly,  Jr.) 

b)  Approve  Modification  No.  1  to  Job  Order  Contract-28,  General  Engineering  (A- 
License),  San  Francisco/Peninsula/East  Bay/Hetch  Hetchy,  with  Gal  State 
Constructors,  to  accomplish  general  engineering  construction  work  for  all 
SFPUC  Enterprise  Operations  and  Bureaus;  Increasing  the  contract  by 
$2,500,000,  for  a  total  contract  amount  of  $7,500,000,  and  with  a  time 
extension  of  two  years,  for  a  total  contract  duration  of  five  years.  (Kelly,  Jr.) 

c)  Accept  work  performed  by  Shaw  Pipeline,  Inc.  for  Water  Enterprise,  Repair 
and  Replacement  Program-funded  Contract  No.  WD-2583,  Cement  Mortar  Line, 
and  Install  Cathodic  Protection  for  60-Inch  Steel  Water  Main  on  28'*^  Avenue  and 
Kirkham  Street;  Approve  Modification  No.  2  (Final),  decreasing  the  contract 
by  $39,737,  for  a  total  contract  amount  of  $2,446,692,  and  with  a  total  contract 
duration  of  180  consecutive  calendar  days;  and  authorize  final  payment  to  the 
Contractor.  (Ritchie) 

d)  Approve  the  plans  and  specifications,  and  award  Water  Enterprise,  Local 
Conveyance/Distribution  System  Project  Funded  and  Operating  Budget  Funded 
Contract  No.  WD-2673R,  City  Distribution  Division  As-Needed  2012  Annual 
Paving  Contract,  in  the  amount  of  $4,089,800,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  M  Squared  Construction.  (Ritchie) 

e)  Approve  the  plans  and  specifications,  and  award  Local  Water  Capital 
Improvement  Program-funded  Contract  No.  WD-2446,  8-inch  Ductile  Iron  Pipe 
Main  Installation  on  Hartford,  18'^  19*^^  and  Noe  Streets,  in  the  amount  of 
$1,381,000  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  M 
Squared  Construction  Inc.  (Ritchie) 


f)  Approve  Amendment  No.  2  to  Agreement  No.  CS-877,  biology  consulting,  with 
Susan  McCormick,  Taxonomy  Consultant,  to  continue  processing  of  Southwest 
Ocean  Outfall  Regional  Monitoring  Program  and  authorize  the  General  Manager 
to  execute  this  amendment,  increasing  tlie  agreement  by  $8,600,  for  a  total 
not-to-exceed  agreement  amount  of  $83,600,  and  with  a  time  extension  of  six 
months,  for  a  total  agreement  duration  of  five  years  and  seven  months. 

(Moala) 

g)  Approve  the  Assignment  and  Novation  Agreement  for  No.  CS-910,  San 
Francisco  Region/Local  Construction  Management  Services,  for  the  Water 
System  Improvement  Program;  and  authorize  the  General  Manager  to  execute 
the  existing  SFPUC  Contract  from  ARA  Engineering  Group  to  C2PM. 

(Kelly,  Jr.) 


REGULAR  BUSINESS 

9.  Authorize  the  General  IVIanager  to  execute  a  IVIemorandum  of  Understanding 
by  and  between  the  SFPUC  and  San  Francisco  Recreation  and  Parks 
Commission  regarding  management  of  the  Lake  IVIerced  Tract;  and  to  accept 
the  Lake  Merced  Watershed  Report.  (Ritchie) 

10.  Consider  and  adopt  the  contract  rate  schedule  to  recover  the  projected 
Wholesale  Revenue  Requirement  from  27  wholesale  customers  during  FY 
2012-13,  as  applied  to  meter  readings  on  or  after  July  1 ,  201 2,  under  the  terms  of 
the  2009  Water  Supply  Agreement  between  the  City  and  County  of  San  Francisco 
and  the  Wholesale  Customers.  (Rydstrom) 

1 1  .Approve  an  increase  of  $2,500,000  to  the  previously  approved  contract  cost 
contingency  for  Construction  Contact  No.  WD-2552,  Alameda  Siphon  No.  4,  for  a 
total  cost  contingency  of  $7,293,370;  and  authorize  the  General  Manager  to 
approve  modifications  to  the  contract,  for  a  total  contract  amount  up  to 
$39,227,065.  (Labonte) 

12.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 

13.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 


THE  PUBLIC  UTILITIES  WILL  GO  INTO  CLOSEDS  SESSSION  TO  DISCUSS  THE 
FOLLOWING  ITEMS: 


14.  Conference  with  Real  Property  Negotiator  -  Pursuant  to  California  Government 

Code  Section  54956.8  and  San  Francisco  San  Francisco  Administrative  Code 
Section  67.8  (a)  (2)  (Roddy) 
Property: 

Mountain  View,  portion  of  BDPL  3  and  4,  parcels  189,  190,  191  and 
19s,  located  between  Whisman  Road  and  Tyrella  Avenue. 

Parties  Negotiating: 

SFPUC  -  Russell 

KMJ  Urban  Communities,  LLC 

Under  negotiation:  Price  and  Terms  of  Payment 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

Existing  Litigation:  Pacific  Gas  and  Electric  Company  v.  City  and  County  of 
San  Francisco 

San  Francisco  Superior  Court  Case  No.  CGC-07-470086 

Date  filed:  December  14,  2007.  (Mueller) 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(c)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

Anticipated  Litigation  -  As  Plaintiff  (Mueller) 

FOLLOWING  THE  CLOSED  SESSION,  THE  PUBLIC  UTILITIES  COMMISSION  WILL 
RECONVENE  IN  OPEN  SESSION 

17.  Announcement  following  closed  session 

18.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

REGULAR  BUSINESS 


19.  Authorize  the  General  Manager  to  negotiate  and  execute  a  Memorandum  of 
Understanding  with  the  Port  of  San  Francisco  for  the  SFPUC  to  continue 
providing  clean,  green  municipal  power  at  Pier  70  and  to  provide  the  Port  $1 .5 
million  if  the  new  shoreside  power  system  at  Pier  70  increases  electric  use  by 
65,625,000  kilowatt-hours  (kWh)  by  201 7.  (Hale) 

20.  Other  new  business 


ADJOURNMENT 


San  Francisco 
Water  Power  Sewer 
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Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood@sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409, 1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfqov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the 
meeting  room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other 
similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.orq/ethics.  
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ORDER  OF  BUSINESS: 


1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:35  PM. 

2.  Roll  Call 

Present:  Anson  Moran,  Art  Torres,  Anne  Caen,  Francesca  Vietor,  and  Vince 
Courtney 

3.  Approval  of  Minutes  of  the  April  24.  2012 

On  motion  to  approve  the  minutes  of  April  24,  2012: 
ADOPTED:  AYES:  Moran,  Torres,  Caen  Vietor  and  Courtney 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

•   No  public  comment. 

5.  Communications 

a)  Letter  Summary 

b)  Advance  Calendar 

c)  Staff  Reports  (written  reports  sent  to  the  Commission) 

/.     Quarterly  Audit  and  Performance  Review 

Commissioner  Caen  asked  if  the  PUC  was  moving  fonvard  with  the 
suggestions  of  the  KPMG  Audit  regarding  internal  controls.  Ms.  Nancy 
Hom  stated  they  are  working  to  ensure  the  internal  controls  are 
implemented. 

W.     Street  Light  Update 

In  response  to  a  question  posed  by  Commissioner  Vietor,  Ms. 
Black  confirmed  that  the  SFPUC  is  not  purchasing  PG&E  streetlights. 
She  indicated  that  PG&E  has  an  upgrade  and  repair  plan  which  will  be 
presented  to  the  Board  of  Supervisors.  Commissioner  Vietor  requested 
an  update  once  PG&E  presents  their  plan  to  the  Board. 

Commissioner  Courtney  departed  the  meeting  at  1:39  PM 

iii.  Departmental  Climate  Action  Plan 

iv.  Water  Enterprise  CIP  Local  Quarterly  Report 

v.  Water  Enterprise  CIP  Regional  Quarterly  Report 

6.  Other  Commission  Business 

President  Moran  introduced  Mr.  Samuel  Sandoval  Soliz,  from  the  Leadership 
Class  of  the  Water  Education  Foundation,  who  was  in  attendance. 
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7.  Report  of  the  General  Manager 

a)  Community  Benefits  Update 

Ms.  Juliet  Ellis  provided  a  brief  update  on  the  progress  of  tfie  Community 
Benefits  Program.  Commissioner  Vietor  commended  staff  for  ttieir  efforts  in 
implementing  the  Community  Benefits  Policy. 

b)  Auxiliary  Water  SuddIv  System  Uodate 

c)  Mr  Steve  Ritchie  gave  an  update  on  the  Auxiliary  Water  Supply  System,  which 
was  transferred  from  the  SFFD  to  the  SFPUC  in  2010. 

d)  WSIP  Quarterly  Reports 

Ms.  Julie  Labonte  gave  a  status  update  of  WSIP  Local  and  F!egional  Projects, 
summarized  the  progress  made  on  the  Program  during  the  reporting  quarter,  and 
touched  on  challenges  and  achievements. 

Public  Comment 

•  Mr  Dick  Morton  stated  he  was  a  strong  advocate  of  the  A  WSS.  He  indicated 
that  many  of  the  major  water  sources  near  the  A  WSS  remain  untapped  and 
should  be  part  of  the  System.  He  also  noted  he  would  like  to  see  an 
acceleration  of  the  cistern  program. 

•  Mr  Eric  Brooks,  representing  San  Francisco  Green  Party  and  local 
grassroots  organization,  Our  City  noted  that  as  Community  Choice 
Aggregation  gets  closer  that  it  should  become  a  focus  of  the  Community 
Benefits  Program. 

THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF 
PUBLIC  UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
1155  Market  Street,  lf^  Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165 
Fax:  (415)554-3424. 

CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  yote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  eyent  the 
matter  will  be  remoyed  from  the  Consent  Calendar  and  considered  as  a  separate 
item. 

a)  Approye  Modification  No.  1  to  Job  Order  Contract-22,  Micro-LBE  Set  Aside, 
General  Building,  San  Francisco/Peninsula/East  Bay,  with  Gold  Spring 
Construction  Company,  to  accomplish  general  building  construction  work  for  all 
San  Francisco  Public  Utilities  Commission  Enterprise  Operations  and  Bureaus; 
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Increasing  the  contract  by  $500,000,  for  a  total  contract  amount  of  $1 ,500,000, 
and  with  a  time  extension  of  three  years,  for  a  total  contract  duration  of  five 
years. 

rResolution  12-0070) 

b)  Approve  Modification  No.  1  to  Job  Order  Contract-28,  General  Engineering  (A- 
License),  San  Francisco/Peninsula/East  Bay/Hetch  Hetchy,  with  Cal  State 
Constructors,  to  accomplish  general  engineering  construction  work  for  all  SFPUC 
Enterprise  Operations  and  Bureaus;  Increasing  the  contract  by  $2,500,000,  for  a 
total  contract  amount  of  $7,500,000,  and  with  a  time  extension  of  two  years,  for  a 
total  contract  duration  of  five  years. 

(Resolution  12-0071) 

c)  Accept  work  performed  by  Shaw  Pipeline,  Inc.  for  Water  Enterprise,  Repair  and 
Replacement  Program-funded  Contract  No.  WD-2583,  Cement  Mortar  Line,  and 
Install  Cathodic  Protection  for  60-Inch  Steel  Water  Main  on  28^'^  Avenue  and 
Kirkham  Street;  Approve  Modification  No.  2  (Final),  decreasing  the  contract  by 
$39,737,  for  a  total  contract  amount  of  $2,446,692,  and  with  a  total  contract 
duration  of  180  consecutive  calendar  days;  and  authorize  final  payment  to  the 
Contractor. 

mesolution  12-0072) 

d)  Approve  the  plans  and  specifications,  and  award  Water  Enterprise,  Local 
Conveyance/Distribution  System  Project  Funded  and  Operating  Budget  Funded 
Contract  No.  WD-2673R,  City  Distribution  Division  As-Needed  2012  Annual 
Paving  Contract,  in  the  amount  of  $4,089,800,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  M  Squared  Construction. 

(Resolution  12-0073) 

e)  Approve  the  plans  and  specifications,  and  award  Local  Water  Capital 
Improvement  Program-funded  Contract  No.  WD-2446,  8-inch  Ductile  Iron  Pipe 
Main  Installation  on  Hartford,  18*^^,  19*^  and  Noe  Streets,  in  the  amount  of 
$1,381,000  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  M 
Squared  Construction  Inc. 

(Resolution  12-0074) 

f)  Approve  Amendment  No.  2  to  Agreement  No.  CS-877,  biology  consulting,  with 
Susan  McCormick,  Taxonomy  Consultant,  to  continue  processing  of  Southwest 
Ocean  Outfall  Regional  Monitoring  Program  and  authorize  the  General  Manager 
to  execute  this  amendment,  increasing  the  agreement  by  $8,600,  for  a  total  not- 
to-exceed  agreement  amount  of  $83,600,  and  with  a  time  extension  of  six 
months,  for  a  total  agreement  duration  of  five  years  and  seven  months. 
(Resolution  12-0075) 
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g)  Approve  the  Assignment  and  Novation  Agreement  for  No.  CS-910,  San 
Francisco  Region/Local  Construction  Management  Services,  for  tine  Water 
System  Improvement  Program;  and  authorize  the  General  Manager  to  execute 
the  existing  SFPUC  Contract  from  ARA  Engineering  Group  to  C2PM. 
(Resolution  12-0076) 

Public  Comment: 

•  No  public  comment. 

On  Motion  to  approve  item  8: 

ADOPTED:  AYES:  IVIoran,  Torres,  Caen  and  Vietor 

ABSENT:  Courtney 

REGULAR  BUSINESS 

9.      Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding  by 
and  between  the  SFPUC  and  San  Francisco  Recreation  and  Parks  Commission 
regarding  management  of  the  Lake  Merced  Tract;  and  to  accept  the  Lake  Merced 
Watershed  Report. 

Mr.  Steve  Ritchie  presented  an  overview  of  the  Lake  Merced  property  and  the 
activities  surrounding  the  Lake.  He  noted  that  in  1950  the  SFPUC  delegated  all  the 
recreational  responsibilities  to  the  Recreation  and  Park  Department  and  stated  that 
the  MOU  before  the  Commission  updates,  and  does  not  replace  the  1950 
Resolution.  He  stated  the  MOU  defines  SFPUC  and  Recreation  and  Park 
responsibilities  and  that,  as  the  property  owners,  the  ultimate  authority  for  the 
management  of  the  Lake  Merced  Tract  rests  with  the  SFPUC. 

Mr  Ritchie  detailed  specifics  of  the  MOU  and  three  leases/agreements  of  note  (1) 
Harding  Park  Golf  Course;  (2)  Harding  Boathouse;  and  (3)  Pacific  Rod  and  Gun 
Club.  He  mentioned  that  the  MOU  stipulates  that  management  of  the  Pacific  Rod 
and  Gun  Club  be  transferred  to  the  SFPUC. 

Additionally,  he  requested  the  Commission  to  accept  the  Lake  Merced  Watershed 
Report. 

Public  Comment: 

•  Mr  Dan  Murphy,  representing  the  Golden  Gate  Audubon  Society, 
recommended  that  the  Commission  approve  the  Lake  Merced  Watershed 
Report  and  reject  the  MOU.  He  would  like  to  for  the  SFPUC  to  assume  full 
management  control  of  Lake  Merced. 

•  Mr  Jerry  Cadigan,  representing  the  Committee  to  Save  Lake  Merced, 
referred  to  a  letter  he  wrote  to  the  Commission  which  addressed  his  main 
points.  He  encouraged  the  Commission  to  reject  the  MOU. 
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•  Mr.  Tim  Colen,  founding  member  and  past-president  of  tfie  Lal<e  Merced  Task 
Force,  described  wtiat  tie  sees  as  flaws  of  tfie  MOU.  He  suggested  a  Lake 
Merced  manager  be  hired.  He  urged  the  Commission  to  adopt  the  Lake 
Merced  Watershed  Report. 

•  Mr.  Dick  Morten  discussed  the  20 12  bond  and  noted  that  the  bond  will  contain 
$2M  for  the  Lake.  He  indicated  that  the  language  in  the  bond  language  states 
that  Lake  Merced  is  under  the  jurisdiction  of  Recreation  and  Park  and 
recommended  conversations  with  Supervisor  Elsbernd  and/or  Recreation  and 
Park  regarding  that  issue.  He  stated  that  the  changes  in  the  MOU  are 
insignificant  and  non-responsive  to  stakeholder  concerns.  He  would  like  to 
see  a  Lake  Merced  manager  hired.  He  encouraged  the  Commission  to  accept 
the  Lake  Merced  Watershed  Report. 

•  Mr.  Dick  Allen,  an  active  rower  on  the  Lake,  expressed  his  concerns  with  the 
activities  on  the  Lake  and  management  of  the  Lake.  He  urged  the 
Commission  to  reject  the  MOU. 

•  Mr.  Eric  Brooks,  representing  San  Francisco  Green  Party  and  local 
grassroots  organization.  Our  City,  indicated  that  he  was  there  to  concur  with 
the  other  speakers  and  that  the  MOU  should  be  rejected.  He  feels  the  SFPUC 
should  have  oversight  of  the  watershed  area. 

•  Written  comments  received  from:  Tim  Colen,  Mondy  Lairz,  and  Craig 
McGahey. 

Ms.  Katie  Petrucione,  Director  of  Administration  and  Finance,  Recreation  and 
Park,  thanked  the  Commission  for  the  opportunity  to  speak.  She  stated  that  the 
agreement  is  a  step  forward  in  the  management  of  Lake  Merced  and  clearly 
delineates  responsibilities  for  each  agency.  She  noted  it  will  allow  each  agency  to 
focus  on  core  responsibilities  of  watershed  management  and  water  quality 
(SFPUC)  and  recreational  programming  and  maintenance  of  the  Lake  (RPD). 
She  asked  Mr.  James  Wheeler,  Leisure  Services  and  Aquatics  Waterfront 
Manager,  to  provide  an  outline  of  recreational  opportunities  at  the  Lake. 

Mr.  Wheeler  noted  that  he  uses  the  Watershed  Report  and  site  visits  as  a  road 
map  and  he  wants  to  improve  existing  user  experiences,  establish  new  programs 
and  increase  environmental  awareness  about  the  Lake.  He  described  current 
recreational  uses  of  the  Lake.  Commissioner  Torres  asked  what  the  current 
budget  is  for  programming  to  which  Mr.  Wheeler  noted  it  was  $17,000  for  staffing 
costs  as  equipment  has  been  donated. 

On  motion  to  reject  the  MOU.  No  second. 

Commissioner  Vietor  expressed  her  frustration  with  the  amount  of  time  that  the 
SFPUC  has  been  in  discussions  regarding  the  management  of  Lake  Merced  and 
the  MOU,  and  doesn't  feel  the  MOU  is  significantly  different  that  was  presented 
in  November.  She  would  like  to  see  an  MOU  with  a  tight  timeline,  a  plan  that 
outlines  recreational  activities,  budget  numbers,  staffing,  and  details  how  the 
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relationship  between  tlie  SFPUC  and  Recreation  and  Parl<  will  work. 
Commissioner  Vietor  stated  ttiat  the  Lake  Merced  Watershed  Report  was  an 
excellent  document. 

Previous  motion  to  reject  MOU  withdrawn. 

Clarifying  discussion  ensued  regarding  the  specifics  of  the  MOU  if  approved  as 
written,  rejected,  or  approved  with  amendments  as  presented. 

Public  Comment: 

•  Mr  Jerry  Cadigan  discussed  the  1950  Resolution  and  outlined  the  specifics  of 
the  resolution  related  to  the  Pacific  Rod  and  Gun  Club. 

City  Attorney  Ambrose  indicated  that  she  read  the  files  from  1935  through  the  present, 
and  that,  after  the  Commission  adopted  the  1950  Resolution,  the  management  of  the 
Rod  and  Gun  Club  Lease  transferred  to  the  Recreation  and  Park  Department.  She 
noted  that  SFPUC  owns  the  land  and  can  retake  responsibility  to  manage  the  lease,  but 
it  requires  Commission  action  to  do  so,  as  per  IVlOU  language. 

Public  Comment: 

•  Mr  Eric  Brooks,  representing  San  Francisco  Green  Party  and  local 
grassroots  organization,  Our  City,  stated  that  the  process  is  being  rushed.  He 
encouraged  the  Commission  to  adopt  the  Watershed  Management  Report 
and  have  SFPUC  staff  take  the  lead  in  developing  a  master  plan  for  the 
watershed  area. 

On  Motion  to  approve  item  9  AS  AlVIENDED:  Remove  the  Rod  and  Gun  Club  lease 
from  the  MOU  and  authorize  the  General  Manager  to  assume  management  and 
administration  of  the  Pacific  Rod  and  Gun  Club  Lease;  and  accept  the  Watershed 
Management  Report. 

ADOPTED:  AYES:  IVIoran,  Torres,  Caen  and  Vietor 
ABSENT:  Courtney 
(Resolution  12-0077^ 

Commissioner  Vietor  requested  that  the  Recreation  and  Park  Department  come 
back  to  the  Commission  with  a  long-term  recreational  management  and  financial 
plan  regarding  the  Boat  House.  Ms.  Petrucione  asked  if  the  ongoing  recreational 
management  and  maintenance  activities  which  are  currently  performed  by  the 
Recreation  and  Park  Department  should  be  continued  to  be  performed  by  RPD  or  by 
the  SFPUC?  Commissioner  Vietor  asked  SFPUC  staff  to  bring  back  a 
recommendation  regarding  those  activities. 
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1 0.  Consider  and  adopt  the  contract  rate  schedule  to  recover  the  projected 
Wholesale  Revenue  Requirennent  from  27  wholesale  customers  during  FY  2012- 
13,  as  applied  to  meter  readings  on  or  after  July  1 ,  2012,  under  the  terms  of  the 
2009  Water  Supply  Agreement  between  the  City  and  County  of  San  Francisco 
and  the  Wholesale  Customers. 

Mr.  Charles  Perl,  Deputy  CFO,  introduced  the  topic  and  noted  that  no  additional 
comments  on  the  rates  have  been  received  since  the  last  meeting. 

Public  Comment: 

•  Mr.  Art  Jensen,  BAWSCA,  stated  that  they  support  the  recommendation. 

•  Mr.  Patrick  Sweetland,  City  of  Daly  City  stated  that  they  support  the 
recommendation. 

On  Motion  to  approve  item  10: 

ADOPTED:  AYES:  IVIoran,  Torres,  Caen  and  Vietor 

ABSENT:  Courtney 

(Resolution  12-0078) 

1 1 .  Approve  an  increase  of  $2,500,000  to  the  previously  approved  contract  cost 
contingency  for  Construction  Contact  No.  WD-2552,  Alameda  Siphon  No.  4,  for  a 
total  cost  contingency  of  $7,293,370;  and  authorize  the  General  Manager  to 
approve  modifications  to  the  contract,  for  a  total  contract  amount  up  to 
$39,227,065. 

Public  Comment: 

•  No  public  Comment. 

On  Motion  to  approve  item  1 1 : 

ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Vietor 

ABSENT:  Courtney 

(Resolution  12-0079) 

CLOSED  SESSION 

12.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 

Public  Comment: 
•   No  public  comment. 

13.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 
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On  Motion  to  Assert  Attorney  Client  Privilege: 
AYES:  Moran,  Torres,  Caen  and  Vietor 
ABSENT:  Courtney 


THE  PUBLIC  UTILITIES  WILL  GO  INTO  CLOSEDS  SESSSION  TO  DISCUSS  THE 
FOLLOWING  ITEMS: 

14.  Conference  with  Real  Property  Negotiator  -  Pursuant  to  California  Government 
Code  Section  54956.8  and  San  Francisco  San  Francisco  Administrative  Code 
Section  67.8  (a)  (2)  (Mueller) 

Property: 

Mountain  View,  portion  of  BDPL  3  and  4,  parcels  189,  190,  191  and  19s, 
located  between  Whisman  Road  and  Tyrella  Avenue. 

Parties  Negotiating: 

SFPUC- Russell 

KM  J  Urban  Communities,  LLC 

Under  negotiation:  Price  and  Terms  of  Payment 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1)  (Mueller) 

Existing  Litigation:  Pacific  Gas  and  Electric  Company  v.  City  and  County  of 
San  Francisco 

San  Francisco  Superior  Court  Case  No.  CGC-07-470086 
Date  filed:  December  14,  2007. 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(c)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

Anticipated  Litigation  -  As  Plaintiff  (Mueller) 

FOLLOWING  THE  CLOSED  SESSION,  THE  PUBLIC  UTILITIES  COMMISSION  WILL 
RECONVENE  IN  OPEN  SESSION 

17.  Announcement  following  closed  session 

President  Moran  indicated  that  no  action  was  tal<en  in  Closed  Session. 

18.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

On  IVIotion  to  NOT  TO  DISCLOSE: 
AYES:  IVIoran,  Torres,  Caen  and  Vietor 
ABSENT:  Courtney  
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19.  Authorize  the  General  Manager  to  negotiate  and  execute  a  Memorandum  of 
Understanding  with  the  Port  of  San  Francisco  for  the  SFPUC  to  continue 
providing  clean,  green  municipal  power  at  Pier  70  and  to  provide  the  Port  $1 .5 
million  if  the  new  shoreside  power  system  at  Pier  70  increases  electric  use  by 
65,625,000  kilowatt-hours  (kWh)  by  2017. 

(Resolution  12-0080) 

Public  Comment: 

•  Steven  Krefting,  representing  the  Environmental  Council,  strongly  supports 
ttie  Pier  70  Shoreside  Power  Project  and  urges  the  Commission  to  approve 
the  MOU. 

•  Written  comments  received  from:  Tim  Colon,  Mondy  Lairz,  and  Craig 
McGahey. 

•  Written  comments  received  by  Steve  Lawrence  and  Teh  Shore 

On  Motion  to  Approve  Item  19: 
AYES:  Moran,  Torres,  Caen  and  Vietor 
ABSENT:  Courtney 

20.  Other  new  business. 

None 

ADJOURNMENT:  4:10  PM 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


12-0070 


WHEREAS,  On  January  27,  201 1,  per  Resolution  No.l  1-0012,  this  Commission  approved  the 
award  of  Contract  No.  JOC-22,  Job  Order  Contract  for  Micro-LBE,  General  Building  (B-License),  San 
Francisco/Peninsula/East  Bay,  for  a  not-to-exceed  amount  of  $1,000,000  to  Gold  Spring  Construction 
Company;  and 

WHEREAS,  The  Notice-To-Proceed  date  was  set  for  March  23,  20 1 1 ;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,000,000  and  the  original  contract 
duration  was  two  years;  and 

WHEREAS,  Modification  No.l  is  being  requested  to  complete  ongoing  facility  improvements 
such  as  roofing,  plumbing  and  electrical  work  for  San  Francisco  Public  Utilities  Commission's 
(SFPUC)  Operations  and  Bureaus,  increasing  the  contract  amount  by  $500,000  for  a  total  contract 
value  of  $1,500,000,  and  increasing  the  contract  duration  by  three  years  for  a  total  contract  duration  of 
five  years;  and 

WHEREAS,  Human  Rights  Commission  (HRC)  subcontracting  goals  and  bid  discounts  do  not 
apply  to  Micro-LBE  Set  Aside  Contracts;  and 

WHEREAS,  Funds  are  available  from  SFPUC  Enterprise  ftinds;  and 

WHEREAS,  No  task  order  will  be  issued  for  construction  requiring  environmental  review, 
excluding  those  eligible  for  statutory  or  categorical  exemptions,  until  the  Commission  has  been  given 
the  opportunity  to  review  the  environmental  document  and  take  action  if  deemed  appropriate;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  Contract  No.  JOC- 
22,  Job  Order  Contract,  Micro-LBE  Set  Aside,  General  Building  (B-License),  San 
Francisco/Peninsula/East  Bay,  with  Gold  Spring  Construction  Company,  to  accomplish  general 
building  construction  work  for  all  San  Francisco  Public  Utilities  Commission  Enterprise  Operations 
and  Bureaus,  increasing  the  contract  by  $500,000,  for  a  total  contract  amount  of  $1,500,000,  and  with 
a  time  extension  of  three  years,  for  a  total  contract  duration  of  five  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  8,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0071 


WHEREAS,  On  October  26,  2010,  per  Resolution  No.  10-0179,  this  Commission  approved  the 
award  of  Contract  No.  JOC-28,  Job  Order  Contract  (JOC),  General  Engineering  (A-License),  San 
Francisco/Peninsula/East  Bay/Hetch  Hetchy  to  Cal  State  Constructors;  and 

WHEREAS,  The  Notice-To-Proceed  date  was  set  for  December  22,  2010;  and 

WHEREAS,  The  original  contract  amount  was  for  $5,000,000  and  the  original  contract 
duration  was  three  years;  and 

WHEREAS,  Modification  No.l  is  being  requested  to  complete  ongoing  wastewater  facility 
operational  upgrades  and  repairs,  landscaping  and  site  restoration,  and  sewer/  water  pipeline 
inspection/cleaning/repairs  for  San  Francisco  Public  Utilities  Commission's  (SFPUC)  Operations  and 
Bureaus,  increasing  the  contract  amount  by  $2,500,000,  for  a  total  contract  value  of  $7,500,000,  and 
increasing  the  contract  duration  by  two  years,  for  a  total  duration  of  five  years;  and 

WHEREAS,  The  Human  Rights  Commission  (HRC)  subcontracting  goal  of  27%  Local 
Business  Enterprise  (LBE)  participation  has  been  established  for  this  contract;  and 

WHEREAS,  of  March  6,  2012,  the  contractor  has  utilized  an  LBE  participation  of  17.23% 
(including  pending  task  orders)  to  comply  with  the  28.02%)  LBE  participation  submitted  with 
contractor's  bid;  and 

WEHREAS,  The  Contractor  is  working  with  the  HRC  and  JOC  Management  to  meet  the  full 
LBE  goal  requirements  by  the  end  of  the  contract;  and 

WHEREAS,  Funds  are  available  from  SFPUC  Enterprise  funds;  and 

WHEREAS,  No  task  order  will  be  issued  for  construction  requiring  environmental  review, 
excluding  those  eligible  for  statutory  or  categorical  exemptions,  until  the  Commission  has  been  given 
the  opportunity  to  review  the  environmental  document  and  take  action  if  deemed  appropriate;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  Contract  No.  JOC- 
28,  Job  Order  Contract,  General  Engineering  (A-License),  San  Francisco/Peninsula/East  Bay/Hetch 
Hetchy,  to  Cal  State  Constructors,  for  continued  general  engineering  construction  work  for  all  SFPUC 
Operations  and  Bureaus,  increasing  the  contract  amount  by  $2,500,000  for  a  total  contract  value  of  $7, 
500,000,  and  with  a  time  extension  of  two  years,  for  a  total  contract  duration  of  five  years. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  8,  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


12-0072 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  WD-2583,  Cement 
Mortar  Line  and  Install  Cathodic  Protection  for  60-Inch  Steel  Water  Main  on  28"^  Avenue  and 
Kirkham  Street,  by  the  contractor,  Shaw  Pipeline,  Inc.;  and 

WHEREAS,  On  January  1 1,  201 1,  by  Resolution  No.  1 1-005,  this  Commission  awarded 
Contract  No.  WD-2583,  Cement  Mortar  Line  and  Install  Cathodic  Protection  for  60-Inch  Steel 
Water  Main  on  28"'  Avenue  and  Kirkham  Street,  in  the  amount  of  $2,291,850  to  the  lowest, 
qualified  responsible  and  responsive  bidder,  Shaw  Pipeline,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  March  14, 
2011,  with  an  original  schedule  of  180  consecutive  calendar  days  and  the  contract  work  was 
completed  in  198  consecutive  calendar  days  on  September  27,  201 1;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,291,850  and  the  original  contract 
duration  was  1 80  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $194,580  for  miscellaneous  force  account 
work  to  address  unforeseen  site  conditions  as  well  as  the  installation  of  15  new  air  valves  and  15 
new  gate  valves,  increasing  the  contract  amount  to  $2,486,430  with  a  time  extension  of  18 
calendar  days,  for  a  total  contract  duration  of  1 98  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  2  (Final)  is  being  requested  for  a  decrease  of  $39,737  for 
reconciling  the  final  contract  amount  with  the  actual  quantities  used  under  allowance  and  unit- 
price  bid  items,  and  will  decrease  the  contract  amount  to  $2,446,692;  and 

WHEREAS,  The  Human  Rights  Commission  (HRC)  determined  that  SPI  did  not  achieve 
the  8%  goal  but  conducted  "good  faith  efforts"  to  fully  ufilize  Local  Business  Enterprises  (LBEs) 
of  this  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW260,  Water  Main  Repair, 
Replacement  and  Retrofit;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  Accept  work  performed  by  Shaw  Pipeline, 
Inc.  for  Water  Enterprise,  Repair  &  Replacement  Program-funded  Contract  No.  WD-2583, 
Cement  Mortar  Line  and  Install  Cathodic  Protecfion  for  60-Inch  Steel  Water  Main  on  28"^ 
Avenue  and  Kirkham  Street;  approve  Modification  No.  2  (Final),  decreasing  the  contract  by 
$39,737.49,  for  a  total  contract  amount  of  $2,446,692  with  a  total  contract  duration  of  198 
consecutive  calendar  days;  and  authorize  final  payment  to  the  Contractor,  Shaw  Pipeline,  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  8,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0073 


WHEREAS,  Water  Enterprise,  Local  Conveyance/Distribution  System  Project  Funded 
and  Operating  Budget  Funded  Contract  No.  WD-2673R,  City  Distribution  Division  (CDD)  As- 
Needed  2012  Annual  Paving  Contract  was  advertised  on  February  8,  2012;  and 

WHEREAS,  The  baseline  budget  amount  is  $4,100,000  and  the  Engineer's  Estimate  is 
$4,100,000  for  this  construction  work  to  restore  pavement  roadways  and  sidewalks  when 
roadways  and  sidewalks  are  excavated  by  San  Francisco  Water  Department  to  install  water 
services,  mains,  new  meter  boxes  and  repair  leaks  and  main  breaks;  and 

WHEREAS,  The  contract  duration  is  365  consecutive  calendar  days;  and 

WHEREAS,  Water  Enterprise  Program  and  Operating  Budget-funded  WD-2673R  CDD 
As-Needed  2012  Annual  Paving  Contract,  was  determined  to  be  statutorily  excluded  from  the 
California  Environmental  Quality  Act  (CEQA)  under  Public  Resources  Code  Section  21084;  and 

WHEREAS,  Project  No.  CUW2600178,  WD-2673R,  CDD  As-Needed  2012  Annual 
Paving  Contract  was  determined  to  be  categorically  exempt  as  a  Class  II  Categorical  Exemption 
under  the  CEQA  on  April  12,  2012;  and 

WHEREAS,  Three  bids  were  received  and  opened  publicly  February  28,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Human 
Rights  Commission  (HRC)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  M  Squared  Construction  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  HRC  subcontracfing  goal  of  18.1%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW260.  Water  Main  Repair  and 
Replacement  Program  and  FY  2011-2012  City  Distribufion  Division  Operating  Fund;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise,  Local  Conveyance/Distribution  System  Project  Funded  and  Operating 
Budget  Funded  Contract  No.  WD-2673R  CDD  As-Needed  2012  Annual  Paving  Contract,  for  an 
amount  not-to-exceed  $4,089,800,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  M 
Squared  Construction. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  8,  2012  

'  Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0073 


WHEREAS,  Water  Enterprise,  Local  Conveyance/Distribution  System  Project  Funded 
and  Operating  Budget  Funded  Contract  No.  WD-2673R,  City  Distribution  Division  (CDD)  As- 
Needed  2012  Annual  Paving  Contract  was  advertised  on  February  8,  2012;  and 

WHEREAS,  The  baseline  budget  amount  is  $4,100,000  and  the  Engineer's  Estimate  is 
$4,100,000  for  this  construction  work  to  restore  pavement  roadways  and  sidewalks  when 
roadways  and  sidewalks  are  excavated  by  San  Francisco  Water  Department  to  install  water 
services,  mains,  new  meter  boxes  and  repair  leaks  and  main  breaks;  and 

WHEREAS,  The  contract  duration  is  365  consecutive  calendar  days;  and 

WHEREAS,  Water  Enterprise  Program  and  Operating  Budget-funded  WD-2673R  CDD 
As-Needed  2012  Annual  Paving  Contract,  was  determined  to  be  statutorily  excluded  from  the 
California  Environmental  Quality  Act  (CEQA)  under  Public  Resources  Code  Section  21084;  and 

WHEREAS,  Project  No.  CUW2600178,  WD-2673R,  CDD  As-Needed  2012  Annual 
Paving  Contract  was  determined  to  be  categorically  exempt  as  a  Class  II  Categorical  Exemption 
under  the  CEQA  on  April  1 2,  20 1 2;  and 

WHEREAS,  Three  bids  were  received  and  opened  publicly  February  28,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Human 
Rights  Commission  (HRC)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  M  Squared  Construction  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  18.1%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW260,  Water  Main  Repair  and 
Replacement  Program  and  FY  2011-2012  City  Distribution  Division  Operating  Fund;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise,  Local  Conveyance/Distribution  System  Project  Funded  and  Operating 
Budget  Funded  Contract  No.  WD-2673R  CDD  As-Needed  2012  Annual  Paving  Contract,  for  an 
amount  not-to-exceed  $4,089,800,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  M 
Squared  Construction. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  8,  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  XTJ^tflT 


WHEREAS,  Water  Enterprise,  Local^«J^eyance/Distribution  System  Project  Funded 
and  Operating  Budget  Funded  Contract  ^^<WD-2673R,  City  Distribution  Division  (CDD)  As- 
Needed  2012  Annual  Paving  Contract  was  advertised  on  February  8,  2012;  and 

WHEREAS,  The  baseline  budget  amount  is  $4,100,000  and  the  Engineer's  Estimate  is 
$4,100,000  for  this  construction  work  to  restore  pavement  roadways  and  sidewalks  when 
roadways  and  sidewalks  are  excavated  by  San  Francisco  Water  Department  to  install  water 
services,  mains,  new  meter  boxes  and  repair  leaks  and  main  breaks;  and 

WHEREAS,  The  contract  duration  is  365  consecutive  calendar  days;  and 

WHEREAS,  Water  Enterprise  Program  and  Operating  Budget-funded  WD-2673R  CDD 
As-Needed  2012  Annual  Paving  Contract,  was  determined  to  be  statutorily  excluded  from  the 
California  Environmental  Quality  Act  (CEQA)  under  Public  Resources  Code  Section  21084;  and 

WHEREAS,  Project  No.  CUW2600178,  WD-2673R,  CDD  As-Needed  2012  Annual 
Paving  Contract  was  determined  to  be  categorically  exempt  as  a  Class  II  Categorical  Exemption 
under  the  CEQA  on  April  12,  2012;  and 

WHEREAS,  Three  bids  were  received  and  opened  publicly  February  28,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Human 
Rights  Commission  (HRC)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  M  Squared  Construction  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  18.1%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW260,  Water  Main  Repair  and 
Replacement  Program  and  FY  2011-2012  City  Distribufion  Division  Operating  Fund;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise,  Local  Conveyance/Distribution  System  Project  Funded  and  Operating 
Budget  Funded  Contract  No.  WD-2673R  CDD  As-Needed  2012  Annual  Paving  Contract,  in  the 
amount  of  $4,089,800,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  M  Squared 
Construction. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  8,  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0074 


WHEREAS,  Local  Water  Capital  Improvement  Program  (CIP)  funded  Contract  No.  WD- 
2446  8-inch  Ductile  Iron  Pipe  Main  Installation  on  Hartford,  18'^,  19""  and  Noe  Streets  was 
advertised  on  February  13,  2012;  and 

WHEREAS,  The  baseline  budget  amount  is  $1,650,000  and  the  Engineer's  Estimate  is 
$1,650,000  for  this  construction  contract  work  to  install  approximately  5,100  feet  of  ductile  iron 
pipe  and  ancillary  service  pipe;  and 

WHEREAS,  The  contract  duration  is  285  consecutive  calendar  days;  and 

WHEREAS,  Project  No.  CUW2600154,  8-inch  Ductile  Iron  Pipe  Main  Installation  on 
Hartford,  18  ,  19'  and  Noe  Streets,  was  determined  to  be  categorically  exempt  as  a  Class  1 
Categorical  Exemption  under  the  California  Environmental  Quality  Act  (CEQA)  on  September 
22,  2009; and 

WHEREAS,  Seven  (7)  bids  were  received  and  opened  publicly  on  March  22,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Human 
Rights  Commission  (HRC)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  M  Squared  Construction,  Inc. 
as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  18%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW2600154,  8-inch  Ductile  Iron 
Pipe  Main  Installation  on  Hartford,  18"",  19""  and  Noe  Streets;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Local  Water  Capital  Improvement  Program  (CIP)  funded  Contract  No.  WD-2446,  8-inch 
Ducfile  Iron  Pipe  Main  Installation  on  Hartford,  18"",  19'*'  and  Noe  Streets,  in  the  amount  of 
$1,381,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  M  Squared  Construction, 
Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  8,  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0075 


WHEREAS,  On  October  15,  2007,  this  Commission  awarded  Agreement  No.  CS-877, 
Benthic  Invertebrate  Sorting,  Taxonomy,  and  Training,  and  authorized  the  General  Manager  of 
the  San  Francisco  Public  Utilities  Commission  to  execute  a  professional  services  agreement,  in 
the  amount  of  $45,000,  and  with  a  term  of  three  years,  concluding  on  May  25,  2010,  with  Susan 
McCormick,  Taxonomy  Consultant;  and 

WHEREAS,  Amendment  No.  1  was  issued  for  $30,000  to  continue  the  work,  increasing 
the  total  not-to-exceed  agreement  amount  to  $75,000  and  extend  the  agreement  term  by  two 
years,  and  one  month,  to  June  30,  2012,  in  order  to  meet  continuing  National  Pollutant  Discharge 
Elimination  System  (NPDES)  discharge  permit  requirements;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  for  $8,600  to  complete  processing  of 
201 1  samples  with  the  amendment  made  necessary  by  non-routine  stations  sampled  in  2010  and 
extra  abundant  organisms  in  201 1  samples,  increasing  the  total  not-to-exceed  agreement  amount 
to  $83,600  and  extending  the  agreement  term  by  six  months  to  December  30,  2012;  and 

WHEREAS,  The  Local  Business  Enterprise  (LBE)  subconsulting  provisions  of  Chapter 
1 4B  have  been  waived  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  will  be  made  available  from  the  Water  Enterprise 
operating  budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Agreement 
No.  CS-877,  Benthic  Invertebrate  Sorting,  Taxonomy,  and  Training,  with  Susan  McCormick, 
Taxonomy  Consultant  to  complete  processing  of  2011  samples,  and  authorizes  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  this  amendment, 
increasing  the  agreement  by  $8,600,  for  a  total  agreement  amount  of  $83,600,  and  with  a  time 
extension  of  six  months,  for  a  total  agreement  duration  of  five  years  and  seven  months. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  8,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0076 


WHEREAS,  On  May  13,  2008,  this  Commission  awarded  Agreement  No.  CS-910,  San 
Francisco  Region/Local  Construction  Management  Services  for  tlie  Water  System 
Improvement  Program,  and  authorized  the  General  Manager  to  execute  a  professional  services 
agreement,  in  the  amount  of  $7,000,000  and  with  a  duration  of  five  years,  concluding  on  June 
30,  2013,  with  ARA  Engineering;  and 

WHEREAS,  In  connection  with  the  sale  of  ARA  Engineering  Group,  the  Contractor 
("Assignor")  has  requested  a  consent  to  an  Assignment  and  Novation  to  C2PM  ("Assignee"); 
and 

WHEREAS,  All  the  terms  and  conditions  of  the  original  agreement  remain  in  full  force 
and  effect;  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  an 
Assignment  and  Novation  Agreement  in  a  form  approved  by  the  City  Attorney. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  tlie  Public  Utilities 
Commission  at  its  meeting  of  May  8,  2012 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0077 


WHEREAS,  The  Lake  Merced  Tract  ("Tract")  is  under  the  jurisdiction  of  the  San 
Francisco  Public  UtiUties  Commission  (SFPUC),  and  was  purchased  in  1930  as  part  of  the 
acquisition  of  the  Spring  Valley  Water  Company;  and 

WHEREAS,  On  January  30,  1950,  the  SFPUC  adopted  Resolution  No.  10,435,  which 
gave  the  San  Francisco  Recreation  and  Park  Department  (RPD)  the  right  to  "occupy,  use  and 
improve,  for  park  and  recreational  purposes"  the  entire  Tract,  along  with  the  right  to  grant 
concessions  or  leases;  and 

WHEREAS,  The  Recreation  and  Park  Commission  adopted  Resolution  No.  1919  on 
February  15,  1950  accepting  SFPUC's  offer  of  managing  the  Tract  for  recreational  purposes, 
subject  to  the  conditions  in  SFPUC  Resolution  No.  10,435  and  the  exceptions  noted  in  a 
February  9,  1950  letter  from  SFPUC  General  Manager  James  Turner  concerning  the  6.1  acre 
Lake  Merced  Pump  Station  Tract,  enumerated  rights-of-way  for  SFPUC  subsurface  pipelines 
through  the  Tract,  and  the  connecting  pipeline  between  the  North  and  South  Lakes;  and 

WHEREAS,  The  San  Francisco  Board  of  Supervisors  adopted  Resolution  No.  14-07 
urging  the  SFPUC  and  RPD  to  work  together  to  modify  the  provisions  of  SFPUC  Resolution  No. 
10,435  to  allow  the  SFPUC  to  manage  the  Tract  following  standards  applied  to  the  management 
of  an  urban  watershed,  and  to  allocate  the  resources  necessary  to  have  the  SFPUC  assume  a 
greater  role  in  the  protection  of  water  quality  through  creation  of  a  long-term  vision  for  the  Tract 
that  sustainably  balances  multiple  beneficial  uses,  including  management  of  natural  areas, 
watershed  protection  and  restoration,  public  education,  and  recreation;  and 

WHEREAS,  The  Lake  Merced  Watershed  Report  (Watershed  Report)  was  developed 
through  an  extensive  stakeholder  process  completed  in  May  2010;  and 

WHEREAS,  The  Watershed  Report  defines  a  broad  framework  for  resource 
management,  facility  development,  and  public  use  and  stewardship  of  the  watershed  that  can 
serve  as  a  resource  in  planning,  conducting  environmental  review  and  making  recommendations 
to  the  Commission  for  action  on  projects  and  activities  within  the  Lake  Merced  Tract  and 
watershed.  Any  projects,  initiatives,  and  management  actions  that  the  SFPUC  undertakes  will  be 
subject  to  an  appropriate  level  of  California  Environmental  Quality  Act  (CEQA)  review  and 
consideration  prior  to  taking  any  such  action;  now  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the 
SFPUC  to  assume  management  and  administration  of  the  Pacific  Rod  and  Gun  Club  lease 
currently  managed  by  the  Recreation  and  Park  Department;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  accepts  the  Lake  Merced 
Watershed  Report  as  a  resource  to  be  used  in  plarming,  conducting  environmental  review  and 
making  recommendations  to  the  Commission  for  action  on  projects  and  activities  within  the 
Lake  Merced  Tract  and  watershed. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  8,  2012 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 
Resolution  No.  12-0078 

WHEREAS,  The  2009  Water  Supply  Agreement  was  approved  by  Commission 
Resolution  No.  09-0069  on  April  28,  2009  and  was  approved  by  all  wholesale  customers  with  an 
effective  date  of  July  1 ,  2009;  and 

WHEREAS,  A  public  hearing  was  held  on  May  8,  2012  to  review  a  Schedule  for 
Recovery  of  the  Wholesale  Revenue  Requirement  for  water  sales  to  Wholesale  Customers  during 
FY  2012-13,  a  copy  of  said  Water  Supply  Agreement  and  Schedule  W-25  Wholesale  Use  With 
Long  Term  Contract  being  on  file  with  the  Secretary  of  the  Commission,  and  incorporated  in  this 
resolution  by  reference;  and 

WHEREAS,  The  Commission  approved  the  2009  Water  Supply  Agreement  after 
reviewing  the  Final  Program  Environmental  Impact  Report  for  the  Water  System  Improvement 
Program,  and  adopted  and  incorporated  by  reference  the  California  Environmental  Quality  Act 
(CEQA)  findings  contained  in  Commission  in  Resolution  No.  08-0200  dated  October  30,  2008, 
and  made  additional  findings  pursuant  to  CEQA;  and 

WHEREAS,  The  Commission  is  required  to  follow  the  rate  setting  methodology 
established  in  the  Water  Supply  Agreement,  and  acts  in  a  ministerial  capacity  in  setting  the 
resultant  wholesale  water  rate,  and  the  Commission's  action  in  determining  the  Wholesale 
Revenue  Requirement  is  therefore  not  a  "project"  for  purposes  of  CEQA;  and 

WHEREAS,  The  Commission's  determinations  of  the  Wholesale  Revenue  Requirement  is 
statutorily  excluded  from  the  CEQA  under  Section  15273  of  the  CEQA  Guidelines  because  the 
Commission  is  securing  revenue  for  purposes  of  meeting  estimated  FY  2012-13  Regional 
operating  and  capital  costs  consistent  with  Article  5  of  the  2009  Water  Supply  Agreement, 
including:  (1)  employee  wages  and  fringe  benefits;  (2)  purchasing  or  leasing  supplies,  equipment 
or  materials;  (3)  meeting  financial  reserve  needs  and  requirements;  and  (4)  obtaining  flinds  for 
capital  projects  necessary  to  maintain  service  within  the  Commission's  existing  water  service  area; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  determines  projected  revenues  under  the 
existing  rate  will  be  less  than  projected  costs  allocated  to  such  customers  for  the  fiscal  year 
beginning  July  1,  2012  and  will  result  in  an  esfimated  cumulative  Balancing  Account  shortfall  as 
of  June  30,  2012  of  $20.1  million;  and,  be  it 

FURTHER  RESOLVED,  This  Commission  determines  that  an  increase  in  the  volumetric 
rate  for  the  Wholesale  Customers  is  required  and  hereby  adopts  a  1 1 .4%  increase,  effective  July 
1,  2012,  as  enumerated  in  said  Schedule  W-25  which  shall  be  uniform  to  the  nearest  dollar  on 
service  charges,  and  establishes  a  $2.93  per  100  cubic  feet  commodity  charge,  for  all  water 
delivered  to  the  Wholesale  Customers;  and,  be  it 
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FURTHER  RESOLVED,  This  Commission  hereby  adopts  an  Untreated  Wholesale  Water 
Rate  Discount  Factor,  effective  July  1,  2012,  as  enumerated  in  said  Schedule  W-25  which  shall 
be  uniform  to  the  nearest  dollar  on  service  charges,  and  establishes  a  $0.24  per  100  cubic  feet 
rate  discount  factor,  for  all  untreated  water  delivered  to  the  Coastside  County  Water  District. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  8,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0079 


WHEREAS,  On  May  26,  2009,  per  Resolution  No.  09-0091,  this  Commission  approved 
the  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)  funded 
Construction  Contract  No.  WD-2552,  Alameda  Siphon  No.4,  to  Steve  P.  Rados,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  was  issued  on  August  26, 
2009; and 

WHEREAS,  The  original  contract  amount  was  $31,933,695  and  the  original  contract 
duration  was  858  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)  (1)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the 
Commission;  and 

WHEREAS,  Section  6.22(H)  (2)  of  the  Administrative  Code  requires  that  any  cumulative 
extension  of  time  in  excess  of  10%  of  the  original  contract  duration  be  approved  by  the 
Commission;  and 

WHEREAS,  The  original  approved  10%  contract  contingency  and  the  additional  contract 
contingency  approved  by  this  Commission  on  July  12,  2011  for  $1,600,000,  raising  the  total 
contingency  amount  to  $4,793,370  (15.0%);  and 

WHEREAS,  The  project  has  encountered  cost  overruns  related  to  the  settlement  of  a 
change  order  dispute  recommended  by  the  projects  Dispute  Resolution  Board,  differing  site 
conditions,  and  additional  scope  items  required  by  the  Water  Enterprise  Operations  Division, 
which  require  modification  beyond  the  existing  contract  limits  up  to  an  additional  $2,500,000 
(7.8%);  and 

WHEREAS,  Human  Rights  Commission  (HRC)  subcontracting  goal  of  11%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract. 
Steve  P.  Rados  listed  1 1.2%  LBE  participation  at  the  time  of  bid,  and  based  on  the  March  2012 
payment,  they  have  met  the  LBE  goal  requirement;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  additional  increase  of 
$2,500,000  in  the  previously  approved  contract  contingency  for  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)  funded  Construction  Contract  WD-2552  Alameda  Siphon  No.  4, 
for  a  total  contingency  amount  of  $7,293,370,  or  22.8%  of  the  original  contract  amount;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider,  and  if  appropriate,  to  approve  any  cumulative  future  changes  to  the  contract  amount 
up  to  $39,227,065. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of   May  8,  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0080 


WHEREAS,  the  City  and  County  of  San  Francisco  ("the  City")  wishes  to  address  issues 
of  air  quahty  for  San  Francisco  and  the  Bay  Area  by  reducing  emissions  from  diesel  powered 
engines  of  large  ships  that  dock  in  San  Francisco;  and 

WHEREAS,  the  Planning  Commission  on  December  15,  2011,  certified  the  Final 
Environmental  Impact  Report  ("FEIR")  for  the  34th  America's  Cup  Regatta  ("America's  Cup") 
and  the  James  R.  Hermann  Cruise  Terminal  in  compliance  with  the  California  Environmental 
Quality  Act  ("CEQA")  by  its  Motion  No.  18514,  and  the  Board  of  Supervisors  upheld  this 
certification  on  January  24,  2012  by  its  Motion  No.  Ml 2-01 1;  and 

WHEREAS,  the  FEIR  identified  significant  impacts  associated  with  implementation  of 
the  America's  Cup  project,  and  identified  moving  the  shoreside  power  facility  at  Pier  70  as  a 
mitigation  measure  for  the  America's  Cup  project;  and 

WHEREAS,  the  FEIR  proposed  inclusion  of  the  shoreside  power  facility  at  Pier  70  to 
address  air  quality  impacts  and  did  not  identify  any  impacts  related  to  the  move  of  the  shoreside 
power  facility  to  Pier  70;  and 

WHEREAS,  the  Port  Commission  by  Resolution  No.  1 1-79  adopted  the  CEQA  Findings 
and  Mitigation  Measure  and  Reporting  Program  ("MMRP")  contained  in  the  FEIR  for  the 
America's  Cup  as  the  required  mitigation  measures  to  be  implemented  as  part  of  the  America's 
Cup  project;  and 

WHEREAS,  the  America's  Cup  project  has  evolved  throughout  the  environmental  review 
process  and  public  review  process,  and  has  led  to  a  revised  project  that  reduces  the  number  of 
America's  Cup  event  venue  sites,  and  eliminates  the  originally  proposed  long-term  development 
sites,  and  the  revised  Project  was  evaluated  in  a  Note  to  the  File  prepared  by  the  Planning 
Department  (Note  to  File);  and 

WHEREAS,  the  Board  of  Supervisors  approved  a  revised  America's  Cup  project  on 
March  27,  2012  and  adopted  its  own  CEQA  Findings,  including  a  Statement  of  Overriding 
Considerations  and  a  revised  MMRP,  in  its  Motion  No.  4,  File  No.  120127,  which  CEQA 
Findings  have  been  made  available  for  review  by  this  Commission  and  the  public  and  are 
contained  in  files  for  this  Commission  agenda  item;  and 

WHEREAS,  the  SFPUC  has  reviewed  and  considered  the  relevant  information  contained 
in  the  FEIR,  the  Note  to  File,  all  written  and  oral  information  provided  by  the  Planning 
Department,  the  public,  relevant  public  agencies  and  the  administrative  files  for  the  America's 
Cup  project  and  the  FEIR;  and 

WHEREAS,  the  Project  and  FEIR  files  have  been  made  available  for  review  by  this 
Commission  and  the  public,  those  files  are  part  of  the  record  before  the  Board,  and  the  Planning 
Department,  Linda  Avery,  is  the  custodian  of  records,  located  in  Case  Number  2010.0493E,  and 
those  files  are  part  of  the  record  before  this  Commission;  and 


WHEREAS,  America's  Cup  requires  the  temporary  removal  of  the  shoreside  power 
equipment  installed  at  Pier  29,  and  the  MMRP  requires,  as  a  mitigation  measure,  that  the  Port 
construct  a  12-megawatt  ("MW")  shoreside  power  facility  at  Pier  70  to  large  ships  while  they  are 
docked  in  San  Francisco;  and 

WHEREAS,  the  Port  shall  contribute  a  maximum  of  $5,100,000  for  the  shoreside  power 
project  and  an  additional  $600,000  for  the  disposal  of  seven  existing  chemically-affected 
transformers  at  Pier  70;  and 

WHEREAS,  the  Port  shall  negotiate  a  separate  agreement  and  amend  its  lease  with  BAE 
Systems  San  Francisco  Ship  Repair,  Inc.  ("BAE  Systems"),  the  Port's  tenant  at  Pier  70,  to 
purchase,  construct,  and  install  a  12-MW  shoreside  power  facility  at  Pier  70  by  September  2012; 
and 

WHEREAS,  the  Port  shall  seek  to  obtain  the  Board  of  Supervisor's  approval  of  the 
shoreside  power  project  and  an  exemption  from  the  City's  standard  contracting  requirements, 
and 

WHEREAS,  the  Port  shall  obtain  the  necessary  permits  and  approvals  for  the  shoreside 
power  project;  and 

WHEREAS,  the  Port  will  own  the  shoreside  power  facility  and  improvements  at  Pier  70 
upon  its  completion;  and 

WHEREAS,  the  shoreside  power  facility  is  expected  to  begin  operating  in  September 
2012  and  will  continue  operating  indefinitely,  and 

WHEREAS,  the  San  Francisco  Public  Utilities  Commission  ("SFPUC")  will  continue  to 
provide  electric  services  and  deliver  clean  municipal  electric  power  to  the  Port  and  its  tenants  at 
Pier  70  during  the  construction  and  after  the  completion  of  the  shoreside  power  project;  and 

WHEREAS,  the  SFPUC  will  meter,  account,  bill,  and  collect  energy  and  demand  charges 
for  energy  use  at  Pier  70;  and 

WHEREAS,  the  SFPUC  will  provide  the  Port  an  amount  not  to  exceed  $1,500,000  if  the 
new  shoreside  power  facility  at  Pier  70  increases  electric  use  by  65,625,000  kilowatt-hours  by 
December  2017,  or  a  pro  rata  share  of  this  amount  in  10  years  if  the  electrical  usage  increase  is 
smaller;  and 

WHEREAS,  fiinds  will  be  collected  through  the  electric  rates  from  the  Port  and/or  its 
tenant  at  Pier  70;  now,  therefore,  be  it 

RESOLVED,  that  this  Commission  adopts  the  CEQA  Findings,  including  a  Statement  of 
Overriding  Considerations  and  the  MMRP,  adopted  by  the  Board  of  Supervisors  in  its  Motion 
No.  4,  File  No.  120127,  including  Attachments  A,  B-1  and  B-2,  and  incorporates  those  CEQA 
Findings  in  this  Resolution  as  though  fially  set  forth  herein;  and  be  it  further 


RESOLVED,  that  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  negotiate  and  execute  a  Memorandum  of 
Understanding  with  the  Port  of  San  Francisco  related  to  the  construction  of  a  shoreside  power 
facility  at  Pier  70,  in  substantially  the  form  on  file  with  the  Commission  Secretary,  with  such 
amendments  that  the  General  Manager  determines,  in  consultation  with  the  City  Attorney,  will 
not  materially  increase  the  SFPUC's  obligations  or  liabilities. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  8,  2012  


ecretary.  Public  Utilities  Commission 


San  Francisco 
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Art  Torres,  Vice  President 
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Francesca  Vietor 
Vince  Courtney 


Ed  Harrington 
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For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  ottier  information  are  available  on  the  SFPUC  web  site:  www.sfwater.ora 
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Disability  Access 


The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood@sfwater.ora.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409, 1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfaov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfaov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the 
meeting  room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other 
similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.ora/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  May  8,  2012 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Letter  Summary 

b)  Advance  Calendar 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Renewal  of  Service  Agreement  with  PG&E  for  the  Community  Choice 
Aggregation  Program  (Campbell) 

b)  Quarterly  Budget  Report  (Rydstrom) 

c)  Bond  Sales  Result  and  Update  (Rydstrom) 

8.  BAWSCA  Update  (Jensen) 


THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF 
PUBLIC  UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 


Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
1 155  Market  Street,  1 7'"  Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165, 
Fax:  (415)554-3424. 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Consent  Calendar  and  considered  as  a  separate 
item. 

a)  Accept  work  performed  by  A.  Ruiz  Construction  Co.  &  Associates,  Inc.  for  Local 
Water  Conveyance/Distribution  Program-funded  Contract  No.  WD-2430,  8- 


Inch  Ductile  Iron  Main  Installation  on  Howard,  Harrison,  Natoma, 
Clementina,  Tehanfia  and  Julian  Streets;  Approve  Modification  No.  1  (Final) 
for  reconciling  the  final  contract  amount  with  the  actual  quantity  used  for  unit 
price  bid  items,  decreasing  the  contract  by  $221,163,  for  a  total  contract 
amount  of  $986,625,  with  a  total  contract  duration  of  240  consecutive  calendar 
days;  and  authorize  final  payment  to  the  Contractor,  A.  Ruiz  Construction  Co.  & 
Associates,  Inc.  (Ritchie) 

b)  Accept  work  performed  by  P&J  Utility  Company,  Inc.  for  Local  Water 
Conveyance/Distribution  Program-funded  Contract  No.  WD-2619,  8-Inch 
Ductile  Iron  Main  Installation  on  Harrison  Street  from  18**^  Street  to  Cesar 
Chavez;  Approve  Modification  No.  2  (Final),  for  reconciling  the  final  contract 
amount  with  the  actual  quantity  used  on  unit  price  bid  items,  decreasing  the 
contract  by  $37,707,  for  a  total  contract  amount  of  $1 ,130,796,  with  a  total 
contract  duration  of  240  consecutive  calendar  days;  and  authorize  final  payment 
to  the  Contractor,  P&J  Utility  Company,  Inc.  (Ritchie) 

c)  Approve  Modification  No.  1  to  Water  Enterprise  -  Local  Conveyance/Distribution 
System  Project-Funded  and  Operating  Budget-Funded  Contract  No.  WD-2634, 
CDD  As-Needed  Annual  Paving  Contract  for  Services  and  Main  Breaks,  with 
A.  Ruiz  Construction,  to  retroactively  continue  providing  paving  services  for  new 
service  installations  and  main  breaks  while  the  next  annual  paving  contract  was 
being  awarded,  and  extending  the  contract  duration  by  210  consecutive 
calendar  days  for  a  total  contract  duration  of  575  consecutive  calendar  days. 
Authorize  the  General  Manager  to  execute  a  change  order  to  increase  the 
contract  amount  by  $110,000,  for  a  total  contract  value  of  $3,320,770. 

(Ritchie) 

d)  Approve  the  plans  and  specifications,  and  award  Wastewater  Enterprise 
Renewal  and  Replacement  Program-funded  and  Department  of  Public  Works 
Pavement  Renovation  Program-funded  Contract  No.  WW-508,  Bayview/ 
Hunters  Point  Districts  Sewer  Replacement/Rehabilitation  and  Pavement 
Renovation,  in  the  amount  of  $2,535,027  (of  which  $1 ,738,662  Is  funded  by 
WWE  and  $796,366  is  funded  by  DPW),  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  Shaw  Pipeline,  Inc.,  to  replace  the  existing  sewers  and  street 
pavement  on  various  streets  in  the  Potrero/Bayview/Hunters  Point 
neighborhoods  of  San  Francisco.  (Moala) 

e)  Approve  and  award  Contract  No.  JOC-39,  HVAC  Energy  Efficiency  (C-20)  for 
San  Francisco/Peninsula,  for  a  not-to-exceed  amount  of  $3,000,000  to  the 

lowest,  qualified,  responsible  and  responsive  bidder,  American  Mechanical,  Inc., 
to  perform  heating/ventilation/air  conditioning  upgrades  in  City  owned 
municipal  facilities.  JOC-39  is  the  first  of  three  HVAC  JOC  contracts  issued 
under  the  same  bid  documents  but  with  separate  bid  openings;  JOC-38R  will  be 
awarded  separately  by  the  Commission.  (Kelly,  Jr.) 


f)  Approve  and  award  Contract  No.  JOC-40,  HVAC  Energy  Efficiency  (C-20)  for 
San  Francisco/Peninsula,  for  a  not-to-exceed  amount  of  $3,000,000  to  the 

lowest,  qualified,  responsible  and  responsive  bidder,  EMCOR  Service/Mesa 
Energy  Systems,  Inc.,  to  perform  heating/ventilation/air  conditioning 
upgrades  in  City  owned  municipal  facilities.  JOC-40  is  the  second  of  three 
HVAC  JOC  contracts  issued  under  the  same  bid  documents  but  with  separate 
bid  openings;  JOC-38R  will  be  awarded  separately  by  the  Commission. 

(Kelly,  Jr.) 

g)  Ratify  the  Declaration  of  Emergency  made  by  the  General  Manager  and 
approved  by  the  President  of  the  Commission  on  April  30,  2012,  for  Immediate 
drilling  and  blasting  worl<  to  address  a  rockfall  on  tlie  road  to  South  Fork 
Adit  to  ensure  public  safety  and  maintain  roadway  availability  to  critical  operating 
sites.  The  HH-962E  work  was  awarded  to  California  Drilling  and  Blasting,  in  the 
amount  of  $31 9,000.  (Ritchie) 

h)  CS-232R  Approve  the  selection  and  award  of  Agreement  No.  CS-232R, 
Federal  Legislative  Representation  and  Advocacy  Services  to  Daryl  Owen 
Associates,  Inc.,  to  provide  federal  legislative  representation  and  advocacy 
services  to  the  San  Francisco  Public  Utilities  Commission;  and  authorize 

the  General  Manager  to  negotiate  and  execute  a  professional  services 
agreement  with  Daryl  Owen  Associates,  Inc.  for  an  amount  not-to-exceed 
$1,250,000  with  an  Initial  term  of  three  years,  with  two  options  to  extend,  each 
for  a  one  year  additional  term,  subject  to  Commission  approval,  for  a  total 
duration  of  five  years.  (Ellis) 

REGULAR  BUSINESS 

10.  Authorize  the  General  Manager  to  execute  on  behalf  of  the  City  and  County  of  San 
Francisco,  acting  through  the  San  Francisco  Public  Utilities  Commission:  (1)  a 
Funding  Agreement  with  Santa  Clara  County  and  The  Nature  Conservancy  for 
SFPUC's  contribution  of  an  amount  not-to-exceed  $900,000  toward  the 
County's  acquisition  of  the  Nolan  Ranch  In  the  Alameda  Creek  Watershed  and 
the  creation  of  a  conservation  easement  on  such  land,  and  (li)  an  Endowment 
Agreement  for  SFPUC  to  provide  $125,000  to  fund  the  protection  of  the 
conservation  values  of  the  land  through  annual  monitoring  by  the  Conservancy  as 
the  holder  of  the  conservation  easement.  (Ritchie) 

1 1  .Approve  Amendment  No.  1  to  Water  Enterprise,  Water  System  Improvement 
Program-funded  Agreement  No.  CS-914,  Bay  Division  Regional  Construction 
Management  Services,  with  Jacobs  Engineering  Group  Inc.  for  additional  project- 
specific  construction  management  services;  and  authorize  the  General  Manager  to 
execute  this  amendment.  Increasing  the  agreement  by  $1,500,000,  for  a  total  not- 
to-exceed  agreement  amount  of  $26,500,000;  subject  to  the  Board  of  Supervisors 
approval  pursuant  to  Charter  Section  9.1 18,  in  lieu  of  the  action  previously 
authorized  under  Resolution  No.  1 1-0129.  (Kelly,  Jr.) 


12.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding  with 
the  San  Francisco  Recreation  and  Parks  Department,  setting  forth  the  conditions 
under  which  the  SFPUC  shall  operate  and  maintain  an  existing  sewer  easement  and 
an  access  easement  in,  under,  and  over  an  RPD  property  commonly  known  as 
Cayuga  Park.  (Russell) 

13.  WORKSHOP  -  Water  Supply  Options:  Discuss  updated  Retail  and  Wholesale 
demand  projections  and  potential  water  supply  options  to  meet  projected  2035 
demands.  (Ritchie) 

14.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 
with  the  City  of  South  San  Francisco  for  the  purpose  of  funding  a  study  to 
establish  the  roles  and  responsibilities  of  up  to  seven  participating  agencies  in  the 
proposed  South  San  Francisco  Recycled  Water  Project,  and  to  develop  a  plan  for 
sharing  Project  capital  costs,  in  an  amount  not  to  exceed  $27,725,  and  with  a 
duration  of  approximately  six  months.  The  SFPUC's  50%  cost  share  of  the 
proposed  study  will  not  exceed  $1 3,863.  (Ritchie) 

15.  Public  comments  on  matters  to  be  discussed  In  Closed  Session. 

16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

THE  PUBLIC  UTILITIES  WILL  GO  INTO  CLOSEDS  SESSSION  TO  DISCUSS  THE 
FOLLOWING  ITEMS: 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

Existing  Litigation: 

Paulette  Adams-Irving  v.  CCSF, 

San  Francisco  Superior  Court  Case  No.  CGC  1 1-509216 

Date  Filed:  March  15,  2011  (Fairgrieve) 

FOLLOWING  THE  CLOSED  SESSION,  THE  PUBLIC  UTILITIES  COMMISSION  WILL 
RECONVENE  IN  OPEN  SESSION 

18.  Announcement  following  closed  session 

19.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

20.  Other  new  business 


ADJOURNMENT 
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Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood@sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409, 1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfaov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfaov.ora. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the 
meeting  room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other 
similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www  ■  sf  gov .  0  rg/eth  ics . 
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ORDER  OF  BUSINESS: 


1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:38  PM 

2.  Roll  Call 

Present:  Anson  Moran,  Art  Torres,  Ann  Caen,  Francesca  Vietor 

President  Moran  stated  that  item  17,  Closed  Session,  was  removed  from  the  calendar. 

President  Moran  disclosed  that,  in  regard  to  item  9H,  he  has  a  long-standing  personal 
relationship  with  two  of  the  individuals  bidding  on  the  contract.  He  stated  that  there  is  no 
professional  relationship  that  would  affect  his  ability  to  act  impartially  on  the  item. 

3.  Approval  of  Minutes  of  May  8,  2012 

Commissioner  Vietor  requested  an  amendment  to  her  comments  on  item  7. 

On  motion  to  approve  the  minutes  of  May  8,  2012  AS  AMENDED: 
ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Vietor 
ABSENT:  Courtney 

4.  Public  Comments 

No  public  comment. 

5.  Communications 

a)  Letter  Summary 

b)  Advance  Calendar 

6.  Other  Commission  Business 

Commissioner  Caen  asked  staff  if  a  plaque  will  be  placed  on  the  new  building. 
Deputy  General  Manager  Michael  Carlin  indicated  he  did  not  know,  but  would  find 
out  and  report  back. 

7.  Report  of  the  General  Manager 

a)  Renewal  of  Service  Agreement  with  PG&E  for  the  Community  Choice 
Aggregation  Program 

Mr.  Mike  Campbell  noted  that  the  service  agreement  with  PG&E  has  been 
extended  beyond  the  four  and  one-half  years  of  the  contract. 

b)  Quarterly  Budget  Report 

Mr.  Todd  Rydstrom  provided  the  Commission  with  a  third  quarter  budget  status 
report  update,  detailing  variances  in  the  budget. 

c)  Bond  Sales  Result  and  Update 

Mr.  Todd  Rydstrom  stated  that  the  most  recent  bond  sale  was  held,  with  $702M 
in  Water  Revenue  bonds  sold,  with  an  average  bond  rate  of  4.27  percent. 
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8.  BAWSCA  Update 

Ms.  Nicole  Sandkulla,  BAWSCA  staff,  noted  thiat  BAWSCA  is  pursuing  ttie  possibility 
of  prepaying  old  capital  debt  to  the  Regional  Water  System  using  a  provision  of  the 
2009  Water  Supply  Agreement.  She  stated  they  have  hired  bond  council  to  assist 
with  a  feasibility  study  and  will  keep  SFPUC  staff  informed  as  to  progress  on  the 
issue. 

THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF 
PUBLIC  UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
1 155  Market  Street,  1 Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165, 
Fax:  (415)554-3424. 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Consent  Calendar  and  considered  as  a  separate 
item. 

a)  Accept  work  performed  by  A.  Ruiz  Construction  Co.  &  Associates,  Inc.  for  Local 
Water  Conveyance/Distribution  Program-funded  Contract  No.  WD-2430,  8- 
Inch  Ductile  Iron  Main  Installation  on  Howard,  Harrison,  Natoma, 
Clementina,  Tehama  and  Julian  Streets;  Approve  Modification  No.  1  (Final) 
for  reconciling  the  final  contract  amount  with  the  actual  quantity  used  for  unit 
price  bid  Items,  decreasing  the  contract  by  $221,163,  for  a  total  contract 
amount  of  $986,625,  with  a  total  contract  duration  of  240  consecutive  calendar 
days;  and  authorize  final  payment  to  the  Contractor,  A.  Ruiz  Construction  Co.  & 
Associates,  Inc.  (Resolution  12-0092) 

b)  Accept  work  performed  by  P&J  Utility  Company,  Inc.  for  Local  Water 
Conveyance/Distribution  Program-funded  Contract  No.  WD-2619,  8-Inch 
Ductile  Iron  Main  Installation  on  Harrison  Street  from  18**^  Street  to  Cesar 
Chavez;  Approve  Modification  No.  2  (Final),  for  reconciling  the  final  contract 
amount  with  the  actual  quantity  used  on  unit  price  bid  items,  decreasing  the 
contract  by  $37,707,  for  a  total  contract  amount  of  $1 ,130,796,  with  a  total 
contract  duration  of  240  consecutive  calendar  days;  and  authorize  final  payment 
to  the  Contractor,  P&J  Utility  Company,  Inc.  (Resolution  12-0081) 


SFPUC  Minutes 
May  22,  2012 


Page  5 


c)  Approve  Modification  No.  1  to  Water  Enterprise  -  Local  Conveyance/Distribution 
System  Project-Funded  and  Operating  Budget-Funded  Contract  No.  WD-2634, 
CDD  As-Needed  Annual  Paving  Contract  for  Services  and  l\/lain  Breal(s,  with 
A.  Ruiz  Construction,  to  retroactively  continue  providing  paving  services  for  new 
service  installations  and  main  breaks  while  the  next  annual  paving  contract  was 
being  awarded,  and  extending  the  contract  duration  by  210  consecutive 
calendar  days  for  a  total  contract  duration  of  575  consecutive  calendar  days. 
Authorize  the  General  Manager  to  execute  a  change  order  to  increase  the 
contract  amount  by  $110,000,  for  a  total  contract  value  of  $3,320,770. 

(Resolution  12-0082) 

d)  Approve  the  plans  and  specifications,  and  award  Wastewater  Enterprise 
Renewal  and  Replacement  Program-funded  and  Department  of  Public  Works 
Pavement  Renovation  Program-funded  Contract  No.  WW-508,  Bayview/ 
Hunters  Point  Districts  Sewer  Replacement/Rehabilitation  and  Pavement 
Renovation,  in  the  amount  of  $2,535,027  (of  which  $1 ,738,662  is  funded  by 
WWE  and  $796,366  is  funded  by  DPW),  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  Shaw  Pipeline,  Inc.,  to  replace  the  existing  sewers  and  street 
pavement  on  various  streets  in  the  Potrero/Bayview/Hunters  Point 
neighborhoods  of  San  Francisco.  (Resolution  12-0083) 

e)  Approve  and  award  Contract  No.  JOC-39,  HVAC  Energy  Efficiency  (C-20)  for 
San  Francisco/Peninsula,  for  a  not-to-exceed  amount  of  $3,000,000  to  the 

lowest,  qualified,  responsible  and  responsive  bidder,  American  Mechanical,  Inc., 
to  perform  heatlng/ventilation/air  conditioning  upgrades  in  City  owned 
municipal  facilities.  JOC-39  is  the  first  of  three  HVAC  JOC  contracts  Issued 
under  the  same  bid  documents  but  with  separate  bid  openings;  JOC-38R  will  be 
awarded  separately  by  the  Commission.  (Resolution  12-0084) 

f)  Approve  and  award  Contract  No.  JOC-40,  HVAC  Energy  Efficiency  (C-20)  for 
San  Francisco/Peninsula,  for  a  not-to-exceed  amount  of  $3,000,000  to  the 

lowest,  qualified,  responsible  and  responsive  bidder,  EMCOR  Service/Mesa 
Energy  Systems,  Inc.,  to  perform  heating/ventilation/air  conditioning 
upgrades  in  City  owned  municipal  facilities.  JOC-40  is  the  second  of  three 
HVAC  JOC  contracts  issued  under  the  same  bid  documents  but  with  separate 
bid  openings;  JOC-38R  will  be  awarded  separately  by  the  Commission. 

(Resolution  12-0085) 

g)  Ratify  the  Declaration  of  Emergency  made  by  the  General  Manager  and 
approved  by  the  President  of  the  Commission  on  April  30,  2012,  for  immediate 
drilling  and  blasting  work  to  address  a  rockfall  on  the  road  to  South  Fork 
Adit  to  ensure  public  safety  and  maintain  roadway  availability  to  critical  operating 
sites.  The  HH-962E  work  was  awarded  to  California  Drilling  and  Blasting,  in  the 
amount  of  $31 9,000.  (Resolution  12-0086) 
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h)  CS-232R  Approve  the  selection  and  award  of  Agreement  No.  CS-232R, 
Federal  Legislative  Representation  and  Advocacy  Services  to  Daryl  Owen 
Associates,  Inc.,  to  provide  federal  legislative  representation  and  advocacy 
services  to  the  San  Francisco  Public  Utilities  Commission;  and  authorize 

the  General  Manager  to  negotiate  and  execute  a  professional  services 
agreement  with  Daryl  Owen  Associates,  Inc.  for  an  amount  not-to-exceed 
$1,250,000  with  an  initial  term  of  three  years,  with  two  options  to  extend,  each 
for  a  one  year  additional  term,  subject  to  Commission  approval,  for  a  total 
duration  of  five  years.  (Resolution  12-0087) 

On  Motion  to  approve  item  9: 

ADOPTED:  AYES:  l^oran,  Torres,  Caen  and  Vietor 

ABSENT:  Courtney 

REGULAR  BUSINESS 

10.  Authorize  the  General  Manager  to  execute  on  behalf  of  the  City  and  County  of  San 
Francisco,  acting  through  the  San  Francisco  Public  Utilities  Commission:  (i)  a 
Funding  Agreement  with  Santa  Clara  County  and  The  Nature  Conservancy  for 
SFPUC's  contribution  of  an  amount  not-to-exceed  $900,000  toward  the 
County's  acquisition  of  the  Nolan  Ranch  in  the  Alameda  Creek  Watershed  and 
the  creation  of  a  conservation  easement  on  such  land,  and  (ii)  an  Endowment 
Agreement  for  SFPUC  to  provide  $125,000  to  fund  the  protection  of  the 
conservation  values  of  the  land  through  annual  monitoring  by  the  Conservancy  as 
the  holder  of  the  conservation  easement. 

Mr.  Tim  Ramirez  introduced  tile  item  arid  noted  ttiat  it  is  tine  third  and  ttie  largest  land 
acquisition  in  the  Alameda  Watershed. 

Public  Comment:  No  public  comment 

On  IViotion  to  approve  item  10: 

ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Vietor 

ABSENT:  Courtney 

(Resolution  12-0088) 

1 1  .Approve  Amendment  No.  1  to  Water  Enterprise,  Water  System  Improvement 
Program-funded  Agreement  No.  CS-914,  Bay  Division  Regional  Construction 
Management  Services,  with  Jacobs  Engineering  Group  Inc.  for  additional  project- 
specific  construction  management  services;  and  authorize  the  General  Manager  to 
execute  this  amendment,  increasing  the  agreement  by  $1,500,000,  for  a  total  not- 
to-exceed  agreement  amount  of  $26,500,000;  subject  to  the  Board  of  Supervisors 
approval  pursuant  to  Charter  Section  9.1 18,  in  lieu  of  the  action  previously 
authorized  under  Resolution  No.  11-0129. 
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Mr.  Harlan  Kelly  stated  that  additional  funds  were  needed  for  work  required  to  dig 
beneath  an  unexpected  burial  site  at  the  project,  which,  as  a  result,  increased  in  the 
contract  duration. 

Public  Comment:  No  public  comment 

On  Motion  to  approve  item  11: 

ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Vietor 

ABSENT:  Courtney 

(Resolution  12-0089) 

12.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding  with 
the  San  Francisco  Recreation  and  Parks  Department,  setting  forth  the  conditions 
under  which  the  SFPUC  shall  operate  and  maintain  an  existing  sewer  easement  and 
an  access  easement  in,  under,  and  over  an  RPD  property  commonly  known  as 
Cayuga  Park. 

Ms.  Rosanna  Russell  presented  this  item  and  noted  that  it  is  necessary  to  protect  the 
SFPUC's  access  and  rights  to  operate,  repair  and  replace  our  wastewater  facilities  and 
regulates  how  Recreation  and  Park  Department  can  plant  trees  and  shrubs  near  the 
facilities. 

Public  Comment:  No  public  comment 

On  Motion  to  approve  item  12: 

ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Vietor 

ABSENT:  Courtney 

(Resolution  12-0090) 

13.  WORKSHOP  -  Water  Supply  Options:  Discuss  updated  Retail  and  Wholesale 
demand  projections  and  potential  water  supply  options  to  meet  projected  2035 
demands. 

Commissioner  Courtney  arrived  at  2:23  Pl\1 

Mr.  Steve  Ritchie  gave  a  brief  presentation  on  retail  and  wholesale  water  demand 
projects  and  discussed  options  to  meet  those  demands.  He  detailed  preliminary 
conclusions;  provided  a  brief  background  on  water  supply;  noted  the  decisions  that 
need  to  be  made  by  December  201 8;  discussed  supply  shortfall  regulatory 
requirements  and  policy  choices;  supply,  demand  and  risk;  and  water  supply  options. 

Mr.  Ritchie  presented  and  discussion  ensued  on  the  proposed  water  supply  project 
timeline  and  the  on  different  projects  noted  in  the  timeline. 

Mr.  Ritchie  presented  the  methodology  for  comparison  of  water  supply  options.  He 
discussed  a  matrix  on  water  supply  option  comparisons.  He  noted  it  was  created  not  to 
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say  one  project  was  better  than  another,  but  rather  to  provide  the  commission  with  a 
way  to  look  at  each  project  in  relation  to  community  interests,  needs  and  support. 
Commissioners  Moran  and  Vietor  requested  that  Mr.  Ritchie  show  the  quantitative  and 
qualitative  criteria  used  to  determine  the  comparisons.  Mr.  Ritchie  indicated  that  when 
the  item  comes  back  to  the  Commission  at  the  annual  planning  workshop,  it  will  include 
that  detail  as  requested. 

Public  Comment:  Mr.  Peter  Drekmeier,  Tuolumne  River  Trust,  stated  that  he  though  the 
presentation  was  pessimistic  and  encourages  the  Commission  to  include  conservation 
measures  in  the  matrix. 

14.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 
witli  tlie  City  of  Soutli  San  Francisco  for  the  purpose  of  funding  a  study  to 
establish  the  roles  and  responsibilities  of  up  to  seven  participating  agencies  in  the 
proposed  South  San  Francisco  Recycled  Water  Project,  and  to  develop  a  plan  for 
sharing  Project  capital  costs,  in  an  amount  not  to  exceed  $27,725,  and  with  a 
duration  of  approximately  six  months.  The  SFPUC's  50%  cost  share  of  the 
proposed  study  will  not  exceed  $13,863. 

Mr.  Ritchie  introduced  this  agenda  item  and  noted  we  have  been  working  with  the  City 
of  South  San  Francisco  and  participating  agencies  on  the  project. 

Public  Comment:  No  public  comment 

On  Motion  to  approve  item  14: 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor  and  Courtney 

(Resolution  12-0091) 

15.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 

16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

THE  PUBLIC  UTILITIES  WILL  GO  INTO  CLOSEDS  SESSSION  TO  DISCUSS  THE 
FOLLOWING  ITEMS: 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

Existing  Litigation: 

Paulette  Adams-Irving  v.  CCSF, 

San  Francisco  Superior  Court  Case  No.  CGC  1 1-509216 

Date  Filed:  March  15,  2011  (Fairgrieve) 
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ITEM  17  was  removed  from  the  calendar. 

FOLLOWING  THE  CLOSED  SESSION,  THE  PUBLIC  UTILITIES  COMMISSION  WILL 
RECONVENE  IN  OPEN  SESSION 

1 8.  Announcement  following  closed  session 

19.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

20.  Other  new  business 
ADJOURNMENT  3:02  PM 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0081 


WHEREAS,  Construction  has  been  completed  for  Local  Water  Conveyance/Distribution 
Program-funded  Contract  No.  WD-2619,  8-Inch  Ductile  Iron  Main  Installation  on  Harrison 
Street  from  18""  Street  to  Cesar  Chavez,  by  the  contractor,  P&J  Utility  Company,  Inc.;  and 

WHEREAS,  On  October  15,  2010,  by  Resolution  No.  10-171,  this  Commission  awarded 
Contract  No.  WD-2619,  8-Inch  Ductile  Iron  Main  Installation  on  Harrison  Street  from  18""  Street 
to  Cesar  Chavez,  in  the  amount  of  $1,1 17,885  to  the  lowest,  qualified  responsible  and  responsive 
bidder,  P&J  Utility  Company,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  January  18, 
2011,  with  an  original  schedule  of  240  consecutive  calendar  days  and  the  contract  work  was 
completed  in  240  consecutive  calendar  days  on  September  14,  201 1;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,117,885  and  the  original  contract 
duration  was  240  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $50,618  for  additional  pavement 
restoration  (mill  and  fill)  work  required  by  the  new  excavation  code,  increasing  the  total  contract 
amount  to  $1,168,503;  and 

WHEREAS,  Modification  No.  2  (Final)  is  being  requested  for  ($37,707)  for  reconciling 
the  final  contract  amount  with  the  actual  quantity  used  for  unit  price  bid  items,  decreasing  the 
total  contract  amount  to  $1,130,796;  and 

WHEREAS,  The  contractor  exceeded  the  Human  Rights  Commission  (HRC) 
subcontracting  goal  of  21%  Local  Business  Enterprise  (LBE)  submitted  for  this  contract  with  an 
LBE  participation  of  24.95%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW260,  Local  Water 
Conveyance/Distribution  Program;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accept  work  performed  by  P&J  Utility 
Company,  Inc.  for  Local  Water  Conveyance/Distribution  Program-funded  Contract  No.  WD- 
2619,  8-Inch  Ductile  Iron  Main  Installation  on  Harrison  Street  from  18"^  Street  to  Cesar  Chavez; 
approve  Modification  No.  2  (Final),  decreasing  the  contract  by  $37,707,  for  a  total  contract 
amount  of  $1,130,796  with  a  total  contract  duration  of  240  consecutive  calendar  days;  and 
authorize  final  payment  to  the  Contractor,  P&J  Utility  Company,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  22,  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  ______12-0082 

approverhSotwSSfcDi  A?N^^^^^^^^  Commission 
Main  Breaks,  .0  A.  RuizZstcln  and      '  C°"'"='  ^^'-^ 

2011;  anT^^^''       '°"'™'"™  No.ice-To-Pr„ceed  date  was  se,  for  Janua,^  5. 

dura,ion*™^5l„™UrlXX^^^^^^    ™^  ^"^  '"^  ^ ' 

durationTzTo^ttl"!!^  "^"T'  '°  '"—'^  -'-"^  *^ 

calendar  days,  and  rbudg  tTn™^  total  contract  duration  of  575  consecutive 

for  work  coLcted  during  ™  It" ^ri^^^  ^  ^"j"-™. 

Busines~feaBE)ZS^^^^  "f  20%  Local 

The  Contracto7has  made  a  S  far.fr„  ,  construction  contract, 

by  the  end  of  ,he"t;  afd  ""^""'S  8°^ls 

WHEREAS,  Funds  are  available  from  Project  No  rilW7^^n  u/  .    c  .      •  , 
Conveyance/Distribution  System  Program;  now,  thSor^  be  U  ' 

Enterort^^^olf  V""  ""'^  ^omntission  hereby  approves  Modification  No.  1  to  Water 

PuTdrc;n^S^nr263rrDD'Asi^^^^^^  !ZluT  ""^""^ 
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.V 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0083 


WHEREAS,  Wastewater  Enterprise,  Renewal  and  Replacement  Program-funded  and 
Department  of  Public  Works  Pavement  Renovation  Program-funded  Contract  No.  WW-508, 
Bayview/Hunters  Point  Districts  Sewer  Replacement/Rehabilitation  and  Pavement  Renovation 
was  advertised  on  March  2,  2012;  and 

WHEREAS,  The  Engineer's  Estimate  is  $2,815,251  for  this  construction  contract  work  to 
replace  the  existing  sewers  and  street  pavement  fi-om  curb  to  curb  on  various  streets  in  the 
Potrero/Bayview/Hunters  Point  neighborhoods  of  the  City  and  County  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  240  consecutive  calendar  days;  and 

WHEREAS,  On  April  13,  2012,  under  the  delegation  agreement  between  the  San 
Francisco  Planning  Department  and  the  San  Francisco  Public  Utilities  Commission  (SFPUC),  the 
Bayview/Hunters  Point  Districts  Sewer  Replacement/Rehabilitation  and  Pavement  Renovation 
project  was  determined  to  be  statutorily  exempt  under  California  Environmental  Quality  Act 
Section  15282(k)  and  Public  Resources  Code  Section  21080.21;  and 

WHEREAS,  Four  bids  were  received  and  opened  publicly  on  April  5,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  staff  and  Human  Rights 
Commission  (HRC)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness  and 
application  of  bid  preferences  resulted  in  the  establishment  of  Shaw  Pipeline,  Inc.,  as  the  lowest, 
qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  20%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  Shaw  Pipeline,  Inc.  committed  to  a 
27.29%  LBE  participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS17, 
Bayview/Hunters  Point  Districts  Sewer  Replacement  and  DPW  Project  No.  CPWTRNSR69, 
Bayview/Hunters  Point  Districts  Pavement  Renovation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Wastewater  Enterprise,  Renewal  and  Replacement  Program-funded  and  Department  of 
Public  Works  Pavement  Renovation  Program-funded  Contract  No.  WW-508,  Bayview/Hunters 
Point  Districts  Sewer  Replacement/Rehabilitation  and  Pavement  Renovation,  in  the  amount  of 
$2,535,027  (of  which  $1,738,662  is  llmded  by  WWE  and  $796,366  is  funded  by  DPW),  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  Shaw  Pipeline,  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  22,  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0084 


WHEREAS,  Contract  No.  JOC-39,  Job  Order  Contract,  HVAC  Energy  Efficiency  (C-10) 
for  San  Francisco/Peninsula  Areas,  was  advertised  on  March  12,  2012;  and 

WHEREAS,  The  not-to-exceed  amount  is  $3,000,000  with  a  guaranteed  minimum 
amount  of  $50,000  for  this  construction  contract  to  accomplish  Heating,  Ventilation,  and  Air 
Conditioning  (HVAC)  energy  efficiency  work  for  City  owned  municipal  facilities;  and  ' 

WHEREAS,  The  contract  duration  is  three  years;  and 

WHEREAS,  The  Commission  authorizes  award  of  this  job  order  contract  for  work  to  be 
performed  under  future  task  orders,  which  will  identify  the  scope  of  work,  cost,  and  duration  of 
various  discrete  construction  activities.  No  task  order  requiring  environmental  review  will  be 
issued  until  environmental  review  has  been  completed.  No  task  order,  excluding  those  eligible 
for  statutory  or  categorical  exemption,  will  be  released  until  the  Commission  has  been  given  the 
opportunity  to  review  the  environmental  document  and  take  action  if  deemed  appropriate.  The 
work  under  this  job  order  contract  has  been  competitively  bid  per  unit  price  and  this  contractor  is 
the  lowest  responsible,  responsive  bidder  for  the  work  under  these  subsequent  task  orders;  and 

WHEREAS,  Two  bids  were  received  and  opened  publicly  on  April  12,  2012;  and 

WHEREAS,  SFPUC  staff  review  of  the  bid  for  qualifications,  responsibility,  and 
responsiveness  resulted  in  the  establishment  of  American  Mechanical,  Inc.  as  the  lowest, 
qualified,  responsible  and  responsive  bidder  eligible  for  award  of  the  first  of  the  three  HVAC 
efficiency  JOC  contracts  (JOC-39,  JOC-40,  JOC-38R);  and 

WHEREAS,  The  Award  Criteria  Figure  from  American  Mechanical  was  1.5550;  and 

WHEREAS,  A  Human  Rights  Commission  (HRC)  subcontracfing  goal  of  8%  Local 
Business  Enterprise  (LBE)  participafion  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  condifions 
within  60  days  of  the  date  of  the  Commission  award  may  result  in  re-bidding  of  the  contract  at 
the  discretion  of  the  City;  and 

WHEREAS,  Funding  will  be  available  from  SFPUC  Power  Enterprise  Funds  or  capital 
funds  from  other  departments  when  Task  Orders  are  issued;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  Project  Manual  and 
Construction  Task  Catalog  ®  and  awards  Contract  No.  JOC-39,  Job  Order  Contract,  HVAC 
Energy  Efficiency  Services  (C-20)  for  San  Francisco/Peninsula  Areas,  for  a  not-to-exceed 
amount  of  $3,000,000  with  minimum  guaranteed  amount  of  $50,000  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  American  Mechanical,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  22,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0085 


WHEREAS,  Contract  No.  JOC-40,  Job  Order  Contract,  HVAC  Energy  Efficiency  (C-10) 
for  San  Francisco/Peninsula  Areas,  was  advertised  on  March  12,  2012;  and 

WHEREAS,  The  not-to-exceed  amount  is  $3,000,000  with  a  guaranteed  minimum 
amount  of  $50,000  for  this  construction  contract  to  accomplish  Heating,  Ventilation,  and  Air 
Conditioning  (HVAC)  energy  efficiency  work  for  City  owned  municipal  facilities;  and 

WHEREAS,  The  contract  duration  is  three  years;  and 

WHEREAS,  The  Commission  authorizes  award  of  this  job  order  contract  for  work  to  be 
performed  under  future  task  orders,  which  will  identify  the  scope  of  work,  cost,  and  duration  of 
various  discrete  construction  activities.  No  task  order  requiring  environmental  review  will  be 
issued  until  environmental  review  has  been  completed.  No  task  order,  excluding  those  eligible 
for  statutory  or  categorical  exemption,  will  be  released  until  the  Commission  has  been  given  the 
opportunity  to  review  the  environmental  document  and  take  action  if  deemed  appropriate.  The 
work  under  this  job  order  contract  has  been  competitively  bid  per  unit  price  and  this  contractor  is 
the  lowest  responsible,  responsive  bidder  for  the  work  under  these  subsequent  task  orders;  and 

WHEREAS,  Two  bids  were  received  and  opened  publicly  on  April  19,  2012;  and 

WHEREAS,  SFPUC  staff  review  of  the  bid  for  qualifications,  responsibility,  and 
responsiveness  resulted  in  the  establishment  of  EMCOR  Service/Mesa  Energy  Systems,  Inc.  as 
the  lowest,  qualified,  responsible  and  responsive  bidder  eligible  for  award  of  the  second  of  the 
three  HVAC  efficiency  JOC  contracts  (JOC-39,  JOC-40,  JOC-38R);  and 

WHEREAS,  The  Award  Criteria  Figure  from  EMCOR/Mesa  was  1.4675;  and 

WHEREAS,  A  Human  Rights  Commission  (HRC)  subcontracting  goal  of  8%  Local 
Business  Enterprise  (LBE)  participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  60  days  of  the  date  of  the  Commission  award  may  resuh  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funding  will  be  available  from  SFPUC  Power  Enterprise  Funds  or  capital 
funds  from  other  departments  when  Task  Orders  are  issued;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  Project  Manual  and 
Construction  Task  Catalog  ®  and  awards  Contract  No.  JOC-40,  Job  Order  Contract,  HVAC 
Energy  Efficiency  Services  (C-20)  for  San  Francisco/Peninsula  Areas,  for  a  not-to-exceed 
amount  of  $3,000,000  with  minimum  guaranteed  amount  of  $50,000  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  EMCOR  Service/Mesa  Energy  Systems,  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  22,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0086 


WHEREAS,  Hetch  Hetchy  Water  and  Power  (HHWP)  experienced  a  rockfall  of 
approximately  400  cubic  yards  near  South  Fork  Adit;  and 

WHEREAS,  The  General  Manager  of  the  San  Francisco  Public  Utilities  Commission, 
declared  the  existence  of  an  emergency  and  approved  to  work  to  address  the  rockfall  to  ensure 
public  safety  and  maintain  roadway  availability  to  critical  operating  sites,  by  a  letter  dated  April 
30,  2012  and  approved  by  the  President  of  the  Commission;  and 

WHEREAS,  Human  Rights  Commission  (HRC)  granted  an  emergency  waiver  of  the 
subcontracting  goals  pursuant  to  Chapter  14.A.12.2  of  the  San  Francisco  Administrative  Code; 
and 

WHEREAS,  The  Commission's  ratification  of  emergency  overrides  normal 
environmental  review  under  the  California  Environmental  Quality  Act,  but  does  not  eliminate 
the  need  for  subsequent  state  and  federal  permits;  and 

WHEREAS,  Approval  of  an  emergency  contract  for  this  repair  work  would  be  in 
accordance  with  the  provisions  of  Chapter  6,  Article  IV,  Section  6.60(D)  of  the  Administrative 
Code  of  the  City  and  County  of  San  Francisco  and  established  SFPUC  procedures;  and 

WHEREAS,  Funds  are  available  from  Hetch  Hetchy  Water  and  Power  Capital  Project 
Budget,  Project  No.  CUH-950;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  is  set  for  May  4,  2012 
with  an  original  schedule  of  100  consecutive  calendar  days  and  the  contract  is  scheduled  to  end 
on  August  12,2012;  and 

WHEREAS,  The  estimated  contract  amount  is  for  a  not-to-exceed  amount  of  $3 1 9,000; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies  the  Declaration  of  Emergency  made 
by  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission,  dated  April  30,  2012 
and  approved  by  the  President  of  the  Commission,  and  requests  that  the  General  Manager  seek 
Board  of  Supervisors  approval  as  soon  as  possible  as  provided  in  the  Administrative  Code. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  22,  2012   

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0087 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  benefited 
greatly  from  professional  services  agreements  with  a  lobbying  firm  for  federal  legislative 
representation  and  advocacy  services;  and 

WHEREAS,  A  lobbying  firm  working  on  behalf  of  the  SFPUC  may  represent  the 
mterests  of  the  SFPUC  and  its  ratepayers  before  the  U.S.  Congress,  the  Administrafion,  federal 
regulatory  agencies,  industry  coalitions,  and  other  organizations  as  necessary;  and 

WHEREAS,  The  SFPUC  confinually  has  issues  of  importance  pending  before  federal 
legislative,  administrafive,  and  regulatory  bodies  in  the  subject  areas  of  water,  energy, 
wastewater,  and  natural  resources;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  a  consultant  to  provide  specialized 
federal  legislative  representation  and  advocacy  services  to  supplement  SFPUC  staff;  and 

WHEREAS,  The  estimated  cost  of  these  services  is  $1,250,000;  and 

WHEREAS,  The  request  for  proposals  was  advertised  on  March  8,  2012;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  July  2012  and  continue  for  a  three-year 
term,  to  July  2015,  with  two  options  to  extend,  each  for  a  one  year  additional  term,  subject  to 
Commission  approval,  for  a  total  duration  of  five  years,  and  if  those  options  are  exercised,  the 
agreement  would  end  in  July  2017,  and  the  durafion  of  this  agreement  would  be  five  years;  and 

WHEREAS,  SFPUC  staff  and  Human  Rights  Commission  (HRC)  review  of  the  selection 
panel  evaluations  and  the  proposals  resulted  in  the  establishment  of  Daryl  Owen  Associates,  Inc. 
as  the  highest-ranked  lobbying  firm;  and 

WHEREAS,  Pursuant  to  Section  14B.8  of  the  San  Francisco  Administrative  Code,  the 
Local  Business  Enterprise  (LEE)  subconsulting  provisions  of  Chapter  14B  have  been  waived  for 
this  Agreement  and 

WHEREAS,  Failure  to  reach  successfiil  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrafive  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecfing  consultants  at  the  discretion  of  the  City;  and 


WHEREAS,  Funding  will  be  available  at  the  time  of  award  of  the  agreement  for  the  first 
year's  task  orders  from  the  Board  of  Supervisors-approved  budget  under  the  index  code 
designation  SFPUC  Bureaus,  External  Affairs,  Governmental  Affairs,  Labor,  and  Professional  & 
Specialized  Services;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  Daryl  Owen 
Associates,  Inc.  for  Legislative  Affairs-funded  Agreement  No.  CS-232R,  Federal  Legislative 
Representation  and  Advocacy  Services,  to  provide  federal  legislative  representation  and 
advocacy  services  to  the  San  Francisco  Public  Utilities  Commission;  and  authorizes  the  General 
Manager  to  negotiate  and  execute  a  professional  services  agreement  with  Daryl  Owen 
Associates,  Inc.  for  an  amount  not-to-exceed  $1,250,000  with  an  initial  term  of  three  years  with 
two  options  to  extend,  each  for  a  one  year  additional  term,  subject  to  Commission  approval,  for  a 
total  duration  of  five  years  or,  in  the  event  negotiations  are  not  successful  or  City  requirements 
are  not  satisfied,  to  negotiate  and  execute  a  professional  services  agreement  with  the  next  highest 
ranked  proposer. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  22.  2012  _ 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0088 
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WHEREAS,  SFPUC  staff  have  negotiated  proposed  terms  and  conditions  of  the 
Conservation  Easement,  set  forth  in  the  form  of  Grant  Deed  of  Conservation  Easement  which  is 
part  of  the  record  before  this  Commission,  pursuant  to  which  scenic,  aesthetic,  natural, 
hydrologic,  open  space,  ecological,  and  scientific  values  of  the  Land,  including  watershed  and 
water  quality  protection,  would  be  protected  in  perpetuity,  the  County  would  be  permitted  to  use 
the  Land  for  low-impact  public  recreation  purposes  consistent  with  such  conservation  purposes, 
and  the  City,  acting  through  the  SFPUC,  would  be  a  third  party  beneficiary  with  rights  to  enforce 
certain  terms  of  the  Conservation  Easement;  and 

WHEREAS,  Funds  for  SFPUC's  obligations  under  the  Funding  Agreement  will  be 
available  at  the  time  of  approval  of  the  agreements  from  Project  CUW394.  Water  System 
Improvement  Program  -  Watershed  and  Environmental  Improvement  Program  (Measure  A  Bond 


WHEREAS,  On  April  4,  2012,  the  acquisition  of  the  Land  and  creation  of  the 
conservation  easement  were  determined  to  be  exempt  from  the  California  Environmental  Quality 
Act  (CEQA)  as  a  Class  25  (TRANSFERS  OF  OWNERSHIP  OF  INTEREST  IN  LAND  TO 
PRESERVE  EXISTING  NATURAL  CONDITIONS  AND  HISTORICAL  RESOURCES) 
categorical  exemption  under  CEQA  Guidelines  Section  15325  as  described  in  the  determination 
which  is  part  of  the  record  before  this  Commission;  now,  therefore,  be  it 

RESOLVED,  That,  provided  SFPUC  receives  an  Appraisal  Report  acceptable  to  the 
City's  Director  of  Real  Estate,  reflecting  that  the  fair  market  value  of  the  Land  is  not  less  than 
the  Purchase  Price,  this  Commission  hereby  authorizes  the  General  Manager  of  the  SFPUC  or 
his  designee,  following  Board  of  Supervisors  approval  of  the  Funding  Agreement  and 
Endowment  Agreement,  to  execute  such  agreements  with  such  modifications  that,  in  the 
judgment  of  the  General  Manager  and/or  his  designee,  in  consultation  with  the  City  Attorney,  are 
in  the  best  interest  of  the  City,  do  not  materially  increase  the  obligations  or  liabilities  of  the  City 
or  materially  diminish  the  benefits  to  the  City,  are  necessary  or  advisable  to  effectuate  the 
purposes  and  intent  of  the  Conservation  Easement  or  this  Resolution,  and  are  in  compliance  with 
all  applicable  laws,  including  the  City  Charter;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  staff  to  proceed  with  actions 
necessary  to  implement  the  Funding  Agreement  and  Endowment  Agreement  following 
execution,  and  to  implement  City's  third  party  beneficiary  rights  once  the  Conservation 
Easement  has  been  granted,  and  ratifies,  approves  and  authorizes  all  actions  heretofore  taken  by 
any  City  official  in  connection  with  such  agreements;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  SFPUC  and/or  his  designee  to  enter  into  any  amendments  or  modifications  to  the  Funding 
Agreement  and  Endowment  Agreement,  including  without  limitation,  the  exhibits,  that  the 
General  Manager  determines,  in  consultation  with  the  City  Attorney,  are  in  the  best  interest  of 
the  City,  do  not  materially  increase  the  obligations  or  liabilities  of  the  City  or  materially  diminish 
the  benefits  to  the  City,  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
Conservation  Easement  or  this  Resolution,  and  are  in  compliance  with  all  applicable  laws, 
including  the  City  Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  22,  2012  


flinds);  and 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0089 


WHEREAS,  On  September  23,  2008,  pursuant  to  Resolution  No.  08-0174  this 
Commission  awarded  Agreement  No.  CS-914,  Bay  Division  Regional  Construction  Manag;ment 
(CM)  Services,  and  authorized  the  General  Manager  to  negotiate  and  execute  a  professional 
services  agreement,  in  the  amount  of  $25,000,000,  and  with  a  term  of  four  years  and  10  months 
concluding  on  September  30,  2013,  with  Jacobs  Engineering  Group  Inc.,  subject  to  Board  of 
Supervisors  approval  pursuant  to  Charter  Section  9.1 18(a);  and 

400  November  18,  2008,  pursuant  to  File  No.  08-1266,  and  Resolution  No 

490-08  approval  for  Agreement  No.  CS-914  was  obtained  from  the  Board  of  Supervisors;  and 

WHEREAS,  On  July  11,  2011,  the  Commission  authorized  the  General  Manager  to 
execute  an  amendment  to  Agreement  No.  CS-914,  increasing  the  agreement  by  $5,000,000  for  a 
total  agreemem  amount  of  $30,000,000,  and  increasing  the  agreement  duration  by  one  ye^r  and 
seven  (7)  months,  for  a  total  agreement  duration  of  six  years  and  four  months;  however 
subsequent  to  this  authorization  but  prior  to  execution  of  the  amendment,  a  decision  was  made  to 
not  proceed  with  this  amendment;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  for  $1,500,000  to  address  the  need  for 
additional  construction  management  services  in  the  Bay  Division  Region,  increasing  the  total 
not-to-exceed  agreement  amount  to  $26,500,000;  and 

WHEREAS,  A  Human  Rights  Commission  (HRC)  sub  consulting  goal  of  21  9%  Local 
Business  Enterprise  (LBE)  participation  of  the  total  value  of  services  to  be  provided  has  been 
established  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  CUW36802-  BDPL 
^T%t^'n^^'"^r^nf No^CUW38001  -  BDPL  Nos.  3  and  4  Crossovers,  Project  No. 
CUW36301  -  SCADA,  and  Project  No.  CUW35302  -  Seismic  Upgrade  of  BDPL  Nos 
3  and  4  at  Hayward  Fault;  now,  therefore,  be  it 

r-PT.TD.!^^^u^o°'^^^*  Commission  finds  that  the  Final  Environmental  Impact  Report 
(  FEIR  )  for  the  Bay  Division  Reliability  Upgrade  Project  is  adequate  for  its  use  as  the  decision- 
making body  for  the  action  taken  herein;  having  assessed  the  impacts  associated  with  the  various 
construction  changes  in  the  Bay  Division  Region  did  not  involve  any  new  significant  impacts  not 
addressed  in  the  FEIR;  and  be  it  or 

FURTHER  RESOLVED,  The  Commission  finds  that  since  the  FEIR  was  finalized  there 
have  been  no  substantial  changes  in  the  projects  in  the  Bay  Division  Region,  and  no  substantial 
changes  in  circumstances  relating  to  the  project  that  would  require  major  revisions  to  the  FEIR 
due  to  the  involvement  of  new  significant  environmental  effects  or  an  increase  in  the  severity  of 
previously  identified  significant  impacts,  and  there  is  no  new  information  of  substantial 
importance  that  would  change  the  conclusions  set  forth  in  the  FEIR;  and  be  it 

FURTHER  RESOLVED,  That  in  lieu  of  the  action  previously  authorized  under 
Resolution  No.  11-0129,  this  Commission  hereby  approves  Amendmem  No.  1  to  Water 


Enterprise,  Water  System  Improvement  Program-funded  Agreement  No.  CS-914,  Bay  Division 
Regional  Construction  Management  Services  with  Jacobs  Engineering  Group  for  additional 
project-specific  construction  management  services,  and  authorizes  the  General  Manager  to 
execute  this  amendment,  increasing  the  agreement  by  $1,500,000,  for  a  total  agreement  amount 
of  $26,500,000,  subject  to  Board  of  Supervisors  approval  pursuant  to  Charter  Section  9.1 18(b). 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  22,  2012  

.:/biL::A^  \  ik'.i  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0090 


WHEREAS,  Tlie  San  Francisco  Recreation  and  Parks  District  (RPD)  has  jurisdiction 
over  certain  property  commonly  known  as  Cayuga  Park,  located  near  the  intersection  of 
Alemany  Boulevard  and  Naglee  Avenue  in  the  City  and  County  of  San  Francisco;  and 

WHEREAS,  RPD  has  embarked  upon  the  Cayuga  Clubhouse  and  Playground 
Renovation  Project  in  and  about  the  RPD  Parcel;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  jurisdiction 
over  and  presently  maintains  the  City's  wastewater  system,  which  includes  all  municipal  sewage 
treatment  and  disposal  systems  and  other  related  facilities  located  within  the  City;  a  portion  of 
the  PUC  wastewater  line  and  a  sewer  box  (Wastewater  Facilities)  are  located  beneath  the  surface 
of  the  Cayuga  Park  parcel;  and 

WHEREAS,  In  connection  with  the  Wastewater  Facilities,  SFPUC  desires  to  ensure  that 
the  SFPUC  obtains  in,  under  and  over  the  RPD  Parcel  a  thirty-foot  (30')  underground  sewer 
easement  (Sewer  Easement)  and  an  fifteen  foot  (15')  above-ground  access  easement  (Access 
Easement)  for  the  operation,  maintenance,  repair  and  replacement  of  the  Wastewater  Facilities; 
and 

WHEREAS,  The  SFPUC  and  the  RPD  wish  to  provide  for  the  future  documentation  of 
the  SFPUC's  right  to  use  the  Easement  Area,  to  provide  the  conditions  of  RPD's  use  of  the 
Easement  Area;  now,  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  a  Memorandum  of  Understanding  with  the 
RPD  to  Operate  and  Maintain  a  Sewer  Easement  and  an  Access  Easement  in,  through,  over  and 
across  Cayuga  Park;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  enter  into  any  amendments  or  modifications  to  the  Memorandum  of  Understanding,  including 
without  limitation,  any  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the 
City  Attorney  are  in  the  best  interest  of  the  SFPUC;  are  necessary  or  advisable  to  effectuate  the 
purposes  and  intent  of  the  agreement  or  this  resolufion;  and  are  in  compliance  with  all  applicable 
laws,  including  the  City  Charter;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  SFPUC  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved 
and  confirmed  by  the  SFPUC. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of   May  22.  2012  

 ^Xi(^r\A.^. ,  i  -  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0091 


WHEREAS,  the  SFPUC  is  studying  the  proposed  Regional  Groundwater  Storage  and 
Recovery  Project  in  the  South  Westside  Groundwater  Basin  with  the  participation  of  the 
Cahfomia  Water  Service  Company  (Cal  Water)  and  the  cities  of  San  Bruno  and  Daly  City  in 
order  to  create  a  new  supply  of  water  during  drought  periods  for  the  SFPUC's  wholesale  and 
retail  customers  through  the  conjunctive  management  of  surface  water  and  groundwater 
resources;  and 

WHEREAS,  Recycled  water,  to  the  extent  made  available  for  irrigation,  industrial  use, 
and  other  non-potable  purposes,  is  a  valuable  resource  that  could  offset  surface  water  imports  by 
the  SFPUC,  and  reduce  groundwater  pumping  in  the  South  Westside  Basin,  thereby  freeing  up 
groundwater  for  potable  use;  and 

WHEREAS,  South  San  Francisco  and  San  Bruno  jointly  operate  a  wastewater  treatment 
plant  in  South  San  Francisco  for  the  treatment  of  wastewater  from  their  respective  service  areas, 
which  plant  discharges  secondary  treated  wastewater  to  San  Francisco  Bay;  and 

WHEREAS,  The  SFPUC,  South  San  Francisco,  and  Cal  Water  have  completed  a 
Recycled  Water  Feasibility  Study,  a  Recycled  Water  Facility  Plan,  and  the  SFPUC  completed  an 
Effluent  Suitability  Study  for  the  South  San  Francisco  Recycled  Water  Project  (Project)  that 
would  provide  tertiary  treated  recycled  water  for  irrigation  of  Golden  Gate  National  Cemetery, 
Orange  Park,  Linear  Park,  Commodore  Park,  South  San  Francisco  High  School,  Los  Cerritos 
Elementary  School,  with  the  possibility  of  adding  other  sites  in  the  area;  and 

WHEREAS,  The  cities  of  South  San  Francisco,  San  Bruno,  Burlingame  and  Millbrae,  the 
North  Bayside  System  Unit,  California  Water  Service  Company,  and  the  SFPUC  (collectively. 
Cooperative  Agencies)  are  potential  Project  participating  agencies;  and 

WHEREAS,  the  SFPUC  and  South  San  Francisco  desire  to  define  the  roles  and 
responsibilities  of  the  Cooperative  Agencies  and  to  create  one  or  more  proposals  for  allocating 
Project  capital  costs;  and 

WHEREAS,  The  SFPUC  and  South  San  Francisco  have  developed  a  scope  of  work  to 
determine  the  Cooperative  Agencies'  roles  and  responsibilities  and  define  one  or  more 
approaches  for  sharing  Project  capital  costs;  and 


WHEREAS,  South  San  Francisco,  as  lead  agency,  has  retained  a  consulting  firm  to: 


1.  interview  the  potential  cooperative  agencies  that  include  the  cities  of 
South  San  Francisco,  San  Bruno,  Burlingame  and  Millbrae,  the  North 
Bayside  System  Unit,  California  Water  Service  Company,  and  the 
SFPUC,  to  determine  the  financial,  technical  and  institutional  issues  that 
need  to  be  resolved; 

2.  delineate  the  rights  for  diverting  secondary  effluent  from  the  cities  of 
Burlingame  and  Millbrae; 

3.  develop  institutional  and  financial  arrangements  for  ownership  and 
operation  of  the  proposed  recycled  water  facilities;  and 

4.  define  one  or  more  approaches  for  sharing  Project  capital  costs  for  up  to 
seven  agencies  that  may  participate  in  the  proposed  Project,  with  services 
anticipated  to  begin  in  June  2012  and  end  in  December  2012  for  a  total 
duration  of  six  months;  and 


WHEREAS,  The  SFPUC  and  South  San  Francisco  will  equally  share  the  costs  of  the 
consulting  firm  hired  by  South  San  Francisco  totaling  $27,725  with  the  SFPUC's  share  of  costs 
not  to  exceed  $13,863;  and 

WHEREAS,  Funds  for  the  SFPUC's  share  of  costs  are  available  for  engineering 
consuhing  services  for  this  work  through  the  Water  Enterprise  operating  budget;  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  the  Memorandum  of  Understanding  with 
South  San  Francisco  for  the  purpose  of  sharing  costs  and  responsibilities  for  engineering 
consulting  services  related  to  the  proposed  Project  in  an  amount  not  to  exceed  $13,863  and  with 
a  total  duration  of  six  months. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  22,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0092 


WHEREAS,  Construction  has  been  completed  for  Local  Water  Conveyance/Distribution 
Program-funded  Contract  No.  WD-2430,  8-Inch  Ductile  Iron  Main  Installation  on  Howard 
Harrison,  Natoma,  Clementina,  Tehama  and  Julian  Streets,  by  the  contractor   A  Ruiz 
Construction  Co.  &  Associates,  Inc.;  and 

WHEREAS,  On  October  15,  2010,  by  Resolution  No.  10-0170,  this  Commission 
awarded  Contract  No.  WD-2430,  8-Inch  Ductile  Iron  Main  Installation  on  Howard,  Harrison 
Natoma,  Clementina,  Tehama  and  Julian  Streets,  in  the  amount  of  $1,207,789,  to  the  lowest' 
qualified  responsible  and  responsive  bidder,  A.  Ruiz  Construction  Co.  &  Associates,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  January  19 
201 1,  with  an  original  schedule  of  240  consecutive  calendar  days  and  the  contract  work  was 
completed  in  240  consecutive  calendar  days  on  September  15,  201 1;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,207,789  and  the  original  contract 
duration  was  240  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  (Final)  is  being  requested  for  ($22 1 , 1 63)  for  reconciling 
the  final  contract  amount  with  the  actual  quantity  used  on  unit  price  bid  items,  decreasing  the 
contract  amount  to  $986,625;  and 

WHEREAS,  The  Contractor  has  made  a  good  faith  effort  to  comply  with  the  Human 
Rights  Commission  (HRC)  LBE  subcontracting  goal  of  32.77%  submitted  for  this  contract 
however  their  final  LBE  participation  of  29.96%  was  less  than  the  goal  due  to  an  18.5%  decrease 
in  the  total  contract  scope  of  work;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW260,  Water  Main  Repair 
Replacement  and  Retrofit;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accept  work  performed  by  A.  Ruiz 
Construction  Co.  &  Associates,  Inc.  for  Local  Water  Conveyance/Distribution  Program-funded 
Contract  No.  WD-2430,  8-Inch  Ductile  Iron  Main  Installation  on  Howard,  Harrison,  Natoma 
Clementma,  Tehama  and  Julian  Streets;  approve  Modification  No.  1  (Final),  decreasing  the 
contract  by  $221,163,  for  a  total  contract  amount  of  $986,625  with  a  total  contract  duration  of 
240  consecutive  calendar  days;  and  authorize  final  payment  to  the  Contractor,  A.  Ruiz 
Construction  Co.  &  Associates,  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  22,  2012  

Secretary,  Public  Utilities  Commission 
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Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood(a)sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotfcajsfqov.orq.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the 
meeting  room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other 
similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.orq/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  May  22,  2012 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Letter  Summary 

b)  Advance  Calendar 

c)  Hetch  Hetchy  Capital  Improvement  Programs  Quarterly  Report 

d)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

e)  Urban  Watershed  Framework  Report 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Certificate  of  Appreciation  -  Ms.  Estela  Tarano 

b)  Legislative  Update 

c)  525  Golden  Gate  Update 

THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF 
PUBLIC  UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 


Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
1155  Market  Street,  11^"  Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165, 
Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  W 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Consent  Calendar  and  considered  as  a  separate 
item. 


a)  Accept  work  performed  by  D'Arcy  &  Harty  Construction,  Inc.,  for  Contract  No. 
WW-479,  21st/23rd/24th/HampshireA'ork/Utah  Streets  and  San  Bruno 
Avenue  Sewer  Replacement,  for  a  total  contract  amount  of  $1,768,638;  and 
with  a  contract  duration  of  170  consecutive  calendar  days;  and  authorize 

final  payment  to  the  contractor.  (Moala) 

b)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-506, 
McLaren/lngleside/Excelsior/Mt.  Davidson  Districts  Sewer  Replacement 
and  Pavement  Renovation,  in  the  amount  of  $1 ,954,976  (of  which  $1 ,371 ,595 
is  funded  by  WWE  and  $583,382  is  funded  by  DPW);  and  with  a  contract 
duration  of  210  consecutive  calendar  days,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  D'Arcy  &  Harty  Construction.  (Moala) 

c)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2612,  8- 
inch  Ductile  Iron  Main  Installation  in  Florida  Street  from  16*^  Street  to  26**^ 
Street,  in  the  amount  of  $1 ,290,865,  with  a  contract  duration  of  330 
consecutive  calendar  days,  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  J.  Fiores  Construction  Company,  Inc.  (Ritchie) 

d)  Approve  Amendment  No.  2  to  CS-102,  Sunnydale  Sewer  Tunnel  Project,  with 
Jacobs  Project  Management  Company,  to  provide  on-going  construction 
management  services  in  support  of  the  Commission  approved  modifications  to 
Sunnydale  Auxiliary  Sewer  Tunnel  (V\/W-487)  construction  contract,  and 
authorize  the  General  Manager  to  execute  this  amendment  increasing  the 
agreement  by  $175,000,  for  a  total  not-to-exceed  agreement  amount  of 
$3,025,000,  with  no  time  extension.  (Kelly,  Jr.) 

e)  Approve  the  Assignment  and  Novation  Agreement  for  No.  CS-883D,  As  Needed 
Environmental  Review  Services;  and  authorize  the  General  Manager  to 
execute  an  Assignment  and  Novation  of  the  existing  SFPUC  Contract  from 
Winzler  &  Kelly  to  GHD  Inc.  (Kelly,  Jr.) 

f)  Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and  County  of 
San  Francisco,  a  revocable  permit  with  the  City  of  South  San  Francisco  to 
use  approximately  five  acres  of  SFPUC  land  near  South  Spruce  Street  and 
Huntington  Avenue  and  Victory  Avenue  in  South  San  Francisco  for  a  public 
bicycle  path  and  linear  park,  known  as  the  Centennial  Way  Linear  Park  and 
placement  of  a  sculpture  to  mark  its  entrance.  The  revocable  permit  replaces 
an  existing  expired  permit  with  the  City  of  South  San  Francisco  for  the  park 
use.  (Russell) 

g)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  revocable  permit  with  India  Community  Center  (ICC)  for  use  of 
SFPUC  right  of  way  property  located  in  Santa  Clara  County,  for  an  outdoor 
recreational  area  for  the  children  attending  the  ICC  Day  Camp.  (Russell) 


h)  Authorize  the  General  Manager  or  his  designee  to  execute  on  behalf  of  the  City 
and  County  of  San  Francisco,  a  revocable  permit  with  the  IHaight  Ashbury 
Neighborliood  Council  as  fiscal  sponsor  of  the  Garden  for  the  Environment  on 
SFPUC  property  at  7th  Avenue  and  Lawton  Street.  The  new  revocable  permit 
will  replace  existing  permit  number  4056  and  allow  for  the  continued  operation 
of  the  public  demonstration  garden  on  the  Property,  as  well  as  an  environmental 
education  program  provided  at  the  Property.  (Russell) 

i)  Authorize  the  General  Manager  or  his  designee  to  approve  a  lease  between 
the  City  and  County  of  San  Francisco,  through  the  SFPUC,  and  Acre  Gourmet, 
Inc.,  for  use  of  a  portion  of  the  lobby,  and  portions  of  the  basement  of  525 
Golden  Gate  Avenue  as  a  cafe  and  kitchen  and  storage  space  for  the  cafe. 
The  lease  will  have  an  initial  term  of  five  years,  and  the  Tenant  shall  have  one 
option  to  extend  the  lease  for  an  additional  term  of  three  years.  Year  one  rent 
will  be  $33,000  ($2,750  per  month),  with  a  four  percent  annual  increase. 

(Campbell) 


REGULAR  BUSINESS 


9.  Approve  revisions  to  the  schedule  and  cost  of  three  projects  being  delivered  as 
part  of  the  of  the  Water  System  Improvement  Program:  New  Irvington  Tunnel 
project  (variance  447  days),  the  Bay  Division  Pipeline  Reliability  Upgrade  - 
Pipeline  project  (variance  201  days),  and  the  Pulgas  Balancing  -  Modification  of 
the  Existing  Dechloramination  Facility  project  (variance  294  days);  Direct  staff 
to  send  a  Notice  of  Change  Report  to  the  California  Department  of  Public  Health  and 
the  California  Seismic  Safety  Commission  in  compliance  with  California  Water  Code 
Section  73502(d)(3)  and  California  Assembly  Bills  1823  and  2437.  The  total  cost 
impact  of  these  changes  is  $7,487,700  and  the  overall  program  schedule  and 
cost  remains  the  same.  (Labonte) 


10.  Approve  the  selection  of  EPC  Consultants,  Inc.,  and  award  Agreement  No.  CS- 
225R,  Seismic  Upgrade  of  Bay  Division  Pipeline  Nos.  3  &  4  at  Hayward  Fault,  to 
provide  various  project-specific  construction  management  services;  Authorize  the 
General  Manager  to  negotiate  and  execute  a  professional  services  agreement  for  an 
amount  not-to-exceed  $8,500,000,  and  with  a  duration  of  three  years  and  four 
months.  (Labonte) 

1 1  .Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2629,  Seismic 
Upgrade  of  Bay  Division  Pipeline  Nos.  3  &  4  at  the  Hayward  Fault,  in  the 
amount  of  $31,320,000,  and  for  a  contract  duration  of  825  consecutive  calendar 
days,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Steve  P.  Rados, 
Inc.  (Labonte) 


12.  Approve  Amendment  No.  2  to  CS-898,  New  Diversion  Dam  Road  Bridge 
Upgrade  with  Jones  and  Stokes,  in  order  to  add  ttie  completion  of  the  Alameda 
Watershed  Habitat  Conservation  Plan  to  provide  coverage  for  water  supply  system 
and  land  management  operations  and  maintenance,  including  the  preparation  of 
applications  for  regulatory  permits/approvals,  mitigation,  monitoring  and  reporting 
plans  which  includes  bridge  maintenance;  and  authorize  the  General  Manager  to 
execute  this  amendment  increasing  tlie  agreement  by  $584,000  for  a  total  not-to- 
exceed  agreement  amount  of  $1 ,034,000,  and  with  a  time  extension  of  two 
years  for  a  total  contract  duration  of  seven  years  and  one  month.  (Ritchie) 

13.  Authorize  the  General  Manager  to  execute  Grant  agreements  with  applicants  for 
the  Non-potable  Water  Program  on  behalf  of  the  SFPUC.  The  purpose  of  these 
grants  is  to  offset  the  use  of  potable  water  by  either  replacing  40%  of  total  water  use 
or  replacing  all  water  used  for  toilet  flushing,  through  the  collection,  treatment  and 
reuse  of  alternate  water  sources  in  commercial,  residential  and  industrial  buildings. 
Funding  of  $500,000  is  available  in  FY  12/13  for  this  program.  (Ritchie) 

14.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
an  Option  Agreement  to  sell  6.4  acres  of  real  estate  located  near  Whisman  and 
Tyrella  Avenue  in  Mountain  View  to  KMJ  Urban  Communities,  LLC  for  $8.1  million. 

(Russell) 

15.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 

16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION 

THE  PUBLIC  UTILITIES  WILL  GO  INTO  CLOSEDS  SESSSION  TO  DISCUSS  THE 
FOLLOWING  ITEMS: 

1 7.  Conference  with  Real  Property  Negotiator  pursuant  to  Government  Code  Section 
54956.8  and  Administrative  Code  Section  67.8(a)  (2) : 

Property:  1550  Evans  and  330  New ti all  Streets  in  San  Francisco. 

Persons  Negotiating: 

SFPUC:  l\/lichael  Carlin  and  Rosanna  S.  Russell 

Property  Owner:  3"^  and  Evans,  LLC,  a  California  limited  liability  company 
Under  Negotiation:  Acquisition  Price  and  Terms  of  Payment 


FOLLOWING  THE  CLOSED  SESSION,  THE  PUBLIC  UTILITIES  COMMISSION  WILL 
RECONVENE  IN  OPEN  SESSION 

18.  Announcement  following  closed  session 

19.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

20.  Other  new  business 
ADJOURNMENT 
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Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood(a)sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotfiSisfqov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.ofq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the 
meeting  room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other 
similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.orq/ethics. 
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ORDER  OF  BUSINESS: 


1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:36  PM. 

2.  Roll  Call 

Present:  Anson  Moran,  Art  Torres,  and  Vince  Courtney 

3.  Approval  of  Minutes  of  May  22,  2012 

On  motion  to  approve  the  minutes  of  May  22,  2012 
ADOPTED:  AYES:  Moran,  Torres,  and  Courtney. 

4.  Public  Comment 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

•  No  Public  Comment 

5.  Communications 

a)  Letter  Summary 

b)  Advance  Calendar 

President  Moran  noted  that  the  July  10,  2012  meeting  will  be  an  all  day, 
off-site  workshop. 

c)  Hetch  Hetchy  Capital  Improvement  Programs  Preliminary  Quarterly  Report 
(January  2012  -  March  2012) 

d)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report  (January 
2012 -March  2012) 

e)  Urban  Watershed  Framework  Report 

Public  Comment 

•  Victoria  Duong,  representing  Clean  Water  Action,  stated  that  a  letter  had 
been  sent  to  the  Commission  from  multiple  signers  in  support  of  the  Urban 
Watershed  Framework  Report. 

6.  Other  Commission  Business 

President  Moran  reported  that  the  recruitment  for  the  General  Manager  had  opened 
and  will  remain  open  until  June  29,  2012. 

Commissioner  Vietor  arrived  at  1 :42  PM 

7.  Report  of  the  General  Manager 

a)  Certificate  of  Honor.  Ms.  Estela  Tarano 

The  Commission  presented  Ms.  Estela  Tarano  with  a  Certificate  of  Honor  in 
recognition  for  her  five  years  of  sen/ice  on  the  Small  Firm  Advisory  Council 

Commissioner  Caen  arrived  at  1 :48  PM 

b)  Legislative  Update 
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Ms.  Radhika  Fox  provided  a  brief  update  on  tlie  status  of  legislative  priorities  at 
the  federal,  local  and  state  levels, 
c)  525  Golden  Gate  Update 

Mr  Carlin  provided  an  update  on  the  status  of  construction  and  the  staff  move 
timeline. 

Public  Comment 

•    No  Public  Comment 

THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF 
PUBLIC  UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
1155  Market  Street,  lf^  Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165, 
Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  Items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Consent  Calendar  and  considered  as  a  separate 
item. 

a)  Accept  work  performed  by  D'Arcy  &  Harty  Construction,  Inc.,  for  Contract  No. 
WW-479,  21st/23rd/24th/Hampshire/York/Utah  Streets  and  San  Bruno 
Avenue  Sewer  Replacement,  for  a  total  contract  amount  of  $1 ,768,638;  and 
with  a  contract  duration  of  170  consecutive  calendar  days;  and  authorize 

final  payment  to  the  contractor.  (Resolution  No.  12-0093) 

b)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-506, 
McLaren/lngleside/Excelslor/Mt.  Davidson  Districts  Sewer  Replacement 
and  Pavement  Renovation,  In  the  amount  of  $1,954,976  (of  which  $1,371,595 
Is  funded  by  WWE  and  $583,382  is  funded  by  DPW);  and  with  a  contract 
duration  of  210  consecutive  calendar  days,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  D'Arcy  &  Harty  Construction.  (Resolution  No. 
12-0094) 

c)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2612,  8- 
inch  Ductile  Iron  Main  Installation  in  Florida  Street  from  16'"  Street  to  26*'' 
Street,  in  the  amount  of  $1 ,290,865,  with  a  contract  duration  of  330 
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consecutive  calendar  days,  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  J.  Flores  Construction  Company,  Inc.  (Resolution  No.  12-0095) 

d)  Approve  Amendment  No.  2  to  CS-102,  Sunnydale  Sewer  Tunnel  Project,  with 
Jacobs  Project  Management  Company,  to  provide  on-going  construction 
management  services  in  support  of  the  Commission  approved  modifications  to 
Sunnydale  Auxiliary  Sewer  Tunnel  (WW-487)  construction  contract,  and 
authorize  the  General  Manager  to  execute  this  amendment  increasing  the 
agreement  by  $175,000,  for  a  total  not-to-exceed  agreement  amount  of 
$3,025,000,  with  no  time  extension.  (Resolution  No.  12-0096) 

e)  Approve  the  Assignment  and  Novation  Agreement  for  No.  CS-883D,  As  Needed 
Environmental  Review  Services;  and  authorize  the  General  Manager  to 
execute  an  Assignment  and  Novation  of  the  existing  SFPUC  Contract  from 
Winzler  &  Kelly  to  GHD  Inc.  (Resolution  No.  12-0097) 

f)  Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and  County  of 
San  Francisco,  a  revocable  permit  with  the  City  of  South  San  Francisco  to 
use  approximately  five  acres  of  SFPUC  land  near  South  Spruce  Street  and 
Huntington  Avenue  and  Victory  Avenue  in  South  San  Francisco  for  a  public 
bicycle  path  and  linear  park,  known  as  the  Centennial  Way  Linear  Park  and 
placement  of  a  sculpture  to  mark  its  entrance.  The  revocable  permit  replaces 
an  existing  expired  permit  with  the  City  of  South  San  Francisco  for  the  park 
use. 

g)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  revocable  permit  with  India  Community  Center  (ICC)  for  use  of 
SFPUC  right  of  way  property  located  in  Santa  Clara  County,  for  an  outdoor 
recreational  area  for  the  children  attending  the  ICC  Day  Camp. 

h)  Authorize  the  General  Manager  or  his  designee  to  execute  on  behalf  of  the  City 
and  County  of  San  Francisco,  a  revocable  permit  with  the  Haight  Ashbury 
Neighborhood  Council  as  fiscal  sponsor  of  the  Garden  for  the  Environment  on 
SFPUC  property  at  7th  Avenue  and  Lawton  Street.  The  new  revocable  permit 
will  replace  existing  permit  number  4056  and  allow  for  the  continued  operation 
of  the  public  demonstration  garden  on  the  Property,  as  well  as  an  environmental 
education  program  provided  at  the  Property. 

i)  Authorize  the  General  Manager  or  his  designee  to  approve  a  lease  between 
the  City  and  County  of  San  Francisco,  through  the  SFPUC,  and  Acre  Gourmet, 
Inc.,  for  use  of  a  portion  of  the  lobby,  and  portions  of  the  basement  of  525 
Golden  Gate  Avenue  as  a  cafe  and  kitchen  and  storage  space  for  the  cafe. 
The  lease  will  have  an  initial  term  of  five  years,  and  the  Tenant  shall  have  one 
option  to  extend  the  lease  for  an  additional  term  of  three  years.  Year  one  rent 
will  be  $33,000  ($2,750  per  month),  with  a  four  percent  annual  increase. 
(Resolution  No.  12-0098) 
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Commissioner  Courtney  requested  that  Consent  Items  8f,  8g,  and  8h  be  pulled  and 
placed  on  the  June  26,  2012  agenda. 

President  Moran  requested  that  Consent  Item  Si  be  pulled.  He  asked  staff  for  and 
received  clarification  about  the  competitive  process.  Commissioner  Caen  asked  if  the 
lease  rate  was  competitive,  to  which  Mr.  Carlin  stated  it  was. 

Public  Comment 

•  No  Public  Comment 

On  motion  to  approve  Consent  Items  8f,  8g,  and  8h: 
ADOPTED:  AYES:  Moran,  Torres,  and  Courtney 

On  motion  to  approve  Consent  Item  Si: 

ADOPTED:  AYES:  Moran,  Torres,  and  Courtney 

REGULAR  BUSINESS 

9.  Approve  revisions  to  the  schedule  and  cost  of  three  projects  being  delivered  as 
part  of  the  of  the  Water  System  Improvement  Program:  New  Irvington  Tunnel 
project  (variance  447  days),  the  Bay  Division  Pipeline  Reliability  Upgrade  - 
Pipeline  project  (variance  201  days),  and  the  Pulgas  Balancing  -  Modification  of 
the  Existing  Dechloramination  Facility  project  (variance  294  days);  Direct  staff 
to  send  a  Notice  of  Change  Report  to  the  California  Department  of  Public  Health  and 
the  California  Seismic  Safety  Commission  in  compliance  with  California  Water  Code 
Section  73502(d)(3)  and  California  Assembly  Bills  1823  and  2437.  The  total  cost 
impact  of  these  changes  is  $7,487,700  and  the  overall  program  schedule  and 
cost  remains  the  same.  (Resolution  No.  12-0099) 

Ms.  Julie  Labonte  gave  a  presentation  on  proposed  revisions  to  the  WSIP. 

Public  Comment 

•  Mr.  Art  Jensen,  stated  that  BAWSCA  recommends  approval  of  the  proposed 
schedule  changes,  and  recommends  that  the  cost  impacts  be  included  in 
subsequent  reports  to  the  Commission. 

•  California  Watershed  Posse  sent  an  email  expressing  their  concems  about 
security  and  fire  safety  issues  surrounding  the  SFPUC  watershed. 

On  motion  to  approve  Item  9: 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietorand  Courtney 

Items  10  and  11  called  together. 

10.  Approve  the  selection  of  EPC  Consultants,  Inc.,  and  award  Agreement  No.  CS- 
225R,  Seismic  Upgrade  of  Bay  Division  Pipeline  Nos.  3  &  4  at  Hayward  Fault,  to 

provide  various  project-specific  construction  management  services;  Authorize  the 
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General  Manager  to  negotiate  and  execute  a  professional  services  agreement  for  an 
amount  not-to-exceed  $8,500,000,  and  with  a  duration  of  three  years  and  four 
months.  (Resolution  No.  12-0100) 

11.  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2629,  Seismic 
Upgrade  of  Bay  Division  Pipeline  Nos.  3  &  4  at  the  hiayward  Fault,  in  the 
amount  of  $31,320,000,  and  for  a  contract  duration  of  825  consecutive  calendar 
days,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Steve  P.  Rados, 
Inc.  (Resolution  No.  12-0101) 

Ms.  Julie  Labonte  introduced  items  10  and  1 1  and  noted  tliat  moving  the  critical  seismic 
project  into  construction  was  a  milestone,  and  indicated  the  bid  was  $23M  under  the 
baseline  budget. 

Public  Comment 

•  No  Public  Comment 

On  motion  to  approve  Items  10  and  11: 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor  and  Courtney 

12.  Approve  Amendment  No.  2  to  CS-898,  New  Diversion  Dam  Road  Bridge 
Upgrade  with  Jones  and  Stokes,  in  order  to  add  the  completion  of  the  Alameda 
Watershed  Habitat  Conservation  Plan  to  provide  coverage  for  water  supply  system 
and  land  management  operations  and  maintenance,  including  the  preparation  of 
applications  for  regulatory  permits/approvals,  mitigation,  monitoring  and  reporting 
plans  which  includes  bridge  maintenance;  and  authorize  the  General  Manager  to 
execute  this  amendment  increasing  the  agreement  by  $584,000  for  a  total  not-to- 
exceed  agreement  amount  of  $1,034,000,  and  with  a  time  extension  of  two 
years  for  a  total  contract  duration  of  seven  years  and  one  month.  (Resolution  No. 
12-0102) 

Mr  Steve  Ritchie  described  the  amendment  and  stated  it  is  a  critical  environmental  step 
to  ensure  the  SFPUC  can  operate  the  facilities  that  are  developed  in  the  Alameda 
Watershed. 

Public  Comment 

•  No  Public  Comment 

On  motion  to  approve  Item  12: 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor  and  Courtney 

13.  Authorize  the  General  Manager  to  execute  Grant  agreements  with  applicants  for 
the  Non-potable  Water  Program  on  behalf  of  the  SFPUC.  The  purpose  of  these 
grants  is  to  offset  the  use  of  potable  water  by  either  replacing  40%  of  total  water  use 
or  replacing  all  water  used  for  toilet  flushing,  through  the  collection,  treatment  and 
reuse  of  alternate  water  sources  in  commercial,  residential  and  industrial  buildings. 
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Funding  of  $500,000  is  available  in  FY  12/13  for  this  program.  (Resolution  No. 
12-0103) 

Mr.  Steve  Ritchie  briefly  described  the  program  and  noted  the  water  savings  that  would 
be  achieved. 

Public  Comment 

•  Mr  Peter  Drekmeier,  Tuolumne  River  Trust,  stated  the  Program  was 
innovative  and  demonstrated  how  water  can  be  conserved  and  reused.  He 
expressed  concerns  about  the  proposed  water  transfer  and  its  timing. 

•  June  Weintraub,  Senior  Epidemiologist,  San  Francisco  Department  of  Public 
Health  indicated  she  has  been  working  with  SFPUC  staff  on  the  project  and 
stated  that  the  Health  Commission  would  soon  be  considering  a  resolution  in 
support  of  the  Health  Department's  participation  in  the  development  of  the 
program. 

•  Letter  in  support  of  the  ordinance  received  from  SPUR. 

On  motion  to  approve  Item  13: 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor  and  Courtney 

14.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
an  Option  Agreement  to  sell  6.4  acres  of  real  estate  located  near  Whisman  and 
Tyrella  Avenue  in  Mountain  View  to  KMJ  Urban  Communities,  LLC  for  $8.1  million. 

(Resolution  No.  12-0104) 

Mr  Carlin  introduced  the  item  for  consideration,  under  the  terms  and  conditions  as 
previously  directed  by  the  Commission. 

Public  Comment 

•  No  Public  Comment 

On  motion  to  approve  Item  14: 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor  and  Courtney 

15.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 

Public  Comment: 

•  No  public  comment. 

16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  to  Assert  Attorney  Client  Privilege: 

AYES:  Moran,  Torres,  Caen,  Vietor  and  Courtney 

18.  Announcement  following  closed  session 
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President  Moran  stated  that  the  Commission  directed  staff  on  item  1 7. 

19.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

On  Motion  to  NOT  TO  DISCLOSE: 

AYES:  Moran,  Torres,  Caen,  Vietor  and  Courtney 

20.  Other  new  business. 
ADJOURNMENT:  2:32  PM 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0093 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE) 
Renewal  and  Replacement  (R&R)  Program-flinded  Contract  No.  WW-479  21st/23rd/24th/ 
Hampshire/YorkAJtah  Streets  and  San  Bruno  Avenue  Sewer  Replacement,  by  the  contractor 
D'Arcy  &  Harty  Constmction,  Inc.;  and 

WHEREAS,  On  March  22,  201 1,  by  Resolution  No.  1 1-0044,  this  Commission  awarded 
Contract  No.  WW-479,  21st/23rd/24th/Hampshire/YorkAJtah  Streets  and  San  Bruno  Avenue 
Sewer  Replacement,  in  the  amount  of  $1,804,525  to  the  lowest,  qualified  responsible  and 
responsive  bidder,  D'Arcy  &  Harty  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  May  9  201 1 
with  an  original  schedule  of  190  consecutive  calendar  days,  and  the  contract  work  was 
completed  in  170  consecutive  calendar  days  on  October  25,  201 1;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,804,525  and  the  original  contract 
duration  was  190  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  ($35,887),  to  accoum  for  actual  labor  and 
materials  required  to  complete  the  work  under  bid  item  allowances,  decreasing  the  contract 
amount  to  $1,768,638  and  with  a  time  reduction  of  20  consecutive  calendar  days,  decreasing  the 
contract  duration  to  170  consecutive  calendar  days;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  substanfially  comply  with  the 
submitted  Human  Rights  Commission  (HRC)  subcontracting  goal  of  20.2%  Local  Business 
Enterprise  (LBE)  participafion  for  this  project.  The  contractor  was  only  able  to  utilize  a  LBE 
participation  of  19/61%  due  to  a  decrease  in  the  HRC  subcontractors'  work  scope  due  to  the 
decision  by  the  City  to  self-perform  curb-to-curb  paving  on  Hampshire  and  York  Streets, 
deletion  of  manholes  that  were  not  needed  based  on  the  actual  site  condifions,  and  a  reduction  in 
the  amount  of  trucking  required  after  it  was  discovered  that  a  large  amount  of  existing  backfill 
could  be  re-used;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS25,  21st/23rd/24th/ 
Hampshire/York/Utah  Streets  and  San  Bruno  Avenue  Sewer  Replacement;  now,' therefore,  be  it 


i 
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RESOLVED  That  this  Commission  hereby  accepts  work  performed  by  D'Arcv  &  Hartv 
Constructton.  Inc.  for  WWE,  R&R  Program-funded  Contract  No  WW-479  2l7u^r^^^, 

^z'o7;?r6'^  iTr,'r< RepiacemZ^r^'rix 


Secretary,  Public  Utilities  Commission 


A 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0094 


WHEREAS    Wastewater  Enterprise  (WWE),   Renewal  and  Replacement  (R&R) 
Program-funded  and  Department  of  Public  Works  (DPW)  Pavement  Renovation  Program 
funded  Contract  No.  WW-506,  McLaren/Ingleside/Excelsior/Mt.  Davidson  Districts  sTw" 
Replacement  and  Pavement  Renovation  was  advertised  on  March  9,  2012;  and 

renhre  fh^^.^f '  ^"^^^^'^  Estimate  is  $2,345,900  for  this  construction  contract  work  to 
replace  the  existmg  sewers  and  street  pavemem  from  curb  to  curb  on  various  streets  in  the 
McLaren/Ingleside/Excelsior/Mt.  Davidson  Districts  of  the  City  and  County  of  srFrLdsco; 

WHEREAS,  The  contract  duration  is  2 1 0  consecutive  calendar  days;  and 

WHEREAS,  On  May  3,  2012,  under  the  delegation  agreemem  between  the  San  Francisco 
P^annmg  Departmem  and  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  hS 
McLaren/Ingleside/Excelsior/Mt.   Davidson   Districts   Sewer   Replacement   and   Pav  mfn 
Renovation  project  was  determined  to  be  statutorily  exempt  under  California  EnvironmS 
Quality  Act  Section  1 5282(k)  and  Public  Resources  Code  Section  21080.21;  a^  ^"^•'^""^^"^^^ 

WHEREAS,  Six  bids  were  received  and  opened  publicly  on  April  1 2,  20 1 2;  and 
WHEREAS    San  Francisco  Public  Utilities  Commission  staff  and  Human  Rights 
Commission  (HRC)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness  amd 
app hcation  of  bid  preferences  resulted  in  the  establishmem  of  D'Arcy  &  Harty  Construction  as 
the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  18%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

with  fJv^^n^'  J^'/"™-  ^^'"^  ^'^^''^"'^  ^  SFPUC  must  be  in  compliance 

with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 

K  L    f    K  ^"hin  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 

bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
tTe^'ciranV''^''"'      ''''^  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 

WHEREAS     Funds    are    available    from    PUC    Project    No.  CWWRNRCS15 

?^TR  ntpfi'.^^^^^^^  ^'^'^'^'^  ^^^^^  Replacement  and  DPW  Project  No.' 

CSTR11SR7038,  McLaren/Ingleside/Excelsior/Mt.  Davidson  Districts  Pavement  Renovation- 


I 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Program-funded  and  DPW  Pavement  Renovation  Program-funded  Contract 
No.  WW-506,  McLaren/  Ingleside/Excelsior/Mt.  Davidson  Districts  Sewer  Replacement  and 
Pavement  Renovation,  in  the  amount  of  $1,954,976  (of  which  $1,371,595  is  funded  by  WWE 
and  $583,382  is  funded  by  DPW),  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
D'Arcy  &  Harty  Construction. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  12.  2012  


Secretary,  Public  Utilities  Commission 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0095 

Contracf™  WD-26n^^^^^^^^  Local  Co  e/oistribution  System  Project-fbnded 

to  26'^  Street  was^a dvInS^^^^^^^^^^  -  '^^ri,.  Street  from  16^^  Street 

$l,500,o'^™s;o'n'st^^^^^^^  Engineer's  Estimate  is 

pipe  and  ancillary  semceX  and  "       approximately  6,200  feet  of  ductile  iron 

WHEREAS,  The  contract  duration  is  330  consecutive  calendar  days;  and 

WHEREAS,  Project  No.  CUW26001 40  WD-9fil 9  8  innj.  r>   .-i  t 
in  Florida  Street  From  16''  Street  to  jJ'Zf    ^^/^'^  8-mch  Ductile  Iron  Mam  Installation 

Class  1  Categorica  Tx  mpd^n  under  th.^^^^^^^       p''"™^"'"^        categorically  exempt  as  a 
«:a„  V      ■  ^  '  ,     iixemption  under  the  California  Environmental  Oualitv  Act  (CPn  a  ^  k,  ,u 
San  Francisco  Planning  Department  on  January  3,  2012;  and  ^  ^ 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  April  1 9  2012-  and 

Rights  c™tn\HRQ^^^^^^^^  (S^C)  staff  and  Human 

and  application  of  bid  prefereres  resulted  i^thr  f  K,  ."'"  '"^^Pf  ^^^ility,  responsiveness 
Company,  Inc.  as  the  lowLt,  JalS:d::^^^^^^^^^^  Construction 

partic  JiSafbe^^^^^^^^^  '^'^  Business  Enterprise  (LBE) 

with  the'^fuaTefn;^^^^^^^^^  -st  be  m  compliance 

i^d^^i:^L^ir^^.r;S 

;;^2.esponsi£e  and  ^5^::^^ ,  ^f^Si^^  ~ 

r>   .  r  y™.^.^^'  ^""''^        available  from  Project  No.  CUW2600140  wn?Ai9  »  •  u 
Ductile  Iron  Mam  Installation  in  Florida  Street  From  16'^  Street  to  26'  strLt  anr 

specific^™  alirS  Entlrt :  L  ^"it'^"  ''''''  ~ 
funded  ContracTNo  WD  76n  8  •  Conveyance/Distribution  System  Project- 

Street  to y  t^eet,Tn  ;  f  am^^^^^^^^^^  ^  ^'^^^  Street  from^6'^ 

responsive  bidder,  J.  noresConTuctionS^^^  ^"^""^'''^  ^"'^ 

SecrefarK,  PaMc  iyf/y/f/es  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0096 


WHEREAS,  On  January  12,  2010,  this  Commission  awarded  Agreement  No.  CS-102, 
Sunnydale  Sewer  Tunnel,  and  authorized  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  to  negotiate  and  execute  a  professional  services  agreement,  in  the  amount 
of  $2,500,000,  and  with  a  term  of  three  years,  concluding  on  March  31,  2013,  with  Jacobs 
Project  Management  Company;  and 

WHEREAS,  Amendment  No.  1  was  issued  for  $350,000  to  provide  on-going 
construction  management  services  for  the  Sunnydale  Auxiliary  Sewer  Project  (WW-487) 
construction  contract,  increasing  the  total  not-to-exceed  agreement  amount  to  $2,850,000;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  for  $175,000  to  provide  additional 
construction  management  services  for  the  completion  of  the  Sunnydale  Auxiliary  Sewer  Project 
(WW-487)  construction  contract  because  1)  the  current  micro-tunneling  efforts  encountered 
differing  soil  conditions,  which  increased  the  amount  and  duration  of  inspection  labor  needed;  2) 
the  project  team  was  required  by  City  Planning  to  provide  additional  web-based  public 
information,  as  mitigation  resulting  from  the  discovery  of  two  archeological  objects  (ships) 
during  excavation;  and  3)  the  project  team  enhanced  public  outreach  for  the  project  by  providing 
additional  project  updates  to  the  general  public  and  to  area  businesses,  increasing  the  total  not-to- 
exceed  agreement  amount  to  $3,025,000;  and 

WHEREAS,  A  Human  Rights  Commission  (HRC)  sub  consulting  goal  of  9%  Local 
Business  Enterprise  (LBE)  participation  (of  the  total  value  of  services  to  be  provided)  has  been 
established  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  CENMSCIC23; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to 
Infrastructure  Division  Agreement  No.  CS-102,  Sunnydale  Sewer  Tunnel  Project,  with  Jacobs 
Project  Management  Company  to  provide  additional  construction  management  services  in 
support  of  the  Sunnydale  Auxiliary  Sewer  Tunnel  project  (WW-487)  construction  contract,  and 
authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  this 
amendment,  increasing  the  agreement  by  $175,000,  for  a  total  agreement  amount  of  $3,025,000. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  12,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0097 


M..H.hT^-^^^'  °f  Commission  awarded  Agreement  No  CS-883D  As 

Needed  Environmental  Review  Services,  and  authorized   the  General  Manager  to  execme  a 

-easJ^S^LSa^^^ 

sZTan^^iCsI^^^^^  —  addit.ore~  t^a^ 

^"A    •  I"  comiection  with  the  sale  of  Winzler  and  Kelly   the  Contractor 

(Assignor  )  has  requested  a  consent  to  an  Assignment  and  Novation  to  GHD       (' A^^^^^^^^^^^ 

and  effeX^tWo!L!t  "'^^"^^  ~  - 

authon7^?i2  r^^°'  Commission  hereby  approves  the  terms  and  conditions  and 

authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  executed 
Assigmnent  and  Novation  Agreement  in  a  form  approved  by  the  City  Attorney 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilitie<; 
Commission  at  its  meeting  of  June  12  201?  utilities 


Secretary,  Public  Utilities  Commission 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0098 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  constructing  a 
new  13-floor  office  building  (the  Building)  at  525  Golden  Gate  Avenue  in  San  Francisco, 
California  (the  Project);  and 

WHEREAS,  The  Commission  desires  to  include  a  cafe  in  the  Building  to  provide  food, 
beverage,  and  catering  services  for  SFPUC  employees  and  visitors;  and 

WHEREAS,  The  SFPUC  issued  a  Request  for  Proposals  seeking  proposals  for  the 
services  of  a  food  service  company  to  manage  and  operate  the  cafe  ,  and  out  of  the  five  proposals 
received.  Acre  Gourmet,  Inc.  (Tenant)  scored  the  highest;  and 

WHEREAS,  The  SFPUC  is  willing  to  provide,  and  Tenant  is  willing  to  accept  a  lease  for 
space  in  the  Building  for  operation  of  such  a  cafe,  and  SFPUC  staff  have  negotiated  a  proposed 
lease  (Lease)  with  Tenant;  and 

WHEREAS,  The  proposed  Lease  provides  for  Tenant's  use  of  a  portion  of  the  lobby  and 
portions  of  the  basement  of  the  Building  for  non-exclusive  use  as  the  Cafe,  for  an  initial  term  of 
five  years,  with  an  option  to  extend  the  initial  term  for  three  years,  for  a  monthly  base  rent  of 
$2,750.00,  which  amount  shall  increase  each  Lease  Year  per  the  schedule  included  in  Secfion  1 
of  the  Lease,  "Basic  Lease  Information";  and 

WHEREAS,  An  Environmental  Impact  Report  (EIR)  was  prepared  for  the  Project;  and 

WHEREAS,  The  San  Francisco  Planning  Commission  certified  the  Final  EIR  (FEIR)  on 
February  15,  2001  by  Motion  No.  16092;  and 

WHEREAS,  On  April  11,  2006,  the  SFPUC,  by  Resolution  No.  06-0058,  approved  the 
Project  and  adopted  findings  (CEQA  findings)  and  a  Mifigation  Monitoring  and  Reporting 
Program  required  by  the  California  Environmental  Quality  Act  (CEQA);  and 

WHEREAS,  The  San  Francisco  Planning  Department  issued  two  subsequent 
Determinations  of  Final  EIR  Validity,  dated  August  21,  2007,  and  June  3,  2009,  and  an 
Addendum  to  Environmental  Impact  Report  dated  December  15,  2010  (collecfively.  Subsequent 
Determinations),  confirming  that  design  changes  would  cause  no  new  significant  impacts  beyond 
those  previously  idenfified  in  the  EIR  and  no  new  mitigation  measures  would  be  necessary  to 
reduce  significant  impacts;  and 

WHEREAS,  The  Project  files,  including  the  FEIR,  Subsequent  Determinations  and 
SFPUC  Resolufion  No.  06-0058,  have  been  made  available  for  review  by  the  SFPUC  and  the 
public  and  those  files  are  part  of  the  record  before  this  Commission;  and 

WHEREAS,  The  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FEIR,  the  CEQA  findings  contained  in  SFPUC  Resolution  No.  06-0058  and  all  written  and 
oral  informafion  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies, 
SFPUC  and  other  experts  and  the  administrative  files  for  the  Project;  now,  therefore,  be  it 


RESOLVED,  The  Commission  has  reviewed  and  considered  the  FEIR  and  record  as  a 
whole,  finds  that  the  FEIR  is  adequate  for  its  use  as  the  decision-making  body  for  the  action 
taken  herein  authorizing  the  execution  of  the  Lease  and  incorporates  the  CEQA  findings 
contained  in  Resolution  No.  06-0058,  including  the  Statement  of  Overriding  Considerations,  by 
this  reference  thereto  as  though  set  forth  in  this  Resolution;  and  be  it 

FURTHER  RESOLVED,  The  Commission  further  finds  that  since  the  FEIR  was 
finalized,  there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FEIR  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  idenfified  significant 
environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant  impacts, 
and  there  is  no  new  information  of  substantial  importance  that  would  change  the  conclusions  set 
forth  in  the  FEIR;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  Lease  between  the 
SFPUC  and  Tenant  and  authorizes  the  General  Manager  or  his  designee  to  execute  the  Lease  in 
substantially  the  same  form  presented  to  this  Commission,  with  such  modifications  that  the 
General  Manger  or  his  designee  determines,  in  consultation  with  the  City  Attorney  are  in  the  best 
interest  of  the  City,  do  not  otherwise  materially  increase  the  obligations  or  liabilities  of,  or 
diminish  the  benefits  to,  the  City,  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent 
of  the  Lease  or  this  Resolution  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager,  and/or 
his  designee,  to  take  any  and  all  other  steps  they  or  the  City  Attorney  deem  necessary  and 
advisable  to  effectuate  the  purpose  and  intent  of  this  Resolution. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of_  June  12,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0099 


WHEREAS,  On  May  28,  2002,  per  Resolution  No.  02-0101,  this  Commission  approved  a 
Long-rerm  Strategic  Plan  for  Capital  Improvements,  a  Long-Range  Financial  Plan  and  a  Capital 
Improvement  Program  (CIP);  and 

WHEREAS,  On  November  5,  2002,  San  Francisco  residents  voted  to  approve 
Proposition  A  (Water  System  Improvement  Revenue  Bonds  and  Imposition  of  Surcharge  on 
Retail  Water  Customers),  a  revenue  bond  measure  to  fund  the  CIP  approved  by  the  Commission 
on  May  28,  2002;  and 

n-ii  /Am^fo^"^^'  ^^^"^^^y  26,  2003,  pursuant  to  the  requirements  of  California  Assembly 
Bill  (AB)  1823,  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  submitted  to  the 
California  Department  of  Health  Services  (now  the  California  Department  of  Public  Health)  a 
report  outlining  the  projects,  schedule  and  implementation  plan  for  the  CIP;  and 

r^m^^A^.^^'  29,  2005  this  Commission  approved  project-level  changes  to 

the  CIP  and  by  doing  so  endorsed  the  revised  scope,  schedule  and  budget  of  individual  projects 
and  renamed  the  program  the  Water  System  Improvement  Program  ("December  2005  WSIP"V 
and  ^' 

M7em™i?'^^'  ^"  f"^bruary  26,  2008  this  Commission  approved  project-level  changes  to 
he  WSIP  and  by  doing  so  endorsed  the  revised  scope,  schedule  and  budget  of  individual  projects 
("December  2007  Revised  WSIP");  and 

M/cro  /J^^To^^l'  ^  ^'"^^  Programmatic  Environmental  Impact  Report  was  prepared  for  the 
WMP  (  PblR  )  and  certified  by  the  Planning  Commission  on  October  30,  2008  by  Motion  No 
17734,  and  thereafter,  this  Commission  approved  the  WSIP  and  adopted  findings  and  a 
Mitigation  Monitoring  and  Reporting  Program  (MMRP),  as  required  by  the  California 
Environmental  Quality  Act  (CEQA)  on  October  30,  2008  per  Resolution  No.  08-0200;  and 

u;crD  J^ly  28,  2009,  this  Commission  approved  project-level  changes  to  the 

r      frinl       !  '°  '^^^'^'^  ''^'^P^'  ''^^^'^^'^       budget  of  individual  projects 

(  June  2009  Revised  WSIP");  and 

.vcTD  "^^^^^^^  ^"  -^"^^  Commission  approved  project-level  changes  to  the 

i'^'''"^  '°  endorsed  the  revised  scope,  schedule  and  budget  of  individual  projects 
("June  2011  Revised  WSIP");  and 

WHEREAS,  The  Project  files,  including  the  PEIR  and  SFPUC  Resolution  No  08-0200 
have  been  made  available  for  review  by  the  SFPUC  and  the  public,  and  those  files  are  part  of  the 
record  before  this  Commission;  and 

WHEREAS,  The  Commission  has  reviewed  and  considered  the  information  contained  in 
the  PEIR  and  the  findings  contained  in  SFPUC  Resolution  No.  08-0200  and  all  written  and  oral 
information  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies  SFPUC 
and  other  experts  and  the  administrative  files  for  the  Project;  and 

WHEREAS,  The  SFPUC  has  completed  environmental  review  of  the  majority  of  the 
individual  WSIP  projects,  and  is  proceeding  to  complete  the  environmental  review  process  for 
the  remainder  of  the  projects,  as  authorized  by  and  in  accordance  with  CEQA;  and 


WHEREAS,  Periodic  adjustments  in  a  large  capital  program  such  as  the  WSIP  are 
required  to  incorporate  the  latest  available  information,  including  unforeseen  field  conditions  and 
challenges,  project  scope  changes,  risk  mitigation  measures  and  value  engineering  proposals;  and 

WHEREAS,  On  October  27,  2009,  per  Resolution  No.  09-0181,  this  Commission 
approved  the  award  of  Contract  No.  WD-2541,  Bay  Division  Pipeline  (BDPL)  No.  5  -  East  Bay 
Reaches;  and  on  October  11,  2011,  per  Resolution  No.  11-0172,  this  Commission  approved  an 
additional  increase  in  the  previously  approved  cost  contingency  in  the  amount  of  $13,918,197  for 
Contract  No.  WD-2541,  authorized  the  General  Manager  to  consider,  and  if  appropriate,  to 
approve  modifications  to  the  contract  for  a  total  contract  amount  up  to  $89,671447,  and  approved 
a  $13,918,197  increase  in  the  approved  June  201 1  Revised  WSIP  budget  for  Project  CUW36802, 
BDPL  Reliability  Upgrade  -  Pipeline;  and 

WHEREAS,  On  December  8,  2009,  per  Resolution  No.  09-0204,  this  Commission 
approved  the  award  of  Contract  No.  WD-2542,  BDPL  No.  5  -  Peninsula  Reaches,  and  on 
December  13,  2011,  per  Resolution  No.  11-0193,  this  Commission  approved  the  award  of 
Contract  No.  WD-2665,  BDPL  No.  5  Cordilleras  Micro-Tunnel;  and 

WHEREAS,  On  June  8,  2010,  per  Resolution  No.  10-0095,  this  Commission  approved 
the  award  of  Contract  No.  WD-2581,  New  Irvington  Tunnel,  and  on  December  13,  2011,  per 
Resolution  No.  11-0192,  this  Commission  authorized  the  General  Manager  to  consider,  and  if 
appropriate,  to  approve  modifications  to  Contract  No.  WD-2581,  with  cumulative  time 
extensions  greater  than  10  percent  of  the  original  contract  duration  but  not  exceeding  400  total 
additional  consecutive  calendar  days  (139  of  those  days  equal  10  percent  of  the  original  contract 
duration),  for  a  total  revised  contract  duration  of  1,790  consecutive  calendar  days;  and 

WHEREAS,  On  August  10,  2010,  per  Resolution  No.  10-0143,  the  Commission 
approved  the  award  of  contract  No.  WD-2607,  Pulgas  Balancing  -  Modification  of  the  Existing 
Dechloramination  Facility;  and 

WHEREAS,  The  following  revisions  to  the  schedule  and  budget  of  the  New  Irvington 
Tunnel  project  are  needed  as  a  result  of  the  construction  adjustment  necessary  to  address  very 
challenging  and  unforeseen  site  conditions  and  the  tunnel's  reclassification  from  Potentially 
Gassy  to  Fully  Gassy  by  the  California  Occupations  Safety  and  Health  Administration  (Cal- 
OSHA):  extend  the  project  schedule  by  447  calendar  days  by  revising  the  project  completion 
date  from  October  31,  2014  to  January  21,  2016,  and  increase  the  project  budget  by  $6,500,000 
by  revising  the  project  budget  from  $313,424,513  to  $319,924,513;  and 

WHERAS,  The  following  revisions  to  the  schedule  and  budget  of  the  BDPL  Reliability 
Upgrade  -  Pipeline  project  are  needed  as  a  result  of  the  issuance  of  a  third  construction  contract 
to  micro-tunnel  under  an  extensive  archeological  burial  site  in  the  vicinity  of  Cordilleras  Creek 
in  the  Peninsula:  extend  the  project  schedule  by  210  calendar  days  by  revising  the  project 
completion  date  from  March  5,  2013  to  October  1,  2013,  and  increase  the  project  budget  by 
$632,000  by  revising  the  project  budget  from  $221,290,899  to  $221,922,899;  and 

WHEREAS,  The  following  revisions  to  the  schedule  and  budget  of  the  Pulgas  Balancing 
-  Modification  of  the  Existing  Dechloramination  Facility  project  are  needed  as  a  result  of 
unforeseen  site  conditions  and  design  modifications:  extend  the  project  schedule  by  294  calendar 
days  by  revising  the  project  completion  date  from  May  30,  2012  to  March  20,  2013,  and  increase 
the  project  budget  by  $355,000  by  revising  the  project  budget  from  $5,790,114  to  $6,145,114; 
and 


WHEREAS,  Water  Code  Section  73502(d)(2)  requires  that  the  City  provide  written 
notice,  not  less  than  30  days  prior  to  the  date  of  a  meeting  of  the  City  Agency  responsible  for 
management  of  the  Bay  Area  Regional  Water  System,  that  a  change  in  the  program  is  to  be 
considered;  and 

WHEREAS,  On  May  11,  2012,  the  SFPUC  notified  the  Bay  Area  Wholesale  Customers 
through  the  Bay  Area  Water  Supply  &  Conservation  Agency  (BAWSCA)  in  writing  that  this 
Commission  would  be  considering  changes  to  the  WSIP  at  a  public  hearing  on  June  12,  2012; 
and 

WHEREAS,  During  the  30-day  public  review  period,  the  WSIP  Director  discussed  with 
representatives  of  the  BAWSCA  the  proposed  changes  to  these  projects;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  endorses  the  schedule  and  cost  changes  for 
Project  CUW35901:  New  Irvington  Tunnel,  Project  CUW36802:  BDPL  Reliability  Upgrade  - 
Pipeline,  and  Project  CUW36105:  Pulgas  Balancing  -  Modification  of  the  Existing 
Dechloramination  Facility;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  directs  staff  to  send  a  Notice  of 
Change  Report  to  the  California  Department  of  Public  Health  and  the  California  Seismic  Safety 
Commission  in  compliance  with  Water  Code  Section  73502(d)(3)  and  California  Assembly  Bills 
1823  and  2437. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  12,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0100 


WHEREAS,  The  Request  For  Proposals  (RFP)  for  Construction  Management  (CM) 
services  for  the  Seismic  Upgrade  of  BDPL  Nos.  3  &  4  project  was  issued,  consistent  with  the 
approved  CM  Plan  under  the  Water  System  Improvement  Program  (WSIP).  The  project  is  one 
of  the  key  regional  projects  to  be  completed  as  part  of  WSIP  and  will  ensure  the  reliable 
transmission  of  water  following  an  earthquake  on  the  Hayward  Fault;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  a  qualified  CM  consulting  firm  to 
provide  specialized  services  to  supplement  SFPUC  staff;  and 

WHEREAS,  Due  to  the  revised  Seismic  Upgrade  of  BDPL  Nos.  3  &  4  construction 
schedule  the  CS-225  RFP  was  re-advertised  on  February  17,  2012  to  expand  the  bidding  pool  by 
modifying  the  RFP's  minimum  qualification  requirements.  The  Commission  approved  the 
rejection  and  re-advertisement  on  February  14,  2012  under  Resolution  No.  12-0021;  and 

WHEREAS,  The  estimated  cost  of  services  is  $8,500,000;  and 

WHEREAS,  The  proposal  was  advertised  on  February  17,  2012;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  June  2012  and  end  in  October  2015  and 
the  duration  of  this  agreement  is  three  (3)  years  and  four  (4)  months;  and 

WHEREAS,  SFPUC  staff  and  Human  Rights  Commission  (HRC)  review  of  the  selection 
panel  evaluations  and  the  proposals  resulted  in  the  establishment  of  EPC  Consultants,  Inc.  as  the 
highest  ranked  consulfing  firms;  and 

WHEREAS,  A  HRC  sub-consulting  goal  of  18%  Local  Business  Enterprise  (LBE) 
participation  of  the  total  value  of  services  to  be  provided  has  been  established  for  this  agreement; 
and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecfing  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Project  CUW35302  -  Seismic  upgrade  of  BDPL  3  &  4;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  EPC  Consultants, 
Inc.;  awards  Water  Enterprise,  WSIP-funded  Agreement  No.  CS-225R,  Seismic  Upgrade  of 
BDPL  Nos.  3  &  4  at  the  Hayward  Fault,  Construction  Management  Services,  to  provide  various 
project-specific  CM  services;  and  authorizes  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  to  negotiate  and  execute  a  professional  services  agreement  with  EPC 
Consultants,  Inc.,  for  an  amount  not-to-exceed  $8,500,000,  and  with  a  duration  of  three  (3)  years 
and  four  (4)  months,  or,  in  the  event  negotiations  are  not  successful  or  City  requirements  are  not 
satisfied,  to  negotiate  and  execute  a  professional  services  agreement  with  the  next  highest  ranked 
proposer. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  12,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0101 


WHEREAS,  Water  Enterprise,  Water  System  Improvement  Program-(WSIP)  funded 
Contract  No.  WD-2629,  Seismic  Upgrade  of  BDPL  3  &  4  at  the  Hayward  Fault  was  advertised 
on  February  21,  2012;  and 

WHEREAS,  The  baseline  budget  amount  is  $54,300,000  and  the  Engineer's  Estimate  is 
$51,624,114  for  this  construction  contract  work  to  seismically  upgrade  Bay  Division  Pipelines 
(BDPL)  Nos.  3  &  4  across  the  Hayward  Fault.;  and 

WHEREAS,  The  contract  duration  is  825  consecutive  calendar  days;  and 

WHEREAS,  Seven  (7)  bids  were  received  and  opened  publicly  on  April  19,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Human 
Rights  Commission  (HRC)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Steve  P.  Rados,  Inc.  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  7%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW35302,  Seismic  Upgrade  of 
BDPL  Nos.  3  &  4;  and 

WHEREAS,  the  Final  EIR  (FEIR)  was  certified  by  the  Planning  Commission  on  January 
20,  201 1  by  Motion  No.  1 8257;  and 

WHEREAS,  on  January  27,  201 1,  the  SFPUC,  by  Resolution  No.  1 1-0014,  approved  the 
Project  and  adopted  findings  (CEQA  findings)  and  a  Mitigation  Monitoring  and  Reporting 
Program  (MMRP)  required  by  the  California  Environmental  Quality  Act  (CEQA);  and 

WHEREAS,  the  Project  files,  including  the  FEIR  and  SFPUC  Resolution  No.  11-0014 
have  been  made  available  for  review  by  the  SFPUC  and  the  public,  and  those  files  are  part  of  the 
record  before  this  Commission;  and 

WHEREAS,  the  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FEIR  the  findings  contained  in  SFPUC  Resolufion  No.  11-0014  and  all  written  and  oral 
information  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies,  SFPUC 
and  other  experts  and  the  administrative  files  for  the  Project;  now,  therefore,  be  it 


RESOLVED,  the  Commission  has  reviewed  and  considered  the  FEIR  and  record  as  a 
whole,  finds  that  the  FEIR  is  adequate  for  its  use  as  the  decision-making  body  for  the  action 
taken  herein  to  award  contract  WD-2629,  Seismic  Upgrade  of  BDPL  Nos.  3&4  and  incorporates 
the  CEQA  findings  contained  in  Resolution  No.  1 1-0014  including  the  Statement  of  Overriding 
Considerations  by  this  reference  thereto  as  though  set  forth  in  this  Resolution;  and  be  it 

FURTHER  RESOLVED,  The  Commission  further  finds  that  since  the  FEIR  was 
finalized,  there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FEIR  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  idenfified  significant 
impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change  the 
conclusions  set  forth  in  the  FEIR;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  plans  and 
specifications  and  awards  Water  Enterprise,  WSIP-funded  Contract  No.  WD-2629  Seismic 
Upgrade  of  BDPL  Nos.  3&4  at  the  Hayward  Fault,  in  the  amount  of  $31,320,000,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  Steve  P  Rados,  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  12.  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0102 


WHEREAS,  On  March  25,  2008,  this  Commission  awarded  Agreement  No.  CS-898, 
New  Diversion  Dam  Road  Bridge  Upgrade  Project,  and  authorized  the  General  Manager  to 
execute  a  professional  services  agreement,  in  the  amount  of  $450,000,  and  with  a  term  of  three 
years  and  one  month,  with  Jones  and  Stokes  (ICF  International);  and 

WHEREAS,  Amendment  No.  1  was  issued  for  two  years,  in  order  to  extend  the  period  of 
performance  for  completion  of  environmental  analysis  services  under  the  agreement.  Work 
under  the  agreement  was  placed  in  abeyance  during  SFPUC  preparation  of  the  conceptual  design 
for  the  project.  This  phase  was  recently  completed,  and  environmental  analysis  activities  are 
now  fully  underway,  increasing  the  contract  duration  to  June  30,  2013;  and 

WHEREAS,  Amendment  No.  2  is  requesting  $584,000  to  complete  the  Alameda 
Watershed  Habitat  Conservation  Plan  (AWHCP)  to  provide  coverage  for  water  supply  system 
and  land  management  operations  and  maintenance  under  the  Federal  and  State  Endangered 
Species  Acts  (including  preparing  applications  for  regulatory  permits/approvals,  mitigating, 
monitoring  and  reporting  on  plans  like  the  AWHCP  which  includes  bridge  maintenance),  and 
increase  the  total  not-to-exceed  agreement  amount  to  $1,034,000  and  extend  the  agreement 
duration  by  two  years  to  June  30,  2015;  and 

WHEREAS,  A  Human  Rights  Commission  (HRC)  sub  consulting  goal  of  15.8% 
Disadvantaged  Business  Enterprise  (DBE)  (of  the  total  value  of  services  to  be  provided)  has  been 
established  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  CUW271  Long-term  Permit 
Compliance  and  CUW257  Watershed  Protection/Natural  Resources  Planning;  now,  therefore,  be 
it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Water 
Enterprise,  Bureau  of  Environmental  Management  revenue-funded  Agreement  No.  CS-898,  New 
Diversion  Dam  Road  Bridge  Upgrade  Project  with  Jones  and  Stokes  (ICF  International),  and 
authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  this 
amendment,  increasing  the  agreement  by  $584,000,  for  a  total  agreement  amount  of  $1,034,000, 
and  with  a  time  extension  of  two  years,  for  a  total  agreement  duration  of  seven  years  and  one 
month. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  12,  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0103 

WHEREAS,  On  October  30,  2008  the  Commission  approved  the  Phased  Water  System 
Improvement  Program  Variant  (Phased  WSIP  Variant)  in  Commission  Resolution  No  08-0200- 
and  '  ' 

WHEREAS,  The  Phased  WSIP  Variam  included  the  developmem  of  10  million  gallons 
per  day  (mgd)  m  conservation,  recycled  water,  and  groundwater  in  San  Francisco  by  2018;  and 

WHEREAS,  The  SFPUC  is  targeting  on-site  non-potable  water  use  in  large  new 
developments  to  help  meet  the  10  mgd  goal  by  2018;  and 

WHEREAS,  The  SFPUC  is  proposing  to  provide  grant  assistance  to  large  water  users  to 
make  the  best  use  of  on-site  non-potable  supplies  for  urban  reuse  in  buildings;  and 

WHEREAS,  The  estimated  budget  for  the  proposed  grant  assistance  will  be  appropriated 
m  each  fiscal  year,  and  grants  awarded,  subject  to  availability  of  funds;  and 

WHEREAS,  The  estimated  budget  for  the  proposed  grant  assistance  is  $500  000  in  FY 
2012/13  for  activities  that  offset  SFPUC  potable  water  by  either  1)  replacing  all  toilet  flushing 
demands  or  2)  replacing  40%  of  total  water  use;  and 

WHEREAS,  Funds  for  the  grant  assistance  are  available  through  Water  Enterprise  Index 
Codes  50502 1  (up  to  $500,000);  and 

WHEREAS,  Grant  assistance  is  anticipated  to  be  provided  beginning  in  September  2012- 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  Grant  Agreements  with  applicants  for  large  on- 
site  non-potable  water  systems  that  offset  the  use  of  Regional  Water  System  potable  water 
supplies,  subject  to  availability  of  funding. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of   June  12,  2012  

'Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0104 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  that  certain  real  property 
under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC),  consisting 
of  approximately  6.4  acres  of  land  on  a  portion  of  Parcels  189,  190,  191  and  192  of  Bay 
Division  Pipeline  Numbers  3  and  4  right  of  way,  located  in  the  City  of  Mountain  View,  Santa 
Clara  County  (Property);  and 

WHEREAS,  The  City  and  County  of  San  Francisco,  acting  by  and  through  the  SFPUC 
granted  KMJ  Urban  Communities,  LLC  (KMJ)  the  option  to  purchase  the  Property  for  $8.1 
million  dollars  pursuant  to  the  terms  and  conditions  of  that  certain  Option  Agreement 
executed  March  10,  2006  (Former  Option  Agreement),  approved  by  the  Board  of  Supervisors 
by  Resolution  120-06,  adopted  February  28,  2006;  and 

WHEREAS,  To  date,  KMJ  and  the  SFPUC  have  executed  six  amendments  to  the 
Former  Option  Agreement,  extending  the  term  of  the  Former  Option  Agreement,  among  other 
provisions.  The  Sixth  Amendment,  approved  by  Resolution  10-0084,  extended  the  term  to 
December  30,  2010,  deferred  the  $150,000  extension  fee  originally  due  August  2009  to 
December  30,  2010,  and  granted  KMJ  the  right  to  purchase  two  additional  six-month 
extensions  for  $75,000  each;  and 

WHEREAS,  The  SFPUC  obtained  an  appraisal  of  the  Property  dated  April  201 1  in  the 
amount  of  $5,750,000;  and 

WHEREAS,  KMJ  has  formed  a  joint  venture  with  a  local  homebuilder  SummerHill 
Homes,  for  the  purpose  of  developing  the  Property,  and  requests  that  the  SFPUC 
enter  into  a  restated  or  amended  option  agreement  with  the  new  KMJ  joint  venture,  with  the 
terms  and  conditions  as  provided  in  the  Former  Option  Agreement  with  the  following  new 
terms  and  conditions;  (i)  the  Option  Agreement  shall  have  a  term  of  1 8  months;  (ii)  KMJ  shall 
have  the  option  to  purchase  the  Property  for  $8.1  million  dollars;  (iii)  KMJ  shall  pay  an 
additional  $300,000  extension  fee  to  the  SFPUC  within  30  days  following  approval  of  the 
2012  Option  Agreement  by  the  Board  of  Supervisors;  (v)  KMJ  shall  have  the  right  to  purchase 
an  additional  six-month  extension  of  the  18-month  option  term  for  $150,000;  and  (vi)  the 
option  payments  made  by  KMJ  under  the  Former  Option  Agreement  and  the  amended  or 
restated  Option  Agreement,  shall  be  credited  to  the  $8.1  million  purchase  price  at  close  of 
escrow  (2012  Option  Agreement);  and 

WHEREAS,  In  a  letter  dated  September  1 6,  2004,  a  copy  of  which  is  on  file  with  the 
Clerk  of  the  Board  of  Supervisors  in  File  No.  0601 19,  the  Director  of  City  Planning  found 
that  the  sale  of  the  Property  is  categorically  exempt  from  the  requirements  of  the  California 
Environmental  Quality  Act  ("CEQA");  and 


WHEREAS,  KMJ  has  paid  to  date  a  total  of  $600,000  in  non-reflindable  option  fees  and 
extension  payment  as  well  as  dedicated  large  amounts  of  staff,  money,  and  other  resources  to  the 
project  to  date;  its  joint  venture  partner  has  committed  in  writing  to  dedicate  approximately 
$8  million  in  cash  to  fund  all  pre-construction  entitlement  expenses,  including  option 
payments  and  funds  required  to  purchase  the  Property;  KMJ  has  offered  to  pay 
$2,350,000  over  the  appraised  value  of  $5.75  million;  and 

WHEREAS,  Additional  SFPUC  and  City  Attorney  staff  time  and  resources  would 
be  required  to  re-bid  the  property  with  no  real  guarantee  such  effort  would  result  in  a 
higher  purchase  price;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  approves  the  terms  and  conditions  of  the  2012 
Option  Agreement  and  authorizes  the  General  Manager  to  execute  the  2012  Option  Agreement 
subject  to  Board  of  Supervisors  approval  pursuant  to  Charter  Section  9. 11 8;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  recommends  that  the  Board  of 
Supervisors  approve  the  2012  Option  Agreement;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Commission  to  enter  into  any  amendments  or 
modifications  to  the  2012  Option  Agreement,  including  without  limitation,  the  exhibits,  that 
the  General  Manager  determines,  in  consultation  with  the  City  Attorney:  are  in  the  best  interest 
of  the  City;  do  not  materially  increase  the  obligations  or  liabilities  of  the  City;  are  necessary  or 
advisable  to  effectuate  the  purposes  and  intent  of  the  2012  Option  Agreement  or  this 
resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City  Charter. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public 
Utilities  Commission  at  its  meeting  of  June  12,  2012 


Secretary,  Public  Utilities  Commission 


San  Francisco 
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Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood(a)sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfqov.orq.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the 
meeting  room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other 
similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
wvw.sfqov.orq/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  June  1 2,  201 2 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Letter  Summary 

b)  Advance  Calendar 

c)  Implementation  of  a  Green  Test  Bed  Program 

d)  Status  of  Major  Development  Projects  in  the  Service  Area 

e)  2011  Annual  Power  Source  Disclosure/Power  Content  Label 
Calculation  to  the  California  Energy  Commission 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Ocean  Beach  Update 

b)  SSIP  Validation  Process 

c)  WSIP  Update 

8.  BAWSCA  Report 

9.  Citizens'  Advisory  Committee  Report 


THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF 
PUBLIC  UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 


Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
1155  Market  Street,  11'"  Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165, 
Fax:  (415)  554-3424. 


CONSENT  CALENDAR 


10.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Consent  Calendar  and  considered  as  a  separate 
item. 


a)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-507, 
Bernal  Heights/Potrero  Districts  Sewer  Replacement/Reliabilitation  and 
Pavement  Renovation,  in  the  amount  of  $3,029,321  (of  which  $1,898,783  is 
funded  by  WWE  and  $1,130,538  is  funded  by  DPW),  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  D'Arcy  &  Harty  Construction,  to  replace  the 
existing  sewers  and  street  pavement  on  various  streets  in  the  Bernal 
Heights/Potrero  Districts  of  San  Francisco.  (Moala) 

b)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-522, 
Southeast  Water  Pollution  Control  Plant  Dewatering  Facility  Corrosion 
Repairs,  in  the  amount  of  $9,058,000,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  Monterey  Mechanical  Co.,  to  perform  necessary  upgrades  to 
the  existing  biosolids  dewatering  and  storage  facility  at  the  Southeast  Water 
Pollution  Control  Plant.  (Kelly,  Jr.) 

c)  Approve  Modification  No.  1  to  Contract  No.  JOC-26,  Governor  &  Exciter 
Systems  for  Hydroelectric  Powerhouses,  San  Francisco/Peninsula/East 
Bay/Hetch  Hetchy,  with  System  3  Inc.,  to  accomplish  specialty  high-voltage 
electrical  work  for  all  SFPUC  Enterprise  Operations  and  Bureaus,  increasing 
the  contract  by  $2,500,000  for  a  total  contract  amount  of  $7,500,000,  and  with  a 
time  extension  of  two  years  for  a  total  contract  duration  of  five  years 

(Kelly,  Jr.) 

d)  Approve  and  award  Contract  No.  JOC-38R  for  San  Francisco/Peninsula,  for 
a  not-to-exceed  amount  of  $3,000,000  to  the  sole,  qualified,  responsible  and 
responsive  bidder,  Westates  Mechanical  Corp.,  to  perform  heating/ventilation/ 
air  conditioning  upgrades  in  City  owned  municipal  facilities.  JOC-38R  is  the 
last  of  three  HVAC  JOC  contracts  issued  under  the  same  bid  documents  but  with 
separate  bid  openings;  JOC-39  and  JOC-40  were  awarded  previously  by  the 
Commission.  (Kelly,  Jr.) 

e)  Authorize  the  General  Manager  or  his  designee  to  negotiate  and  execute  a 
Memorandum  of  Agreement  with  the  San  Francisco  Department  of  the 
Environment  and  the  San  Francisco  Unified  School  District  for  an  amount 
not  to  exceed  $60,000  annually  and  $120,000  in  total  during  Fiscal  Years 
2012  and  2013  for  continued  support  to  the  San  Francisco  Unified  School 
District's  Conservation  Connection  Program,  a  comprehensive  outdoor 


environmental  education  program  for  under-served  public  schools  in  San 
Francisco.  (Ritchie) 


f)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  Revocable  Permit  with  the  City  of  Miipitas  to  use  and  maintain 
approximately  38,260  square  feet  of  SFPUC  property  located  on  Murphy  Road  in 
the  City  of  Miipitas  as  a  public  park.  (Russell) 

Items  10g.  10h.  and  10i  continued  from  the  June  12.  2012  meeting 

g)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  Revocable  Permit  with  India  Community  Center  for  use  of  SFPUC 
right  of  way  property  located  in  Santa  Clara  County,  for  an  outdoor  recreational 
area  for  the  children  attending  the  ICC  Day  Camp.  (Russell) 

h)  Authorize  the  General  Manager  to  execute  a  Revocable  Permit  with  the  City 
of  South  San  Francisco  to  use  approximately  five  acres  of  SFPUC  land  near 
South  Spruce  Street  and  Huntington  Avenue  and  Victory  Avenue  in  South  San 
Francisco  for  a  public  bicycle  path  and  linear  park,  known  as  the  Centennial  Way 
Linear  Park  and  placement  of  a  sculpture  to  mark  its  entrance.  The  permit 
replaces  an  existing  expired  permit.  (Russell) 

i)  Authorize  the  General  Manager  or  his  designee  to  execute  a  Revocable  Permit 
with  the  Haight  Ashbury  Neighborhood  Council,  as  fiscal  sponsor  of  the 
Garden  for  the  Environment  on  SFPUC  property  at  7th  Avenue  and  Lawton 
Street.  The  new  Revocable  Permit  will  replace  existing  permit  number  4056  and 
allow  for  the  continued  operation  of  the  public  demonstration  garden  on  the 
Property,  as  well  as  an  environmental  education  programs.  (Russell) 


REGULAR  BUSINESS 


1 1 .  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2627R,  Sutro 
Reservoir  Rehabilitation  and  Seismic  Upgrade,  in  the  amount  of  $27,453,000, 

to  the  lowest,  qualified,  responsible  and  responsive  bidder,  SJ  Amoroso 
Construction  Co.  Inc.,  to  complete  the  rehabilitation  and  seismic  upgrade  of  the 
Sutro  Reservoir  in  San  Francisco.  (Labonte) 

12.  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2666, 
Bioregional  Habitat  Restoration  -  Sheep  Camp  Creek,  in  the  amount  of 
$3,912,500,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shimmick 
Construction  Company,  Inc.,  to  restore  the  existing  Sheep  Camp  Creek,  a  site  on 
SFPUC  watershed  land  in  Alameda  County,  to  provide  wetland  areas  and 
endangered  species  habitat  as  compensation  for  identified  impacts  from  the  WSIP 
Calaveras  Dam  Replacement  Project.  (Labonte) 

13.  Authorize  the  General  Manager  to  negotiate  and  execute  a  new  Joint  Exercise 
of  Powers  Agreement  with  the  Bayshore  Sanitary  District  for  sewer  service  for 


the  period  from  July  1,  2012  to  June  30,  2025,  and  in  the  event  negotiations  are  not 
complete  by  July  1,  2012,  to  negotiate  and  execute  an  extension  of  the  existing 
agreement  through  September  30,  201 2.  (Rydstrom) 


14.  Discussion  and  possible  action  to  authorize  the  issuance  of  a  principal  amount 
up  to  $35,000,000  in  Refunding  Water  Revenue  Bonds,  approving  the  form  and 
authorizing  the  execution  and  delivery  of  related  documents.  Authorize  the 
General  Manager  to  sell  one  series  of  bonds  on  either  a  negotiated  or  a  competitive 
basis,  as  the  General  Manager  determines  is  in  the  best  financial  interest  of  the 
SFPUC;  and  delegating  to  the  General  Manager  authorization  to  award  the  series 
of  bonds  to  the  highest  bidder  (lowest-cost).  (Rydstrom) 

15.  Authorize  the  General  Manager  to  enter  into  separate  agreements  with  the 
following  Commercial  Paper  Dealers  for  the  Wastewater  Enterprise 
Commercial  Paper  Program:  US  Bank,  Citigroup,  Wells  Fargo  and  Morgan 
Stanley,  as  they  were  the  lowest  cost,  responsive  and  responsible  bidders.  The 
agreements  combined  included  annual  costs  not-to-exceed  $150,000  for  a 
duration  of  three  years,  with  two  additional  extension  periods  of  one  year 
each.  The  General  Manager  is  further  authorized  to  select  the  next  lowest  cost, 
responsive  and  responsible  bidder  should  the  selected  firms  be  unable  to  meet  City 
contracting  requirements  or  if  negotiations  are  otherwise  not  successful.  (Rydstrom) 

16.  Authorize  the  General  Manager  to  enter  into  separate  agreements  with  Union 
Bank  NA  and  The  Bank  of  Tokyo-Mitsubishi  UFJ,  LTD,  as  the  lowest  cost, 
responsive  and  responsible  bidders,  to  provide  credit  to  secure  the  commercial 
paper  authorized  under  2002  Proposition  E  for  the  Wastewater  Enterprise.  The 
agreement  provides  $150,000,000  in  available  credit  with  annual  costs  not-to- 
exceed  $1,000,000  for  a  duration  of  three  years.  The  General  Manager  is  further 
authorized  to  select  the  next  lowest-cost,  responsive  and  responsible  bidder  should 
either  of  the  selected  banks  be  unable  to  meet  City  contracting  requirements  or  if 
negotiations  are  othenwise  not  successful.  (Rydstrom) 

17.  Authorize  the  General  Manager  to  execute  a  Grant  Agreement  for  an  amount  not- 
to-exceed  $100,000  and  with  a  total  duration  of  12  months,  with  Life  Frames 
Inc.,  to  provide  "A  Living  Library"  and  "Think  Parks"  educational  programs  in 
six  San  Francisco  Schools.  These  programs  will  provide  academic  learning 
opportunities  and  critical  skills  development  opportunities  in  the  OMI/Excelsior, 
Bernal  Heights,  and  Chinatown  neighborhoods,  (Moala) 

18.  Authorize  the  General  Manager  to  execute  a  Grant  Agreement  with  the  San 
Francisco  School  Alliance,  the  fiscal  sponsor  for  the  San  Francisco  Green 
Schoolyard  Alliance,  for  an  amount  not-to-exceed  $100,000  during  Fiscal  Year 
2012-2013,  for  the  San  Francisco  Green  Schoolyard  Alliance  to  develop  educational 
outcomes  related  to  the  SFPUC's  water,  sewer  and  power  services  and  operations 
through  the  Green  Schools  Corps  program;  and  to  develop,  capture  and  present  the 
experience  K-5  grade  San  Francisco  Unified  School  District  students  will  have 
related  to  the  SFPUC's  water,  sewer  and  power  services  and  operations. 

(Ellis) 


19.  Approve  an  increase  in  tlie  contract  cost  contingency  in  the  amount  of 
$196,454,  for  a  total  cost  contingency  of  $255,867,  and  authorize  a  potential 
increase  in  the  contract  duration  of  up  to  84  consecutive  calendar  days,  for 
Contact  No.  WW-533  -  Wastewater  Facilities  Lighting  Efficiency  Improvements, 
North  Point,  Oceanside  &  Bruce  Flynn  Facilities;  Authorize  the  General  Manager,  or 
his  designee  to  approve  any  future  modifications  to  the  total  contract  amount  not  to 
exceed  $850,000,  and  to  the  contract  duration  not  to  exceed  324  consecutive 
calendar  days.  The  increased  cost  and  time  extension  are  needed  for  additional 
lighting  fixture  mounting  installation  (Moala) 

20.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 

21 .  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

THE  PUBLIC  UTILITIES  WILL  GO  INTO  CLOSED  SESSSION  TO  DISCUSS  THE 
FOLLOWING  ITEMS: 

22.  Conference  with  Real  Property  Negotiator  pursuant  to  Government  Code  Section 

54956.8  and  Administrative  Code  Section  67.8(a)  (2) : 

Property:  520  John  Muir  Drive,  San  Francisco,  CA 
Persons  Negotiating: 

SFPUC  -  Steve  Ritchie  and  Rosanna  Russell 

Other  Party:  Pacific  Rod  and  Gun  Club 
Under  Negotiation:  Price  and  Terms  of  Payment 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (b)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

Anticipated  Litigation  -  As  Defendant  (Furman) 

24.  Pursuant  to  Government  Code  Section  54957  and  San  Francisco  Administrative 

Code  Section  67.10(b),  to  consider  public  employee  appointment/hiring  for  the 
position  of  General  Manager  of  the  San  Francisco  Public  Utilities  Commission. 

FOLLOWING  THE  CLOSED  SESSION,  THE  PUBLIC  UTILITIES  COMMISSION  WILL 
RECONVENE  IN  OPEN  SESSION 

25.  Announcement  following  closed  session 

26.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 


27.  Other  new  business 
ADJOURNMENT 


San  Francisco 
Water,  .wer Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


NOTICE  OF  SPECIAL  MEETING 

The  San  Francisco  Public  Utilities  Connmission  will  hold  a 
special  meeting  on  Tuesday,  July  10,  2012,  beginning  at 
10:00A.M.,  at  the  following  location: 

South  Beach  Harbor 
Community  Room 
Pier  40A  -  The  Embarcadero 
San  Francisco,  CA  94107 

This  special  meeting's  agenda  will  be  posted  at  least  72 
hours  in  advance  of  this  Meeting  in  accordance  with  San 
Francisco  Administrative  Code  67.6  (f). 


There  will  be  a  CLOSED  SESSION  discussion  beginning 
at  10:00  AM,  pursuant  to  Government  Code  Section 
54957  and  San  Francisco  Administrative  Code  Section 
67.10(b),  to  consider  public  employee  appointment/hiring 
for  the  position  of  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission 

Regular  Session  is  estimated  to  begin  no  earlier  than 
10:30  AM 


NOTICE  OF  CANCELLED  MEETING 


The  San  Francisco  Public  Utilities  Commission's 
Regular  Meeting  of  Tuesday,  July  10,  2012,  beginning 
at  1:30  P.M.,  at  the  following  location: 

City  Hall 
1  Dr.  Carlton  B.  Goodlett  Place 
Room  400 
San  Francisco,  CA  94102 

HAS  BEEN  CANCELLED 


Posted  June  21,  2012 


Public  Utilities  Commission 
1155  Market  Street,  1l'^  Floor 
San  Francisco,  CA  94103 


San  Francisco 

Water   .  /  3r  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 

SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

MINUTES 
Tuesday,  June  26,  2012 

(Approved  July  10,  2012) 

1:30  P.M. 
City  Hall,  Room  400 
San  Francisco,  OA  94102 


Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Ed  Harrington 

General  Manager 


Donna  Hood 

Secretary 


For  Information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater  orq 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.coiTiA/iewPublisher.php?view  lcl=22 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  l\/larket  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood@sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfqov.orq.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the 
meeting  room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other 
similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.orq/ethics. 


ORDER  OF  BUSINESS: 


1 .  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  June  1 2,  201 2 

On  motion  to  approve  the  minutes  of  June  12,  2012 
ADOPTED:  AYES:  IVIoran,  Torres,  Caen  and  Courtney. 

4.  Public  Comment 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission's  jurisdiction  and  are  not  on  today's  agenda. 

•  Mr.  Francisco  Da  Costa  congratulated  the  Commission  on  the  525  Golden 
Gate  headquarters.  He  stated  that  there  is  a  need  for  leadership  and 
continuity  with  large  infrastructure  projects  and  that  the  SFPUC  needs  to 
apply  experiences  from  the  WSIP  to  the  SSIP. 

•  Ms.  Espanola  Jackson  expressed  her  concerns  with  the  Southeast 
Community  College  facility  and  wants  to  finalize  plans  for  community  needs  at 
the  facility. 

o   Mr  Harrington  noted  that  this  issue  would  be  placed  on  a  SFPUC 
agenda  in  the  near  future. 

5.  Communications 

a)  Letter  Summary 

President  Moran  noted  receipt  of  correspondence  from  Joseph  F. 
Shaughnessy  regarding  watershed  security. 

b)  Advance  Calendar 

Commissioner  Caen  asked  for  a  definite  date  for  response  to  her  request 
for  information  on  the  fair  market  value  of  SFPUC  property.  Mr  Harhngton 
stated  that  a  timeline  for  response  would  be  provided  at  the  July 
meeting. 

c)  Implementation  of  a  Green  Test  Bed  Program 

d)  Status  of  Major  Development  Projects  in  the  Service  Area 

e)  2011  Annual  Power  Source  Disclosure/Power  Content  Label 
Calculation  to  the  California  Energy  Commission 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Ocean  Beach  Update 

Mr.  Carlin  provided  the  Commission  with  an  update  of  activity  at  Ocean 
Beach.  He  noted  that  the  SFPUC  has  been  working  in  partnership  with  the 
National  Park  Sen/ice,  DPW  and  the  California  Coastal  Commission  on 
beach  issues. 


b)  SSIP  Validation  Process 

Mr.  Harrington  noted  that  the  July  and  August  workshops  will  allow  for 
discussions  and  decisions  on  the  SSIP. 

c)  WSIP  Update 

Ms.  Labonte  provided  a  brief  update  on  New  Irvington  Tunnel  and  Calaveras 
Dam  projects.  She  discussed  issues  with  Calaveras  Dam,  as  unexpected 
geological  issues  on  the  left  embankment  have  been  discovered.  She  stated 
that  they  are  doing  all  they  can  to  minimize  the  cost  and  schedule  impacts, 
and  will  keep  the  Commission  updated. 

8.  BAWSCA  Report 

Mr  Jensen  briefly  addressed  the  following:  (1)  Congratulations  on  the  opening  of 
525  Golden  Gate  headquarters;  (2)  AB2167  which  has  gone  through  committee 
and  is  on  its  way  to  the  floor;  (3)  BAWSCA  sent  SFPUC  staff  projections  of  water 
purchases  through  2018,  as  required  and;  (4)  the  status  of  their  long-term  water 
supply  strategy,  noting  phase  one  is  complete. 

9.  Citizens'  Advisory  Committee  (CAC)  Report 

Mr  Jones  provided  a  quarterly  report  of  the  CAC.  He  noted  that  there  are  five 
new  members  (16  of  17  seats  occupied),  and  described  Committee  topics  for 
2012  and  2013. 

THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF 
PUBLIC  UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 


Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
1155  Market  Street,  11'"  Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165, 
Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

10.  All  matters  listed  liereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Consent  Calendar  and  considered  as  a  separate 
item. 

a)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-507, 
Bernal  Heights/Potrero  Districts  Sewer  Replacement/Rehabilitation  and 
Pavement  Renovation,  in  the  amount  of  $3,029,321  (of  which  $1,898,783  is 
funded  by  WWE  and  $1,130,538  is  funded  by  DPW),  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  D'Arcy  &  Harty  Construction,  to  replace  the 
existing  sewers  and  street  pavement  on  various  streets  in  the  Bernal 
Heights/Potrero  Districts  of  San  Francisco.  (Resolution  12-Q105) 


b)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-522, 
Southeast  Water  Pollution  Control  Plant  Dewatering  Facility  Corrosion 
Repairs,  in  the  amount  of  $9,058,000,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  Monterey  Mechanical  Co.,  to  perform  necessary  upgrades  to 
the  existing  biosolids  dewatering  and  storage  facility  at  the  Southeast  Water 
Pollution  Control  Plant.  (Resolution  12-0106) 

c)  Approve  Modification  No.  1  to  Contract  No.  JOC-26,  Governor  &  Exciter 
Systems  for  Hydroelectric  Pov\/erhouses,  San  Francisco/Peninsula/East 
Bay/Hetch  Hetchy,  with  System  3  Inc.,  to  accomplish  specialty  high-voltage 
electrical  work  for  all  SFPUC  Enterprise  Operations  and  Bureaus,  increasing 
the  contract  by  $2,500,000  for  a  total  contract  amount  of  $7,500,000,  and  with  a 
time  extension  of  two  years  for  a  total  contract  duration  of  five  years. 
(Resolution  12-0107) 

d)  Approve  and  award  Contract  No.  JOC-38R  for  San  Francisco/Peninsula,  for 
a  not-to-exceed  amount  of  $3,000,000  to  the  sole,  qualified,  responsible  and 
responsive  bidder,  Westates  Mechanical  Corp.,  to  perform  heating/ventilation/ 
air  conditioning  upgrades  in  City  owned  municipal  facilities.  JOC-38R  is  the 
last  of  three  HVAC  JOC  contracts  issued  under  the  same  bid  documents  but  with 
separate  bid  openings;  JOC-39  and  JOC-40  were  awarded  previously  by  the 
Commission.  (Resolution  12-0108) 

e)  Authorize  the  General  Manager  or  his  designee  to  negotiate  and  execute  a 
Memorandum  of  Agreement  with  the  San  Francisco  Department  of  the 
Environment  and  the  San  Francisco  Unified  School  District  for  an  amount 
not  to  exceed  $60,000  annually  and  $120,000  in  total  during  Fiscal  Years 
2012  and  2013  for  continued  support  to  the  San  Francisco  Unified  School 
District's  Conservation  Connection  Program,  a  comprehensive  outdoor 
environmental  education  program  for  under-served  public  schools  in  San 
Francisco.  (Resolution  12-0109) 

f)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  Revocable  Permit  with  the  City  of  Milpitas  to  use  and  maintain 
approximately  38,260  square  feet  of  SFPUC  property  located  on  Murphy  Road  in 
the  City  of  Milpitas  as  a  public  park.  (Resolution  12-0110) 

g)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  Revocable  Permit  with  India  Community  Center  for  use  of  SFPUC 
right  of  way  property  located  in  Santa  Clara  County,  for  an  outdoor  recreational 
area  for  the  children  attending  the  ICC  Day  Camp.  (Resolution  12-0111) 

h)  Authorize  the  General  Manager  to  execute  a  Revocable  Permit  with  the  City 
of  South  San  Francisco  to  use  approximately  five  acres  of  SFPUC  land  near 
South  Spruce  Street  and  Huntington  Avenue  and  Victory  Avenue  in  South  San 
Francisco  for  a  public  bicycle  path  and  linear  park,  known  as  the  Centennial  Way 
Linear  Park  and  placement  of  a  sculpture  to  mark  its  entrance.  The  permit 
replaces  an  existing  expired  permit.  (Resolution  12-01 12) 


i)  Authorize  the  General  Manager  or  his  designee  to  execute  a  Revocable  Permit 
with  the  l-iaight  Ashbury  Neighborhood  Council,  as  fiscal  sponsor  of  the 
Garden  for  the  Environment  on  SFPUC  property  at  7th  Avenue  and  Lawton 
Street.  The  new  Revocable  Permit  will  replace  existing  permit  number  4056  and 
allow  for  the  continued  operation  of  the  public  demonstration  garden  on  the 
Property,  as  well  as  an  environmental  education  programs.  (Resolution  12-011 3) 

Due  to  a  protest  on  item  10b;  ttie  item  was  removed  by  President  Moran. 

On  motion  to  approve  Items  10a,  c,  d,  e,  f,  g,  h,  i 

ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Courtney. 


Mr.  Harlan  Kelly,  Jr.  detailed  the  process  for  advertisement  and  the  subsequent 
findings  and  scope  that  increased  the  estimate  of  the  project  to  over$10M.  He  noted 
that  the  new  estimate  made  the  project  ineligible  for  the  LBE  discount.  He  stated  he 
ordered  a  third  party  estimate  from  Parsons,  who  estimated  a  project  cost  of  $13M. 

Public  Comment 

•  Mr  Don  CaBianca,  Gal  State  Constructors,  expressed  his  opposition  to  the  staff 
recommendation  and  recommended  that  the  contract  not  be  awarded  to 
Monterey  Mechanical  Company.  He  requested  that  all  the  bids  be  thrown  out  and 
the  be  project  re-bid. 

•  Mr  Alan  Ko,  Cal  State  Constructors,  echoed  the  sentiments  of  Mr  CaBianca  and 
expressed  his  opposition  to  the  staff  recommendation.  He  requested  that  all  bids 
be  rejected  and  the  project  be  re-bid. 

•  Mr  Jim  Troup,  Monterey  Mechanical  Company,  expressed  in  support  of  the  staff 
recommendation. 

•  Mr  Francisco  Da  Costa  expressed  his  thoughts  on  the  contracting  process. 

Discussion  ensued  on  the  bid  process  for  WW-522.  In  response  to  a  question  posed 
by  Commissioner  Torres,  City  Attorney  Ambrose  stated  that  the  City  Attorney's 
Office  stands  behind  the  staff  recommendation  and  that  the  award  of  the  contract 
followed  the  rules  and  there  are  no  concerns  that  were  made  to  the  scope  of  the 
project. 

Mr  Jignesh  Desai,  project  manager,  provided  a  slide  show  of  the  condition  of  the 
items  in  need  of  repair  and  the  need  for  approval  of  the  contract. 

Mr  Kelly  indicated  that  a  re-bid  of  the  project  would  delay  the  project  by 
approximately  six  months  and  that  the  condition  of  the  facility  poses  a  safety  issue. 

Public  Comment 

•  Mr  Alan  Ko,  Cal  State  Constructors,  stated  he  does  not  feel  that  there  is  an 
urgent  safety  need  to  complete  the  repairs  now  and  that  the  item  should  be 
rebid. 


Mr.  Tommy  Moala,  AGM  Wastewater  expressed  his  concerns  with  a  possible  delay 
and  indicated  that  the  facility  is  in  need  of  repair  and  urged  the  Commission  to 
approve  the  contract  award. 

Additional  discussion  on  the  bidding  process  and  of  awarding  orrebidding  the 
project  occurred. 

On  motion  to  approve  Item  10b 

ADOPTED:  AYES:  Moran,  Torres.  Caen  and  Courtney. 

REGULAR  BUSINESS 

1 1 .  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2627R,  Sutro 
Reservoir  Rehabilitation  and  Seismic  Upgrade,  in  the  amount  of  $27,453,000, 

to  the  lowest,  qualified,  responsible  and  responsive  bidder,  SJ  Amoroso 
Construction  Co.  Inc.,  to  complete  the  rehabilitation  and  seismic  upgrade  of  the 
Sutro  Reservoir  In  San  Francisco.  (Resolution  12-0114) 

Ms.  Labonte  introduced  the  item.  Ms.  Ivy  Fine  responded  to  questions  by 
President  Moran. 

Public  Comment 

•  No  public  comment. 

On  motion  to  approve  Item  1 1 

ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Courtney. 

12.  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2666, 
Bioregional  l-1abitat  Restoration  -  Sheep  Camp  Creel<,  in  the  amount  of 
$3,912,500,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shimmick 
Construction  Company,  Inc.,  to  restore  the  existing  Sheep  Camp  Creek,  a  site  on 
SFPUC  watershed  land  in  Alameda  County,  to  provide  wetland  areas  and 
endangered  species  habitat  as  compensation  for  identified  impacts  from  the  WSIP 
Calaveras  Dam  Replacement  Project.  (Resolution  12-01 15) 

Public  Comment 

•  No  public  comment. 

On  motion  to  approve  Item  12 

ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Courtney. 

13.  Authorize  the  General  Manager  to  negotiate  and  execute  a  new  Joint  Exercise 
of  Powers  Agreement  with  the  Bayshore  Sanitary  District  for  sewer  service  for 

the  period  from  July  1 ,  2012  to  June  30,  2025,  and  In  the  event  negotiations  are  not 
complete  by  July  1 ,  2012,  to  negotiate  and  execute  an  extension  of  the  existing 
agreement  through  September  30,  2012.  (Resolution  12-0116) 


Mr.  Charles  Perl  described  this  item  and  the  terms  of  the  agreement. 

Public  Comment 

•  No  public  comment. 

On  motion  to  approve  Item  13 

ADOPTED:  AYES:  IVIoran,  Torres,  Caen  and  Courtney. 

14.  Discussion  and  possible  action  to  authorize  the  issuance  of  a  principal  amount 
up  to  $35,000,000  in  Refunding  Water  Revenue  Bonds,  approving  the  form  and 
authorizing  the  execution  and  delivery  of  related  documents.  Authorize  the 
General  Manager  to  sell  one  series  of  bonds  on  either  a  negotiated  or  a  competitive 
basis,  as  the  General  Manager  determines  is  in  the  best  financial  interest  of  the 
SFPUC;  and  delegating  to  the  General  Manager  authorization  to  award  the  series 
of  bonds  to  the  highest  bidder  (lowest-cost).  (Resolution  12-01 17) 

Mr  Charles  Perl  introduced  this  and  provided  details  of  the  bond  issuance. 

Public  Comment 

•  No  public  comment. 

On  motion  to  approve  Item  14 

ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Courtney. 

Items  15  and  16  were  called  together 

15.  Authorize  the  General  Manager  to  enter  into  separate  agreements  with  the 
following  Commercial  Paper  Dealers  for  the  Wastewater  Enterprise 
Commercial  Paper  Program:  US  Bank,  Citigroup,  Wells  Fargo  and  Morgan 
Stanley,  as  they  were  the  lowest  cost,  responsive  and  responsible  bidders.  The 
agreements  combined  included  annual  costs  not-to-exceed  $150,000  for  a 
duration  of  three  years,  with  two  additional  extension  periods  of  one  year 
each.  The  General  Manager  is  further  authorized  to  select  the  next  lowest  cost, 
responsive  and  responsible  bidder  should  the  selected  firms  be  unable  to  meet  City 
contracting  requirements  or  if  negotiations  are  otherwise  not  successful.  (Resolution 
12-0118) 

16.  Authorize  the  General  Manager  to  enter  Into  separate  agreements  with  Union 
Bank  NA  and  The  Bank  of  Tokyo-Mitsubishi  UFJ,  LTD,  as  the  lowest  cost, 
responsive  and  responsible  bidders,  to  provide  credit  to  secure  the  commercial 
paper  authorized  under  2002  Proposition  E  for  the  Wastewater  Enterprise.  The 
agreement  provides  $150,000,000  in  available  credit  with  annual  costs  not-to- 
exceed  $1,000,000  for  a  duration  of  three  years.  The  General  Manager  is  further 
authorized  to  select  the  next  lowest-cost,  responsive  and  responsible  bidder  should 
either  of  the  selected  banks  be  unable  to  meet  City  contracting  requirements  or  if 
negotiations  are  otherwise  not  successful.  (Resolution  12-01 19) 


Mr.  Charles  Perl  presented  the  terms  of  the  proposed  agreements. 


Public  Comment 

•  No  public  comment. 

On  motion  to  approve  Items  15  and  16 

ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Courtney. 

17.  Authorize  the  General  Manager  to  execute  a  Grant  Agreement  for  an  amount  not- 
to-exceed  $100,000  and  with  a  total  duration  of  12  months,  with  Life  Frames 
Inc.,  to  provide  "A  Living  Library"  and  "Think  Parks"  educational  programs  in 
six  San  Francisco  Schools.  These  programs  will  provide  academic  learning 
opportunities  and  critical  skills  development  opportunities  in  the  OM I/Excelsior, 
Bernal  Heights,  and  Chinatown  neighborhoods.  (Resolution  12-0120) 

Mr  Tommy  Moala  introduced  this  item  and  noted  the  importance  of  conservation 
education  to  students. 

Public  Comment 

•  No  public  comment. 

On  motion  to  approve  Item  17 

ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Courtney. 

18.  Authorize  the  General  Manager  to  execute  a  Grant  Agreement  with  the  San 
Francisco  School  Alliance,  the  fiscal  sponsor  for  the  San  Francisco  Green 
Schoolyard  Alliance,  for  an  amount  not-to-exceed  $100,000  during  Fiscal  Year 
2012-2013,  for  the  San  Francisco  Green  Schoolyard  Alliance  to  develop  educational 
outcomes  related  to  the  SFPUC's  water,  sewer  and  power  services  and  operations 
through  the  Green  Schools  Corps  program;  and  to  develop,  capture  and  present  the 
experience  K-5  grade  San  Francisco  Unified  School  District  students  will  have 
related  to  the  SFPUC's  water,  sewer  and  power  services  and  operations. 
(Resolution  12-0121) 

Ms.  Juliet  Ellis  noted  this  item  would  support  the  placement  of  Green  Schools  Corps 
in  SFUSD  Schools,  and  is  part  of  larger  coordinated  educational  efforts  at  the 
SFPUC. 

Public  Comment 

•  No  public  comment. 

On  motion  to  approve  Item  18 

ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Courtney. 

19.  Approve  an  increase  in  the  contract  cost  contingency  in  the  amount  of 
$196,454,  for  a  total  cost  contingency  of  $255,867,  and  authorize  a  potential 
Increase  in  the  contract  duration  of  up  to  84  consecutive  calendar  days,  for 


Contact  No.  WW-533  -  Wastewater  Facilities  Lighting  Efficiency  Improvements, 
North  Point,  Oceanside  &  Bruce  Flynn  Facilities;  Authorize  the  General  Manager,  or 
his  designee  to  approve  any  future  modifications  to  the  total  contract  amount  not  to 
exceed  $850,000,  and  to  the  contract  duration  not  to  exceed  324  consecutive 
calendar  days.  The  increased  cost  and  time  extension  are  needed  for  additional 
lighting  fixture  mounting  installation.  (Resolution  12-022) 

Ms.  Karen  Kubick  discussed  the  importance  of  the  facility  improvements. 

Public  Comment 

•    No  public  comment. 

On  motion  to  approve  item  19 

ADOPTED:  AYES:  IVIoran,  Torres,  Caen  and  Courtney. 

20.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 

21 .  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  motion  to  assert  the  attorney-client  privilege 

ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Courtney. 

CLOSED  SESSION 

THE  PUBLIC  UTILITIES  WILL  GO  INTO  CLOSED  SESSSION  TO  DISCUSS  THE 
FOLLOWING  ITEMS: 

22.  Conference  with  Real  Property  Negotiator  pursuant  to  Government  Code  Section 

54956.8  and  Administrative  Code  Section  67.8(a)  (2) : 

Property:  520  John  Muir  Drive,  San  Francisco,  CA 
Persons  Negotiating: 

SFPUC  -  Steve  Ritchie  and  Rosanna  Russell 

Other  Party:  Pacific  Rod  and  Gun  Club 
Under  Negotiation:  Price  and  Terms  of  Payment 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (b)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

Anticipated  Litigation  -  As  Defendant  (Furman) 

24.  Pursuant  to  Government  Code  Section  54957  and  San  Francisco  Administrative 

Code  Section  67.10(b),  to  consider  public  employee  appointment/hiring  for  the 
position  of  General  Manager  of  the  San  Francisco  Public  Utilities  Commission. 


FOLLOWING  THE  CLOSED  SESSION,  THE  PUBLIC  UTILITIES  COMMISSION  WILL 
RECONVENE  IN  OPEN  SESSION 

25.  Announcement  following  closed  session 

No  action  was  taken  by  the  Commission  during  Closed  Session. 

26.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

On  motion  to  disclose:  MOTION  NOT  TO  DISCLOSE 
ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Courtney. 

27.  Other  new  business 
Meeting  adjourned:  4:19  PM 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0105 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  and  Department  of  Public  Works  (DPW)  Pavement  Renovation  Program- 
funded  Contract  No.  WW-507,  Bernal  Heights/Potrero  Districts  Sewer 
Replacement/Rehabilitation  and  Pavement  Renovation  was  advertised  on  March  23,  2012;  and 

WHEREAS,  The  Engineer's  Estimate  is  $3,456,366  for  this  construction  contract  work  to 
replace  the  existing  sewers  and  street  pavement  from  curb  to  curb  on  various  streets  in  the  Bernal 
Heights/Potrero  Districts  of  the  City  and  County  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  252  consecutive  calendar  days;  and 

WHEREAS,  On  June  1,  2012,  under  the  delegation  agreement  between  the  San  Francisco 
Planning  Department  and  the  San  Francisco  Public  Utilities  Commission  (SFPUC),  the  Bernal 
Heights/Potrero  Districts  Sewer  Replacement/Rehabilitation  and  Pavement  Renovation  project 
was  determined  to  be  statutorily  exempt  under  California  Environmental  Quality  Act  Section 
15282(k)  and  Public  Resources  Code  Section  21080.21;  and 

WHEREAS,  Six  bids  were  received  and  opened  publicly  on  April  26,  2012;  and 

WHEREAS,  SFPUC  staff  and  Human  Rights  Commission  (HRC)  review  of  the  bids  for 
qualifications,  responsibility,  responsiveness  and  application  of  bid  preferences  resulted  in  the 
establishment  of  D'Arcy  &  Harty  Construction  as  the  lowest,  qualified,  responsible  and 
responsive  bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  18%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  D'Arcy  &  Harty  Construction  committed 
to  a  32.35%  LBE  participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS16,  Bernal 
Heights/Potrero  Districts  Sewer  Replacement  and  DPW  Project  No.  Project  No.  CPWTRNSR68, 
Bernal  Heights/Potrero  Districts  Pavement  Renovation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Program-funded  and  Department  of  Public  Works  Pavement  Renovation 
Program-funded  Contract  No.  WW-507,  Bemal  Heights/Potrero  Districts  Sewer 
Replacement/Rehabilitation  and  Pavement  Renovation,  in  the  amount  of  $3,029,321  (of  which 
$1,898,783  is  funded  by  WWE  and  $1,130,538  is  funded  by  DPW),  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  D'Arcy  &  Harty  Construction. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  26,  2012  

(pt^nAjL^  "JJir^J^  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0106 


WHEREAS,  Wastewater  Enterprise  (WWE),  Capital  Improvement  Program  (CIP)- 
funded  Contract  No.  WW-522,  Southeast  Water  Pollution  Control  Plant  Dewatering  Facility 
Corrosion  Repairs  was  advertised  on  March  30,  2012;  and 

WHEREAS,  The  baseline  budget  amount  is  $12,000,000  and  the  Engineer's  Estimate  is 
$11,000,000  for  this  construction  contract  work  to  perform  necessary  upgrades  to  the  existing 
biosolids  dewatering  and  handling  facilities  at  the  Southeast  Plant;  and 

WHEREAS,  The  contract  duration  is  540  consecutive  calendar  days;  and 

WHEREAS,  Project  No.  CENMSCIC38,  Southeast  Plant  Dewatering  Facility  Corrosion 
Repairs,  was  determined  to  be  categorically  exempt  as  a  Class  15301  (b)  Categorical  Exemption 
under  the  California  Environmental  Quality  Act  (CEQA)  on  June  15,  201 1 ;  and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  May  24,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Human 
Rights  Commission  (HRC)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Monterey  Mechanical  Co  as 
the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  14%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC38,  Southeast  Treatment 
Facility  Reliability;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Wastewater  Enterprise  (WWE),  Capital  Improvement  Program  (ClP)-funded  Contract 
No.  WW-522,  Southeast  Water  Pollution  Control  Plant  Dewatering  Facility  Repairs,  in  the 
amount  of  $9,058,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Monterey 
Mechanical  Co. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  26,  2012  

/t^tyhMjt^  kMs^A^  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0107 


WHEREAS,  On  July  27,  2010,  per  Resolution  No.  10-0125,  this  Commission  approved  the 
award  of  Contract  No.  JOC-26,  Job  Order  Contract  (JOC),  Electrical  (C-10  License),  Governor  & 
Exciter  Systems  for  Hydroelectric  Powerhouses,  San  Francisco/  Peninsula/East  Bay/Hetch  Hetchy, 
with  System  3  Inc.;  and 

WHEREAS,  The  Notice-To-Proceed  date  was  set  for  October  4,  2010;  and 

WHEREAS,  The  original  contract  amount  was  for  $5,000,000  and  the  original  contract 
duration  was  three  years;  and 

WHEREAS,  Modification  No.l  is  being  requested  to  replace  governor  valves,  upgrade 
powerhouses  and  servers,  and  repair  switchgears  mainly  at  Hetch  Hetchy  facilities,  increasing  the 
contract  amount  by  $2,500,000  for  a  total  contract  value  of  $7,500,000  and  increasing  the  contract 
duration  by  two  years,  for  a  total  duration  of  five  years;  and 

WHEREAS,  The  Human  Rights  Commission  (HRC)  subcontracting  goal  of  10%  Local 
Business  Enterprise  (LBE)  participation  has  been  established  for  this  contract;  and 

WHEREAS,  As  of  June  4,  2012,  the  contractor  has  utilized  an  LBE  participation  of  12.44%  to 
comply  with  the  10%  LBE  participation  submitted  with  contractor's  bid;  and 

WHEREAS,  Funds  are  available  from  SFPUC  Enterprise  funds;  and 

WHEREAS,  No  task  order  will  be  issued  for  construction  requiring  environmental  review, 
excluding  those  eligible  for  statutory  or  categorical  exemptions,  until  the  Commission  has  been  given 
the  opportunity  to  review  the  environmental  document  and  take  action  if  deemed  appropriate;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  Contract  No.  JOC- 
26,  Job  Order  Contract,  Electrical  (C-10  License),  Governor  &  Exciter  Systems  for  Hydroelectric 
Powerhouses,  San  Francisco/  Peninsula/East  Bay/Hetch  Hetchy,  with  System  3  Inc.,  to  accomplish 
specialty  high-voltage  electrical  work  for  all  SFPUC  Enterprise  Operations  and  Bureaus,  increasing 
the  contract  amount  by  $2,500,000  for  a  total  contract  value  of  $7,  500,000,  and  with  a  time  extension 
of  two  years,  for  a  total  contract  duration  of  five  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of   June  26.  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0108 


WHEREAS,  Contract  No.  JOC-38R,  Job  Order  Contract,  HVAC  Energy  Efficiency  (C- 
10)  for  San  Francisco/Peninsula  Areas,  was  advertised  on  March  12,  2012;  and 

WHEREAS,  The  not-to-exceed  amount  is  $3,000,000  with  a  guaranteed  minimum 
amount  of  $50,000  for  this  construction  contract  to  accomplish  Heating,  Ventilation,  and  Air 
Conditioning  (HVAC)  energy  efficiency  work  for  City  owned  municipal  facilities;  and 

WHEREAS,  The  contract  duration  is  three  (3)  years;  and 

WHEREAS,  The  Commission  authorizes  award  of  this  job  order  contract  for  work  to  be 
performed  under  future  task  orders,  which  will  identify  the  scope  of  work,  cost,  and  duration  of 
various  discrete  construction  activities.  No  task  order  requiring  environmental  review  will  be 
issued  until  environmental  review  has  been  completed.  No  task  order,  excluding  those  eligible 
for  statutory  or  categorical  exemption,  will  be  released  until  the  Commission  has  been  given  the 
opportunity  to  review  the  environmental  document  and  take  action  if  deemed  appropriate.  The 
work  under  this  job  order  contract  has  been  competitively  bid  per  unit  price  and  this  contractor  is 
the  lowest  responsible,  responsive  bidder  for  the  work  under  these  subsequent  task  orders;  and 

WHEREAS,  One  bid  was  received  and  opened  publicly  on  May  10,  2012;  and 

WHEREAS,  SFPUC  staff  review  of  the  bid  for  qualifications,  responsibility,  and 
responsiveness  resulted  in  the  establishment  of  Westates  Mechanical  Corp.  as  the  sole,  qualified, 
responsible  and  responsive  bidder  eligible  for  award  of  the  last  of  the  three  HVAC  efficiency 
JOC  contracts  (JOC-39,  JOC-40,  JOC-38R);  and 

WHEREAS,  The  Award  Criteria  Figure  from  Westates  Mechanical  Corp.  was  1.4630; 

and 

WHEREAS,  A  Human  Rights  Commission  (HRC)  subcontracting  goal  of  8%  Local 
Business  Enterprise  (LBE)  participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administradve  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  60  days  of  the  date  of  the  Commission  award  may  result  in  re-bidding  of  the  contract  at 
the  discretion  of  the  City;  and 

WHEREAS,  Funding  will  be  available  from  SFPUC  Power  Enterprise  Funds  or  capital 
funds  from  other  departments  when  Task  Orders  are  issued;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  Project  Manual  and 
Construction  Task  Catalog®  and  awards  Contract  No.  JOC-38R,  Job  Order  Contract,  HVAC 
Energy  Efficiency  Services  (C-20)  for  San  Francisco/Peninsula  Areas,  for  a  not-to-exceed 
amount  of  $3,000,000  with  minimum  guaranteed  amount  of  $50,000  to  the  sole,  qualified, 
responsible  and  responsive  bidder,  Westates  Mechanical  Corp. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  26,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0109 


WHEREAS,  On  October  30,  2008  the  Commission  approved  the  Phased  Water  System 
Improvement  Program  Variant  (Phased  WSIP  Variant)  in  Commission  Resolution  No.  08-0200; 
and 

WHEREAS,  The  Phased  WSIP  Variant  included  the  development  of  10  million  gallons 
per  day  (mgd)  in  conservation,  recycled  water,  and  groundwater  in  San  Francisco  by  2018;  and 

WHEREAS,  The  SFPUC  is  promoting  water  conservation  to  help  meet  the  10  mgd  goal 
by  20 18; and 

WHEREAS,  A  pollution  prevention  program  is  required  by  the  San  Francisco  Public 
Utilities  Commission  (SFPUC's)  National  Pollution  Discharge  Elimination  System  (NPDES) 
permits  for  its  two  wastewater  plants;  and 

WHEREAS,  the  City  and  County  of  San  Francisco  adopted  Ordinance  81-08  and 
endorsed  a  goal  for  the  City  to  have  a  greenhouse  gas  (GHG)  free  electric  system  by  2030, 
generating,  deploying  and  procuring  all  of  its  energy  needs  from  renewable  and  zero-GHG 
electric  energy  sources;  and  in  Resolution  227-08  prioritized  energy  efficiency  and  demand 
response  first,  then  renewable  generation  resources,  to  meet  electricity  demands;  and 
subsequently  endorsed  the  2011  Update  to  the  Electric  Resource  Plan  which  identifies  the  next 
steps  that  San  Francisco  must  take  in  order  to  achieve  this  ambitious  goal;  and 

WHEREAS,  educating  students  and  their  parents  or  guardians  about  water  conservation, 
energy  efficiency  and  conservation,  renewable  energy  generation,  watershed  stewardship,  water 
pollution  and  storm  water  pollution  prevention,  furthers  these  goals;  and 

WHEREAS,  The  SFPUC,  in  coordination  with  the  San  Francisco  Department  of  the 
Environment,  proposes  to  help  fund  the  San  Francisco  Unified  School  District's  Conservation 
Connection  Program  to  educate  under-served  San  Francisco  youth  about  water  conservation, 
energy  efficiency  and  conservation,  renewable  energy,  watershed  stewardship,  water  pollution 
and  storm  water  pollution  prevention,  zero  waste  and  toxics  reduction;  and 

WHEREAS,  The  estimated  SFPUC  funding  for  the  proposed  program  is  up  to  $60,000 
per  year  for  FY  2012-2013  and  FY  2013-2014  for  total  SFPUC  funding  of  $120,000;  and 

WHEREAS,  SFPUC  funds  for  the  program  are  available  through  the  Water,  Wastewater 
and  Power  Enterprises;  and 

WHEREAS,  Funding  is  anticipated  to  be  provided  beginning  in  FY  2012-2013;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  negofiate  and  execute  on  behalf  of  the  City  and  County 
of  San  Francisco,  a  Memorandum  of  Agreement  with  the  San  Francisco  Department  of  the 
Environment  and  the  San  Francisco  Unified  School  District  to  provide  funding  to  the  San 
Francisco  Unified  School  District  of  up  to  $60,000  annually  from  the  SFPUC  for  FY  2012-2013 
and  FY  2013-2014. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  26,  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


12-0110 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  in  the  City  of  Milpitas, 
Santa  Clara  County;  and 

WHEREAS,  Fairfield  Murphy  Road  LLC  owns  real  property  adjacent  to  SFPUC  right  of 
way  property  (Permit  Area)  and  is  constructing  a  residential  development  including  facilities  for 
a  public  park  with  playground  facilities;  and 

WHEREAS,  Pursuant  to  a  revocable  consent  letter  dated  July  2,  2009,  issued  by  the 
SFPUC,  Fairfield  Murphy  Road  LLC,  has  constructed  and  installed  certain  facilities  on  the 
Permit  Area  including  a  walkway,  lighting  and  landscaping;  and 

WHEREAS,  Fairfield  Murphy  Road  LLC  intends  to  offer  the  Permit  Area  comprising 
38,260  square  feet,  for  dedication  to  the  City  of  Milpitas,  and  the  City  of  Milpitas  desires  to 
accept  the  offer  of  dedication  to  operate  and  maintain  a  public  park  on  the  Permit  Area;  and 

WHEREAS,  The  SFPUC  has  agreed  to  issue  the  City  of  Milpitas  a  Revocable  Permit  for 
a  term  not  to  exceed  five  years  to  use  and  maintain  the  Permit  Area  as  part  of  the  public  park, 
and  the  City  of  Milpitas  has  agreed  to  accept  such  terms  and  conditions  of  the  Revocable  Permit; 
and 

WHEREAS,  Under  the  Delegation  Agreement  with  the  San  Francisco  Planning 
Department,  the  SFPUC  Bureau  of  Environmental  Management  has  determined  adoption  of  this 
Resolution  does  not  constitute  a  "project"  under  California  Environmental  Quality  Act 
Guidelines  Section  15378  because  there  would  be  no  physical  change  in  the  environment;  Act; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  a 
Revocable  Permit  for  the  Permit  Area  to  the  City  of  Milpitas  to  use  and  maintain  the  Permit  Area 
as  a  public  park,  commencing  upon  final  execution;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  take 
any  and  all  other  steps  he  or  the  City  Attorney  deems  necessary  and  advisable  to  effectuate  the 
purpose  and  intent  of  this  Resolution. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of   June  26,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0111 


WHEREAS,  the  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Pubhc  Utilities  Commission  (SFPUC)  in  the  City  of  Milpitas, 
Santa  Clara  County,  located  adjacent  to  property  India  Community  Center  (ICC)  owns  and  uses 
as  a  parking  lot  (ICC)  on  Los  Coches  Street  in  the  City  of  Milpitas;  and 

WHEREAS,  the  ICC  has  requested  a  Revocable  Permit  to  utilize  approximately 
1,600  square  feet  of  SFPUC  property,  also  known  as  Parcel  111-C,  as  described  in  Exhibit  A, 
(Permit  Area)  as  an  outdoor  recreational  play  area  for  children  enrolled  in  the  ICC  Day  Camp 
program  whom  the  ICC  staff  will  supervise  at  all  times  while  on  the  Permit  Area;  and 

WHEREAS,  the  ICC  is  a  501c  non-profit  entity  focusing  on  community  service;  and 

WHEREAS,  the  fees  ICC  collects  for  the  Day  Camp  program  only  cover  basic  costs  and 
the  ICC  intends  to  use  the  Permit  Area  to  further  the  charitable  Day  Camp  purpose;  and 

WHEREAS,  the  Real  Estate  Services  Division  has  determined  that  the  permit 
fee  for  use  of  the  Permit  Area  is  considered  to  fall  within  the  non-profit  charitable  organization 
guidelines  approved  under  Resolution  12-0043;  and 

WHEREAS,  the  Bureau  of  Environmental  Management  has  determined  that  issuance  of  a 
revocable  permit  does  not  constitute  a  "project"  under  the  California  Environmental  Quality  Act 
Guidelines  definition  under  Section  15378,  as  there  would  be  no  physical  change  in  the 
environment;  now,  therefore,  be  it 

RESOLVED,  that  this  Commission  hereby  approves  the  terms  and  condifions  as  set  forth 
in  the  staff  report  for  this  Resolution  and  authorizes  the  General  Manager  of  the  San  Francisco 
Public  Utilifies  Commission  to  execute  a  Revocable  Permit  for  the  Permit  Area  to  the  India 
Community  Center,  for  use  as  an  outdoor  recreation  and  leisure  area,  commencing  upon  final 
execution;  and  be  it 

FURTHER  RESOLVED,  that  this  Commission  authorizes  the  General  Manager  to  take 
any  and  all  other  steps  he  or  the  City  Attorney  deems  necessary  and  advisable  to  effectuate  the 
purpose  and  intent  of  this  Resolution. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of   June  26,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0112 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property,  SFPUC 
Parcel  Numbers  7  and  8  known  as  the  Old  Muni  Railway,  under  the  jurisdiction  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  in  San  Mateo  County;  and 

WHEREAS,  The  City  of  South  San  Francisco  requests  to  enter  into  a  Revocable  Permit 
for  maintaining  a  public  park,  recreational  uses,  a  bicycle  and  pedestrian  pathway  on 
approximately  five  acres  of  SFPUC  land  near  South  Spruce  Street  in  South  San  Francisco, 
known  as  the  Centennial  Way  Linear  Park  to  replace  a  temporary  expired  permit  for  the  same 
uses;  and 

WHEREAS,  The  SFPUC  finds  that  the  proposed  use  of  the  property  for  recreation  and 
park  use  (the  Project)  (which  relieves  the  SFPUC  of  continued  maintenance  and  reduces 
liability)  is  both  a  direct  benefit  to  the  SFPUC  Water  Enterprise  and  serves  an  appropriate  public 
good  justifying  the  SFPUC's  waiver  of  the  permit  fee;  and 

WHEREAS,  Under  the  Delegafion  Agreement  with  the  San  Francisco  Planning 
Department,  the  SFPUC  Bureau  of  Environmental  Management  issued  a  categorical  exemption 
determination  on  August  2,  2011  under  California  Environmental  Quality  Act  Section  15303. 
On  September  15,  201 1  the  Planning  Department  Environmental  Review  Officer  concurred  with 
the  exemption  determination;  now,  therefore,  be  it 

RESOLVED,  That  the  SFPUC  hereby  approves  the  terms  and  conditions  and  authorizes 
the  execution  of  that  certain  Revocable  Permit  of  approximately  five  acres  to  the  City  of  South 
San  Francisco  as  Permittee,  for  the  purpose  of  maintaining  a  public  park,  recreafional  uses,  and 
parking;  and  be  it 

FURTHER  RESOLVED,  That  all  action  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  the  SFPUC;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  the  SFPUC,  the  General  Manager  of 
Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Revocable  Permit;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  take 
any  and  all  other  steps  he  or  the  City  Attorney  deems  necessary  and  advisable  to  effectuate  the 
purpose  and  intent  of  this  Resolution. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of   June  26,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0113 


WHEREAS,  On  October  30,  2008  the  Commission  approved  the  Phased  Water  System 
Improvement  Program  Variant  (Phased  WSIP  Variant)  in  Commission  Resolution  No.  08-0200; 
and 

WHEREAS,  The  Phased  WSIP  Variant  included  the  development  of  10  million  gallons 
per  day  (mgd)  in  conservation,  recycled  water,  and  groundwater  in  San  Francisco  by  2018;  and 

WHEREAS,  The  SFPUC  is  promoting  water  efficient  landscaping  and  public  education 
to  help  meet  the  10  mgd  goal  by  2018;  and 

WHEREAS,  A  pollution  prevention  program  is  required  by  the  SFPUC 's  National 
Pollution  Discharge  Elimination  System  (NPDES)  permits  for  its  two  wastewater  plants;  and 

WHEREAS,  The  SFPUC  issued  a  Revocable  Permit  P-4056  dated  May  31,  2008  to  the 
Garden  for  the  Environment  to  use  SFPUC  property  at  7""  Avenue  and  Lawton  Street  in  San 
Francisco  (Property)  per  SFPUC  Resolution  08-0218;  and 

WHEREAS,  The  SFPUC  is  proposing  to  flind  operation  of  the  Garden  for  the 
Environment  (GFE)  and  training  programs  at  the  Property  to  educate  San  Francisco  adults  and 
youth  about  water  efficient  landscaping  and  gardening  and  pollution  prevention  (Approved 
Uses);  and 

WHEREAS,  GFE's  estimated  budget  for  SFPUC  funding  for  garden  maintenance  and  the 
educational  program  is  up  to  $90,000  a  year  starting  FY  2012-2013;  and 

WHEREAS,  The  recommended  action  by  the  Commission  to  approve  the  proposed 
Revocable  Permit  issuance  of  the  Revocable  Permit  is  categorically  exempt  as  the  operation  of 
an    existing    public    facility.    Class     1,     CEQA    guidelines    section     15301;  and 

WHEREAS,  Funds  for  the  GFE  program  are  available  through  the  Water  Enterprise  and 
Wastewater  Enterprise  beginning  in  FY  2012-2013;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  on  behalf  of  the  City  and  County  of  San 
Francisco,  a  Revocable  Permit  with  the  Haight  Asbury  Neighborhood  Council,  as  fiscal  sponsor 
of  the  Garden  for  the  Environment  for  use  of  the  Property  for  the  Approved  Uses;  and  be  it 


FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  the  SFPUC;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  take 
any  and  all  other  steps  he  or  the  City  Attorney  deems  necessary  and  advisable  to  effectuate  the 
purpose  and  intent  of  this  Resolution. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of   June  26.  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0114 


WHEREAS,  Water  Enterprise  Water  System  Improvement  Program  (WSIP)-flinded 
Contract  No.  WD-2627R,  Sutro  Reservoir  Rehabilitation  and  Seismic  Upgrade  was  advertised 
on  April  25,  2012;  and 

WHEREAS,  The  baseline  budget  amount  is  $39,000,000  and  the  Engineer's  Estimate  is 
$35,500,000  for  this  construction  contract  work  to  complete  rehabilitation  and  seismic  upgrade 
work  at  the  Sutro  Reservoir  in  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  nine  hundred  two  (902)  consecutive  calendar  days; 

and 

WHEREAS,  Project  No.  CUW33701,  Sutro  Reservoir  Rehabilitation  and  Seismic 
Upgrade,  was  determined  to  be  categorically  exempt  as  a  Section  15301(d)  Class  1  Categorical 
Exemption  under  the  California  Environmental  Quality  Act  (CEQA)  on  December  19,  201 1;  and 

WHEREAS,  The  Contract  No.  WD-2627,  Sutro  Reservoir  Rehabilitation  and  Seismic 
Upgrade  was  first  advertised  on  January  7,  2012  and  five  (5)  bids  were  received  and  opened 
publicly  on  March  8,  2012.  On  April  24,  2012,  under  SFPUC  Resolution  No.  12-0061,  based  on 
City  staff  determination  that  all  bids  received  were  not  in  conformance  with  the  contract 
documents,  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  rejected  all  bids  for 
Contract  No.  WD-2627,  Sutro  Reservoir  Rehabilitafion  and  Seismic  Upgrade,  and  authorized  the 
General  Manager  of  the  SFPUC  to  re-advertise  the  contract  as  Contract  No.  WD-2627R,  Sutro 
Reservoir  Rehabilitation  and  Seismic  Upgrade,  to  receive  and  evaluate  bids,  and  to  return  to  the 
Commission  with  a  recommendation  for  award;  and 

WHEREAS,  Five  (5)  bids  were  received  for  Contract  No.  WD-2627R,  Sutro  Reservoir 
Rehabilitation  and  Seismic  Upgrade  and  opened  publicly  on  May  17,  2012;  and 

WHEREAS,  SFPUC  staff  and  Human  Rights  Commission  (HRC)  review  of  the  bids  for 
qualifications,  responsibility,  responsiveness  and  application  of  bid  preferences  resulted  in  the 
establishment  of  SJ  Amoroso  Construction  Co.,  Inc.  as  the  lowest,  qualified,  responsible  and 
responsive  bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  12%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and  17.1%  has  been  offered  by  S.  J.  Amoroso 
Construction  Co.,  Inc.;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 


WHEREAS,  Funds  are  available  from  Project  No.  CUW33701,  Sutro  Reservoir 
Rehabilitation  and  Seismic  Upgrade;  now,  therefore,  be  h 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise  WSIP-funded  Contract  No.  WD-2627R,  Sutro  Reservoir  Rehabilitation 
and  Seismic  Upgrade,  in  the  amount  of  $27,453,000,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  SJ  Amoroso  Construction  Co.,  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  26,  2012 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0115 


WHEREAS,  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)  -funded 
Contract  No.  WD-2666,  Bioregional  Habitat  Restoration  -  Sheep  Camp  Creek  was  advertised  on 
April  23,  2012;  and 

WHEREAS,  The  baseline  budget  amount  is  $2,649,500  and  the  Engineer's  Estimate  is 
$3,700,000  for  this  construction  contract  work  to  restore  the  existing  Sheep  Camp  Creek  to  allow 
for  endangered  species  habitat,  as  provided  in  the  Bioregional  Habitat  Restoration  program;  and 

WHEREAS,  The  contract  duration  is  1,710  consecutive  calendar  days;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  May  24,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Human 
Rights  Commission  (HRC)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Shimmick  Construction 
Company,  Inc,  as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  18%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  in  excess  of  the  project  budget  are  available  from  Project  No. 
CUW38802,  Bioregional  Habitat  Restorafion,  due  to  forecast  savings;  and 

WHEREAS,  Funding  for  WD-2666  will  come  from  Project  No.  CUW38802,  Bioregional 
Habitat  Restoration  for  work  up  to  July  29,  2016,  and  from  the  Water  Enterprise  Operating 
Budget  for  work  after  July  29,  2016;  and 

WHEREAS,  An  Environmental  Impact  Report  (EIR)  was  prepared  for  Calaveras  Dam 
Replacement  Project  (CDRP)  and  this  project  is  a  compensation  site  for  this  project;  and 

WHEREAS,  The  Final  EIR  (FEIR)  was  certified  by  the  Planning  Commission  on  January 
27,  2011,  by  Motion  No.  17992;  and 

WHEREAS,  On  January  27,  201 1,  the  SFPUC,  by  Resolution  No.  1 1-0015,  approved  the 
CDRP  and  adopted  findings  (CEQA  findings)  and  a  Mitigation  Monitoring  and  Reporting 
Program  (MMRP)  required  by  the  California  Environmental  Quality  Act  (CEQA);  and 


WHEREAS,  On  March  15,  2011,  the  San  Francisco  Board  of  Supervisors,  by  Resolution 
No.  131-1 1,  adopted  additional  CEQA  findings  for  the  CDPR;  now,  therefore,  be  it; 

RESOLVED,  This  Commission  has  reviewed  and  considered  the  FEIR,  and  finds  that  the 
FEIR  is  adequate  for  its  use  as  the  decision-making  body  for  the  action  taken  herein  to  award 
this  construction  contract  and  incorporates  the  CEQA  findings  contained  in  Board  of  Supervisor 
Resolution  No.  131-11  [including  the  Statement  of  Overriding  Considerations]  by  this  reference 
thereto  as  though  set  forth  in  this  Resolution;  and  be  it 

FURTHER  RESOLVED,  The  Commission  further  finds  that  since  the  FEIR  was 
finalized,  there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FEIR  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant 
impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change  the 
conclusions  set  forth  in  the  FEIR;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  plans  and 
specifications  and  awards  Water  Enterprise,  WSIP-funded  Contract  No.  WD-2666,  Bioregional 
Habitat  Restoration  -  Sheep  Camp  Creek,  in  the  amount  of  $3,912,500,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Shimmick  Construcfion  Company,  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  26,  2012   

 dltmAA.  \JU^^  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
Resolution  No.  12-0116 

WHEREAS,  On  July  3K  1995,  the  City  and  County  of  San  Francisco  and  the  Bayshore 
Sanitary  District  entered  into  Joint  Exercise  of  Powers  Agreement  for  the  provision  of  the  sewer 
services  to  the  District;  and 

WHEREAS,  The  term  of  Joint  Exercise  of  Power  Agreement  expired  on  June  30,  2011; 

and 

WHEREAS,  On  June  14,  2011,  this  Commission  authorized  the  General  Manager  to 
execute  the  First  Amendment  to  the  Joint  Exercise  of  Powers  Agreement  with  the  Bayshore 
Sanitary  District  to  extend  the  original  agreement  term  for  up  to  twelve  (12)  months  through 
June  30,  2012  for  the  purpose  of  providing  additional  time  for  the  SFPUC  and  the  Bayshore 
Sanitary  District  to  negotiate  a  new  sewer  service  contract;  and 

WHEREAS,  The  SFPUC  and  the  Bayshore  Sanitary  District  staff  have  preliminary 
agreement  on  general  terms  for  a  new  sewer  service  contract  to  treat  influent  flows  from  the 
Bayshore  Sanitary  District  which  represent  less  than  one  half  of  one  percent  of  annual  SFPUC 
treatment  volume;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  negotiate  and 
execute  a  new  Joint  Exercise  of  Powers  Agreement  with  Bayshore  Sanitary  District,  consistent 
with  the  terms  set  forth  in  the  staff  report  for  this  matter  before  the  Commission  and  this 
Resolution,  and  such  other  terms  that  the  General  Manager  determines  are  in  the  public  interest, 
are  acceptable,  necessary,  and  advisable  to  effectuate  the  purposes  and  intent  of  this  Resolution, 
in  compliance  with  the  Charter  and  all  applicable  laws,  do  not  materially  decrease  the  benefits  to 
the  SFPUC  or  the  City  or  materially  increase  the  obligations  or  liabilities  of  the  SFPUC,  and  in 
such  form  approved  by  the  City  Attorney;  and  be  it 

FURTHER  RESOLVED,  That  the  new  Joint  Exercise  of  Powers  Agreement  with 
Bayshore  Sanitary  District  should  be  cost-based,  timely  and  fairly  recover  costs  from  the  District 
for  sewer  service  up  to  thirteen  (13)  years  through  June  30,  2025  and  subject  to  the  following 
general  terms  and  conditions: 

a.  The  armual  revenue  requirement  will  be  determined  on  the  basis  of  total  annual 
operating  expense,  debt  service  on  bonds  or  other  debt  instruments  sold  to  finance 
capital  improvements,  and  revenue  funded  capital 

b.  Adjustments  that  may  be  excluded  from  the  total  revenue  requirements  will  be  limited 
to  interest  income  and  rent. 

c.  Direct  in  -City  costs  are  costs  associated  with  assets  from  which  the  district  derives 
no  benefit  and  shall  be  excluded  from  the  total  net  costs  allocable  to  the  district 
including: 

a.  Costs  of  in-City  local  collection  system  repair  and  street  cleaning. 

b.  Costs  of  in-City  local  collection  system  renewal  and  replacement. 


d.  Cost  to  the  will  be  allocated  to  wastewater  volume  and  wastewater  discharges  for 
Chemical  Oxygen  Demand  (COD),  Total  Suspended  Solids  (TSS),  and  Oil  and 
Grease  (0/G). 

e.  District  costs  will  be  determined  based  on  proportionate  wastewater  volume  and 
wastewater  discharges. 

f.  Upon  signing  of  the  new  contract,  the  Bayshore  rate  will  be  recalculated  from  July  1, 
2012  according  to  the  terms  of  the  new  contract;  and  be  it 

FURTHER  RESOLVED,  That  in  the  event  negotiation  is  not  complete  and  execution  of  a 
new  Joint  Powers  Agreement  carmot  occur  by  July  1,  2012,  the  General  Manager  is  authorized  to 
negotiate  and  execute  an  extension  of  the  current  agreement  providing  for  a  term  to  end  on 
September  30,  2012,  in  substantially  the  form  on  file  with  the  Commission  Secretary  with  such 
modifications  that  the  General  Manager  determines,  in  consultation  with  the  City  Attorney,  do 
not  materially  decrease  the  benefits  to  the  SFPUC  or  the  City  or  materially  increase  the 
obligations  or  liabilities  of  the  SFPUC,  and  in  such  form  approved  by  the  City  Attorney. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  26,  2012  


Secretary,  Public  Utilities  Cornmission 


Sidley  Austin  LLP 
Draft -06/ 1 4/ 12 
(Series  D  Refunding  Bonds) 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0117 


WHEREAS,  pursuant  to  Section  9.109  of  the  Charter  (the  "Charter")  of  the  City 
and  County  of  San  Francisco  (the  "City"),  the  Board  of  Supervisors  of  the  City  (the 
"Board")  is  authorized  to  provide  for  the  issuance  of  bonds  of  the  City  for  the  purpose  of 
refunding  any  revenue  bonds  of  the  City  then  outstanding  without  voter  approval, 
provided  that  such  refunding  is  expected  to  result  in  net  debt  service  savings  to  the  City 
on  a  present  value  basis;  and, 

WHEREAS,  on  May  1,  2012,  the  Board  passed  its  Resolution  No.  151-12, 
approved  and  signed  by  the  Mayor  on  May  8,  2012  ("Board  Resolution  No.  151-12") 
approving,  among  other  things,  the  issuance  of  water  revenue  refunding  bonds,  pursuant 
to  the  Charter,  to  be  issued  by  the  Public  Utilities  Commission  of  the  City  (the 
"Commission"),  subject  to  certain  limitations  and  conditions  provided  therein;  and, 

WHEREAS,  under  the  authority  granted  under  Section  9.109  of  the  Charter  of  the 
City  and  by  Board  Resolution  No.  151-12  hereinabove  mentioned,  it  is  proposed  that  the 
Commission  issue  one  or  more  series  of  water  revenue  refunding  bonds,  in  an  aggregate 
principal  amount  not  to  exceed  $35,000,000,  for  the  principal  purpose  of  refunding 
outstanding  water  revenue  bonds  or  commercial  paper  of  the  Commission,  subject  to 
limitation  as  to  principal  amount  as  provided  herein  (the  "Refunding  Bonds")  all  pursuant 
to  the  Amended  and  Restated  Indenture,  dated  as  of  August  1 ,  2002  (as  amended  and 
supplemented,  the  "Indenture"),  by  and  between  the  Commission  and  U.S.  Bank  National 
Association,  as  trustee  (the  "Trustee"),  and  one  or  more  supplemental  indentures  as 
herein  provided;  and, 

WHEREAS,  each  such  refunding  of  the  Commission's  outstanding  water  revenue 
bonds  is  proposed  to  be  accomplished  by  depositing  proceeds  of  the  Refunding  Bonds 
and  certain  other  amounts  in  an  irrevocable  escrow  fund  established  and  held  in  trust  by 
the  trustee  for  the  bonds  to  be  refunded  pursuant  to  one  or  more  escrow  agreements 
between  the  Commission  and  said  trustee  (each,  an  "Escrow  Agreement"),  which  moneys 
and  the  investment  income  thereon,  if  any,  are  to  be  applied  to  pay  the  principal  of  and 
the  interest  and  redemption  premium,  if  any,  on  the  bonds  to  be  refunded;  and, 

WHEREAS,  it  is  proposed  that  such  Refunding  Bonds  be  issued  as  obligations 
the  interest  on  which  is  exempt  from  federal  income  tax  pursuant  to  one  or  more 
supplemental  indentures,  between  the  Commission  and  the  Trustee  (each,  a 
"Supplemental  Indenture");  and, 

WHEREAS,  it  is  proposed  that  such  Refunding  Bonds  be  sold  in  a  competitive 
sale  pursuant  to  a  official  notice  of  sale  (the  "Official  Notice  of  Sale")  and  a  notice  of 
intention  to  sell  bonds  (the  "Notice  of  Intention"),  or  a  negotiated  sale  pursuant  to  a  Bond 
Purchase  Contract  (the  "Bond  Purchase  Contracf ),  or  in  some  combination  of 
competitive  and  negotiated  sales;  and. 


WHEREAS,  it  is  proposed  that  one  or  more  official  statements  for  the  Refunding 
Bonds  (the  "Official  Statement")  be  used  in  cormection  with  the  offering  and  sale  of  the 
Refunding  Bonds  from  time  to  time;  and, 

WHEREAS,  it  is  proposed  that  a  continuing  disclosure  certificate  (the 
"Continuing  Disclosure  Certificate")  be  executed  and  delivered  with  respect  to  the 
Refunding  Bonds  in  order  to  assist  the  purchasers  or  underwriters  thereof  in  complying 
with  Securities  and  Exchange  Commission  Rule  15c2-12  ("Rule  15c2-12");  and, 

WHEREAS,  pursuant  to  Article  IX  of  the  Indenture,  the  Indenture  may  be 
amended  and  supplemented  from  time  to  time  upon  the  compliance  with  the  terms  and 
conditions  provided  in  said  Article  IX;  and, 

WHEREAS,  the  Commission  has  been  presented  with  and  has  examined  the 
proposed  forms  of  a  Supplemental  Indenture  for  the  Refunding  Bonds,  an  Official  Notice 
of  Sale,  a  Notice  of  Intention,  a  Bond  Purchase  Contract,  an  Escrow  Agreement,  an 
Official  Statement  and  a  Continuing  Disclosure  Certificate;  and, 

WHEREAS,  the  Commission  is  duly  authorized  and  empowered,  pursuant  to  each 
and  every  requirement  of  law,  to  authorize  the  foregoing  transactions  and  issue  the 
Refiinding  Bonds  and  to  authorize  the  publication,  execution  and  delivery  (as 
appropriate)  of  a  Supplemental  Indenture  for  the  Refianding  Bonds,  an  Official  Notice  of 
Sale,  a  Notice  of  Intention,  a  Bond  Purchase  Contract,  an  Official  Statement,  an  Escrow 
Agreement,  a  Continuing  Disclosure  Certificate  and  related  documents  for  the  purposes, 
in  the  manner  and  upon  the  terms  provided  herein;  and  now  therefore  be  it 

RESOLVED  by  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  as  follows: 

Section  1.  Issuance  of  the  Refunding  Bonds.  The  issuance  of  the  Refiinding 
Bonds,  in  one  or  more  series  and  on  one  or  more  dates,  in  an  aggregate  principal  amount  not 
to  exceed  $35,000,000,  is  hereby  authorized  and  approved  by  the  Commission,  subject  to 
the  limitations  and  conditions  provided  herein.  The  Refimding  Bonds  may  be  issued  (a)  for 
the  purpose  of  refiinding  outstanding  water  revenue  bonds  or  commercial  paper  of  the 
Commission,  provided  that  such  Refimding  Bonds  (i)  satisfy  the  applicable  conditions  and 
requirements  set  forth  in  Board  Resolution  No.  151-12,  (ii)  satisfy  the  applicable 
requirements  of  the  Indenture,  including  without  limitation  Section  3.04  or  Section  3.05  of 
the  hidenture,  (iii)  satisfy  the  applicable  requirements  of  the  City's  policies  and  procedures 
for  refimding  bonds  and  (iv)  are  authorized  to  be  issued  under  Section  9.109  of  the  Charter 
(including  related  ordinances  and  resolutions  of  the  Board);  and  (b)  to  pay  the  costs  of 
issuance  of  the  Refunding  Bonds.  If  determined  to  be  beneficial  to  the  Commission  by  the 
General  Manager,  with  the  advice  of  Montague  DeRose  and  Associates,  LLC  and 
Backstrom  McCarley  Berry  &  Co.,  LLC,  the  financial  advisors  to  the  Commission  with 
respect  to  the  Refunding  Bonds  (together,  the  "Financial  Advisors"),  the  Refiinding  Bonds 
may  also  be  issued  for  the  secondary  purposes  of  providing  fionds  for  (y)  the  credit 
enhancement  of  any  Refiinding  Bonds  (including  without  limitation  bond  insurance  policies 
and/or  reserve  fiand  surety  bonds  or  insurance  policies),  and  (z)  the  funding  of  debt  service 
reserves  for  the  Refimding  Bonds. 
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The  Refunding  Bonds  shall  be  issued  in  accordance  with  this  resolution,  the  Indenture, 
Board  Resolution  No.  1 5 1-12  and  the  Charter.  The  General  Manager  is  hereby  authorized 
and  directed  to  determine  the  aggregate  principal  amount  of  Refunding  Bonds  to  be  issued 
from  time  to  time  (subject  to  the  maximum  amount  and  further  limitations  and  conditions 
set  forth  herein)  and  to  determine  the  various  titles  and  series  designations  of  the 
Refunding  Bonds.  The  Refiinding  Bonds  may  be  issued  as  tax-exempt  bonds  or  taxable 
bonds,  or  any  combination  thereof.  The  forms  of  the  Refunding  Bonds,  in  substantially 
the  forms  set  forth  in  the  form  of  the  Supplemental  Indenture  presented  to  this  meeting, 
are  hereby  approved.  The  General  Manager  of  the  Commission  is  hereby  authorized  and 
directed  to  approve  and  to  execute  the  Refunding  Bonds  by  manual  or  facsimile  signature, 
and  the  Secretary  of  the  Commission  is  hereby  authorized  and  directed  to  attest,  by 
manual  or  facsimile  signature,  with  such  changes,  additions,  amendments  or 
modifications  thereto  which  they  may  approve  with  the  advice  of  the  City  Attorney,  such 
approval  to  be  conclusively  evidenced  by  the  execution  and  delivery  of  the  Refunding 
Bonds,  subject  to  the  limitations  set  forth  in  Section  2  hereof. 

Section  2.  Sale  of  the  Refunding  Bonds.  The  sale  of  the  Reftinding  Bonds,  in  one 
or  more  series  and  on  one  or  more  dates,  is  hereby  authorized  and  approved  by  the 
Commission,  subject  to  the  Charter  and  subject  to  the  limitations  and  conditions  provided 
herein  and  in  Board  Resolution  No.  151-12.  The  Commission  hereby  delegates  to  the 
General  Manager  the  authority  to  determine,  with  the  advice  of  the  Financial  Advisors, 
whether  to  sell  the  Refunding  Bonds  from  time  to  time  by  negotiated  sale  or  competitive 
sale,  provided  that  the  General  Manager  shall  not  approve  the  sale  of  the  Refunding 
Bonds  on  a  negotiated  basis  until  he  determines,  upon  consultation  with  the  Financial 
Advisors,  that  (i)  the  sale  of  the  Refunding  Bonds  through  a  negotiated  process  is 
determined  by  the  General  Manager  to  be  in  the  best  financial  interest  of  the 
Commission,  and  (ii)  the  requirements  of  Section  VIII  of  the  Commission's  Debt 
Management  Policies  and  Procedures,  as  the  same  may  have  been  amended  and  in  effect 
at  the  time  of  such  determination,  have  been  satisfied.  The  interest  rate  or  rates  on  the 
Refunding  Bonds  shall  not  exceed  twelve  percent  (12%)  and  the  final  maturity  of  any 
Refunding  Bonds  shall  not  be  later  than  40  years  aflter  the  issue  date  thereof.  The 
issuance  of  the  Refunding  Bonds  must  produce  a  net  present  value  savings  of  three 
percent  (3%)  or  greater  to  ensure  ratepayer  savings. 

Section  3.  Escrow  Agreements.  The  proposed  form  of  Escrow  Agreement  submitted 
to  this  Commission,  and  the  terms  and  conditions  thereof,  is  hereby  approved.  In  order  to 
implement  any  refunding  authorized  herein,  the  General  Manager  or  his  designee  is 
hereby  authorized  to  enter  into  one  or  more  Escrow  Agreements  with  the  trustee  of  the 
water  revenue  bonds  to  be  refunded,  substantially  in  the  form  presented  to  this  meeting 
and  on  file  with  the  Secretary  of  the  Commission,  with  such  changes  and  additions  as  the 
General  Manager  may  approve  upon  consultation  with  the  City  Attorney,  each  such 
approval  to  be  evidenced  conclusively  by  the  delivery  to  the  trustee  of  such  Escrow 
Agreement.  The  Secretary  of  the  Commission  is  directed  to  file  a  copy  of  said  form  of 
Escrow  Agreement  with  the  minutes  of  this  meeting. 

Section  4.  Disposition  of  Revenues:  Rate  Covenant.  Secfion  5.01(b)  of  the 
Indenture  which  sets  forth  the  disposition  of  Revenues  (as  defined  in  the  Indenture) 
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applicable  to  the  Commission's  Water  Enterprise  Bonds  is  hereby  confirmed  by  the 
Commission  and  the  Commission  further  confirms,  pledges  and  covenants  with  the 
holders  of  the  Refunding  Bonds  that  the  Revenues  shall  be  appropriated  and  expended  in 
the  order  of  priority  set  forth  in  Section  5.01(b)  of  the  Indenture,  as  the  same  may  be 
amended  from  time  to  time.  This  Commission  also  declares  that  the  Commission  will 
comply  with  all  of  the  terms,  provisions  and  covenants  contained  in  the  Indenture,  as  the 
same  may  be  amended  from  time  to  time,  including  the  covenants  to  establish,  fix, 
prescribe  and  collect  rates,  fees  and  charges  sufficient  to  enable  the  Commission  to 
comply  with  the  terms,  conditions  and  covenants  of  the  Indenture. 

Section  5.  Supplemental  Indenture.  The  proposed  form  of  Supplemental 
Indenture  for  the  Refunding  Bonds  submitted  to  this  Commission,  and  the  terms  and 
conditions  thereof,  are  hereby  approved.  The  General  Manager  of  the  Commission  or 
their  designees  are  authorized  and  directed  to  execute  and  deliver  and  the  Secretary  of  the 
Commission  or  the  designee  thereof  is  authorized  to  attest  one  or  more  Supplemental 
Indentures  in  such  forms,  with  such  additions  thereto  or  changes  therein  which  they  may 
approve  with  the  advice  of  the  City  Attomey,  such  approval  to  be  conclusively  evidenced 
by  the  execution  and  delivery  of  such  Supplemental  Indentures.  The  Secretary  of  the 
Commission  is  directed  to  file  a  copy  of  the  form  of  Supplemental  Indenture  with  the 
minutes  of  this  meeting.  Subject  to  the  further  limitations  hereof,  the  principal  amount, 
date,  maturity  date  or  dates,  maximum  interest  rate  or  rates,  series  designation,  interest 
payment  dates,  forms,  registration  privileges,  place  or  places  of  payment,  terms  of 
redemption,  insurance  provisions  and  other  terms  of  the  Refunding  Bonds  shall  be  as 
provided  in  the  Indenture. 

Section  6.  Preliminary  Official  Statement  and  Official  Statement.  The 
preliminary  official  statement  (the  "Preliminary  Official  Statemenf '),  in  substantially  the 
form  submitted  to  the  Commission,  is  hereby  approved,  and  the  General  Manager  or  the 
General  Manager's  designee  is  hereby  authorized  to  certify  from  time  to  time,  for  and  on 
behalf  of  the  Commission,  that  the  Preliminary  Official  Statement,  with  such  changes, 
additions  and  supplements  as  they  may  deem  necessary  or  appropriate  in  the  interest  of 
the  Commission,  in  consultation  with  the  City  Attomey,  is  deemed  final  as  of  its  date, 
within  the  meaning  of  Rule  15c2-12  (except  for  the  omission  of  certain  final  pricing, 
rafing  and  related  information  as  permitted  by  Rule  15c2-12).  The  Preliminary  Official 
Statement  is  hereby  authorized  to  be  used  from  time  to  time  in  connection  with  the 
marketing  of  the  Refunding  Bonds  and  the  Official  Notice  of  Sale  for  the  Refunding 
Bonds,  if  applicable.  In  connection  with  the  sale  of  all  or  a  portion  of  the  Refunding 
Bonds,  the  General  Manager  is  hereby  authorized  and  directed,  for  and  on  behalf  of  the 
Commission,  to  execute  one  or  more  Official  Statements  for  such  Refunding  Bonds  in 
substantially  the  form  of  the  Preliminary  Official  Statement,  and  to  cause  the  delivery  of 
such  Official  Statement  to  the  purchasers  of  such  Refunding  Bonds.  Notwithstanding  the 
foregoing  authorization.  Commission  staff  is  hereby  directed  to  return  to  the  Commission 
for  authorization  of  any  Preliminary  Official  Statement  or  Official  Statement  to  be  used 
in  connection  with  any  sale  of  Refunding  Bonds  that  is  to  occur  more  than  ninety  (90) 
days  following  the  earlier  of  (i)  the  first  sale  of  Refunding  Bonds  pursuant  to  the 
authority  granted  hereunder  or  (ii)  the  most  recent  Commission  approval  of  the  form  of 
such  Preliminary  Official  Statement  or  Official  Statement. 
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Section  7.  Competitive  Sale:  Official  Notice  of  Sale.  If  the  General  Manager 
determines  to  sell  all  or  a  portion  of  the  Refunding  Bonds  by  competitive  sale  from  time 
to  time,  the  proposed  form  of  Official  Notice  of  Sale  inviting  bids  for  such  Refunding 
Bonds,  submitted  to  this  Commission,  is  hereby  approved,  and  the  Financial  Advisors  are 
hereby  authorized  and  directed  to  disseminate  the  Official  Notice  of  Sale  to  prospective 
bidders  in  connection  with  each  sale  of  Refunding  Bonds,  with  such  additions,  changes 
and  corrections  thereto  as  the  General  Manager  shall  approve  with  the  advice  of  the  City 
Attorney,  such  approval  to  be  conclusively  evidenced  by  the  dissemination  thereof  to 
prospective  bidders.  In  a  competitive  sale,  sealed  proposals  shall  be  received  on  such 
date  or  dates  as  shall  be  selected  and  changed  as  necessary  by  the  General  Manager  for 
the  purpose  of  the  sale  of  the  Refunding  Bonds,  in  accordance  with  the  terms  and 
conditions  of  the  applicable  Official  Notice  of  Sale.  In  a  competitive  sale,  the  General 
Manager  is  hereby  authorized  to  award  the  Refunding  Bonds  to  be  sold  to  the  highest 
responsible  bidder,  so  long  as  such  bid  shall  provide  a  true  interest  cost  to  the 
Commission  of  not  to  exceed  twelve  percent  (12%)  per  annum,  and  the  price  to  be  paid  to 
the  Commission  for  Refunding  Bonds  shall  not  be  less  than  the  par  value  thereof,  less  a 
total  discount  of  not  to  exceed  five  percent  (5%).  If  such  true  interest  cost  and  price  are 
acceptable  to  the  General  Manager  and  satisfy  the  foregoing  criteria,  the  General 
Manager  is  hereby  authorized  and  directed  to  accept,  on  behalf  of  the  Commission,  the 
best  responsive  bid  for  such  Refunding  Bonds.  The  Secretary  of  the  Commission  is 
directed  to  file  a  copy  of  the  proposed  form  of  Official  Notice  of  Sale  with  the  minutes  of 
this  meeting. 

Section  8.  Notice  of  Intention.  The  proposed  form  of  Notice  of  Intenfion, 
submitted  to  this  Commission,  is  hereby  approved.  If  the  General  Manager  determines  to 
sell  all  or  a  portion  of  the  Refunding  Bonds  by  competitive  sale,  the  General  Manager  is 
hereby  authorized  and  directed  to  cause  a  Notice  of  Intention,  subject  to  such  corrections, 
revisions  or  additions  as  may  be  approved  by  the  General  Manager  (such  approval  to  be 
conclusively  evidenced  by  the  publication  thereof),  to  be  published  once  at  least  five  (5) 
days  before  the  date  of  sale  of  the  Refunding  Bonds  in  a  financial  newspaper  of  general 
circulation  in  the  City  and  in  a  financial  publicafion  generally  circulated  throughout  the 
state  or  reasonably  expected  to  be  disseminated  among  prospective  bidders  for  the 
Refunding  Bonds.  The  Secretary  of  the  Commission  is  directed  to  file  a  copy  of  said 
form  of  Notice  of  Intenfion  with  the  minutes  of  this  meeting. 

Secfion  9.  Negotiated  Sale:  Bond  Purchase  Contract.  If  the  General  Manager 
determines  to  sell  all  or  a  portion  of  the  Refunding  Bonds  by  negotiated  sale  from  time  to 
time  pursuant  to  the  authority  granted  in  Section  2  hereof,  the  General  Manager  is  hereby 
authorized  to  select  and  appoint  (i)  one  or  more  underwriters  (each,  an  "Underwriter" 
and,  collectively,  the  "Underwriters")  from  the  Commission's  or  the  City's  pool  of 
prequalified  underwriters  in  accordance  with  the  City's  policies  and  procedures  with 
respect  thereto,  subject  to  the  limits  on  underwriter  compensation  set  forth  below  and  (ii) 
an  independent  pricing  agent  that  will  advise  and  provide  certification  substantially  to  the 
effect  that  the  Underwriters  have  provided  the  Commission  with  the  best  pricing  results 
at  the  time  of  sale  of  the  Refunding  Bonds.  The  General  Manager  is  hereby  authorized 
and  directed,  for  and  on  behalf  of  and  in  the  name  of  the  Commission,  to  sell  at  one  or 
more  negofiated  sales.  Refunding  Bonds  in  such  aggregate  principal  amount  as  the 
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General  Manager  may  determine,  subject  to  the  further  hmitations  and  conditions  hereof. 
The  General  Manager  or  his  designee  is  hereby  authorized  to  enter  into  a  Bond  Purchase 
Contract  with  one  or  more  of  the  Underwriters,  individually  or  collectively  as  the  General 
Manager  deems  appropriate,  substantially  in  the  form  presented  at  this  meeting  and  on 
file  with  the  Secretary  of  the  Commission,  with  such  changes  and  additions  as  the 
General  Manager  may  approve  upon  consultation  with  the  City  Attorney,  such  approval 
to  be  evidenced  conclusively  by  the  execution  and  delivery  of  each  such  Bond  Purchase 
Contract;  provided,  however,  that  the  total  compensation  to  the  Underwriters  shall  not 
exceed  one  percent  (1%)  of  the  par  value  of  the  Reflmding  Bonds.  Refunding  Bonds  sold 
in  a  negotiated  sale  shall  be  delivered  to  the  Underwriters  upon  payment  of  the  purchase 
price  agreed  upon  in  the  applicable  Bond  Purchase  Contract,  together  with  accrued 
interest,  if  any. 

Section  10.  Continuing  Disclosure  Certificate.  The  proposed  form  of  Continuing 
Disclosure  Certificate  for  the  Refunding  Bonds,  submitted  to  this  Commission,  is  hereby 
approved.  The  General  Manager  or  the  General  Manager's  designee  is  hereby  authorized 
and  directed  to  execute  the  Continuing  Disclosure  Certificate  for  the  Refunding  Bonds 
from  time  to  time,  substantially  in  the  form  submitted  to  this  Commission,  with  such 
additions,  changes  and  corrections  thereto  as  the  General  Manager  or  the  designee  thereof 
shall  approve  with  the  advice  of  the  City  Attorney,  such  approval  to  be  conclusively 
evidenced  by  the  execution  and  delivery  of  such  Continuing  Disclosure  Certificate.  The 
Secretary  of  the  Commission  is  directed  to  file  a  copy  of  said  form  of  Continuing 
Disclosure  Certificate  with  the  minutes  of  this  meeting. 

Section  II.  General  Authority.  The  General  Manager,  the  Deputy  General 
Manager  and  Chief  Operating  Officer  and  the  Assistant  General  Manager,  Business 
Services  and  Chief  Financial  Officer,  of  the  Commission  and  the  officers  of  the  City  are 
hereby  authorized  and  directed,  each  acting  alone,  for  and  in  the  name  and  on  behalf  of 
this  Commission,  to  execute  and  deliver  any  and  all  documents,  certificates  and 
representations,  including,  but  not  limited  to,  signature  certificates,  no-litigation 
certificates,  tax  certificates,  letters  of  representation  relafing  to  book-entry  registration, 
custody  agreements,  filing  agent  agreements,  and  certificates  concerning  the  contents  of 
the  Official  Statement  and  the  Preliminary  Official  Statement,  to  contract  for  municipal 
bond  insurance  for  all  or  a  portion  of  the  Refunding  Bonds  if  determined  by  the  General 
Manager,  with  the  advice  of  the  Financial  Advisors,  to  be  beneficial  to  the  Commission, 
to  contract  for  one  or  more  surety  bonds  or  insurance  policies  for  the  debt  service 
reserves  for  the  Refunding  Bonds  if  determined  by  the  General  Manager,  with  the  advice 
of  the  Financial  Advisors,  to  be  beneficial  to  the  Commission,  to  do  any  and  all  things 
and  take  any  and  all  actions  which  may  be  necessary  or  advisable,  in  their  discrefion,  to 
effectuate  the  issuance  and  sale  of  the  Refunding  Bonds,  the  financing  or  refinancing  of 
the  projects,  the  refunding  of  outstanding  water  revenue  bonds  or  commercial  paper,  and 
the  other  actions  which  the  Commission  has  approved  in  this  resolution.  The  General 
Manager  is  authorized  to  delegate  any  of  the  responsibilities  or  duties  set  forth  in  this 
resolution  to  the  Deputy  General  Manager  and  Chief  Operating  Officer  or  to  the  Assistant 
General  Manager,  Business  Services  and  Chief  Financial  Officer,  of  the  Commission. 
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Section  12.  Ratification.  All  actions  heretofore  taken  by  the  officials,  employees 
and  agents  of  the  Commission  with  respect  to  the  authorization,  sale  and  issuance  of  the 
Refunding  Bonds  are  hereby  approved,  confirmed  and  ratified. 

Section  13.  Effective  Date.  This  resolution  shall  take  effect  from  and  after  its 
adoption. 
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PASSED  AND  ADOPTED  on  June  26,  2012,  by  the  following  vote: 
AYES:  4 

NOS:0 

President  of  the  Public  Utilities  Commission 
of  the  City  and  County  of  San  Francisco 

Attest: 

Secretary  of  the  Public  Utilities  Commission 
of  the  City  and  County  of  San  Francisco 

APPROVED  AS  TO  FORM: 
DENNIS  J.  HERRERA,  City  Attorney 


By: 


Mark  D.  Blake 
Deputy  City  Attorney 


CERTIFICATE  OF  SECRETARY 


I,  Donna  Hood,  Secretary  of  the  Public  Utilities  Commission  of  the  City  and  County  of 
San  Francisco,  hereby  certify  that  the  foregoing  is  a  full,  true  and  correct  copy  of 
Resolution  No.  12-0117  duly  adopted  at  the  regular  meeting  of  the  Public  Utilities 
Commission,  duly  and  regularly  held  on  June  26,  2012,  of  which  meeting  all  of  the 
members  of  said  Commission  had  due  notice. 

I  further  certify  that  at  least  72  hours  prior  to  such  meeting  I  caused  to  be  delivered  to  the 
Documents  Department  of  the  San  Francisco  Public  Library  two  copies  of  the  agenda  for 
such  meeting  to  be  posted  immediately  upon  receipt  by  such  Department  at  the  place 
designated  by  the  City  Librarian  for  the  posting  of  agenda  in  the  central  public  library, 
which  place  is  accessible  to  the  public  in  accordance  with  Section  8.16  of  the 
Administrative  Code  of  the  City  and  County  of  San  Francisco,  and  that  a  brief  description 
of  such  resolution  appeared  as  an  item  on  such  agenda. 

I  further  certify  that  I  have  carefully  compared  the  foregoing  copy  with  the  original 
minutes  of  said  meeting  on  file  and  of  record  in  my  office;  that  said  copy  is  a  full,  true 
and  correct  copy  of  the  original  resolution  adopted  at  said  meeting  and  entered  in  said 
minutes;  and  that  said  resolution  has  not  been  amended,  modified  or  rescinded  in  any 
manner  since  the  date  of  its  adoption,  and  the  same  is  now  in  full  force  and  effect. 

IN  WITNESS  WHEREOF,  I  have  executed  this  certificate  of  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  thereto  this  27'*'  day  of  June  2012. 


Donna  Hood 

Secretary  of  the  Public  Utilities  Commission 
of  the  City  and  County  of  San  Francisco 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0118 


WHEREAS,  on  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(the  "City")  approved  Proposition  E,  which  among  other  things,  authorized  the  San  Francisco 
Public  Utilities  Commission  (the  "Commission")  to  issue  indebtedness,  including  revenue  bonds, 
notes,  commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by  ordinance  approved 
by  a  two-thirds  vote  of  the  Board  of  Supervisors  of  the  City  (the  "Board"),  for  the  purpose  of 
reconstructing,  replacing,  expanding,  repairing  or  improving  wastewater  facilities  under  the 
jurisdiction  of  the  Commission  (the  "Wastewater  Enterprise");  and 

WHEREAS,  pursuant  to  Section  43.5  of  the  San  Francisco  Administrative  Code 
("Article  V"),  enacted  by  Ordinance  No.  203-98  adopted  by  the  Board  on  June  8,  1998,  and 
signed  by  the  Mayor  of  the  City  on  June  19,  1998,  as  amended  by  Ordinance  No.  270-06, 
adopted  on  October  24,  2006  by  the  Board  and  signed  by  the  Mayor  on  October  31,  2006,  the 
Board  established  a  procedure  pursuant  to  which  the  Commission  may  issue  short-term 
indebtedness,  including  the  issuance  of  commercial  paper  in  anticipation  of  the  issuance  of  its 
revenue  bonds;  and 

WHEREAS,  the  Commission  has  previously  authorized  pursuant  to  Resolution  No.  06- 
0164,  approved  by  the  Commission  on  September  26,  2006,  and  the  Board  has  previously 
approved  pursuant  to  Ordinance  No.  266-06,  adopted  by  the  Board  on  October  24,  2006,  and 
signed  by  the  Mayor  on  October  3 1 ,  2006,  the  establishment  of  a  commercial  paper  program  for 
the  Wastewater  Enterprise  (the  "Wastewater  CP  Program")  and  the  issuance  of  up  to  $150 
million  in  aggregate  principal  amount  of  commercial  paper  notes  outstanding  at  any  one  time; 
and 

WHEREAS,  the  Commission  has  authorized  pursuant  to  Resolution  No.  1 1-0197, 
approved  by  the  Commission  on  December  13,  201 1,  and  the  Board  has  approved  pursuant  to 
Ordinance  No.  91-12,  adopted  by  the  Board  on  May  1,  2012,  and  signed  by  the  Mayor  on  May 
14,  2012,  an  ordinance  to  authorize  (together  with  Ordinance  No.  266-06,  the  "Ordinances"),  an 
increase  in  the  Wastewater  CP  Program  from  an  aggregate  principal  amount  not  to  exceed  $1 50 
million  of  commercial  paper  notes  outstanding  at  any  one  time  to  an  aggregate  principal  amount 
not  to  exceed  $300  million  of  commercial  paper  notes  outstanding  at  any  one  time  (the  "CP 
Notes");  and 

WHEREAS,  pursuant  to  Resolution  No.  1 1-0197  and  the  Ordinances,  the  Commission  is 
authorized  to  take  any  and  all  necessary  action  in  connection  with  the  issuance  of  the  CP  Notes 
and  the  expansion  of  the  Wastewater  CP  Program,  including,  the  execution  of  one  or  more 
commercial  paper  dealer  agreements  entered  into  in  connection  with  the  sale  and  issuance  of  the 
CP  Notes;  and 

WHEREAS,  the  terms  of  the  (i)  Amended  and  Restated  Dealer  Agreement,  dated 
February  1 ,  2009,  as  amended,  by  and  between  the  Commission  and  Merrill  Lynch,  Pierce, 
Fenner  &  Smith  Incorporated  and  (ii)  Amended  and  Restated  Dealer  Agreement,  dated  February 
1 ,  2009,  as  amended,  by  and  among  the  Commission,  Morgan  Stanley  &  Co.  Incorporated  and 
Jackson  Securities,  LLC  (collectively,  the  "Original  Dealer  Agreements"),  each  expire  on  July 
31,  2012;  and 

WHEREAS,  in  order  to  accommodate  the  expiration  of  the  Original  Dealer  Agreements 
and  the  increase  in  the  aggregate  principal  amount  of  the  Wastewater  CP  Program,  the 


Commission  finds  it  necessary  to  execute  one  or  more  commercial  paper  dealer  agreements  for 
the  CP  Notes;  and 

WHEREAS,  the  Commission  issued  a  request  for  bids  from  commercial  paper  dealers  in 
connection  with  the  issuance  and  sale  of  the  CP  Notes  (the  "Dealer  RFP");  and 

WHEREAS,  the  proposed  form  of  dealer  agreement  (the  "Dealer  Agreement")  has  been 
presented  to  the  Commission  and  filed  with  the  Secretary,  and  the  Commission  finds  it  in  its  best 
interest  to  enter  into  such  agreement  with  one  or  more  qualified  commercial  paper  dealers;  and 

WHEREAS,  on  February  28,  2012  the  Environmental  Review  Officer  issued  a  Certificate 
of  the  City  and  County  of  San  Francisco  Planning  Department  (pursuant  to  Section  8B.  124(b)  of 
the  Charter  of  the  City)  (the  "Planning  Department  Certificate")  with  respect  to  environmental 
review  for  projects  to  be  funded  by  the  issuance  of  the  debt  to  the  Board  of  Supervisors  and  as  a 
result  of  the  issuance  of  the  Planning  Department  Certificate  the  issuance  of  any  subsequent 
certificate  is  unnecessary;  and  now  therefore  be  it 

RESOLVED  by  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  as  follows: 

Section  1 .  Approval  of  Dealer  Agreement.  The  Dealer  Agreement,  in  substantially  the 
form  submitted  to  this  Commission,  is  hereby  approved  and  recommended  to  the  Director  of  the 
City's  Office  of  Public  Finance  (the  "Director")  for  approval  pursuant  to  Article  V.  The  General 
Manager  of  the  Commission  (the  "General  Manager")  or  his  or  her  designee  is  authorized  and 
directed  to  execute  and  deliver  one  or  more  of  Dealer  Agreements  in  substantially  said  form, 
subject  to  such  additions  thereto  or  changes  therein  which  the  General  Manager,  upon 
consultation  with  the  City  Attorney  and  Director,  shall  approve,  such  approval  to  be  conclusively 
evidenced  by  the  execution  and  delivery  of  such  Dealer  Agreements,  provided  that  the  Dealer 
Agreement(s)  are  awarded  to  one  or  more  qualified  commercial  paper  dealers  for  a  period  not  to 
exceed  three  years,  with  optional  annual  extensions  not  to  exceed  five  years  from  the 
commencement  date  of  the  initial  term. 

Section  2.  Appointment  of  Commercial  Paper  Dealers.  The  General  Manager  or  his  or 
her  designee  is  hereby  authorized  to  select  and  appoint  one  or  more  qualified  commercial  paper 
dealers  from  the  pool  of  dealers  who  responded  to  the  Dealer  RFP,  provided  that  the  General 
Manager  or  his  or  her  designee,  upon  consultation  with  the  City  Attorney  and  Director,  shall 
select  one  or  more  dealers  whose  responses  to  the  Dealer  RFP  are  most  advantageous  to  the 
Commission. 

Section  3.  Further  Actions;  Extensions  of  Term  of  Dealer  Agreement.  The  General 
Manager  or  his  or  her  designee,  and  in  consultation  with  the  City  Attorney  and  the  Director,  is 
hereby  authorized  and  directed  to  execute  such  other  agreements,  certifications  or  documents  and 
to  take  any  and  all  necessary  action  in  furtherance  of  the  marketing  and  sale  of  the  CP  Notes. 
The  General  Manager  is  further  authorized,  in  consultation  with  the  City  Attorney  and  the 
Director,  to  execute  one  or  more  amendments  to  extend  the  term  of  any  Dealer  Agreement 
authorized  hereunder  for  a  period  not  to  exceed  three  years,  with  optional  annual  extensions  not 
to  exceed  five  years  from  the  commencement  date  of  the  initial  term,  so  long  as  the  total 
compensation  to  the  commercial  paper  dealer(s)  shall  not  exceed  an  aggregate  of  $150,000  per 
year. 

Section  4.  Delegation.  The  General  Manager  is  authorized  to  delegate  any  of  the 
responsibilities  or  duties  set  forth  in  this  resolution  to  the  Assistant  General  Manager,  Business 
Services  and  Chief  Financial  Officer  of  the  Commission. 

Section  5.  Ratification.  All  actions  heretofore  taken  by  the  officials,  employees  and 
agents  of  the  Commission  with  respect  to  the  replacement  of  the  Original  Dealer  Agreements  for 


j 


the  Wastewater  CP  Program,  the  increase  in  the  aggregate  principal  amount  of  the  Wastewater 
CP  Program  and  the  issuance  and  sale  of  the  CP  Notes  are  hereby  approved,  confirmed  and 
ratified. 

Section  6.  Effective  Date.  This  resolution  shall  take  effect  from  and  after  its  adoption. 

PASSED  AND  ADOPTED  on  June  26,  2012,  by  the  following  vote: 
AYES:  4 
NOS:0 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  26,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0119 


WHEREAS,  on  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(the  "City")  approved  Proposition  E,  which  among  other  things,  authorized  the  San  Francisco 
PubHc  UtiUties  Commission  (the  "Commission")  to  issue  indebtedness,  including  revenue  bonds, 
notes,  commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by  ordinance  approved 
by  a  two-thirds  vote  of  the  Board  of  Supervisors  of  the  City  (the  "Board"),  for  the  purpose  of 
reconstructing,  replacing,  expanding,  repairing  or  improving  wastewater  facilities  under  the 
jurisdiction  of  the  Commission  (the  "Wastewater  Enterprise");  and 

WHEREAS,  pursuant  to  Section  43.5  of  the  San  Francisco  Administrative  Code 
("Article  V"),  enacted  by  Ordinance  No.  203-98  adopted  by  the  Board  on  June  8,  1998,  and 
signed  by  the  Mayor  of  the  City  on  June  19,  1998,  as  amended  by  Ordinance  No.  270-06, 
adopted  on  October  24,  2006  by  the  Board  and  signed  by  the  Mayor  on  October  3 1 ,  2006,  the 
Board  established  a  procedure  pursuant  to  which  the  Commission  may  issue  short-term 
indebtedness,  including  the  issuance  of  commercial  paper  in  anticipation  of  the  issuance  of  its 
revenue  bonds;  and 

WHEREAS,  the  Commission  has  previously  authorized  pursuant  to  Resolution  No.  06- 
0164,  approved  by  the  Commission  on  September  26,  2006,  and  the  Board  has  previously 
approved  pursuant  to  Ordinance  No.  266-06,  adopted  by  the  Board  on  October  24,  2006,  and 
signed  by  the  Mayor  on  October  3 1 ,  2006,  the  establishment  of  a  commercial  paper  program  for 
the  Wastewater  Enterprise  (the  "Wastewater  CP  Program")  and  the  issuance  of  up  to  $150 
million  in  principal  amount  of  commercial  paper  notes  (together  with  the  additional  commercial 
paper  notes  authorized  hereunder,  the  "CP  Notes");  and 

WHEREAS,  in  order  to  provide  liquidity  support  for  the  payment  of  maturing  CP  Notes 
issued  under  the  Wastewater  CP  Program  the  Commission  established  two  separate  revolving 
lines  of  credit  on  February  10,  2012,  each  in  the  principal  amount  of  $75,000,000,  offered  by 
JPMorgan  Chase  Bank,  National  Association  relating  to  the  Public  Utilities  Commission  of  the 
City  and  County  of  San  Francisco  Commercial  Paper  Notes  (Wastewater,  Proposition  E) 
$75,000,000  Series  A-1  (Tax  Exempt)  and  U.S.  Bank  National  Association  relating  to  the  Public 
Utilities  Commission  of  the  City  and  County  of  San  Francisco  Commercial  Paper  Notes 
(Wastewater,  Proposition  E)  $75,000,000  Series  A-2  (Tax  Exempt);  and 

WHEREAS,  the  Commission  has  authorized  pursuant  to  Resolution  No.  1 1-0197, 
approved  by  the  Commission  on  December  13,  201 1,  and  the  Board  has  approved  pursuant  to 
Ordinance  No.  91-12,  adopted  by  the  Board  on  May  1,  2012,  and  signed  by  the  Mayor  on  May 
14.  2012,  an  ordinance  to  authorize  (together  with  Ordinance  No.  266-06,  the  "Ordinances"),  an 
increase  in  the  Wastewater  CP  Program  from  an  aggregate  principal  amount  not  to  exceed  $150 
million  to  an  aggregate  principal  amount  not  to  exceed  $300  million;  and 

WHEREAS,  pursuant  to  Resolution  No.  1 1-0197  and  the  Ordinances,  the  Commission  is 
authorized  to  take  all  necessary  action  in  connection  with  the  expansion  of  the  Wastewater  CP 
Program,  provided  that  the  General  Manager  retums  to  the  Commission  for  approval  of  any 
credit  facilities  negotiated  with  any  bank  in  connection  with  the  expansion  of  the  Wastewater  CP 
Program;  and 

WHEREAS,  the  Commission  issued  a  request  for  bids  from  qualified  banks  to  provide 
for  one  or  more  letters  of  credit  or  revolving  lines  of  credit  to  secure  the  payment  of  the  CP 
Notes  in  an  aggregate  principal  amount  not  to  exceed  $150  million;  and 


WHEREAS,  after  an  evaluation  of  the  responses  to  such  request  for  bids,  the 
Commission  staff  determined  that  revolving  lines  of  credit,  each  in  the  principal  amount  of  $75 
million,  offered  by  Union  Bank,  N.A.,  and  The  Bank  of  Tokyo-Mitsubishi  UFJ,  Ltd.  (each  a 
"Bank"  and  collectively  the  "Banks"),  were  the  most  advantageous  to  the  Commission;  and 

WHEREAS,  the  proposed  forms  of  the  Revolving  Credit  and  Term  Loan  Agreements  and 
related  Fee  Agreement  (the  "Revolving  Loan  Agreements"  and  "Fee  Agreements",  respectively) 
to  be  entered  into  by  the  Commission  and  each  of  the  Banks  have  been  presented  to  the 
Commission  and  filed  with  the  Secretary,  and  the  Commission  finds  it  in  its  best  interest  to  enter 
into  such  agreements;  and 

WHEREAS,  the  Commission  will  issue  a  separate  series  of  CP  Notes  secured  by  each 
Revolving  Loan  Agreement  and  prepare  and  cause  the  distribution  of  an  offering  memorandum 
related  to  the  CP  Notes  that  are  secured  by  each  Revolving  Loan  Agreement;  and 

WHEREAS,  in  order  to  accommodate  the  use  of  each  Revolving  Loan  Agreement  the 
Commission  finds  it  appropriate  and  in  its  best  interest  to  execute  a  new  issuing  and  paying  agent 
agreement  (the  "Paying  Agent  Agreement")  with  U.S.  Bank,  National  Association,  as  issuing 
and  paying  agent  (the  "Paying  Agent")  for  each  series  of  CP  Notes;  and 

WHEREAS,  the  forms  of  the  proposed  offering  memorandum  (the  "Offering 
Memorandum")  and  the  proposed  Paying  Agent  Agreements  have  also  been  submitted  to  the 
Commission  and  filed  with  the  Secretary;  and 

WHEREAS,  on  February  28,  2012  the  Environmental  Review  Officer  issued  a  Certificate  of  the 
City  and  County  of  San  Francisco  Planning  Department  (pursuant  to  Section  8B.  124(b)  of  the 
Charter  of  the  City)  (the  "Planning  Department  Certificate")  with  respect  to  environmental 
review  for  projects  to  be  funded  by  the  issuance  of  the  debt  to  the  Board  of  Supervisors  and  as  a 
result  of  the  issuance  of  the  Planning  Department  Certificate  the  issuance  of  any  subsequent 
certificate  is  unnecessary;  and  now  therefore  be  it 

RESOLVED  by  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  as  follows: 

Section  1 .  Approval  of  Revolving  Loan  Agreements.  The  Revolving  Loan  Agreements 
and  Fee  Agreements,  in  substanfially  the  forms  submitted  to  this  Commission,  and  are  hereby 
approved  and  recommended  to  the  Director  of  the  City's  Office  of  Public  Finance  (the 
"Director")  for  approval  pursuant  to  Article  V.  The  General  Manager  of  the  Commission  (the 
"General  Manager")  or  his  or  her  designee  is  authorized  and  directed  to  execute  and  deliver  each 
Revolving  Loan  Agreement  and  Fee  Agreement,  subject  to  such  additions  thereto  or  changes 
therein  which  the  General  Manager,  upon  consultation  with  the  City  Attorney  and  Director,  shall 
approve,  such  approval  to  be  conclusively  evidenced  by  the  execution  and  delivery  of  each  such 
Revolving  Loan  Agreement  and  Fee  Agreement,  provided  that  the  Commission  may  enter  into 
one  or  both  of  such  agreements  so  long  as  the  principal  commitment  in  the  aggregate  does  not 
exceed  $150,000,000,  and  the  inifial  term  of  either  or  both  agreements  is  for  a  period  not  to 
exceed  three  years,  with  optional  annual  extensions  not  to  exceed  five  years  from  the 
commencement  date  of  the  initial  term. 

Section  2.  Appointment  of  Banks.  The  General  Manager  is  hereby  authorized  to  appoint 
the  Banks  to  provide  revolving  lines  of  credit  to  secure  the  payment  of  the  CP  Notes,  or  to  select 
and  appoint  another  financial  institution  if  either  Bank  is  unwilling  to  agree  to  the  Revolving 
Loan  Agreements  and  the  Fee  Agreements  that  have  been  submitted  to  the  Commission  subject 
to  such  additions  thereto  or  changes  therein  which  the  General  Manager,  upon  consultation  with 
the  City  Attorney  and  Director  have  approved,  provided,  however,  that  the  General  Manager, 
upon  consultation  with  the  City  Attorney  and  Director,  shall  determine  that  such  agreements 
shall  not  impose  any  obligations  more  onerous  than  under  the  agreements  approved  in  Section  1 
of  this  Resolution. 


Sections.  Approval  of  Paving  Agent  Agreements.  The  proposed  forms  of  the  Paying 
Agent  Agreements  between  the  Commission  and  the  Paying  Agent,  submitted  to  this 
Commission,  are  hereby  approved  and  recommended  to  the  Director  for  approval  pursuant  to 
Article  V.  The  General  Manager  or  his  or  her  designee  is  authorized  and  directed  to  execute  and 
deliver  to  Paying  Agent  Agreement,  subject  to  such  additions  thereto  or  changes  therein  which 
the  General  Manager,  upon  consultation  with  the  City  Attorney  and  Director,  shall  approve,  such 
approval  to  be  conclusively  evidenced  by  the  execution  and  delivery  of  each  such  Paying  Agent 
Agreement. 

Section  4.  Limitations.  Consistent  with  the  Ordinances,  in  no  event  shall  the  CP  Notes 
exceed  $300,000,000  in  aggregate  principal  amount  and  in  no  event  shall  the  interest  rate  or 
interest  rates  cause  the  aggregate  average  interest  cost  to  exceed  12%  per  annum,  and  in  no  event 
shall  the  term  of  any  bank  reimbursement  obligation  exceed  10  years. 

Sections.  Offering  Memorandum.  The  General  Manager  or  his  or  her  designee,  in 
consultation  with  the  City  Attorney  and  the  Director,  is  hereby  authorized  and  directed  to  prepare 
and  cause  the  distribution  of  an  Offering  Memorandum  relating  to  the  CP  Notes,  in  substantially 
the  form  submitted  to  this  Commission,  subject  to  such  additions  thereto  and  changes  therein, 
and  any  amendments  or  supplements  thereto  from  time  to  time  which  the  General  Manager,  in 
consultation  with  the  City  Attorney  and  the  Director,  shall  approve. 

Section  6.  Further  Actions;  Extensions  of  Term  of  Revolving  Loan  Agreements.  The 
General  Manager  or  his  or  her  designee,  and  in  consultation  with  the  City  Attorney  and  the 
Director,  is  hereby  authorized  and  directed  to  execute  such  other  agreements,  certifications  or 
documents  and  to  take  any  and  all  necessary  action  in  furtherance  of  the  marketing  and  sale  of 
the  CP  Notes.  The  General  Manager  is  further  authorized,  in  consultation  with  the  City  Attorney 
and  the  Director,  to  execute  amendments  to  extend  the  term  of  either  or  both  of  the  Revolving 
Loan  Agreements  for  an  aggregate  period  not  exceeding  five  years  from  their  respective 
commencement  date(s),  provided  that  the  annual  facility  fee  payable  to  the  Banks  shall  not 
exceed  $2  million  per  year  in  the  aggregate  and  the  amendments  shall  otherwise  comply  with 
Section  4  hereof. 

Section?.  Delegation.  The  General  Manager  is  authorized  to  delegate  any  of  the 
responsibilities  or  duties  set  forth  in  this  resolution  to  the  Assistant  General  Manager,  Business 
Services  and  Chief  Financial  Officer  of  the  Commission. 

Section  8.  Ratification.  All  actions  heretofore  taken  by  the  officials,  employees  and 
agents  of  the  Commission  with  respect  to  the  replacement  of  the  credit  support  for  the 
Wastewater  CP  Program  and  the  issuance  and  sale  of  the  CP  Notes  are  hereby  approved, 
confirmed  and  ratified. 

Section  9.  Effective  Date.  This  resolufion  shall  take  effect  from  and  after  its  adoption. 

PASSED  AND  ADOPTED  on  June  26,  2012,  by  the  following  vote: 
AYES:  4 
NOS:  0 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  26,  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  1 2-0 1 20 


WHEREAS,  in  September,  2005,  at  the  General  Assembly  of  the  United  Nations  in  New 
York  City,  leaders  and  heads  of  state  were  presented  an  entry  into  the  60""  Anniversary  of  the 
United  Nations  Commemorative  Journal  entitled  "A  Living  Library  -  A  Global  Network  of 
Diversity  and  Commonality"  by  Bonnie  Ora  Sherk;  and 

WHEREAS,  "A  Living  Library"  was  described  by  Sherk  as  a  metaphor  for  things  of 
nature  like  people,  birds,  trees,  air,  water;  and  things  created  by  people  such  as  parks,  gardens, 
schools,  curricula,  artworks,  networks,  communities,  celebrations;  and 

WHEREAS,  the  cumulative  scope  of  a  "Living  Library"  is  described  by  Sherk  as  a  broad 
framework  for  understanding  that  culture  and  technology  are  a  part  of  nature;  and 

WHEREAS,  "A  Living  Library"  and  the  "Think  Parks"  programs  have  been  developed 
from  conceptual  frameworks  into  active  educational  programs  in  six  San  Francisco  schools, 
providing  academic  learning  opportunities  and  critical  skills  development  opportunities  for  over 
800  school  children  in  the  OMI/Excelsior,  Bemal  Heights,  and  Chinatown  neighborhoods;  and 

WHEREAS,  students  that  participate  in  these  programs  help  transform  and  maintain  their 
schoolyards  and  neighborhoods  by  planting  organic  flower  and  vegetable  gardens;  orchards; 
rainwater  gardens;  and  California  native  learning  zones;  and 

WHEREAS,  students  learn  about  gardening,  ecology,  watersheds,  water  conservation, 
rainwater  harvesting,  health,  nutrition,  literacy,  arts,  leadership,  service  learning,  green  skills  job 
training  and  other  subject  areas  through  the  programs;  and, 

WHEREAS,  students  help  improve  their  neighborhoods  and  provide  a  public  benefit 
through  the  programs  (with  over  700  trees  already  planted  through  the  program)  while 
simultaneously  learning  about  science,  math,  history,  language  arts  and  technology;  and, 

WHEREAS,  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  and  Life  Frames 
Inc.  desire  to  support  the  "Living  Library"  and  "Think  Parks"  programs  by  utilizing  SFPUC 
funding  of  an  amount  not-to-exceed  $100,000  in  a  Grant  Agreement  to  implement  the  program; 
and 

WHEREAS,  Life  Frames  Inc.  is  willing  to  accept  funding  from  the  SFPUC  for  the 
purpose  of  implementing  this  program;  and, 

WHEREAS,  both  parties  desire  to  enter  into  this  Grant  Agreement  to  allow  SFPUC 
ftmding  to  be  used  to  achieve  the  Parties  respective  goals  and  objectives;  now,  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  this  Grant  Agreement,  approved  as  to  form  by 
the  City  Attorney,  with  Life  Frames  Inc.,  for  an  amount  not-to-exceed  $100,000,  with  a  total 
duration  of  twelve  (12)  months,  to  provide  "A  Living  Library"  and  "Think  Parks"  educational 
programs  in  six  San  Francisco  Schools,  providing  academic  learning  opportunities  and  critical 


skills  development  opportunities  in  the  OMI/Excelsior,  Bernal  Heights,  and  Chinatown 
neighborhoods. 


I  hereby  certify  that  the  Foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  26,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0121 


WHEREAS,  San  Francisco  voters  have  approved  a  total  of  nearly  $14  million  in  bond 
funding  allocated  since  2003  for  green  schoolyards  design  and  construction;  and 

WHEREAS,  This  public  funding  will  be  used  to  complete  the  development  of  green 
schoolyards  at  84  K-12  public  schools  throughout  San  Francisco;  and 

WHEREAS,  In  2011,  San  Francisco  Green  Schools  Alliance  (SFGSA),  a  fiscally- 
sponsored  program  of  the  SFSA,  and  the  San  Francisco  Unified  School  District  ("SFUSD") 
launched  Green  Schools  Corps  -  the  first  service  corps  program  in  the  United  States  dedicated  to 
promofing  place-based  outdoor  learning,  fostering  ecological  and  food-literacy,  and  leading 
innovative  sustainability  efforts  in  a  public  school  district;  and 

WHEREAS,  The  SFGSA  is  working  with  school  communities  throughout  SFUSD  to 
provide  the  outdoor  classroom  programming,  teacher  training,  and  other  support  resources 
needed  to  reap  the  full  educational  and  conservation  benefits  of  their  new  green  schoolyards;  and 

WHEREAS,  The  Green  Schools  Corps  members  are  promoting  a  new  standardized  eco- 
literacy  curriculum  framework,  coordinating  off-site  sustainability  field  trips,  supporting  teachers 
as  they  make  the  transifion  to  teaching  in  green  schoolyards,  and  building  strong  school 
communities  through  green  schoolyards  and  conservation  projects;  and 

WHEREAS,  The  SFPUC  selected  SFGSA  as  a  grant  recipient  because  of  the  unique 
access  SFGSA  has  through  the  Green  Schools  Corps  program  to  partner  with  SFPUC  in 
developing  the  water  (clean  and  sewer)  and  power  components  of  the  Green  Schools  Corps 
program  in  order  to  provide  thousands  of  students  and  their  families  with  the  knowledge  and 
inspiration  needed  to  undertake  practical  environmental  conservation  and  management  measures; 
and 

WHEREAS,  The  SFPUC  desires  to  fiand  the  SFGSA  to  develop  educational  outcomes 
associated  with  the  SFPUC 's  water,  sewer  and  power  services  and  operations  through  the  Green 
Schools  Corps'  standards-based  curricula  frameworks,  sustainability  acfivities,  and  off-site 
programming;  and 

WHEREAS,  The  SFGSA  is  willing  to  make  environmental  stewardship,  energy 
conservation  and  rnanagement  major  components  of  the  Green  Schools  Corps  program  and 
provide  dedicated  on-the-ground  staff  people  placed  in  schools  throughout  San  Francisco  who 
will  serve  as  point  people  for  all  school  greening  and  outdoor  education  activities;  and 

WHEREAS,  The  SFGSA  is  willing  to  work  with  the  SFPUC  to  develop,  capture  and 
present  the  experience  Kindergarten  through  fifth  (5th)  grade  SFUSD  students  will  have  as  it 
relates  to  the  SFPUC  issues  of  water,  sewer  and  power;  and 

WHEREAS,  The  SFPUC  proposes  to  enter  into  a  Grant  Agreement  with  SFSA  for 
SFGSA,  in  a  form  approved  by  the  City  Attorney,  to  provide  the  services  described  herein;  and 

WHEREAS,  The  estimated  grant  funding  for  services  is  $100,000  for  FY20 12-201 3;  and 

WHEREAS,  The  Grant  Agreement  is  anticipated  to  begin  in  July  2012  and  end  in  July 
2013  and  the  total  duration  of  the  agreement  is  one  year;  and 


WHEREAS,  Funds  for  the  Grant  Agreement  will  be  available  at  the  time  of  execution  of 
the  agreement  from  the  External  Affairs  Operating  Budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  negotiate  and  execute  a  Grant  Agreement  with  the 
SFSA  for  an  amount  not  to  exceed  $100,000,  and  with  a  total  duration  of  12  months,  in  a  form 
approved  by  the  City  Attorney. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  26,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0122 


WHEREAS,  On  October  24,  2011,  per  Resolution  No.  11-0179,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE)  Renewal  and  Replacement  (R&R) 
Treatment  Facilities  Program  -  funded  Construction  Contract  No.  WW-533,  Wastewater 
Facilities  Lighting  Efficiency  Improvements,  North  Point,  Oceanside  &  Bruce  Flynn  Facilities, 
to  LC  General  Engineering;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  was  issued  on  January  11, 
2012; and 

WHEREAS,  The  original  contract  amount  was  $594,133  and  the  original  contract 
duration  was  240  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)  (1)  and  6.22(H)(2)  of  the  Administrative  Code  requires  that 
any  cumulative  increases  in  contract  price  in  excess  of  10%  of  the  original  contract  price  and  any 
cumulative  extensions  of  time  exceeding  10%  of  the  original  duration  be  approved  by  the 
Commission;  and 

WHEREAS,  All  the  cost  modifications  approved  to  date  for  this  construction  contract 
amount  to  $40,000,  pending  change  orders  amount  to  $96,467,  potential  change  orders  amount  to 
$50,000,  and  trends  amount  to  $69,400;  and 

WHEREAS,  All  the  time  modifications  approved  to  date  for  this  construction  contract 
amount  to  20  days,  pending  change  orders  amount  to  20  days,  potential  change  orders  amount  to 
20  days,  and  trends  amount  to  24  days,  for  a  total  of  84  days;  and 

WHEREAS,  The  project  has  encountered  additional  work  as  a  result  of  variances 
between  lighting  fixture  mounting  installation  configuration  between  the  original  High  Intensity 
Discharge  (HID)  and  new  Light  Emitting  Diode  (LED)  type  lighting  fixtures  within  a  classified 
hazardous  Class  I  Division  II  wastewater  treatment  plant  process  areas,  which  caused  delays  and 
cost  increases;  and 

WHEREAS,  The  pending  change  orders  will  exceed  the  10%  contingency  of  the  original 
contract  price  and  duration;  and 

WHEREAS,  The  project  team  has  identified  additional  potential  change  orders  and  trends 
that,  if  converted  to  approved  change  orders,  will  exceed  the  10%  contingency  threshold  for 
budget  and  schedule;  and 

WHEREAS,  An  increase  in  the  contract  contingency  in  the  amount  of  $196,454  and 
authority  to  approve  time  extension  of  up  to  84  additional  calendar  days  is  requested,  subject  to 
the  General  Manager's  subsequent  authorization  of  modifications,  if  appropriate;  and 


WHEREAS,  Human  Rights  Commission  (HRC)  subcontracting  goal  of  10%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract; 
and 

WHEREAS,  The  63.62%  LBE  participation  goal,  as  submitted  at  the  time  of  bid,  has 
been  met  by  the  Contractor;  and 

WHEREAS,  Funds  are  currently  available  within  the  project  CWWRNRTF17 
Wastewater  Facility  Lighting  Efficiency  Improvements,  North  Point,  Oceanside  &  Bruce  Flynn 
Facilities;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
contingency  threshold  in  the  amount  of  $196,494,  and  authorizes  a  potential  increase  in  the 
contract  duration  of  up  to  84  consecutive  calendar  days  for  the  WWE,  R&R  Program  funded 
Construction  Contract  WW-533  -  Wastewater  Facility  Lighting  Efficiency  Improvements,  North 
Point,  Oceanside  &  Bruce  Flynn  Facilities,  for  a  total  cost  contingency  of  $255,867;  and  a 
potential  extension  in  the  contract  total  duration  contingency  of  84  consecutive  calendar  days, 
and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
or  his  designee  to  consider,  and  if  appropriate,  to  approve  future  modifications  to  the  contract 
amount  not  to  exceed  $850,000  and  to  the  contract  duration  for  up  to  324  consecutive  calendar 
days. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  26,  2012  .  

Secretary,  Public  Utilities  Commission 


San  Francisco 
Water 

Services  of  the  San  Francisco  Public  Utilities  Commission 

SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

AGENDA 
SPECIAL  MEETING 
Tuesday,  July  10,  2012 

Closed  Session  -  10:00  A.M. 
Regular  Session  -  No  earlier  than  10:30  A.M. 

South  Beach  Harbor  Community  Room 
Pier  40  -  The  Embarcadero 
San  Francisco,  CA  94107 

Please  note  different  meeting  time  and  location 

Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 

Ann  l\yioller  Caen 

Francesca  Vietor 

Vince  Courtney 


Ed  Harrington 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.orq 


Disability  Access 

The  Special  Public  Utilities  Commission  meeting  will  be  held  in  the  morning,  with  Closed  Session 
beginning  at  10:00  A.M.  and  Regular  Session  beginning  no  earlier  than  10;30  AM,  at  the  South  Beach 
Harbor  Community  Room.  The  meeting  room  is  located  in  the  South  Beach  Harbor  facility  at  Pier  40  on 
the  Embarcadero.  This  meeting,  as  are  all  Commission  meetings,  is  open  to  the  public  and  welcomes 
comments  from  community  members. 

The  closest  BART  Station  is  located  at  the  Embarcadero.  Accessible  MUNI  Lines  serving  this  location 
are  the  10  Townsend,  30  Stockton,  45  Union,  and  47  Van  Ness,  as  well  as  the  N-Judah  and  T-Third 
Street  Metro  Lines.  There  is  accessible  parking  available  in  the  South  Beach  Harbor  Facility  parking  lot 
(enter  off  the  Embarcadero  at  Willie  Mays  Plaza).  There  is  ample  off-street  parking  on  the  Embarcadero. 

The  South  Beach  Harbor  Community  Room  is  a  "SMOKE-FREE"  environment;  smoking  is  prohibited 
inside  the  building.  Accessible  integrated  seating  is  available  for  persons  with  disabilities  (including  those 
using  wheelchairs).  Individuals  with  other  disabilities  can  also  be  accommodated,  provided,  advance 
notice  is  given  by  contacting  the  Office  of  the  San  Francisco  Public  Utilities  Commission  at  (41 5)  554- 
3155. 

Materials  in  alternative  formats,  American  Sign  Language  interpreters,  and  other  accommodations  will 
be  made  available  upon  request.  Please  contact  Donna  Hood,  Commission  Secretary,  at  (415)  554- 
3155  or  by  Email  dhood(a)sfwater.orq  to  make  arrangements  for  any  of  these  services.  Providing  at 
least  48  hours  notice  prior  to  the  meeting  will  help  to  ensure  availability. 

In  order  to  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental 
illnesses,  multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are 
reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the 
City  accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open 
to  the  people's  review.  For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a 
violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr. 
Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683;  phone  (415)  554-7724;  fax  (415)  554-7854; 
E-mail: sotf@sfqov. org .  Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the 
Sunshine  Task  Force,  the  San  Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound- 
producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite  220, 
San  Francisco,  CA  94102;  phone  (415)  252-3100;  fax  (415)  252-3112;  web:  www.sfqov.orq/ethics. 


10:00  AM 


ORDER  OF  BUSINESS 


1 .  Call  to  Order 

2.  Roll  Call 

3.  Public  Comment  on  matters  to  be  discussed  in  Closed  Session. 

4.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

THE  PUBLIC  UTILITIES  WILL  GO  INTO  CLOSED  SESSSION  TO  DISCUSS  THE 
FOLLOWING  ITEM: 

5.  Pursuant  to  Government  Code  Section  54957  and  San  Francisco  Administrative 
Code  Section  67.10(b),  to  consider  public  employee  appointment/hiring  for  the 
position  of  General  Manager  of  the  San  Francisco  Public  Utilities  Commission. 

FOLLOWING  THE  CLOSED  SESSION,  THE  PUBLIC  UTILITIES  COMMISSION  WILL 
RECONVENE  IN  OPEN  SESSION 

6.  Announcement  following  closed  session 

7.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

NO  EARLIER  THAN  10:30  AM 
REGULAR  SESSION 

8.  Approval  of  Minutes  of  June  26,  201 2 

9.  General  Public  Comment 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

10.  Communications 

a)  Advance  Calendar 

1 1 .  Other  Commission  Business 

12.  Report  of  the  General  Manager 

THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF 
PUBLIC  UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 


Explanatory  documents  provided  to  the  Commission  in  connection  witti  tliis  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
1155  Market  Street,  11^"  Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165, 
Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

13.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Consent  Calendar  and  considered  as  a  separate 
item. 

a)  Approve  the  plans  and  specifications,  and  award  Wastewater  Enterprise 
Renewal  and  Replacement  Program-funded  and  Department  of  Public  Works 
Pavement  Renovation  Program-funded  Contract  No.  WW-505,  Noe/Glen  Park 
Districts  Sewer  Replacement  and  Pavement  Renovation,  in  tlie  amount  of 
$2,858,300  (of  which  $1,505,730  is  funded  by  WWE  and  $1,352,570  is  funded 
by  DPW),  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Synergy 
Project  Management,  to  replace  the  existing  sewers  and  street  pavement  on 
various  streets  in  the  Noe/Glen  Park  Districts  of  San  Francisco.  (Moala) 

b)  Accept  work  performed  by  MSquared  Construction,  Inc.  for  Local  Water 
Conveyance/Distribution  Program-funded  Contract  No.  WD-2517,  8-Inch 
Ductile  Iron  Main  Installation  on  20**^  Street  from  Florida  to  Valencia  Streets, 
and  Potrero  Avenue  from  17*"  Street  to  21®*  Street.  Approve  Modification  No. 
3  (Final),  to  reconcile  the  final  contract  amount  with  the  actual  quantity  used  on 
unit  price  and  allowance  bid  items,  increasing  the  contract  by  $4,243,  for  a  total 
contract  amount  of  $1 ,414,743  and  with  a  total  contract  duration  of  270 
consecutive  calendar  days;  and  authorize  final  payment  to  the  Contractor. 

(Ritchie) 

REGULAR  BUSINESS 

10:30  A.M.- 12:30  P.M. 

14.  Discuss  Retail  and  Wholesale  Water  demand  projections  and  potential  water 
supply  options  to  meet  projected  2035  demands.  This  is  a  discussion  following 
up  on  demand  projections  and  water  supply  options  presented  in  the  August  201 1 
Strategic  Planning  Retreat  and  most  recently  at  the  May  22,  2012  Commission 
meeting.  The  Commission  is  required  under  the  2009  Water  Supply  Agreement  to 
decide  by  December  31 ,  201 8  whether  or  not  to  make  San  Jose  and  Santa  Clara 
permanent  customers;  to  decide  how  much  water,  if  any,  in  excess  of  the  Supply 
Assurance  it  will  supply  to  Wholesale  Customers  from  the  Regional  Water  System; 
and  whether  to  offer  a  corresponding  increase  in  the  Supply  Assurance. 

(Ritchie) 


1:00  P.M. -3:30  P.M. 


1 5.  Sewer  System  Improvement  Program  Validation  Workshop  #1 

The  series  of  workshops  on  the  Sewer  System  Improvement  Program  will 
discuss  policy  issues,  propose  specific  projects,  and  evaluate  rate 
implications  to  implement  the  program.  Three  workshops  are  planned;  with 
the  first  scheduled  for  July  10  ,  the  second  to  be  held  July  24  ,  and  the  third 
on  August  28'^ 

At  the  end  of  the  workshops,  the  Commission  and  the  public  will  have  a 
greater  understanding  of: 

•The  projects  needed  to  bring  the  sewer  system  to  a  state  of  good  repair; 

•The  cost  of  these  projects; 

•The  proposed  schedule  for  each  project; 

•  How  the  projects  address  the  Commission  endorsed  Levels  of  Service 
Goals;  and 

•The  impact  to  the  ratepayers. 

(Kubick) 

16.  Other  new  business 


ADJOURNMENT 


San  Francisco 
Water  .-^ovver  oewer 

Services  of-  the  San  Francisco  Public  Utilities  Commission 


NOTICE  OF  CANCELLED  MEETING 

The  San  Francisco  Public  Utilities  Commission's 
Regular  Meeting  of  Tuesday,  July  10,  2012,  beginning 
at  1:30  P.M.,  at  the  following  location: 

City  Hall 
1  Dr.  Carlton  B.  Goodlett  Place 
Room  400 
San  Francisco,  CA  94102 

HAS  BEEN  CANCELLED 


Posted  June  21,  2012  and  July  3,  2012 


San  Francisco  public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

MINUTES 
SPECIAL  MEETING 
Tuesday,  July  10,  2012 

(Approved  July  24,  2012) 

Closed  Session  -  10:00  A.M. 
Regular  Session  -  No  earlier  than  10:30  A.M. 

South  Beach  Harbor  Community  Room 
Pier  40  -  The  Embarcadero 
San  Francisco,  CA  94107 

Please  note  different  meeting  time  and  location 


Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moiler  Caen 
Francesca  Victor 
Vince  Courtney 


Ed  Harrington 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  ttie  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  thie  SFPUC  web  site:  www.sfwater.orq 
Audio  coverage  of  meeting  available  at:  http:/7sanfrancisco.qranlcus.coinA/iewPublisher.php?view  id=22 


1.  Call  to  Order 

The  meeting  was  called  to  at  10:32  AM 

2.  Roll  Call 

Present:  Moran,  Vietor  and  Torres 

3.  Public  Comment  on  matters  to  be  discussed  in  Closed  Session. 

•      Mr.  David  Pilpel  requested  that  the  number  of  GM  candidates'  names 

forwarded  to  the  Mayor  for  consideration  be  disclosed  after  closed  session,  if 
such  determination  is  made.  He  expressed  support  for  an  internal  candidate. 

4.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  to  assert  the  attorney-client  privilege 
ADOPTED:  Ayes:  Moran,  Vietor  and  Torres 

CLOSED  SESSION 

The  Commission  entered  Closed  Session  at  10:36  AM 
The  Commission  ended  Closed  Session  at  11:04  AM 

5.  Pursuant  to  Government  Code  Section  54957  and  San  Francisco  Administrative 
Code  Section  67.10(b),  to  consider  public  employee  appointment/hiring  for  the 
position  of  General  Manager  of  the  San  Francisco  Public  Utilities  Commission. 

6.  Announcement  following  closed  session 

No  announcement  offered. 

7.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

On  Motion  to  disclose:  MOTION  NOT  TO  DISCLOSE 
ADOPTED:  Ayes:  Moran,  Vietor  and  Torres 

8.  Approval  of  Minutes  of  June  26,  201 2 

On  motion  to  approve  the  minutes  of  June  26,  2012 
ADOPTED:  Ayes:  Moran,  Vietor  and  Torres 

9.  General  Public  Comment 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

•  Francisco  DaCosta  expressed  his  concerns  with  the  contracting  process,  the 
Southeast  sector,  and  with  continued  leadership  of  the  agency. 

•  Sprek  Rosenkrans,  Director  of  Policy,  Restore  Hetch  Hetchy,  stated  that 
signatures  were  submitted  to  the  Department  of  Elections  for  their  initiative  for 
the  November  ballot. 
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•   David  Pilpel  presented  a  "historic",  10-year  old  water  bottle  filled  with  Hetch 
Hetchy  water 

10.  Communications 

a)  Advance  Calendar 

11.  Other  Commission  Business 

No  other  Commission  business  discussed  or  presented. 

12.  Report  of  the  General  Manager 

No  report  of  the  General  Manager  provided. 

13.  Consent  Calendar 

a)  Approve  the  plans  and  specifications,  and  award  Wastewater  Enterprise 
Renewal  and  Replacement  Program-funded  and  Department  of  Public  Works 
Pavement  Renovation  Program-funded  Contract  No.  WW-505,  Noe/Glen  Park 
Districts  Sewer  Replacement  and  Pavement  Renovation,  in  the  amount  of 
$2,858,300  (of  which  $1,505,730  is  funded  by  WWE  and  $1,352,570  is  funded 
by  DPW),  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Synergy 
Project  Management,  to  replace  the  existing  sewers  and  street  pavement  on 
various  streets  in  the  Noe/Glen  Park  Districts  of  San  Francisco.  (Resolution  12- 
0123) 

b)  Accept  work  performed  by  MSquared  Construction,  Inc.  for  Local  Water 
Conveyance/Distribution  Program-funded  Contract  No.  WD-2517,  8-Inch 
Ductile  Iron  Main  Installation  on  20*^  Street  from  Florida  to  Valencia  Streets, 
and  Potrero  Avenue  from  17**^  Street  to  21®*  Street.  Approve  Modification  No. 
3  (Final),  to  reconcile  the  final  contract  amount  with  the  actual  quantity  used  on 
unit  price  and  allowance  bid  items,  increasing  the  contract  by  $4,243,  for  a  total 
contract  amount  of  $1 ,414,743  and  with  a  total  contract  duration  of  270 
consecutive  calendar  days;  and  authorize  final  payment  to  the  Contractor. 
(Resolution  12-0124) 

On  motion  to  approve  Consent  items  13a  and  13b: 
ADOPTED:  Ayes:  Moran,  Vietor  and  Torres 

REGULAR  BUSINESS 

14.  Discuss  Retail  and  Wholesale  Water  demand  projections  and  potential  water 
supply  options  to  meet  projected  2035  demands. 

Mr  Steve  Ritchie  began  his  presentation  on  wholesale  and  retail  water  supply  and 
demand  projections.  He  stated  the  Commission  is  required  under  the  2009  Water 
Supply  Agreement  to  decide  by  December  31,  2018  whether  or  not  to  make  San 
Jose  and  Santa  Clara  permanent  customers;  to  decide  how  much  water,  if  any,  in 
excess  of  the  Supply  Assurance  it  will  supply  to  Wholesale  Customers  from  the 
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Regional  Water  System;  and  whether  to  offer  a  corresponding  increase  in  the 
Supply  Assurance. 

Mr  Ritchie  outlined  his  presentation,  noting  he  would  be  providing  a  background  on 
performance  objectives  and  2018  decisions;  ongoing  water  conservation  efforts; 
water  supply  projects;  and  the  Triple  Bottom  Line  approach. 

Mr  Ritchie  proposed  initial  questions  for  the  Commission  to  consider  Subsequent 
discussion  ensued  on  water  supply  performance  objectives,  the  2018  decision  and 
potential  supply  shortfall  totals.  He  noted  that  drought  planning  is  generally  eight 
years  and  that  the  SFPUC  cannot  meet  the  2018  demand  with  current  supply  levels. 

In  response  to  the  discussion  on  current  supply  levels  and  needs,  Mr  Art  Jensen, 
BAWSCA,  stated  that  the  agreement  the  Wholesale  Customers  have  with  the  City  of 
San  Francisco  notes  that  the  division  of  water  is  determined  by  the  Wholesale 
Customers,  and  indicated  that  BAWSCA  works  with  them  on  the  allocation,  with  the 
formula  as  determined  by  the  Wholesale  Customers. 

Mr  Ritchie  described  and  discussion  occurred  regarding  ongoing  water  conservation 
efforts  and  per  capita  use,  as  compared  to  peers.  He  indicated  that  San  Francisco 
currently  complies  with  the  20%  by  2020  mandate,  and  mentioned  the  incentives 
that  are  offered  to  achieve  conservation  goals.  He  briefly  detailed  conservation 
success,  and  in  response  to  a  question  from  Commissioner  Torres,  he  noted  that  the 
most  effective  conservation  step  was  the  replacement  of  toilets.  Mr  Ritchie 
described  additional  steps  that  could  be  taken  to  achieve  conservation  and  reasons 
for  not  implementing  such  conservation  efforts. 

Commissioner  Ann  Caen  arrived  at  12:03  PM 

Mr  Ritchie  presented  and  dialogue  occurred  regarding  water  supply  projections.  Mr 
Ritchie  presented  a  supply  project  timeline  through  2020;  the  MGD  supplied  per 
project;  and  the  2  MGD  transfer  from  the  Modesto  Irrigation  District.  He  discussed 
Westside  and  Eastside  recycled  water  projects,  additional  water  supply  options  and 
if  a  rate  structure  based  in  part  on  ISGs/Allocations  was  worth  exploring. 

The  Commission  recessed  from  12:45  PM  to  1:15  PM 
Commissioner  Vince  Courtney  arrived  at  1:20  PM 

Discussion  ensued  on  the  next  part  of  the  presentation  which  detailed  evaluation 
criteria  considered  for  water  supply  projects,  review  of  scoring  criteria,  life  cycle 
costs,  climate/energy,  energy  consumption  and  the  Triple  Bottom  Line  analysis 
(Financial  -  life  cycle  costs  and  initial  costs;  Environmental  -  climate,  habitat,  water 
recovery  and  natural  resource  use  for  construction  materials;  and  Social  -  system 
resilience,  ratepayer  costs,  agency  coordination,  odor,  public  safety,  recreation/ 
community  facilities,  jobs  archaeological  and  historic  resources,  and  noise). 

Public  Comment 
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•  Bill  Maher  suggested  building  a  modular  plant  at  Souttieast  to  provide  water 
to  for  Mission  Bay  and  Hunters  Point  He  recommended  that  as  the  SFPUC 
digs  up  streets  for  the  sewer  replacement  program,  a  dual  pipe  distribution 
system  be  installed.  He  also  stated  that  the  river  should  not  be  drained  and 
that  a  policy  needs  to  be  established. 

•  Francisco  DaCosta  stated  that  in  discussions  regarding  conservation,  the 
Commission  needs  to  remember  the  requirements  of  the  Raker  Act 

•  Peter  Drekmeier,  Tuolumne  River  Trust  (TRT),  stated  that  the  current 
discussion  is  a  warm-up  to  the  water  transfer  discussion  to  be  held  in  August, 
and  that  TRT  is  opposed  to  the  water  transfer  He  stated  reports  indicate  that 
the  water  transfer  is  only  needed  every  four  to  five  years,  and  that  the  focus 
should  be  on  conservation  in  the  BAWSCA  service  territory. 

•  Sprek  Rosekrans,  Director  of  Policy,  Restore  Hetch  Hetchy,  stated  there  are 
cooperative  supply  projects  available,  including  regional  desal  workshops  that 
provide  opportunity  for  working  together  He  indicated  that  in  the  past  the 
water  conservation  department  put  conservation  to  bid,  and  suggested  it 
happen  again.  He  question  if  drought  planning  refers  to  water  in  reservoirs 
running  out  or  water  rights  running  out. 

•  Charlotte  Allen,  Sierra  Club  Water  Supply  Committee,  expressed  concerns 
with  economic  justice  and  stated  that  the  wholesale  customers  are  pushing 
demand  for  additional  water,  but  feels  they  are  not  paying  the  price  for  the 
projects  for  additional  water  She  wants  Wholesale  Customers  charged  the 
true  marginal  cost  of  additional  water  over  current  guarantees. 

•  David  Pilpel  suggested  that  in  the  next  water  supply  presentation  all  supply 
and  conservation  options  be  looked  at  as  well  as  the  range  of  cost  per  acre 
foot  He  feels  that  conservation  in  San  Francisco  has  been  done  well,  but 
efforts  need  to  be  made  to  reach  out  to  those  who  might  not  be  conserving. 
He  noted  that  the  Auxiliary  Water  Supply  System  distribution  is  important  to 
recycled  water 

•  Art  Jensen,  BAWSCA,  stated  that  the  large  water  agencies  are  working 
collaboratively.  He  noted  that  BAWSCA  coordinates  programs  of  26 
agencies.  He  stated  that  BAWSCA  is  engaged  in  conservation  programs,  as  it 
is  less  expensive  than  buying  water  from  San  Francisco,  and  that  they  are 
investing  in  future  allocation,  and  that  they  are  paying  their  proportional  share. 
He  also  stated  that  they  reach  out  to  environmental  groups. 

1 5.  Sewer  System  Improvement  Program  Validation  Workshop  #1 

Mr  Harrington  introduced  the  topic  and  noted  that  discussion  of  the  Sewer 
System  Improvement  Program  began  around  10  years  ago.  He  indicated  that 
the  presentation  would  be  for  general  discussion  and  provide  information  on 
treatment 

Ms.  Karen  Kubick  thanked  her  staff  for  their  work  on  the  Program.  She 
introduced  15  rotating  interns  in  the  Young  Community  Developers  Program, 
who  serve  as  SSIP  student  interns  and  are  learning  about  the  system. 
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Ms.  Kubick  provided  an  overview  of  the  three  workshops  on  the  Sewer 
System  Improvement  Program  that  will  take  place  over  the  next  few  meetings. 
She  indicated  the  first  workshop  would  focus  on  (1)  Background  and  Goals; 
(2)  Rates  and  Affordability;  (3)  Treatment  Levels  of  Service  and  Strategies; 
(4)  Program  Validation  Overview;  (5)  Treatment  Options  and 
Recommendations;  (6)  Treatment  Summary;  and  (7)  Questions  and 
Conclusions.  She  noted  that  the  second  workshop  would  focus  on  the 
collection  system;  and  the  third  on  program  endorsement. 

She  noted  that  at  the  end  of  the  workshops,  the  Commission  and  the  public 
would  have  a  better  understanding  of  the  projects  needed  to  bring  the  sewer 
system  to  a  state  of  good  repair;  the  cost  of  these  projects;  the  proposed 
schedule  for  each  project;  how  the  projects  address  the  Commission 
endorsed  Levels  of  Service  Goals;  and  the  impact  to  the  ratepayers.  After  the 
workshops  conclude,  staff  will  seek  endorsement  from  the  Commission  to 
move  the  program  forward  toward  implementation. 

Ms.  Kubick  gave  a  brief  background  on  the  timeline  and  program  summary. 
She  discussed  priority  issues  and  noted  the  Commission's  endorsed  goals  of 
a  compliant,  reliable  system;  benefits  to  community;  environmental 
sustainability;  affordability;  minimization  offloading;  and  adaption  to  climate 
change. 

Mr  Todd  Rydstrom,  CFO,  discussed  rates  and  affordability  of  the  program 
and  presented  projected  monthly  water  and  sewer  bill  charges  from  2012  to 
2032,  with  implementation  of  the  program.  Costs  as  a  percentage  of  average 
household  income  was  addressed  and  rates  were  compared  to  other  utilities 
and  household  services.  There  was  discussion  regarding  the  multiple  focus 
groups,  comprised  of  individuals  who  pay  the  bills,  that  were  held  throughout 
the  City  and  in  multiple  languages.  It  was  noted  the  importance  their 
participation  played  in  the  rate  discussions.  The  Commission  expressed  a 
desire  to  keep  rate  increases  as  affordable  as  possible  and  in  the  single 
digits. 

Ms.  Kubick  shifted  discussion  to  treatment  levels  of  sen/ice  and  strategies 
and  briefly  touched  again  on  goals  and  associated  levels  of  service:  (Goal) 
provide  a  compliant,  reliable,  resilient  and  flexible  system;  (Goal)  provide 
benefits  to  impacted  communities;  (Goal)  modify  the  system  to  adapt  to 
climate  change;  (Goal)  achieve  economic  and  environmental  sustainability; 
(Goal)  maintain  ratepayer  affordability. 

Ms.  Kubick  turned  the  presentation  over  to  Mr  Marty  Doward,  Program 
Manager  Advisor,  AECOM  who  detailed  the  Program  Validation  Overview, 
which  included  condition  assessment;  process  evaluations;  operational 
reliability;  and  future  regulatory  requirements.  He  indicated  the  Program 
Validation  Overview  included  2010  SSIP  staff  recommendations  and  2012 
program  validation  recommendations. 
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Mr.  Dan  Donahue,  Pre-Construction  Technical  Advisor,  AECOM,  presented 
and  discussion  ensued  on  treatment  options  and  recommendations  for  the 
Southeast  Plant  biosolids  digester  facilities:  Option  1  -  maintain  existing 
facilities;  Option  2  rebuild  existing  facilities  in  place;  Option  3  -  new  biosolids 
digester  facility  plus  FOG  receiving  capabilities;  and  Option  4  -  advanced 
energy  recovery  and  drying  facility  for  50%  of  biosolids.  The  pros  and  cons 
and  cost  of  each  option  were  discussed  and  it  was  the  recommendation  that 
the  Commission  consider  Option  3. 

The  presentation  and  discussion  continued,  with  the  focus  turning  to  the 
Southeast  Plant  liquid  treatment,  Oceanside  Plant  and  the  North  Point 
Facility. 

Mr  Donahue  detailed  current  conditions  and  findings  at  the  Southeast  liquid 
Treatment  Facilities,  including  the  treatment  process,  purpose  of  the  process, 
validation  findings  and  current  needs.  He  presented  and  discussion  ensued 
on  four  proposed  Options:  Option  1  -  base  project  reliability  and  redundancy; 
Option  2  -  includes  Option  1  plus  new  secondary  effluent  UV  disinfection 
system;  Option  3  -  includes  Option  1  plus  new  100  mgd  wet  weather  primary 
facility;  and  Option  4  -  includes  options  1,  2,  and  3.  The  pros  and  cons,  cost 
and  schedule  of  each  option  was  discussed  and  it  was  the  recommendation 
that  the  Commission  consider  Option  3. 

Mr  Donahue's  began  discussion  on  the  Oceanside  Plant.  He  described 
current  conditions  and  findings  at  the  Plant,  including  the  treatment  process, 
purpose  of  the  process,  validation  findings  and  current  needs.  He  presented 
and  discussion  ensued  on  two  proposed  Options:  Option  1  -  base  project 
reliability  and  redundancy;  Option  2  -  includes  Option  1  plus  biosolids  facility 
upgrade.  The  pros  and  cons,  cost  and  schedule  of  each  option  was  discussed 
and  it  was  the  recommendation  that  the  Commission  consider  Option  1. 

Lastly,  Mr  Donahue's  discussed  option  for  the  North  Point  Facility.  He 
described  current  conditions  and  findings  at  the  Plant,  including  the  treatment 
process,  purpose  of  the  process,  validation  findings  and  current  needs.  He 
presented  and  discussion  ensued  on  two  proposed  Options:  Option  1  -  base 
project  reliability  and  redundancy;  Option  2  -  includes  Option  1  plus 
enhanced  primary  treatment.  The  pros  and  cons,  cost  and  schedule  of  each 
option  was  discussed  and  it  was  the  recommendation  that  the  Commission 
consider  Option  1. 

Mr  Donahue  briefly  discussed  treatment  strategies  and  reviewed  the 
recommend  Options  and  associated  costs,  as  discussed  earlier 

Ms.  Kubick  concluded  the  presentation  and  again  thanked  her  staff  and  the 
Commission  for  their  support.  She  indicated  that  the  next  workshop,  to  be 
held  July  24^'^,  would  address  the  collection  system  and  the  third  and  final 
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workshop  in  August  would  summarize  the  Triple  Bottom  Line  and  rate  impact, 
and  review  proposed  options. 


Public  Comment 

•   David  Pilpel  thanked  staff  for  their  work.  He  noted  that  the  Citizens'  Advisory 
Committee  is  working  on  a  resolution  regarding  the  SSIP,  and  will  forward  as 
soon  as  it  is  complete.  He  questioned  what  the  rate  impacts  were  for  the 
various  options.  He  suggested  that  the  North  Point  Facility  be  a  year-round 
operation,  that  the  Channel  Pump  Station  be  a  wet  weather  facility.  He 
suggested  ideas  about  capital  and  rate  impacts. 

16.  Other  new  business 

ADJOURNIVIENT 

The  President  adjourned  the  meeting  at  3:54  PM 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0123 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-flinded  and  Department  of  Public  Works  (DPW)  Pavement  Renovation  Program- 
funded  Contract  No.  WW-505,  Noe/Glen  Park  Districts  Sewer  Replacement  and  Pavement 
Renovation  was  advertised  on  April  13,  2012;  and 

WHEREAS,  The  Engineer's  Estimate  is  $3,164,325  for  this  construction  contract  work  to 
replace  the  existing  sewers  and  street  pavement  from  curb  to  curb  on  various  streets  in  the 
Noe/Glen  Park  Districts  of  the  City  and  County  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  254  consecutive  calendar  days;  and 

WHEREAS,  On  June  11,  2012  the  delegation  agreement  between  the  San  Francisco 
Planning  Department  and  the  San  Francisco  Public  Utilities  Commission  (SFPUC),  the  Noe/Glen 
Park  Districts  Sewer  Replacement  and  Pavement  Renovation  project  was  determined  to  be 
statutorily  exempt  under  California  Environmental  Quality  Act  Section  15282(k)  and  Public 
Resources  Code  Section  21080.21;  and 

WHEREAS,  Six  bids  were  received  and  opened  publicly  on  May  10,  2012;  and 

WHEREAS,  SFPUC  staff  and  Human  Rights  Commission  (HRC)  review  of  the  bids  for 
qualifications,  responsibility,  responsiveness  and  application  of  bid  preferences  resulted  in  the 
establishment  of  Synergy  Project  Management  as  the  lowest,  qualified,  responsible  and 
responsive  bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  20%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  Synergy  Project  Management  committed 
to  a  21.37%  participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time,  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS16,  Noe/Glen  Park 
Districts  Sewer  Replacement  and  DPW  Project  No.  Project  No.  CPWTRNSR74,  Noe/Glen  Park 
Districts  Pavement  Renovation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Program-fiinded  and  DPW  Pavement  Renovation  Program-funded  Contract 
No.  WW-505.  Noe/GIen  Park  Districts  Sewer  Replacement/Rehabilitation  and  Pavement 
Renovation,  in  the  amount  of  $2,858,300  (of  which  $1,505,730  is  funded  by  WWE  and 
$1,352,570  is  funded  by  DPW),  to  the  lowest,  qualified,  responsible  and  responsive  bidder. 
Synergy  Project  Management. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  10,  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0124 


WHEREAS,  Construction  has  been  completed  for  Local  Water  Conveyance/Distribution 
Program-funded  Contract  No.  WD-2517,  8-lnch  Ductile  Iron  Main  Installation  20"^  Street  from 
Florida  to  Valencia  Streets  and  Potrero  Avenue  from  17'*'  Street  to  21''  Street,  by  the  contractor, 
MSquared  Construction,  Inc.;  and 

WHEREAS,  On  September  14,  2010,  by  Resolution  No.  10-147,  this  Commission 
awarded  Contract  No.  WD-2517,  ^8-Inch  Ductile  Iron  Main  Installation  on  20^^  Street  from 
Florida  to  Valencia  Streets  and  Potrero  Avenue  from  17""  Street  to  2l"  Street,  in  the  amount  of 
$1,283,000  to  the  lowest,  qualified  responsible  and  responsive  bidder,  MSquared  Construction, 
Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  December  8, 
2010,  with  an  original  schedule  of  270  consecutive  calendar  days  and  the  contract  work  was 
completed  in  270  consecutive  calendar  days  on  September  2,  201 1 ;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,283,000  and  the  original  contract 
duration  was  270  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  on  November  II,  201 1  for  $120,000,  to 
provide  additional  emergency  water  work  and  paving  work  added  on  Kansas  Street  between  23'''' 
and  24'*'  Streets,  increasing  the  contract  amount  to  $1,403,000;  and 

WHEREAS,  Modificafion  No.  2  was  issued  on  March  5,  2012  for  $7,500,  to  provide 
additional  paving  work  required  as  a  result  of  the  work  from  Modificafion  No.  1,  increasing  the 
contract  amount  to  $1,410,500;  and 

WHEREAS,  Modification  No.  3  (Final)  is  being  requested  for  $4,243,  to  reconcile  the 
final  contract  amount  with  the  actual  quanfity  used  for  unit  price  and  allowance  bid  fimes, 
increasing  the  final  contract  amount  to  $  1 ,4 1 4,743 ;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  comply  with  the  Human 
Rights  Commission  (HRC)  subcontracting  goal  of  15%  Local  Business  Enterprise  (LBE) 
submitted  for  this  contract,  achieving  a  final  LBE  participation  of  25%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW260,  Local  Water  Conveyance/ 
Distribution  Program;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  MSquared 
Construction,  Inc.  for  Local  Water  Conveyance/Distribution  Program-funded  Contract  No.  WD- 
2517.  8-Inch  Ductile  Iron  Main  Installation  on  20"'  Street  from  Florida  to  Valencia  Streets  and 
Potrero  Avenue  from  17""  Street  to  21^'  Street;  approve  Modification  No.  3  (Final),  increasing 
the  contract  by  $4,243,  for  a  total  contract  amount  of  $1,414,743  with  a  total  contract  duration  of 
270  consecutive  calendar  days;  and  authorize  final  payment  to  the  Contractor,  MSquared 
Construction,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  10,  2012  

Secretary,  Public  Utilities  Commission 


San  Francisco 
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Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood@sfwater.ora.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409, 1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfaov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.ora. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the 
meeting  room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other 
similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfaov.orq/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  July  1 0,  201 2 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Real  Estate  Update 

c)  Water  Supply  Agreement  Update 

d)  Sewer  Inspection  and  Replacement  Update 

e)  Update  on  North  Shore  Force  Main  Emergencies 

f)  WSIP  Construction  Bid  Summary  Report 

g)  Letter  Summary 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Southeast  Community  Facility  Update 

b)  WSIP  Update 

c)  Bond  Sales  Results  and  Update 

d)  Community  Choice  Aggregation  Update 

8.  BAWSCA  Report 

THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF 
PUBLIC  UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
1 155  r^arket  Street,  1    Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165, 
Fax:  (415)554-3424. 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 


matter  will  be  removed  from  the  Consent  Calendar  and  considered  as  a  separate 
item. 


a)  Award  Wastewater  Enterprise  Agreement  No.  CS-27  -  Ocean  Beach  Master 
Plan  Phase  2  Coastal  Management  Agreement,  to  San  Francisco  Planning 
and  Urban  Research,  for  Planning,  Design,  Engineering  and  Outreach  Services; 
and  authorize  the  General  Manager  to  negotiate  and  execute  a  professional 
services  agreement  for  an  amount  not-to-exceed  $750,000,  and  with  a 
duration  of  two  years.  (Moala) 

b)  Accept  work  performed  by  Precision  Engineering  for  Wastewater  Enterprise, 
Contract  No.  WW-434,  Baker/Blake/Cook/  Broderick/Washington/Franclsco 
Streets  Sewer  Replacement;  Approve  Modification  No.  1 ,  to  account  for 
actual  labor  and  materials  required  to  complete  the  work  under  bid  item 
allowances,  decreasing  the  contract  by  $277  for  a  total  contract  amount  of 
$1 ,447,943  and  with  a  time  extension  of  51  consecutive  calendar  days  for  a 
total  contract  duration  of  214  consecutive  calendar  days;  and  authorize  final 
payment  to  the  contractor.  (Moala) 

c)  Approve  the  plans  and  specifications,  and  award  Wastewater  Enterprise 
Contract  WW-442,  Mason  and  Powell  Street  Sewer  System  Improvement 
and  Pavement  Renovation,  In  the  amount  of  $4,920,357  (of  which  $504,223  is 
funded  by  WWE/CIP,  $3,570,114  is  funded  by  WWE/R&R  and  $846,020  is 
funded  by  DPW),  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
Shaw  Pipeline,  to  replace  or  rehabilitate  existing  sewers  and  construct 
associated  appurtenances  and  perform  pavement  renovation  on  Mason,  Powell 
and  Bay  Streets.  (Moala) 

d)  Approve  the  plans  and  specifications,  and  award  Wastewater  Enterprise 
Contract  No.  WW-490,  Oceanslde  Water  Pollution  Control  Plant  Digesters 
and  Facility  Improvements,  in  the  amount  of  $15,373,000,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  Shimmick  Construction  Company 
Inc.,  to  repair  corroded  digester  infrastructure  and  perform  necessary 
improvements  to  the  existing  digestion  process  to  achieve  Class  A  biosolids  at 
the  Oceanside  Plant.  (Moala) 

e)  Approve  the  plans  and  specifications,  and  award  Wastewater  Enterprise 
Contract  WW-535R,  Wastewater  Enterprise  Facility  Security  Improvement 
Contract  No.  1 ,  In  the  amount  of  $6,378,218,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Azul  Works,  Inc.,  to  install  security  features  at 
three  critical  wastewater  operating  facilities.  (Moala) 

f)  Authorize  the  General  Manager,  on  behalf  of  the  City  of  San  Francisco,  to  enter 
Into  a  Memorandum  of  Understanding  with  the  City  of  Daly  City  for  an 
amount  not  to  exceed  $205,500,  and  with  a  duration  of  24  months.  SFPUC 
funding  will  be  used  by  Daly  City  to  hire  consultants  to  complete  pre-project 
planning,  design  and  environmental  review  work  for  the  Vista  Grande  Drainage 
Basin  Improvement  Project.  The  proposed  Project  would  be  designed  to  alleviate 


flooding  on  SFPUC  owned  lands  within  the  Lake  Merced  Tract  by  routing  a 
portion  of  stormwater  currently  flowing  to  the  Pacific  Ocean  into  Lake  Merced, 
thereby  providing  a  sustainable  supply  of  water  for  the  augmentation  and 
management  of  Lake  Merced  water  levels.  (Ritchie) 

g)  Approve  Modification  No.  1  to  JOC-34,  General  Engineering,  San 
Francisco/Peninsula/East  Bay,  with  Power  Engineering  Construction 
Company,  to  accomplish  general  engineering  construction  work  for  all  SFPUC 
Enterprise  Operations  and  Bureaus,  increasing  the  contract  by  $2,500,000  for 
a  total  contract  amount  of  $7,500,000,  and  with  a  time  extension  of  two 
years  for  a  total  contract  duration  of  five  years.  (Kelly,  Jr.) 

h)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  Lease  with  Communications  &  Control,  Inc.,  for  use  of  land 
located  on  Mt.  Allison,  on  a  portion  of  Alameda  County  Assessor's  Parcel  No. 
96-090-5-7,  for  a  SFPUC  radio  communications  services  facility  and  for  other 
general  telecommunications  uses,  for  a  term  of  approximately  two  years  and 
two  months,  at  an  initial  annual  rental  rate  of  $10,382.40,  with  four  percent 
annual  increases.  (Russell) 

i)  Authorize  the  General  Manager  to  approve  an  agreement  for  the  sale  of  an 
interest  in  real  property  to  Tenth  and  Market,  LLC,  for  an  amount  not  to 
exceed  $77,000,  subject  to  approval  by  the  Board  of  Supervisors  pursuant  to 
Charter  Section  9. 11 8,  the  SFPUC  intends  to  sell  its  interest  in  the  public  service 
easement  across  this  real  property,  located  at  1407-1435  Market  Street  (Lot  041 
in  Assessor's  Block  3507),  in  the  City  and  County  of  San  Francisco,  and  vacate 
the  surplus  sewer  on  this  site.  (Russell) 

REGULAR  BUSINESS 

1 0.  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Water 
Enterprise  Contact  No.  WD-2607  -  Pulgas  Balancing  Reservoir  -  Modifications 
of  Existing  Dechloramination  Facility,  in  the  amount  of  $186,444  and  with  a 
potential  increase  in  the  contract  duration  of  up  to  360  consecutive  calendar 
days;  and  authorize  the  General  Manager  or  his  designee  to  approve  future 
modifications  to  the  contract  for  a  total  revised  contract  amount  up  to 
$2,237,460  and  for  a  total  revised  contract  duration  up  to  765  consecutive 
calendar  days.  The  potential  increase  in  the  contract  cost  and  duration  is  due  to 
differing  site  and  as-built  conditions,  design  modifications  required  to  meet 
established  performance  criteria,  and  equipment  delivery  delays  due  to  flooding 
events  in  Thailand,  the  location  of  some  of  the  equipment  suppliers. 

1 1 .  Authorize  the  General  Manager  to  negotiate  and  execute  an  Agreement  with  the 
Bay  Area  Clean  Water  Agencies  for  the  purpose  of  disbursing  State  grant  funds  to 
the  SFPUC  for  implementation  of  the  Harding  Park  Recycled  Water  Project  in  an 
amount  not  exceed  $2,114,000(with  estimated  matching  funds  of  $5,322,000 

that  are  available  in  WSIP  Project  CUW30204).  (Ritchie) 


12.  Authorize  the  General  Manager  to  negotiate  and  execute  a  Memorandum  of 
Understanding  with  Solano  County  Water  Agency  for  the  administration  and 
disbursement  of  State  Grant  funds  of  up  to  $863,000  to  be  used  for  SFPUC  high- 
efficiency  toilet  incentive  programs.  (Ritchie) 

13.  Informational  hearing  and  possible  adoption  of  a  SFPUC  Technology  Policy,  a 

policy  statement  that  would  guide  SFPUC  consideration  and  assessment  of 
beneficial  technologies  and  innovation  in  both  operations  and  capital  investments. 

(Rydstrom) 

14.  Sewer  System  Improvement  Program,  Program  Validation  Workshop  #2.  This 
Workshop  will  focus  on  the  Collection  System  project  options. 

•  The  Goals,  Levels  of  Service  and  recommended  Strategies  related  to  Collection 
Systems  will  be  reviewed; 

•  The  SSIP  Program  Management  Consultant  will  present  their  Collection  System 
findings  from  program  validation; 

•  Overview  of  the  current  conditions  of  the  Collection  system  by  SFPUC  staff. 

•  The  Program  Management  Consultant  will  present  their  project 
recommendations,  as  follows: 

o  Collection  System  Reliability  Improvements  (Pump  Stations,  Combined 

Sewer  Discharge  Structure  Rehabilitation,  etc.) 
o  Urban  Watershed  Approach:  Bayside 
o  Urban  Watershed  Approach:  Westside;  and 

•  Summary  and  Conclusion  (Kubick) 

15.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 

CLOSED  SESSION 

THE  PUBLIC  UTILITIES  WILL  GO  INTO  CLOSED  SESSSION  TO  DISCUSS  THE 
FOLLOWING  ITEMS: 

16.  Pursuant  to  Government  Code  Section  54957  and  San  Francisco  Administrative 
Code  Section  67.10(b),  to  consider  public  employee  appointment/hiring  for  the 
position  of  General  Manager  of  the  San  Francisco  Public  Utilities  Commission. 

FOLLOWING  THE  CLOSED  SESSION,  THE  PUBLIC  UTILITIES  COMMISSION  WILL 
RECONVENE  IN  OPEN  SESSION 

17.  Announcement  following  closed  session 

18.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

19.  Other  new  business 
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ORDER  OF  BUSINESS: 


1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  12:08  PM 

2.  Roll  Call 

Present:  Moran,  Torres,  Caen,  Vietor  and  Courtney 

3.  Approval  of  Minutes  of  July  1 0,  201 2 

On  motion  to  approve  the  minutes  of  July  10,  2012 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor  and  Courtney 

4.  Public  Comments 

•  Mr  Francisco  DaCosta  reminded  the  Commission  of  his  comments  from  the 
July  24,  2012  meeting.  He  asked  when  new  digesters  would  be  placed. 

•  Ms.  Sala  Chandler  expressed  concern  over  the  digesters  and  the  associated 
odor  and  presented  the  Commission  with  written  comments. 

•  Ms.  Espanola  Jackson  agreed  with  the  comments  of  Ms.  Chandler  She 
requested  that  new  digesters  be  a  priority. 

•  Mr  Bryant  stated  that  he  was  hosting  a  group  of  youth  from  Hunters  Point 
who  were  attending  the  meeting  to  see  how  government  worked. 

•  Ms.  Smith  discussed  the  digesters  and  their  odor  and  requested  that  new 
digesters  be  installed. 


Mr  Harrington  indicated  that  a  schedule  would  be  presented  at  the  August  28,  2012 
meeting  which  would  include  a  proposed  timeline  for  the  digester  project. 

Commissioner  Courtney  requested  that  the  staff  provide  written  response  to  the  two 
questions  on  the  written  comments  submitted  by  Ms.  Sala.  Mr  Harrington  noted  that 
staff  would  respond  to  the  factual  nature  of  the  questions. 

5.  Communications 

a)  Advance  Calendar 

b)  Real  Estate  Update 

c)  Water  Supply  Agreement  Update 

d)  Sewer  Inspection  and  Replacement  Update 

e)  Update  on  North  Shore  Force  Main  Emergencies 

f)  WSIP  Construction  Bid  Summary  Report 

g)  Letter  Summary 

Commissioner  Caen  asked  for  more  information  on  the  value  of  SFPUC  properties, 
particularly  the  five  listed  as  "unknown".  She  requested  a  tight  response  timeline  on  how 
the  properties  will  be  handled.  Mr  Michael  Carlin,  Deputy  General  Manager,  stated  that 
appraisals  are  pending  on  several  properties.  He  noted  he  would  present  a  proposed 
disposal  and  retention  schedule  with  detailed  information  on  each  property  in 
September  and  will  follow-up  with  a  firm  schedule  in  October 
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President  Moran  made  note  of  a  letter  received  from  BAWSCA  commending  l\/lr 
IHarrington  for  tiis  sen/ice  as  the  SFPUC  General  Manager 

6.  Other  Commission  Business 
•  None 

7.  Report  of  the  General  IVIanager 

a)  Southeast  Community  Facility  Update:  Ms.  Juliet  Ellis,  Assistant  General 
Manager,  External  Affairs,  provided  a  brief  update  on  improvements  to  the 
Southeast  Community  Facility,  noting  that  preliminary  design  for  Phase  I  of 
construction  (second  floor)  has  begun.  She  stated  continuous  conversations 
with  members  of  the  Southeast  Facility  Commission,  community  leaders  and 
City  Hall  are  taking  place. 

b)  WSIP  Update:  Ms.  Julie  Labonte,  WSIP  Director,  updated  the  Commission  on 
the  on-going  geological  issues  with  the  Calaveras  Dam.  She  also  provided 
and  update  on  the  San  Joaquin  Pipeline  Project  and  three  related  contracts. 

c)  Bond  Sales  Results  and  Update:  Mr  Todd  Rydstrom,  CFG,  updated  the 
Commission  on  the  recent  Series  201 2D  Water  Refunding  Bond  sale  of 
$24.4M.  He  noted  that  $1.4M  in  ratepayer  savings  was  achieved  via  the  sale. 

d)  Community  Choice  Aggregation  (CCA)  Update:  Mr  Harrington  provided  an 
update  on  CCA  program  and  discussed  timing  of  the  item  before  the  Board  of 
Supen/isors.  He  stated  that  at  the  request  of  the  Mayor's  Office,  discussions 
on  CCA  will  be  postponed  until  mid-September,  when  it  will  be  scheduled 
before  the  Board.  He  also  noted  that  at  the  request  of  Mayor's  staff,  and  with 
approval  of  the  Commission,  he  would  remain  as  General  Manager  through 
mid-September. 

Public  Comments 

•  Mr  Francisco  DaCosta  expressed  his  concerns  on  items:  (7a0  -  requested 
that  the  Commission  pay  attention  to  the  needs  of  seniors;  (7b)  -  requested 
that  youth  from  the  Southeast  Sector  be  hired  for  SFPUC  projects;  and  (7c)  - 
expressed  his  thoughts  on  clean  energy  and  adverse  impact  of  on  the 
Southeast  Community. 

•  Mr  Eric  Brooks,  representing  Green  Party  of  San  Francisco  and  "Our  City", 
thanked  Mr  Harrington  for  his  leadership  and  work  on  CCA.  He  expressed 
his  thoughts  and  concerns  with  Clean  Power 

8.  BAWSCA  Report 

Mr  Art  Jensen,  on  behalf  of  BAWSCA,  thanked  Mr  Harrington  for  his  service.  He 
stated  that  the  BAWSCA  Board  is  investigating  the  issuance  of  Bonds  and  have 
approved  the  appointment  of  bond  underwriters. 

9.  Consent  Calendar 

a)  Award  Wastewater  Enterprise  Agreement  No.  CS-27  -  Ocean  Beach  Master  Plan 
Phase  2  Coastal  Management  Agreement,  to  San  Francisco  Planning  and  Urban 
Research,  for  Planning,  Design,  Engineering  and  Outreach  Services;  and 
authorize  the  General  Manager  to  negotiate  and  execute  a  professional  services 
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agreement  for  an  amount  not-to-exceed  $750,000,  and  with  a  duration  of  two 
years.  (Resolution  12-0125) 


b)  Accept  work  performed  by  Precision  Engineering  for  Wastewater  Enterprise, 
Contract  No.  WW-434,  Baker/Blake/Cool</  Broderick/Wastiington/Francisco 
Streets  Sewer  Replacement;  Approve  Modification  No.  1 ,  to  account  for  actual 
labor  and  materials  required  to  complete  the  work  under  bid  item  allowances, 
decreasing  the  contract  by  $277  for  a  total  contract  amount  of  $1 ,447,943  and 
with  a  time  extension  of  51  consecutive  calendar  days  for  a  total  contract 
duration  of  214  consecutive  calendar  days;  and  authorize  final  payment  to  the 
contractor.  (Resolution  12-0126) 

c)  Approve  the  plans  and  specifications,  and  award  Wastewater  Enterprise  Contract 
VWV-442,  Mason  and  Powell  Street  Sewer  System  Improvement  and  Pavement 
Renovation,  in  the  amount  of  $4,920,357  (of  which  $504,223  is  funded  by 
WWE/CIP,  $3,570,1 14  is  funded  by  WWE/R&R  and  $846,020  is  funded  by 
DPW),  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shaw 
Pipeline,  to  replace  or  rehabilitate  existing  sewers  and  construct  associated 
appurtenances  and  perform  pavement  renovation  on  Mason,  Powell  and  Bay 
Streets.  (Resolution  12-0127) 

d)  Approve  the  plans  and  specifications,  and  award  Wastewater  Enterprise  Contract 
No.  WW-490,  Oceanside  Water  Pollution  Control  Plant  Digesters  and  Facility 
Improvements,  in  the  amount  of  $15,373,000,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Shimmick  Construction  Company  Inc.,  to 
repair  corroded  digester  infrastructure  and  perform  necessary  improvements  to 
the  existing  digestion  process  to  achieve  Class  A  biosolids  at  the  Oceanside 
Plant.  (Resolution  12-0131) 

e)  Approve  the  plans  and  specifications,  and  award  Wastewater  Enterprise  Contract 
WW-535R,  Wastewater  Enterprise  Facility  Security  Improvement  Contract  No.  1 , 
in  the  amount  of  $6,378,218,  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  Azul  Works,  Inc.,  to  install  security  features  at  three  critical  wastewater 
operating  facilities. 

f)  Authorize  the  General  Manager,  on  behalf  of  the  City  of  San  Francisco,  to  enter 
into  a  Memorandum  of  Understanding  with  the  City  of  Daly  City  for  an  amount 
not  to  exceed  $205,500,  and  with  a  duration  of  24  months.  SFPUC  funding  will 
be  used  by  Daly  City  to  hire  consultants  to  complete  pre-project  planning,  design 
and  environmental  review  work  for  the  Vista  Grande  Drainage  Basin 
Improvement  Project.  The  proposed  Project  would  be  designed  to  alleviate 
flooding  on  SFPUC  owned  lands  within  the  Lake  Merced  Tract  by  routing  a 
portion  of  stormwater  currently  flowing  to  the  Pacific  Ocean  into  Lake  Merced, 
thereby  providing  a  sustainable  supply  of  water  for  the  augmentation  and 
management  of  Lake  Merced  water  levels.  (Resolution  12-0128) 

g)  Approve  Modification  No.  1  to  JOC-34,  General  Engineering,  San 
Francisco/Peninsula/East  Bay,  with  Power  Engineering  Construction  Company, 
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to  accomplish  general  engineering  construction  work  for  all  SFPUC  Enterprise 
Operations  and  Bureaus,  increasing  the  contract  by  $2,500,000  for  a  total 
contract  amount  of  $7,500,000,  and  with  a  time  extension  of  two  years  for  a  total 
contract  duration  of  five  years.  (Resolution  12-0129) 

h)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
a  Lease  with  Communications  &  Control,  Inc.,  for  use  of  land  located  on  Mt. 
Allison,  on  a  portion  of  Alameda  County  Assessor's  Parcel  No.  96-090-5-7,  for  a 
SFPUC  radio  communications  services  facility  and  for  other  general 
telecommunications  uses,  for  a  term  of  approximately  two  years  and  two  months, 
at  an  initial  annual  rental  rate  of  $10,382.40,  with  four  percent  annual  increases. 
(Resolution  12-0130) 

i)  Authorize  the  General  Manager  to  approve  an  agreement  for  the  sale  of  an 
interest  in  real  property  to  Tenth  and  Market,  LLC,  for  an  amount  not  to  exceed 
$77,000,  subject  to  approval  by  the  Board  of  Supervisors  pursuant  to  Charter 
Section  9.1 18,  the  SFPUC  intends  to  sell  its  interest  in  the  public  service 
easement  across  this  real  property,  located  at  1407-1435  Market  Street  (Lot  041 
in  Assessor's  Block  3507),  in  the  City  and  County  of  San  Francisco,  and  vacate 
the  surplus  sewer  on  this  site.  (Resolution  12-0132) 

President  Moran  requested  that  Items  9d,  9e,  and  9i  be  removed  from  the 
Consent  Calendar. 

Public  Comments 

•    Mr.  David  Pilpel  expressed  his  support  for  items  9d  and  9e.  IHe  requested 
copies  of  environmental  documents  for  both  items,  l-ie  noted  that  the  date  on 
the  resolution  on  item  9i  was  incorrect,  to  which  President  indicated  it  would 
be  corrected. 

On  motion  to  approve  Items  9a,  9b,  9c,  9f,  9g,  and  9h: 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor  and  Courtney 

On  motion  to  approve  Items  9d  and  9i: 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor  and  Courtney 

President  Moran  has  additional  questions  related  to  item  9e  and  stated  it  would 
be  rescheduled  to  the  call-of-the-Chair. 

10.  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Water 
Enterprise  Contact  No.  WD-2607  -  Pulgas  Balancing  Reservoir  -  Modifications  of 
Existing  Dechloramination  Facility,  in  the  amount  of  $186,444  and  with  a  potential 
increase  in  the  contract  duration  of  up  to  360  consecutive  calendar  days;  and 
authorize  the  General  Manager  or  his  designee  to  approve  future  modifications  to 
the  contract  for  a  total  revised  contract  amount  up  to  $2,237,460  and  for  a  total 
revised  contract  duration  up  to  765  consecutive  calendar  days.  (Resolution  12-0133) 
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Public  Comments 

•  No  Public  Comments 

On  motion  to  approve  Item  10: 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietorand  Courtney 

1 1 .  Authorize  the  General  Manager  to  negotiate  and  execute  an  Agreement  with  the  Bay 
Area  Clean  Water  Agencies  for  the  purpose  of  disbursing  State  grant  funds  to  the 
SFPUC  for  implementation  of  the  Harding  Park  Recycled  Water  Project  in  an 
amount  not  exceed  $2,1 14,000  (with  estimated  matching  funds  of  $5,322,000  that 
are  available  in  WSIP  Project  CUW30204).  (Resolution  12-0134) 

Public  Comments 

•  No  Public  Comments 

On  motion  to  approve  Item  11: 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor  and  Courtney 

12.  Authorize  the  General  Manager  to  negotiate  and  execute  a  Memorandum  of 
Understanding  with  Solano  County  Water  Agency  for  the  administration  and 
disbursement  of  State  Grant  funds  of  up  to  $863,000  to  be  used  for  SFPUC  high- 
efficiency  toilet  incentive  programs.  (Resolution  12-0135) 

Public  Comments 

•  No  Public  Comments 

On  motion  to  approve  Item  12: 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor  and  Courtney 

13.  Informational  hearing  and  possible  adoption  of  a  SFPUC  Technology  Policy,  a  policy 
statement  that  would  guide  SFPUC  consideration  and  assessment  of  beneficial 
technologies  and  innovation  in  both  operations  and  capital  investments. 

Mr.  Todd  Rydstrom,  CFO,  presented  a  draft  Technology  Policy  that  was  derived  as  a 
result  of  discussions  held  during  budget  deliberations,  where  the  needs  for  multiple 
policies,  including  a  Technology  Policy,  was  addressed.  He  discussed  economic 
principles  and  criteria;  environmental  principles  and  criteria;  social  principles  and 
workforce  development  criteria;  leadership  principles  and  transparency  criteria;  and  next 
steps. 

President  Moran  thanked  staff  for  their  work  and  noted  that  the  work  on  the  Policy 
began  several  years  ago  and  is  an  intelligent  way  of  looking  forward. 

Commissioner  Vietor  also  thanked  staff  for  their  work  and  suggested  minor  language 
amendments:  (1)  Environmental  principles  and  criteria:  first  bullet  -  include  the 
"conservation  of  natural  resources";  and  second  bullet  -  remove  the  word  "limited"  and 
add  "mitigation  of  and  adaption  to..." ;  (2)  Social  principles  and  workforce  development 
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criteria  -  first  bullet  -  remove  the  word  "promotion"  and  add  ". .  .to  our. (3)  Leadership 
principles  and  transparency  criteria  -  add  bullet  indicating  the  selection  criteria. 


Public  Comments 

•  Mr  Francisco  DaCosta  expressed  his  support  for  quality  of  life  and 
environmental  justice  issues. 

•  Mr  David  Pilpel  requested  that  the  Commission  forward  the  draft  Policy  to  the 
Citizens'  Advisory  Committee  (CAC)  for  their  review  and  comments. 

On  motion  to  approve  Item  13  as  amended: 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietorand  Courtney 

After  brief  discussion,  the  Commission  agreed  to  continue  item  13  untii  September 
11,  2012,  after  CAC  review. 

Ttie  Commission  took  a  brief  recess  at  1:34  PM  and  reconvened  at  1:42  PM 

14.  Sewer  System  Improvement  Program,  Program  Validation  Workshop  #2. 

Ms.  Karen  Kubick,  SSIP  Director,  provided  an  overview  of  the  second  SSIP  Workshop, 
which  addressed  (1)  Collection  system  goals,  levels  of  sen/ice  and  strategies;  (2) 
Program  validation  overview;  (3)  Green  infrastructure  overview;  (4)  Collection  system 
options;  and  (5)  Collection  system  summary.  She  presented  several  questions  for  the 
Commission  to  consider  as  they  listened  to  the  presentation. 

Discussion  ensued  on  the  re-wording  of  the  Goal  2  to  include  "gray"  and  "green" 
infrastructure  and  the  removal  of  wording  on  "minimizing  flooding".  President  Moran  and 
Commissioner  Caen  requested  that  the  issue  of  minimization  of  flooding  not  be  lost.  Mr 
Harrington  noted  that  minimization  can  also  be  achieved  by  the  management  of 
stormwater 

Coiiection  system  aoais,  ievels  of  service,  and  strategies 

Ms.  Kubick  began  the  workshop  bv  presenting  Goal  1:  Provide  a  compliant,  reliable, 
resilient  and  flexible  svstem  that  can  respond  to  catastrophic  events. 

Ms.  Kubick  stated  that  the  first  Goal  and  Level  of  Sen/ice  relates  to  reliability  and 
regulatory  compliance,  combined  sewer  discharge,  annual  frequency,  and  volume  and 
collection  strategies.  She  then  briefly  discussed  associated  strategies. 

Ms.  Kubick  began  discussion  on  Goal  2:  Manage  stormwater  with  green  and  prey 
infrastructure.  To  touch  on  earlier  discussions,  she  noted  that  the  issue  of  flood 
management  was  included  in  the  strategy.  Ms.  Kubick  provided  green  and  grey 
comparisons  in  the  collection  Level  of  Service  Goals,  and  comparisons  with  other 
ancillary  benefits. 
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President  Moran  and  Commissioner  Torres  requested  that  tlie  language  used  in 
documents  and  in  presentations  is  sucti  ttiat  lay  people  can  understand.  An  example 
provided  was  what  does  "green"  and  "grey"  mean,  as  most  people  do  not  know.  Ms. 
Kubick  indicated  staff  has  considered  and  are  addressing  the  issue.  Mr  Harrington 
noted  that  communication  methods  will  be  discussed  at  the  third  workshop. 

The  presentation's  focus  turned  to  Goal  3:  Provide  benefits  to  impacted  communities. 
Ms.  Kubick  noted  that  all  projects  will  adhere  to  environmental  justice  and  community 
benefits  policies.  She  stated  that  green  infrastructure  will  be  placed  in  areas  where 
multiple  benefits  can  be  achieved. 

Finally,  Goal  4:  Modify  the  System  to  adapt  to  climate  change  and  associated  strategies 
were  presented  and  briefly  discussed. 

Program  Validation  Overview 

Ms.  Kubick  introduced  Mr  Martin  Doward,  SSIP  Program  Management  Advisor,  who 
introduced  the  Program  Validation  Oven/iew.  Mr  Doward  provided  a  2010  and  2012 
SSIP  Validation  Comparisons  Chart,  noting  four  areas  to  be  discussed:  (1)  Reliability 
and  operational  improvements;  (2)  Green  infrastructure;  (3)  Bayside;  and  (4)  Westside. 
He  indicated  that  by  the  end  of  the  presentation,  the  complete  2012  Program  Validation 
recommendation  for  the  SSIP  would  be  developed. 

Mr  Doward  touched  on  and  discussion  occurred  on  modeling  and  calibration;  permit 
evaluation  and  future  regulations;  condition  assessment;  recommend  reliability 
improvements;  and  operational  improvements. 

The  2012  Program  Validation  Recommendation  ($  Millions)  for  Reliability  and 
Operational  Improvements  for  the  first  decade  is  $241;  second  decade  is  $497;  and  with 
a  total  of  $738. 

Green  Infrastructure  Overview 

Mr  Martin  Doward  introduced  Ms.  Rosey  Jenks,  Urban  Watershed  Management 
Program,  who  presented  on  the  Green  Infrastructure  portion  of  the  Validation  Process, 
including  synergistic  green  strategies  (stormwater  management  ordinance,  incentives 
and  grants,  public  and  private  partnerships,  and  coordination  with  City  capital 
programs). 

Ms.  Jenks  presented  a  timeline  showing  green  infrastructure's  long-term  Citywide 
implementation,  and  briefly  discussed  urban  watershed  assessment,  green 
infrastructure  benefits,  validation,  recommendations,  program  benefits,  early 
implementation  project  concepts,  Bayside  early  implementation  project  concepts,  and 
Westside  early  implementation  project  concepts. 

The  2012  program  validation  recommendation  ($  Millions)  for  Green  Infrastructure  for 
the  first  decade  is  $110:  second  decade  is  $290;  and  with  a  total  of  $400. 
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Collection  System  Options  -  Bavside 


Mr.  Dan  Donahue,  SSIP  Pre-construction  Technical  Advisor,  presented  the  Collection 
System  Options.  He  noted  that  Bayside  has  five  watersheds  (Northshore,  Channel, 
Islas  Creek,  Yosemite,  and  Sunnydale),  which  convey  flows  to  the  Southeast  Plant,  f-le 
discussed  Bayside  characteristics  and  existing  conditions,  including  lacl<  of  redundancy, 
seismic  vulnerability,  operational  constraints  and  regulatory  compliance.  Mr.  Donahue 
then  touched  on  the  Bayside  project  drivers. 

Bayside  infrastructure  options  and  level  of  service  comparisons  were  discussed  and 
Option  4  was  recommended. 

The  2012  program  validation  recommendation  {$  Millions)  for  Bavside  for  the  first 
decade  is  $1.091:  second  decade  is  $152:  and  with  a  total  of  $1.243. 

Collection  System  Options  -  Westside 

Mr  Dan  Donahue  continued  his  presentation  with  discussion  of  the  Westside  that  has  ■ 
three  watersheds  (Richmond,  Sunset  and  Lake  Merced),  which  convey  flows  to  the 
Oceanside  Plant.  He  discussed  Westside  existing  conditions  including  CSDs  on 
beaches,  sandy  soils.  Lake  Merced,  wide  streets  and  uniform  lots,  large  landowners, 
and  regulatory  challenges. 

Mr  Donahue  touched  on  the  Westside  characteristics  and  project  drivers,  and  noted 
infrastructure  options  and  level  of  sen/ice  comparisons,  recommending  Option  3. 

The  2012  program  validation  recommendation  ($  Millions)  for  Westside  for  the  first 
decade  is  $45:  second  decade  is  $232:  and  with  a  total  of  $277. 

Collection  System  Summary 

The  2012  total  program  validation  recommendation  ($  Millions)  for  the  Collection 
System  for  the  first  decade  is  $1.487:  second  decade  is  $1,171:  and  with  a  total  of 
$2.658. 

The  2012  total  proposed  SSIP  program  validation  recommendation  ($  Millions)  for  the 
first  decade  is  $4.052:  second  decade  is  $2.946:  and  with  a  total  SSIP  cost  of  $6.998. 

Ms.  Kubick  expressed  her  appreciation  to  the  Commission  for  their  guidance  and 
leadership.  She  stated  that,  as  per  the  Commission's  request,  she  would  work  on 
approphate  wording  for  Goal  3  regarding  Green  Infrastructure. 
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Public  Comments 

•  Mr.  David  Pilpel  expressed  his  appreciation  for  the  discussion  and  his 
concerns  over  and  the  importance  of  green  projects.  He  also  expressed  his 
support  for  staff  recommendations. 

•  Mr  Francisco  DaCosta  noted  that  the  City  needs  to  continue  to  work  on  areas 
of  need  and  to  train  and  hire  local  youth. 

15.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 

•  No  public  comments. 

CLOSED  SESSION 

The  Commission  entered  Closed  Session  at  3:31  PM  and  reconvened  open  session  at 
4:13PM. 

16.  Pursuant  to  Government  Code  Section  54957  and  San  Francisco  Administrative 
Code  Section  67.10(b),  to  consider  public  employee  appointment/hiring  for  the 
position  of  General  Manager  of  the  San  Francisco  Public  Utilities  Commission. 

17.  Announcement  following  closed  session 

President  Moran  announced  that  the  Commission  would  transmit  a  list  of  unanimously 
approved  candidates  to  the  Mayor  for  consideration,  pursuant  to  Charter  Section  4. 102. 
The  President  noted  that  due  to  the  sensitive  and  confidential  nature  of  the  process, 
neither  the  names  nor  number  of  candidates  would  be  disclosed. 

18.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

On  Motion  to  NOT  TO  DISCLOSE: 

AYES:  Moran,  Torres,  Caen,  Vietor  and  Courtney 

19.  Other  new  business 
ADJOURNMENT 

President  Moran  adjourned  the  meeting  at  4:14  PM 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0125 


WHEREAS,  The  Ocean  Beach  Master  Plan  is  the  result  of  a  two-year  interagency  planning 
process  convened  by  SPUR  and  funded  by  the  California  State  Coastal  Conservancy,  the  San  Francisco 
Public  Utilities  Commission  (SFPUC),  and  the  National  Park  Service.  The  plan  incorporates  public 
access,  environmental  stewardship,  infrastructure,  and  coastal  management  complexities  surrounding 
Ocean  Beach;  and 

WHEREAS,  The  plan  has  achieved  an  unprecedented  level  of  cooperation  and  consensus  among 
responsible  agencies  and  key  stakeholders  at  Ocean  Beach.  A  comprehensive  public  engagement  process, 
including  three  public  workshops,  numerous  community  presentations,  and  an  online  and  social  media 
presence,  has  deepened  public  understanding  of  the  challenges  and  constraints  at  Ocean  Beach,  and 
resulted  in  a  broader,  multi-objective  approach  by  the  various  responsible  agencies;  and 

WHEREAS,  A  critical  next  phase  of  making  progress  at  Ocean  Beach  is  the  development  and 
implementation  of  the  coastal  management  recommendations  included  in  the  Master  Plan.  While  the 
concepts  in  the  Master  Plan  vision  were  informed  by  a  significant  amount  of  technical  and  scientific  input 
from  the  project's  consultant  team  and  the  technical  staff  at  affected  agencies,  they  remain  at  a  conceptual 
level  and  considerable  testing  and  analysis  will  be  required  before  implementation;  and 

WHEREAS,  It  is  necessary  to  procure  planning,  design,  engineering  and  outreach  services  to 
ensure  the  continued  development  and  implementation  of  a  coastal  management  approach  to  Ocean  Beach 
that  would  protect  critical  wastewater  infrastructure  and  promote  environmental  stewardship;  and 

WHEREAS,  These  services  are  being  awarded  to  San  Francisco  Planning  and  Urban  Research 
(SPUR)  as  a  sole  source  procurement;  and 

WHEREAS,  The  estimated  cost  of  services  is  $750,000;  and 

WHEREAS,  The  services  are  anticipated  duration  of  this  agreement  is  two  (2)  years  beginning 
August  13,  2012  and  ending  August  13,  2014  ;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the  agreement  from 
Wastewater  Enterprise  FY12/13  Capital  Program;  now,  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  San  Francisco 
Planning  and  Urban  Research  (SPUR);  awards  Wastewater  Enterprise-funded  Agreement  No.  CS-271, 
Ocean  Beach  Master  Plan  Phase  2  Coastal  Management  Agreement,  Planning,  Design,  Engineering  and 
Outreach  Services,  to  provide  various  project-specific  planning,  design,  engineering  and  outreach 
services;  and  authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to 
negotiate  and  execute  a  professional  services  agreement  with  SPUR,  for  an  amount  not-to-exceed 
$750,000,  and  with  a  duration  of  two  (2)  years. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  24.  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0126 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise,  Renewal  and 
Replacement  (R&R)  Program-funded  Contract  No.  WW-434,  Baker/Blake/Cook/  Broderick/ 
Washington/  Francisco  Streets  Sewer  Replacement,  by  the  contractor,  Precision  Engineering; 
and 

WHEREAS,  On  January  11,  20 11,  by  Resolution  No.  1 1-0006,  this  Commission  awarded 
Contract  No.  WW-434,  Baker/Blake/Cook/BroderickAVashington/Francisco  Streets  Sewer 
Replacement,  in  the  amount  of  $1,448,220,  to  the  lowest,  qualified  responsible  and  responsive 
bidder.  Precision  Engineering;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  March  14, 
201 1,  with  an  original  schedule  of  163  consecutive  calendar  days  and  the  contract  work  was 
completed  in  214  consecutive  calendar  days  on  October  13,  201 1;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,448,220  and  the  original  contract 
duration  was  163  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  (Final)  is  being  requested  for  ($277),  to  account  for 
actual  labor  and  materials  required  to  complete  the  work  under  bid  item  allowances,  decreasing 
the  contract  amount  to  $1,447,943  and  increasing  the  contract  duration  by  51  consecutive 
calendar  days;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  comply  with  the  Human 
Rights  Commission  (HRC)  subcontracting  goal  of  21.56%  Local  Business  Enterprise  (LBE) 
submitted  for  this  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS22,  Baker/Blake/Cook/ 
Broderick/Washington/Francisco  Streets  Sewer  Replacement;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Wastewater 
Enterprise,  Renewal  and  Replacement  (R&R)  Program-funded  Contract  No.  WW-434, 
Baker/Blake/Cook/BroderickAVashington/Francisco  Streets  Sewer  Replacement,  approves 
Modification  No.  1  (Final),  decreasing  the  contract  by  $277  for  a  total  contract  amount  of 
$1,447,943  and  with  a  time  extension  of  51  consecutive  calendar  days  for  a  total  contract 
duration  of  214  consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor. 
Precision  Engineering. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  24,  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0127 


WHEREAS,  Wastewater  Enterprise  Capital  Improvement  Program  (CIP)  funded, 
Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program  funded,  and 
Department  of  Public  Works  (DPW)  Pavement  and  Renovation  Program  funded  Contract  No. 
WW-442,  Mason  &  Powell  Streets  Sewer  System  Improvement  and  Pavement  Renovation  was 
advertised  on  May  30,  2012;  and 

WHEREAS,  The  Engineer's  Estimate  is  $4,500,000  for  this  construction  contract  work  to 
replace  or  rehabilitate  existing  sewers  and  perform  pavement  renovation;  and 

WHEREAS,  The  contract  duration  is  300  consecutive  calendar  days;  and 

WHEREAS,  Under  the  delegation  agreement  with  the  Planning  Department,  the 
Environmental  Management  Bureau  determined  on  August  11,  2011  that  Mason  &  Powell 
Streets  Sewer  System  Improvement  and  Pavement  Renovation  is  statutorily  exempt  from  the 
California  Environmental  Quality  Act  (CEQA)  under  Public  Resources  Code  Section 
15282(k);and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  June  28,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Human 
Rights  Commission  (HRC)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Shaw  Pipeline  as  the  lowest, 
qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  26%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CENMSCIC56,  Mason  &  Powell 
Streets  Sewer  System  Improvement  and  Pavement  Renovation,  from  PUC  Project  No. 
CWWRNRCS,  and  from  DPW  Project  No.  CPWTRNSR;  and 


FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  plans  and 
specifications  and  awards  Wastewater  Enterprise  CIP  Program-funded  Contract  No.  WW-442, 
Mason  &  Powell  Streets  Sewer  System  Improvement  and  Pavement  Renovation,  in  the  amount 
of  $4,920,357,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shaw  Pipeline. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  24.  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0128 


WHEREAS,  The  City  and  County  of  San  Francisco,  acting  through  the  San  Francisco 
PubHc  Utilities  Commission  (SFPUC),  and  die  City  of  Daly  City  as  the  lead  agency,  are  working 
collaboratively  to  study  the  environmental  impacts  of  the  proposed  Vista  Grande  Drainage  Basin 
Improvement  Project  (Project)  to  alleviate  flooding  in  the  Vista  Grande  Basin  within  the 
SFPUC's  Lake  Merced  Tract,  and  also  allow  augmentation  and  management  of  Lake  Merced 
water  levels  using  sustainable  supplies  of  stormwater;  and 

WHEREAS,  declines  in  Lake  Merced  water  levels,  generally  attributable  to  the  historic 
diversion  of  stormwater  away  from  Lake  Merced,  drought  conditions,  and  regional  groundwater 
pumping,  have  generated  concern  regarding  the  long  term  viability  of  the  lake;  and 

WHEREAS,  storm-related  flooding  in  the  Vista  Grande  Watershed,  particularly 
overflows  from  Daly  City's  Vista  Grande  Canal  across  John  Muir  Drive,  has  resulted  in  property 
damage  from  uncontrolled  runoff  into  Lake  Merced;  and 

WHEREAS,  as  part  of  the  Water  System  Improvement  Program  (WSEP),  the  SFPUC  proposed 
to  augment  Lake  Merced  lake  levels  with  sustainable  water  sources  such  as  stormwater, 
groundwater  or  a  combination  thereof;  and 

WHEREAS,  in  response  to  ongoing  flooding  problems  in  the  Vista  Grande  Watershed,  Daly 
City  commissioned  alternative  analyses  reports  and,  following  review  of  various  Project 
altematives,  identified  the  South  Lake  Merced  alternative  for  further  development  and  study;  and 

WHEREAS,  under  the  South  Lake  Merced  alternative,  the  Project  is  intended  to  route  storm 
water  from  the  Vista  Grande  Watershed  to  South  Lake  Merced  as  well  as  to  the  Pacific  Ocean, 
reduce  uncontrolled  overflows  from  the  Vista  Grande  Canal  into  Lake  Merced,  achieve  a 
sustained  increase  in  Lake  Merced  lake  levels,  improve  storm  water  quality,  and  further  the 
restoration  of  the  drainage  basin's  natural  hydrology;  and 

WHEREAS,  Daly  City,  as  lead  agency,  is  undertaking  the  environmental  analysis  of  the  Project 
as  required  under  the  California  Environmental  Quality  Act  (CEQA);  and 

WHEREAS,  it  is  in  the  interests  of  both  Daly  City  and  the  SFPUC  for  Daly  City  to  proceed 
expeditiously  with  the  further  development  and  study  of  the  Vista  Grande  Project,  and  to  do  so  in 
a  manner  that  addresses  bodi  historic  flooding  problems  and  the  SFPUC's  goal  to  increase  Lake 
Merced  water  levels;  and 


WHEREAS,  the  Parties  wish  to  enter  into  an  agreement  to: 

•  share  information  regarding  previous  studies  and  evaluation  of  lake  levels; 

•  provide  SFPUC  funding  to  Daly  City  for  evaluation  of  potential  environmental  effects  of 
a  range  of  target  lake  level  as  part  of  the  Vista  Grande  Project  Environmental  Impact 
Report  (EIR)  process  and  evaluation  of  lake  management  strategies; 

•  govern  use  of  funding  provided  by  SFPUC  for  aspects  of  the  Vista  Grande  Project  EER  to 
be  prepared  by  Daly  City's  environmental  and  design  services  contractors  related  to  the 
lake  level  recommendations  presented  in  the  EIR; 

•  create  a  process  for  review  of  documents  prepared  by  Daly  City's  consultants  by  the 
SFPUC  and  the  San  Francisco  Planning  Department  acting  as  a  responsible  agency  under 
CEQA  in  accordance  with  Chapter  3 1  of  the  San  Francisco  Administrative  Code;  and 

• 

gather  water  quality  and  data  to  inform  a  possible  future  long  term  Lake  Merced 
management  plan  between  the  SFPUC  and  Daly  City  governing  construction  and 
operation  of  Vista  Grande  Project  related  infrastructure  on  City  of  San  Francisco  property 
and  within  the  Lake  Merced  tract  and  the  protection  of  water  quality  in  Lake  Merced, 
following  completion  of  necessary  CEQA  review  and  Project  approval  by  Daly  City; 
now,  therefore  be  it 

RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  the  SFPUC  on 
behalf  of  the  City  of  San  Francisco  to  enter  into  a  Memorandum  of  Understanding  with  the  City 
of  Daly  City  for  an  amount  not  to  exceed  $205,500  to  complete  the  various  planning,  design  and 
environmental  work  associated  with  the  Project  and  with  a  duration  of  24  months. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  24.  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0129 


WHEREAS,  On  February  8,  201 1,  per  Resolution  No.  1 1-0023,  this  Commission  approved  the 
award  of  Contract  No.  JOC-34,  Job  Order  Contract  (JOC),  General  Engineering  (A-License),  San 
Francisco/Peninsula/East  Bay  to  Power  Engineering  Construction  Company;  and 

WHEREAS,  The  Notice-To-Proceed  date  was  set  for  April  19,  201 1;  and 

WHEREAS,  The  original  contract  amount  was  for  $5,000,000  and  the  original  contract 
duration  was  three  years;  and 

WHEREAS,  Modification  No.  1  is  being  requested  to  complete  urgent  erosion  controls  along 
Ocean  Beach  and  Lake  Merced,  ongoing  water  and  wastewater  facility  operational  upgrades  and 
repairs,  and  streetlight  repairs  for  San  Francisco  Public  Utilities  Commission's  (SFPUC)  Operations 
and  Bureaus,  increasing  the  contract  amount  by  $2,500,000,  for  a  total  contract  value  of  $7,500,000, 
and  increasing  the  contract  duration  by  two  years,  for  a  total  duration  of  five  years;  and 

WHEREAS,  The  Human  Rights  Commission  (HRC)  subcontracting  goal  of  24%  Local 
Business  Enterprise  (LBE)  participation  has  been  established  for  this  contract;  and 

WHEREAS,  to  date,  the  contractor  has  utilized  an  LBE  participation  of  33%  to  comply  with 
the  25.3%  LBE  participation  submitted  with  contractor's  bid;  and 

WEHREAS,  The  Contractor  is  working  with  the  HRC  and  JOC  Management  to  meet  the  full 
LBE  goal  requirements  by  the  end  of  the  contract;  and 

WHEREAS,  Funds  are  available  from  SFPUC  Enterprise  funds;  and 

WHEREAS,  No  task  order  will  be  issued  for  construction  requiring  environmental  review, 
excluding  those  eligible  for  statutory  or  categorical  exemptions,  until  the  Commission  has  been  given 
the  opportunity  to  review  the  environmental  document  and  take  action  if  deemed  appropriate;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  Contract  No.  JOC- 
34,  Job  Order  Contract,  General  Engineering  (A-License),  San  Francisco/Peninsula/East  Bay  to  Power 
Engineering  Construction  Company,  for  continued  general  engineering  construction  work  for  all 
SFPUC  Operations  and  Bureaus,  increasing  the  contract  amount  by  $2,500,000  for  a  total  contract 
value  of  $7,  500,000,  and  with  a  time  extension  of  two  years,  for  a  total  contract  duration  of  five  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of_   July  24.  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


12-0130 


WHEREAS,  Communications  &  Control  Inc.,  owns  certain  real  property  known  as  a 
portion  of  Assessor's  Parcel  No.  96-90-5-7,  on  Mt.  Allison  in  Alameda  County,  California, 
(Lease  Area);  and 

WHEREAS,  the  City  and  County  of  San  Francisco,  through  its  Public  Utilities 
Commission  (SFPUC),  desires  to  lease  (i)  tower  space  for  the  installation,  use  and  operation  of 
one  six-foot  diameter  parabolic  microwave  antenna  and  (ii)  approximately  fourteen  (14)  square 
feet  of  shelter  space  for  an  equipment  rack  to  accommodate  an  SFPUC  radio  communication 
services  facility  at  the  Lease  Area;  and 

WHEREAS,  the  SFPUC  has  had  other  equipment  in  place  at  the  Lease  Area  since 
November  31,  2005  and  additional  equipment  is  now  needed  to  support  the  expansion  of  the 
SFPUC  microwave  backbone  to  the  new  Tesla  treatment  facility;  and 

WHEREAS,  the  SFPUC  further  finds  that  since  the  issuance  of  a  categorical  exemption 
for  the  SCADA  project  on  December  22,  2004,  there  have  been  no  substantial  project  changes 
and  no  substantial  changes  in  project  circumstances  that  would  require  revisions  to  the 
categorical  exemption  due  to  the  involvement  of  any  environmental  effects  and  there  is  no  new 
information  of  substantial  importance  that  would  change  the  conclusions  set  forth  in  the 
categorical  exemption;  now,  therefore,  be  it 

RESOLVED,  that  this  Commission  hereby  approves  the  terms  and  conditions  as  set  forth 
in  the  staff  report  for  this  Resolution  and  authorizes  the  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission  to  execute  a  new  lease  (Lease)  with  Communications  &  Control, 
Inc.,  for  a  radio  communications  facility,  commencing  upon  final  execution;  and  be  it 

FURTHER  RESOLVED,  that  the  new  Lease  shall  be  for  a  term  of  approximately  two  (2) 
years  and  two  (2)  months  at  an  initial  annual  rental  rate  of  $10,382.40,  payable  in  monthly 
installments  of  $865.20  with  four  percent  (4%)  annual  increases;  and  be  it 

FURTHER  RESOLVED,  that  this  Commission  authorizes  the  General  Manager  to  take 
any  and  all  other  steps  he,  in  consultation  with  the  City  Attorney,  deems  necessary  and  advisable 
to  effectuate  the  purpose  and  intent  of  this  Resolution. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of   July  24.  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0131 


WHEREAS,  Wastewater  Enterprise,  Capital  Improvement  Program  (ClP)-funded 
Contract  No.  WW-490,  Oceanside  Water  Pollution  Control  Plant  620  Digesters  Sequencing 
Batch  Reactor  (SBR)  Temperature  Phased  Anaerobic  Digestion  (TP AD)  Conversion  and  Facility 
Improvements  was  advertised  on  April  19,  2012;  and 

WHEREAS,  The  baseline  budget  amount  is  $19,000,000  and  the  Engineer's  Estimate  is 
$17,000,000  for  this  construction  contract  work  to  repair  corroded  digester  infrastructure  and 
perform  necessary  improvements  to  the  existing  digestion  process  to  achieve  Class  A  biosolids  at 
the  Oceanside  Plant;  and 

WHEREAS,  Having  a  portion  of  SFPUC's  Biosolids  treated  to  Class  A  will  also  enable 
WWE  to  continue  to  land-apply  Class  B  Biosolids  from  Southeast  Plant  in  Solano  County  for 
beneficial  reuse;  and 

WHEREAS,  The  contract  duration  is  810  consecutive  calendar  days;  and 

WHEREAS,  Project  No.  CENMSCIC39,  OWPCP  620  Digesters  SBR  TPAD  Conversion 
and  Facility  Improvements,  was  determined  to  be  categorically  exempt  as  a  Class  1  under 
Section  15301  (b)  Categorical  Exemption  of  the  California  Environmental  Quality  Act  (CEQA) 
on  July  16,  2012;  and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  June  7,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Human 
Rights  Commission  (HRC)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Shimmick  Construction  Inc., 
as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  An  HRC  subcontracting  goal  of  14%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission's  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC39,  OWPCP  620 
Digesters  SBR  TPAD  Conversion  and  Facility  Improvements;  now,  therefore  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Wastewater  Enterprise,  Capital  Improvement  Program  (ClP)-funded  Contract  No.WW- 
490,  OWPCP  620  Digesters  SBR  TP  AD  Conversion  and  Facility  Improvements,  in  the  amount 
of  $15,373,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shimmick 
Construction  Company  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  24,  202  


Secretary,  P  blic  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0132 


WHEREAS,  The  City  and  County  of  San  Francisco  (City),  through  the  SFPUC,  owns  a 
public  service  easement  (the  Property)  that  commences  at  the  westerly  end  of  the  public  street 
commonly  known  as  Jessie  Street  and  continues  on  and  under  an  adjacent  parcel  of  real  property 
located  at  1407-1435  Market  Street  in  San  Francisco  (Buyer's  Adjacent  Property),  which  is 
owned  by  Tenth  and  Market  LLC  (Buyer);  and 

WHEREAS,  Under  the  terms  of  the  1960  Easement  Deed,  City  held  rights  allowing  for 
the  construction,  reconstruction,  maintenance,  operation,  repair,  and/or  removal  of  a  sewer  and 
related  appurtenances,  but  since  the  date  City  took  possession  of  the  Property,  City  has 
discontinued  use  of  the  sewer  line  placed  in  the  easement  and  has  no  further  use  of  the  Property; 
and 

WHEREAS,  Buyer  is  currently  developing  and  constructing  a  large-scale  mixed 
residential  and  commercial  project  (the  Project)  on  Buyer's  Adjacent  Property  and  has  requested 
that  City  vacate  the  public  service  easement  associated  with  the  Property,  convey  all  of  City's 
right,  tide,  and  interest  in  the  Property  to  Buyer  so  that  Buyer  may  proceed  with  its  construction 
of  the  Project;  and 

WHEREAS,  Buyer  is  the  only  potential  purchaser  of  the  Property  and  is  willing  to  pay 
the  estimated  fair  market  value,  $77,000;  and 

WHEREAS,  Section  8334  of  the  California  Streets  and  Highways  Code  provides  that  the 
legislative  body  of  a  local  agency  may  summarily  vacate  an  excess  right-of-way  of  a  street, 
highway  or  public  easement  under  certain  circumstances.  In  particular.  Section  8334  provides 
that  the  legislative  body  of  a  local  agency  may  summarily  vacate  a  street  when  a  portion  of  a 
street  lies  within  the  property  under  one  ownership  and  does  not  continue  through  such 
ownership  or  end  touching  property  of  another.  In  this  instance,  the  public  service  easement  to 
be  vacated  is  located  wholly  on  and  under  the  Property,  as  such  easement  extends  from  the 
western  edge  of  Jessie  Street  that  runs  westerly  from  10th  Street  and  terminates  at  the  western 
edge  of  the  Property.  In  addition,  Section  8334.5  of  the  California  Streets  and  Highways  Code 
allows  for  a  summary  vacation  only  if  there  are  no  in-place  utility  facilities  that  are  in  use  and 
would  be  affected  by  the  vacation;  and 

WHEREAS,  The  Department  of  Public  Works  has  advised  the  City's  Real  Estate 
Division  of  the  following:  no  in-place  public  utility  facilities  that  are  in  use  would  be  affected  by 
vacation  because  the  only  utility  within  the  easement  to  be  vacated  is  an  unused  section  of  sewer 
line  that  will  be  purchased  by  Buyer  pursuant  to  the  Purchase  and  Sale  Agreement;  and 

WHEREAS,  The  Director  of  Planning,  by  letter  dated  November  14,  201 1,  and  amended 
February  13,  2012,  found  that  the  vacation  and  sale  is  categorically  exempt  from  environmental 
review  and  is  in  conformance  with  the  City's  General  Plan;  and 


WHEREAS,  The  SFPUC  and  Buyer  have  negotiated  an  Agreement  for  the  Sale  of  Real 
Estate  which  provides  for  the  sale  of  the  City's  interest  in  the  easement,  as  well  as  the  unused 
sewer  line,  to  the  Buyer  for  $77,000,  subject  to  Board  of  Supervisors  approval;  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission  hereby  finds  that  the  Property  is  surplus  and 
unnecessary  for  present  and  prospective  SFPUC  uses  and  authorizes  the  General  Manager  of  the 
SFPUC  to  seek  approval  of  the  Agreement  by  the  City's  Board  of  Supervisors  and  Mayor,  and, 
upon  such  approval,  to  execute  the  Agreement  in  substantially  the  same  form  presented  to  this 
Commission;  and  be  it 

FURTHER  RESOLVED,  That,  upon  approval  by  the  City's  Board  of  Supervisors  and  the 
Mayor,  this  Commission  authorizes  the  General  Manager  of  the  SFPUC  and/or  the  Director  of 
Property  to  execute  and  deliver  the  Quitclaim  Deeds  conveying  the  Property  to  the  Buyer;  and  be 
it 

fTJRTHER  RESOLVED,  That  upon  approval  by  City's  Board  of  Supervisors  and  the 
Mayor,  this  Commission  authorizes  the  General  Manager  and/or  the  Director  of  Property  to  take 
any  and  all  other  steps  they,  in  consultation  with  the  City  Attorney,  deem  necessary  and 
advisable  to  effectuate  the  purpose  and  intent  of  this  Resolution. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  24.  2012  


n(l  Milk  ^dh?rrk 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0133 


WHEREAS,  On  August  10,  2010,  per  Resolution  No.  10-0143,  this  Commission 
approved  the  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)-funded 
Contract  No.  WD-2607  -  Pulgas  Balancing  Reservoir  -  Modifications  of  Existing 
Dechloramination  Facility,  to  NCCI,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  (NTP)  was  issued  on 
September  22,  2010;  and 

WHEREAS,  The  original  contract  amount  was  $1,864,560  and  the  original  contract 
duration  was  360  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)  (1)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the 
Commission;  and 

WHEREAS,  The  project  has  encountered  circumstances  in  the  field  that  were  not 
anticipated  during  the  planning  and  design  of  the  project,  including  differing  site  and  as-built 
conditions,  design  modifications  required  to  meet  established  performance  criteria,  and  delays  in 
the  delivery  of  new  equipment  due  to  excessive  flooding  in  Thailand,  the  location  of  some  of  the 
equipment  suppliers;  and 

WHEREAS,  Cost  modifications  approved  to  date  for  this  construction  contract  amount  to 
$164,091,  pending  change  orders  amount  to  $11,811,  potential  change  orders  amount  to  $75,284, 
and  trends  amount  to  $121,714;  and 

WHEREAS,  These  change  orders  and  trends,  if  converted  to  approved  change  orders, 
would  exceed  the  pre-approved  10%  construction  cost  contingency;  and 

WHEREAS,  an  increase  in  the  contract  cost  contingency  in  the  amount  of  $186,444  and  a 
time  extension  of  360  consecutive  calendar  days  are  requested,  subject  to  the  General  Manager's 
subsequent  authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  Human  Rights  Commission  (HRC)  subcontracting  goal  of  10%  Local 
Business  Enterprise  (LBE)  participation  were  originally  established  for  this  construction 
contract;  and 

WHEREAS,  The  13.4%  LBE  participation  goal,  as  submitted  at  the  time  of  bid,  has  been 
met  by  the  Contractor;  and 

WHEREAS,  Funding  is  currently  available  in  Project  CUW36105,  Pulgas  Balancing 
Reservoir  -  Modifications  of  Existing  Dechloramination  Facility  Project.;  and 

WHEREAS,  on  June  12,  2012,  per  Resolution  No.  12-0099,  this  Commission  approved 
project  budget  and  schedule  changes  to  Project  CUW36105,  Pulgas  Balancing  Reservoir  - 


Modifications  of  Existing  Dechloramination  Facility  Project  that  take  into  account  the  potential 
contract  modifications  outlined  herein;  now  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  in  the  amount  of  $186,444,  and  pre-approves  a  potential  increase  in  the  contract 
duration  of  up  to  360  consecutive  calendar  days  for  the  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)  funded  Construction  Contract  WD-2607  -  Pulgas  Balancing 
Reservoir  -  Modifications  of  Existing  Dechloramination  Facility,  for  a  total  cost  contingency 
amount  of  $372,900;  and  a  potential  extension  in  the  contract  total  duration  of  up  to  405 
consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
or  his  designee  to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  amount  for  up  to  $2,237,460  and  to  the  contract  duration  for  up  to  765  consecutive 
calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  24.  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0134 


WHEREAS,  on  October  30,  2008  the  Commission  approved  the  Phased  Water 
System  Improvement  Program  Variant  (Phased  WSIP  Variant)  in  Commission  Resolution 
No.  08-0200;  and 

WHEREAS,  the  Phased  WSIP  Variant  included  the  development  of  10  million 
gallons  per  day  (gpd)  of  recycled  water,  groundwater,  and  conservation  in  San  Francisco  by 
2018;  and 

WHEREAS,  the  SFPUC  is  implementing  recycled  water  projects  to  help  meet  the  10 
mgd  goal  by  2018;  and 

WHEREAS,  by  replacing  potable  water  currently  used  for  irrigation  of  Harding  Park 
and  Fleming  golf  courses  with  recycled  water,  dependence  on  the  SFPUC's  Regional  Water 
System  will  be  reduced;  and 

WHEREAS,  the  Harding  Park  Recycled  Water  Project  is  a  joint  project  between  the 
City  of  Daly  City  and  the  SFPUC  through  which  an  annual  average  of  0.23  mgd  of  tertiary- 
treated  recycled  water  will  be  provided  to  the  Harding  Park  and  Fleming  golf  courses  for 
irrigation  purposes;  and 

WHEREAS,  a  Final  Program  Environmental  Impact  Report  and  a  Mitigation, 
Monitoring,  and  Reporting  Program  were  adopted  by  the  Commission  on  October  30,  2008 
by  Resolution  No.  08-200;  and 

WHEREAS,  on  behalf  of  numerous  local  public  agencies  including  the  SFPUC,  the 
Bay  Area  Clean  Water  Agencies  (BACWA)  applied  for  a  Proposition  84  Integrated  Regional 
Water  Management  Grant  from  the  State  of  California,  Department  of  Water  Resources 
(DWR)  to  help  fund  the  implementation  and  operation  of  various  regional  water 
conservation,  water  recycling,  ecosystem  restoration,  green  infrastructure,  and  flood 
management-watershed  projects  to  be  carried  out  the  participating  agencies;  and 

WHEREAS,  DWR  awarded  BACWA  a  grant  of  $30,093,592  in  State  funds  and  over 
$80,000,000  in  matching  funds.  Each  of  the  participating  agencies  is  responsible  for  the  cost- 
sharing  match  of  at  least  25%  required  under  the  DWR  agreement  with  BACWA;  and 

WHEREAS,  DWR  and  BACWA  have  entered  into  Grant  Agreement  No. 
4600009715  whereby  State  grant  funds  will  be  disbursed  by  DWR  to  BACWA,  the  fiscal 
agent  for  the  grant  funds,  on  a  reimbursement  basis;  and 

WHEREAS,  the  State  permits  BACWA  to  disburse  State  grant  funds  to  Participating 
Agencies;  and 


WHEREAS,  BACWA  wishes  to  pass  State  grant  funds  through  to  the  SFPUC  to  use 
in  the  implementation  of  the  Harding  Park  Recycled  Water  Project  to  carry  out  the  purposes 
of  the  State  grant;  and 

WHEREAS,  the  SFPUC  desires  to  receive  State  Grant  funds,  and  is  willing  to 
cooperate  in  fulfilling  BACWA's  obligations  under  the  State  grant  requirements;  and 

WHEREAS,  the  SFPUC  and  BACWA  desire  to  enter  into  a  grant  implementation 
agreement  in  which  BACWA  agrees  to  disburse  the  grant  funds  to  the  SFPUC  for 
implementation  of  the  Harding  Park  Recycled  Water  Project  in  accordance  with  the 
provisions  of  the  implementation  agreement;  and 

WHEREAS,  the  SFPUC s  total  estimated  project  cost  is  $7,436,000,  of  which 
$2,114,000  will  be  provided  through  State  grant  funds,  with  the  SFPUC's  estimated  cost- 
share  being  $5,322,000;  and 

WHEREAS,  the  State  grant  funds  for  the  implementation  of  the  Harding  Park 
Recycled  Water  Project  are  not  to  exceed  $2,114,000;  and 

WHEREAS,  the  SFPUC  cost  share  funds  for  implementation  of  the  Harding  Park 
Recycled  Water  Project  are  available  in  WSIP  Project  CUW30204;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  negotiate  and  execute  an  Agreement  with  the  Bay 
Area  Clean  Water  Agencies  for  the  purpose  of  disbursing  State  grant  funds  to  the  San 
Francisco  Public  Utilities  Commission  for  implementation  of  the  Harding  Park  Recycled 
Water  Project  in  an  amount  not  exceed  $2,114,000,  with  estimated  matching  funds  of 
$5,322,000  (costs  incurred  since  October  2008)  available  in  WSIP  Project  CUW30204. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  24,  2012  


4r  t^  ^  '<UmrL^ 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0135 


WHEREAS,  On  October  30,  2008  the  Commission  approved  the  Phased  Water  System 
Improvement  Program  Variant  (Phased  WSIP  Variant)  in  Commission  Resolution  No.  08-0200;  and 

WHEREAS,  The  Phased  WSIP  Variant  included  the  development  of  10  million  gallons  per  day 
(mgd)  in  conservation,  recycled  water,  and  groundwater  in  San  Francisco  by  2018;  and 

WHEREAS,  The  SFPUC  is  promoting  water  conservation  to  help  meet  the  10  mgd  goal  by 
2018;  and 

WHEREAS,  Replacement  of  higher- volume  toilets  with  lower- volume  models  among  San 
Francisco  retail  customer  accounts  is  a  fimdamental  component  of  the  SFPUC  s  water  conservation 
program  and  will  assist  the  SFPUC  in  meeting  its  long-term  demand  reduction  goals;  and 

WHEREAS,  On  behalf  of  numerous  public  agencies  located  in  the  San  Francisco  Bay  Area,  Bay 
Area  Clean  Water  Agencies  (BACWA)  applied  for  and  received  a  Proposition  84  Integrated  Regional 
Water  Management  Grant  (State  Grant)  from  the  State  of  California,  Department  of  Water  Resources 
(DWR)  in  the  amount  of  $30,093,592,  to  help  fund  the  implementation  and  operation  of  various  regional 
water  conservation,  water  recycling,  ecosystem  restoration,  green  infrastructure,  and  flood  management- 
watershed  projects;  and 

WHEREAS,  The  State  Grant  includes  $9,191,685  to  fund  water  conservation  programs  for  the 
following  Participating  Agencies:  Alameda  County  Water  District,  Bay  Area  Water  Supply  and 
Conservation  Agency,  City  of  Napa,  Contra  Costa  Water  District,  East  Bay  Municipal  Utilities  District, 
Sonoma  County  Water  Agency,  Santa  Clara  Valley  Water  District,  San  Francisco  Public  Utilities 
Commission,  Solano  County  Water  Agency,  Marin  Municipal  Water  District,  Zone  7  Water  Agency, 
Alameda  County  Waste  Management  Authority  (StopWaste.org),  and  the  Napa  County  Flood  Control 
and  Water  Conservation  District;  and 

WHEREAS,  Solano  County  Water  Agency  (SCWA)and  BACWA  have  entered  into  an 
Implementation  Agreement  dated.  May  7,  2012  by  which  BACWA  agrees  to  disburse  funding  from  the 
State  Grant  to  SCWA  for  SCWA  to  use  in  administration  and  performance  of  eligible  Projects  under  the 
State  Grant;  and 

WHEREAS,  The  State  Grant  permits  SCWA  to  pass  State  Grant  funds  through  to  Participating 
Agencies  to  carry  out  the  purposes  of  the  State  Grant;  and 

WHEREAS,  SCWA  wishes  to  pass  State  Grant  funds  through  to  the  SFPUC  to  use  in  the 
performance  of  high-efficiency  toilet  installation  and  customer  financial  incentive  rebate  program 
services;  and 

WHEREAS,  The  SFPUC  desires  to  receive  State  Grant  funds,  and  is  willing  to  cooperate  in 
fulfilling  SCWA's  obligations  under  the  State  Grant  requirements;  and 


WHEREAS,  The  total  cost  of  the  SFPUC  high-efficiency  toilet  installation  program  is  $5.3 
million,  of  which  $863,000  would  be  provided  through  grant  funding  and  the  remaining  $4,437,000 
would  be  paid  from  funds  available  in  the  Water  Enterprise,  Water  Conservation  operating  budget;  and 

WHEREAS,  The  terms  for  State  Grant  funds  will  be  in  effect  as  long  as  the  Implementation 
Agreement  between  BACWA  and  SCWA  is  in  effect  for  eligible  projects  initiated  on  or  after  August  16, 
2011,  that  meet  State  Grant  program  requirements;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  negotiate  and  execute  on  behalf  of  the  City  and  County  of  San 
Francisco,  a  Memorandum  of  Understanding  with  the  Solano  County  Water  Agency  for  the 
administration  and  disbursement  of  State  Grant  funds  for  SFPUC  high-efficiency  toilet  installation  and 
customer  financial  incentive  rebate  programs  funded  in  part  by  a  grant  from  the  Department  of  Water 
Resources  (DWR). 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of       .  July  24,  2012  

Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  Power  Sewer 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

AGENDA 
Tuesday,  August  14,  2012 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Ed  Harrington 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
IVIinutes  and  other  infomnatlon  are  available  on  the  SFPUG  web  site:  vww.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.aranicus.comA/iewPubllsher.Dhp7view  icl=22 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood@sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfaov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfaov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the 
meeting  room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other 
similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.orq/ethics.  


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  July  24,  2012 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Westside  Recycled  Water  Reverse  Osmosis 

b)  Water  Enterprise  Quarterly  Reports 

•  Water  Enterprise  Capital  Improvement  Program  Regional  Quarterly  Projects 
Report  (April  1 ,  201 2  to  June  30,  201 2) 

•  Water  Enterprise  Capital  Improvement  Program  Local  Quarterly  Projects 
Report  (April  1 ,  201 2  to  June  30,  201 2) 

•  Local  Water  Supply  Program  Quarterly  Report  (April  1 ,  2012  to  June  30,  2012) 

c)  WSIP  Quarterly  Reports 

•  WSIP  Regional  Projects  Quarterly  Report  (April  1,  2012  to  June  30,  2012) 

•  WSIP  Local  Projects  Quarterly  Report  (April  1,  2012  to  June  30,  2012) 

d)  Advance  Calendar 

e)  Letter  Summary 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  WSIP  Update 

THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF 
PUBLIC  UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
1 155  (Market  Street,  1 Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165, 
Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 


a)  Accept  work  performed  by  Steve  P.  Rados,  Inc.  for  Contract  WD-2552,  Alameda 
Siphons  No.4;  Approve  Modification  No.  1  for  a  total  contract  amount  of 
38,736,294,  and  with  a  time  extension  of  238  consecutive  calendar  days,  for  a 
total  contract  duration  of  1 ,095  consecutive  calendar  days;  and  authorize  final 
payment  in  the  amount  of  $306,765.50.  (Labonte) 

b)  Accept  work  performed  by  Trinet  Construction,  Inc.  for  Contract  WD-2558  La 
Grande  Pump  Station  Upgrade;  Approve  Modification  No.  3  (Final)  to  reconcile 
payment  items  to  reflect  actual  quantities  used  under  unit  price  and  allowance  bid 
items,  decreasing  the  contract  by  $178,470,  for  a  total  contract  amount  of 
$2,443,915;  and  authorize  final  payment.  (Labonte) 

c)  Approve  Modification  No.  3  to  Contract  WW-480,  various  locations  Sewer 
Replacement  and  Pavement  Renovation,  with  Shaw  Pipeline,  Inc.,  for  a  time 
extension  of  63  consecutive  calendar  days  and  with  a  total  contract  duration 
of  313  consecutive  calendar  days.  The  modification  is  required  to  allow  PG&E  to 
relocate  its  existing  facilities  on  Rhode  Island  St.  from  17th  St.  to  Mariposa  St., 
which  were  discovered  to  be  in  conflict  with  the  alignment  of  the  existing  sewer 
pipeline  being  replaced  under  this  contract.  (Moala) 

d)  Approve  the  plans  and  specifications,  and  award  Contract  WW-499,  Downtown 
District  Sewer  Replacement  and  Pavement  Renovation,  in  the  amount  of 
$2,206,786  (of  which  $1,218,513  Is  funded  by  WWE  and  $988,273  is  funded  by 
DPW),  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shaw  Pipelines, 
Inc.,  to  replace  the  existing  sewers  and  street  pavement  on  various  streets  in 
Downtown  San  Francisco.  (Moala) 

e)  Approve  the  plans  and  specifications,  and  award  Contract  WW-555,  Spot  Sewer 
Repair,  to  repair  existing  sewer  piping,  on  an  as-needed  basis,  at  locations  to 
be  determined  throughout  San  Francisco,  for  a  total  contract  amount  not  to 
exceed  $5,153,450  to  the  lowest,  qualified,  responsible,  and  responsive  bidder,  J. 
Flores  Construction,  Inc.  (Moala) 

f)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
a  Lease  with  GTE  for  use  of  watershed  lands  located  on  a  portion  of  Parcel  65 
of  Sunol  and  San  Antonio  Lands,  Alameda  County,  for  a  cellular  communications 
site,  for  an  annual  rent  of  $54,000  (with  annual  CPI  increases),  and  with  a 
lease  duration  of  five  years.  (Russell) 

g)  Approve  the  plans  and  specifications,  and  award  Contract  WW-535R, 
Wastewater  Enterprise  Facility  Security  Improvement  Contract  1,  in  the 
amount  of  $6,378,218,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
Azul  Works,  Inc.  to  install  security  features  at  three  critical  wastewater  operating 
facilities.  (Moala) 


REGULAR  BUSINESS 


9.  Authorize  the  General  Manager  to  negotiate  and  execute  a  System  Impact 
IVIitigation  Agreement  with  North  Star  Solar,  LLC  (NSS),  requiring  NSS  to  pay  the 
SFPUC  the  costs  necessary  to  mitigate  the  impacts  to  the  City's  electric 
system  caused  by  the  interconnection  of  NSS's  generating  project  to  the 
electric  grid  and  authorize  the  General  Manager  to  enter  into  substantially  similar 
agreements  with  other  interconnecting  generating  projects.  Mitigation  Agreements 
resulting  in  revenue  in  excess  of  $1M  are  subject  to  approval  by  the  Board  of 
Supervisors.  (Ritchie) 

10.  Authorize  the  General  Manager  to  execute  a  Cost  Sharing  Agreement  with  seven 
Bay  Area  water  agencies,  for  an  amount  not  to  exceed  $25,000  per  year,  for  FY- 
2012-13  and  FY2013-14  for  processing  of  a  National  Pollutant  Discharge 
Elimination  System  permit  for  potable  water  discharges  to  be  issued  by  the 

California  Regional  Water  Quality  Control  Board.  (Ritchie) 

1 1 .  Approve  an  increase  in  the  construction  contract  cost  contingency  for 
Contract  HH-935C,  San  Joaquin  Pipeline  System  -  Eastern  Segment  and  Other 
Facilities  in  the  amount  of  $5,786,249;  and  authorize  the  General  Manager  to 
approve  future  modifications  to  the  contract  for  a  total  revised  contract  amount 
up  to  $55,648,606.  The  potential  increase  in  the  contract  cost  is  due  to  the  need  to 
accelerate  work  to  meet  environmental  permit  restrictions  from  the  California 
Department  of  Fish  and  Game,  unanticipated  bird  migrations,  and  differing  site 
conditions.  (Labonte) 

12.  Approve  the  plans  and  specifications,  and  award  Contract  WW-525,  Southeast 
Water  Pollution  Control  Plant  Facility  Reliability  Upgrades  Phase  2,  in  the 
amount  of  $11,160,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
NTK  Construction,  Inc.,  to  replace  the  aging  mechanical  and  electrical  systems 
related  to  the  secondary  treatment  process  at  the  Plant.  (Moala) 

13.  Public  comments  on  matters  to  be  discussed  in  Closed  Session 

CLOSED  SESSION 

The  Public  Utilities  Commission  will  go  into  Closed  Session  to  discuss  the 
following: 

14.  Pursuant  to  Government  Code  Section  54957  and  San  Francisco  Administrative 
Code  Section  67.10(b),  to  consider  public  employee  appointment/hiring  for  the 
position  of  General  Manager  of  the  San  Francisco  Public  Utilities  Commission. 

FOLLOWING  THE  CLOSED  SESSION,  THE  PUBLIC  UTILITIES  COMMISSION  WILL 
RECONVENE  IN  OPEN  SESSION 


15.  Announcement  following  closed  session 


16.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

17.  Other  new  business 
ADJOURNMENT 


Ssf)  Frsncisco 
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1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:30  PM 

2.  Roll  Call 

Present:  Commissioners  Moran,  Torres,  Caen  and  Courtney 
Excused:  Commissioner  Vietor 

3.  Approval  of  Minutes  of  July  24,  2012 

On  motion  to  adopt  the  Minutes  of  July  24,  2012: 
ADOPTED:  A  YES:  Moran,  Torres,  Caen  and  Courtney 

4.  Public  Comments 

•  /Ws.  Espinola  Jackson  asked  for  an  update  to  her  request  for  information  on 
raw  sewage  that  is  spilling  in  Bayview  Hunters  Point.  She  expressed  her 
concerns  over  the  digesters  and  associated  odor.  She  wants  SFPUC 
contractors  to  hire  locally. 

•  Mr.  Francisco  DaCosta  wants  the  SFPUC  to  have  contractors  hire  locally  and 
that  he  will  be  monitor  hiring  on  the  Sewer  System  Improvement  Program. 

•  Mr.  Maleu  Siolo  expressed  his  desire  for  work  on  SFPUC  jobs,  for  himself  and 
his  community.  He  previously  worked  on  jobs,  which  have  since  ended. 

•  Mr.  Sheldon  Silas  expressed  his  desire  for  work  on  SFPUC  jobs,  for  himself 
and  his  community.  He  previously  worked  on  jobs  and  stated  his  desire  for 
work  which  lasts  more  than  a  few  weeks  or  months. 

•  Mr.  Peter  Drekmeier  expressed  his  thoughts  on  the  proposed  MID  water 
transfer  and  provided  the  Commission  with  a  copy  of  a  2008  memo  from  the 
San  Francisco  Planning  Commission  regarding  water  supply  in  the  SFPUC 
service  area. 

•  Mr.  Dick  Allen  expressed  his  concerns  with  the  Pacific  Rod  and  Gun  Club 
lease.  He  noted  that  although  the  lease  calls  for  the  use  of  four  acres  of  land, 
they  use  14  acres.  He  also  stated  that  have  buoyed-off  area  on  the  lake  and 
routinely  shoot  over  the  Lake  and  questioned  why  it  is  allowed.  He  indicated 
that  the  space  allocated  to  the  Rowing  Club  is  inadequate  and  they  need 
more.  He  indicated  his  support  for  the  upcoming  park  bond. 

•  Mr.  Andrew  Lipsett  is  concerned  with  the  rates  and  projected  rate  increases. 
He  questioned  the  turnaround  time  on  SFPUC  jobs;  some  fast  and  some  slow; 
with  varying  sizes  of  crews.  He  wants  to  see  a  breakdown  on  repair  costs  on 
SFPUC  staffed  jobs  versus  contractor  jobs.  He  also  wants  the  subsidy  to  City 
departments  stopped. 

Mr.  Ritchie  provided  the  Commission  with  a  brief  update  on  the  status  of  the  Pacific 
Road  and  Gun  Club  Lease  and  eviction.  He  indicated  that  negotiations  are  on-going  for 
a  month-to-month  lease,  which  will  also  address  the  clean-up  of  the  property.  He  will 
keep  the  Commission  updated. 

5.  Communications 

a)  Westside  Recycled  Water  Reverse  Osmosis 

b)  Water  Enterprise  Quarterly  Reports 


•  Water  Enterprise  Capital  Improvement  Program  Regional  Quarterly  Projects 
Report  (April  1 ,  2012  to  June  30,  2012) 

•  Water  Enterprise  Capital  Improvement  Program  Local  Quarterly  Projects 
Report  (April  1,  2012  to  June  30,  2012) 

•  Local  Water  Supply  Program  Quarterly  Report  (April  1 ,  2012  to  June  30,  2012) 

c)  WSIP  Quarterlv  Reports 

•  WSIP  Regional  Projects  Quarterly  Report  (April  1,  2012  to  June  30,  2012) 

•  WSIP  Local  Projects  Quarterly  Report  (April  1,  2012  to  June  30,  2012) 

d)  Advance  Calendar 

e)  Letter  Summary 

Brief  discussion  ensued  on  the  content  of  the  quarterly  reports.  It  was  noted  that  the 
non-WSIP  reports  are  fairly  new  and  that  the  organization  is  attempting  to  standardize 
reports  for  each  enterprise. 

Public  Comment 

•  No  Public  Comment. 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 

a)  WSIP  Update 

/Ws.  Julie  Labonte  provided  a  brief  update  on  WSIP  Projects  including  quarterly 
progress,  program  status,  program  variances,  program  cost  trend,  and  program 
management  reserve.  She  also  provided  updates  on  the  Calaveras  Dam 
Replacement,  San  Joaquin  Pipeline  Eastern  segment.  Bay  Tunnel,  New  In/ington 
Tunnel  and  Tesia  Treatment  Facility. 

b)  Bond  Sale  Update 

Mr.  Todd  Rydstrom  provided  the  Commission  with  an  update  on  the  General 
Obligation  Bond  Sale  that  occurred  earlier  in  the  day.  He  indicated  the  bonds 
were  sold  at  a  rate  of  2.71%,  for  20  years,  and  that  $38.4M  was  sold  for  the 
Auxiliary  Water  Supply  System  Upgrade,  resulting  in  substantial  savings.  In 
response  to  a  question  from  Commissioner  Torres  regarding  how  ratepayers 
know  about  the  savings  achieved,  Mr.  Rydstrom  noted  that  the  breakdown  will 
appear  on  annual  property  tax  bills. 

Public  Comment 

•  Mr.  Francisco  DaCosta  reminded  the  Commission  to  pay  attention  to  the  mission 
of  the  SFPUC,  especially  related  to  "Diversity",  in  all  areas. 

8.  Consent  Calendar 

a)  Accept  work  performed  by  Steve  P.  Rados,  Inc.  for  Contract  WD-2552,  Alameda 
Siphons  No.4;  Approve  Modification  No.  1  for  a  total  contract  amount  of 
38,736,294,  and  with  a  time  extension  of  238  consecutive  calendar  days,  for  a 
total  contract  duration  of  1 ,095  consecutive  calendar  days;  and  authorize  final 
payment  in  the  amount  of  $306,765.50.  (Resolution  12-0136) 


b)  Accept  work  performed  by  Trinet  Construction,  Inc.  for  Contract  WD-2558  La 
Grande  Pump  Station  Upgrade;  Approve  IVIodification  No.  3  (Final)  to  reconcile 
payment  items  to  reflect  actual  quantities  used  under  unit  price  and  allowance 
bid  items,  decreasing  the  contract  by  $178,470,  for  a  total  contract  amount  of 
$2,443,915;  and  authorize  final  payment.  (Resolution  12-0137) 

c)  Approve  Modification  No.  3  to  Contract  WW-480,  various  locations  Sewer 
Replacement  and  Pavement  Renovation,  with  Shaw  Pipeline,  Inc.,  for  a  time 
extension  of  63  consecutive  calendar  days  and  with  a  total  contract  duration  of 
313  consecutive  calendar  days.  (Resolution  12-0138) 

d)  Approve  the  plans  and  specifications,  and  award  Contract  WW-499,  Downtown 
District  Sewer  Replacement  and  Pavement  Renovation,  in  the  amount  of 
$2,206,786  (of  which  $1 ,21 8,51 3  is  funded  by  WWE  and  $988,273  is  funded  by 
DPW),  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shaw 
Pipelines,  Inc.  (Resolution  12-0139) 

e)  Approve  the  plans  and  specifications,  and  award  Contract  WW-555,  Spot  Sewer 
Repair,  to  repair  existing  sewer  piping,  on  an  as-needed  basis,  at  locations  to  be 
determined  throughout  San  Francisco,  for  a  total  contract  amount  not  to  exceed 
$5,153,450  to  the  lowest,  qualified,  responsible,  and  responsive  bidder,  J.  Flores 
Construction,  Inc.  (Resolution  12-0140) 

f)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
a  Lease  with  GTE  for  use  of  watershed  lands  located  on  a  portion  of  Parcel  65  of 
Sunol  and  San  Antonio  Lands,  Alameda  County,  for  a  cellular  communications 
site,  for  an  annual  rent  of  $54,000  (with  annual  CPI  increases),  and  with  a  lease 
duration  of  five  years.  (Resolution  12-0141) 

g)  Approve  the  plans  and  specifications,  and  award  Contract  WW-535R, 
Wastewater  Enterprise  Facility  Security  Improvement  Contract  1,  in  the  amount 
of  $6,378,218,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Azul 
Works,  Inc.  to  install  security  features  at  three  critical  wastewater  operating 
facilities.  (Resolution  12-0142) 

On  motion  to  Approve  Consent  Items  8  a-g: 

ADOPTED:  A  YES:  Moran,  Torres,  Caen  and  Courtney 

Regular  Business 

9.  Authorize  the  General  Manager  to  negotiate  and  execute  a  System  Impact  Mitigation 
Agreement  with  North  Star  Solar,  LLC  (NSS),  requiring  NSS  to  pay  the  SFPUC  the 
costs  necessary  to  mitigate  the  impacts  to  the  City's  electric  system  caused  by  the 
interconnection  of  NSS's  generating  project  to  the  electric  grid  and  authorize  the 
General  Manager  to  enter  Into  substantially  similar  agreements  with  other 
interconnecting  generating  projects.  Mitigation  Agreements  resulting  in  revenue  in 


excess  of  $1 M  are  subject  to  approval  by  the  Board  of  Supervisors.  (Resolution  12- 
0143) 


Mr.  Steve  Ritchie  introduced  ttiis  item  and  noted  that  there  was  a  minor  revision  which 
added  language  to  the  Resolution's  second  Further  Resolved  clause  relating  to  the 
appropriation  of  funds  to  read: 

FURTHER  RESOLVED,  the  General  Manager  is  authorized  to  administer  any 
funds  received  from  NSS  and  other  such  interconnection  projects,  and  to  establish  the 
appropriate  special  revenue  accounts  and  funds  with  the  City  Controller. 

Public  Comment 

•  No  Public  Comment. 

On  motion  to  Approve  Item  9,  as  amended: 

ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Courtney 

10.  Authorize  the  General  Manager  to  execute  a  Cost  Sharing  Agreement  with  seven 
Bay  Area  water  agencies,  for  an  amount  not  to  exceed  $25,000  per  year,  for  FY- 
2012-13  and  FY2013-14  for  processing  of  a  National  Pollutant  Discharge  Elimination 
System  permit  for  potable  water  discharges  to  be  issued  by  the  California  Regional 
Water  Quality  Control  Board.  (Resolution  12-0144) 

Mr.  Steve  Ritchie  introduced  this  item  for  consideration. 

Public  Comment 

•  No  Public  Comment. 

On  motion  to  Approve  Item  10: 

ADOPTED:  A  YES:  Moran,  Torres,  Caen  and  Courtney 

1 1 .  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  HH- 
935C,  San  Joaquin  Pipeline  System  -  Eastern  Segment  and  Other  Facilities  in  the 
amount  of  $5,786,249;  and  authorize  the  General  Manager  to  approve  future 
modifications  to  the  contract  for  a  total  revised  contract  amount  up  to  $55,648,606. 
The  potential  increase  in  the  contract  cost  is  due  to  the  need  to  accelerate  work  to 
meet  environmental  permit  restrictions  from  the  California  Department  of  Fish  and 
Game,  unanticipated  bird  migrations,  and  differing  site  conditions.  (Resolution  12- 
0145) 

Ms.  Julie  Labonte  noted  that  the  item  relates  to  the  need  to  accelerate  the  Eastern 
segment  of  the  San  Joaquin  Pipeline. 


Public  Comment 

•   No  Public  Comment. 


On  motion  to  Approve  Item  11: 

ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Courtney 

12.  Approve  the  plans  and  specifications,  and  award  Contract  WW-525,  Southeast 
Water  Pollution  Control  Plant  Facility  Reliability  Upgrades  Phase  2,  in  the  amount  of 
$11,160,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  NTK 
Construction,  Inc.,  to  replace  the  aging  mechanical  and  electrical  systems  related  to 
the  secondary  treatment  process  at  the  Plant.  (Resolution  12-0146) 

Mr.  Tommy  Moala  stated  this  item  is  necessary  to  upgrade  pumps  and  electric 
systems. 

Public  Comment 

•    Mr  Francisco  DaCosta  wants  to  see  jobs  on  tiiis  project  go  to  youtfi  in  Bayview 
Hunters  Point. 

On  motion  to  Approve  Item  12: 

ADOPTED:  AYES:  Moran,  Torres,  Caen  and  Courtney 

President  Moran  noted  tiiat  ttiere  are  not  items  to  be  considered  in  Closed  Session. 

Adjournment: 

President  Moran  adjourned  the  meeting  at  2:48  PM 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0136 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)-funded  Contract  No.  WD-2552,  Alameda  Siphon  No.4,  by  the 
contractor,  Steve  P.  Rados,  Inc.;  and 

WHEREAS,  On  May  26,  2009,  by  Resolution  No.  09-0091,  this  Commission  awarded 
Contract  No.  WD-2552,  Alameda  Siphon  No.  4,  in  the  amount  of  $31,933,695  to  the  lowest, 
qualified  responsible  and  responsive  bidder,  Steve  P.  Rados,  hic;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  issued  on  August  26, 
2009,  with  an  original  schedule  of  857  consecutive  calendar  days;  and 

WHEREAS,  The  original  contract  amount  was  for  $31,933,695  and  the  original  contract 
duration  was  857  consecutive  calendar  days;  and 

WHEREAS,  The  original  approved  10%  contract  contingency  and  the  additional  contract 
contingency  approved  by  this  Commission  on  July  12,  2011  by  Resolution  No.  11-0132  raised 
the  total  contingency  amount  to  $4,793,370  (15%);  and 

WHEREAS,  On  May  8,  2012,  by  Resolution  No.  12-0079,  this  Commission  approved 
additional  contract  contingency  for  a  total  contingency  amount  of  $7,293,370  (22.8%)  and 
authorized  the  General  Manager  to  consider,  and  if  appropriate,  to  approve  any  cumulative  future 
changes  to  the  contract  amount  up  to  $39,227,065;  and 

WHEREAS,  Modification  No.  1  (final)  is  being  requested  for  an  additional 
$6,802,598.92to  address  unforeseen/differing  geotechnical  and  as-built  site  conditions, 
regulatory  requirements,  a  change  order  settlement  recommended  by  the  project's  Dispute 
Resolution  Board  (DRB),  and  additional  scope  items  requested  by  SFPUC  lease  holders  and  the 
Water  Enterprise  Operations  Division,  increasing  the  total  contract  amount  to  $38,736,293.92; 
and  with  a  time  extension  of  238  consecutive  calendar  days,  for  a  total  contract  duration  of  1,095 
of  consecutive  calendar  days;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  comply  with  the  HRC 
subcontracting  goals  of  11%  LEE  for  this  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW35902  Alameda  Siphon  No.4; 
now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Steve  P.  Rados, 
Inc.  for  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)-funded  Contract  No. 
WD-2552,  Alameda  Siphon  No.  4;  approves  Modification  No.  1  (final),  increasing  the  contract 
by  $6,802,598.92,  for  a  total  contract  amount  of  $38,736,293.92  and  with  a  time  extension  of 
238  consecutive  calendar  days,  for  a  total  contract  duration  of  1,095  consecutive  calendar  days; 
and  authorizes  final  payment  to  the  contractor,  Steve  P.  Rados,  Inc. 


I  hereby  certify  that  the  foregoing  resohition  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  August  14,  2012 


VIA.  V 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0137 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise  Water  System 
Improvement  Program-funded  Contract  No.  WD-2558  La  Grande  Pump  Station  Upgrades,  by 
the  contractor,  Trinet  Construction,  Inc.;  and 

WHEREAS,  On  February  23,  2010,  per  Resolution  No.  10-0033,  this  Commission 
awarded  Contract  No.  WD-2558  La  Grande  Pump  Station  Upgrades,  in  the  amount  of 
$2,586,000,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  Trinet  Construction,  Inc.; 
and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  May  27,  2010,  with 
an  original  schedule  of  595  consecutive  calendar  days  and  the  contract  work  was  completed  in 
728  consecutive  calendar  days  on  May  24,  2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,586,000  and  the  original  contract 
duration  was  595  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  approved  for  $4,013  (Resolution  No.  10-0123  dated 
July  27,  2011)  with  a  time  extension  of  133  consecutive  calendar  days,  to  account  for  additional 
time  needed  to  negotiate  and  fully  execute  License  Agreements  between  SFPUC  and  adjacent 
property  owners  for  construction  access  and  for  construction  of  shoring  and  underpinning 
systems  within  the  adjacent  property,  increasing  the  contract  amount  to  $2,590,013,  and 
increasing  the  contract  duration  to  728  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  2  was  issued  for  $32,373  for  various  additional  civil, 
electrical,  and  architectural  work,  increasing  the  contract  amount  to  $2,622,386;  and 

WHEREAS,  Modification  No.  3  (final)  is  being  requested  for  ($178,470)  to  reconcile 
payment  items  to  reflect  actual  quantities  used  under  unit  price  and  allowance  bid  items, 
decreasing  the  contract  amount  to  $2,443,915;  and 

WHEREAS,  The  contractor  exceeded  the  established  Human  Rights  Commission  (HRC) 
subcontracting  goal  of  13%  Local  Business  Enterprise  (LBE)  participation,  by  utilizing  a  project 
total  LBE  participation  of  21.9%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW33801  -  La  Grande  Pump 
Station  Upgrades;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Water  Enterprise 
Water  System  Improvement  Program-funded  Contract  No.  WD-2558  La  Grande  Pump  Station 
Upgrades,  approves  Modification  No.  3  (Final),  decreasing  the  contract  by  $178,470,  for  a  total 
contract  amount  of  $2,443,915;  and  authorizes  final  payment  to  the  contractor,  Trinet 
Construction,  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  14,  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0138 


WHEREAS,  On  September  13,  2011,  per  Resolution  No.  11-0146,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  and  Department  of  Public  Works  (DPW)  Pavement  Renovation  Program- 
funded  Contract  No.  WW-480,  Various  Locations  Sewer  Replacement  Contract  No.  WW-480, 
Various  Locations  Sewer  Replacement  Contract  No.  3  and  Pavement  Renovation,  to  Shaw 
Pipeline,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  October  24,  2011; 

and 

WHEREAS,  The  original  contract  amount  was  for  $2,328,898  and  the  original  contract 
duration  was  250  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $52,753  to  remove  two  previously 
planned  curb  ramps  and  construct  three  new  raised  crosswalks  instead,  increasing  the  contract 
amount  to  $2,381,650.50;  and 

WHEREAS,  Modification  No.  2  was  issued  for  $52,979  to  modify  the  contract  sewer 
replacement  work  on  Lexington  Street  due  to  unforeseen  site  conditions  discovered  during  the 
replacement  work,  increasing  the  contract  amount  to  $2,434,630;  and 

WHEREAS,  Modification  No.  3  is  being  requested  for  a  time  extension  of  63 
consecutive  calendar  days  to  allow  PG&E  to  relocate  their  existing  facilities  on  Rhode  Island 
Street  from  17th  Street  to  Mariposa  Street  which  were  discovered  to  be  in  conflict  with  the 
alignment  of  the  existing  sewer  pipeline,  being  replaced  under  this  contract,  increasing  the 
contract  duration  to  313  consecutive  calendar  days;  and 

WHEREAS,  Human  Rights  Commission  (HRC)  subcontracting  goals  of  20%  Local 
Business  Enterprise  (LBE)  participation  was  established  for  this  construction  contract;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS30,  Various 
Locations  Sewer  Replacement  No.  3,  DPW  Project  Nos.  CENTRNSRI738,  CPWTRNSR4738 
and  CPB08ASR4738,  Various  Locations  No.  3  Pavement  Renovation  and  SFMTA  Project  No. 
CPKE71S2UW02;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  3  to  Wastewater 
Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program- funded  and  Department  of 
Public  Works  (DPW)  Pavement  Renovation  Program-funded  Contract  No.  WW-480,  Various 
Locations  Sewer  Replacement  Contract  No.  3  and  Pavement  Renovation,  with  Shaw  Pipeline, 
Inc.,  for  a  time  extension  of  63  consecutive  calendar  days,  for  a  total  contract  duration  of  313 
consecutive  calendar  days. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  14,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0139 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  and  Department  of  Public  Works  (DPW)  Pavement  Renovation  Program- 
funded  Contract  No.  WW-499,  Downtown  District  Sewer  Replacement  and  Pavement 
Renovation  was  advertised  on  June  2,  2012;  and 

WHEREAS,  The  Engineer's  Estimate  is  $2,016,895  for  this  construction  contract  work  to 
replace  the  existing  sewers  and  street  pavement  from  curb  to  curb  on  various  streets  in  the 
Downtown  District  of  the  City  and  County  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  169  consecutive  calendar  days;  and 

WHEREAS,  On  July  6,  2012  the  Bureau  of  Environmental  Management  determined  the 
proposed  project  was  statutorily  exempt  from  the  California  Environmental  Quality  Act  under 
Section  18282(k)  and  Public  Resources  Code  Section  21080.21  and  on  July  16,  2012  the  San 
Francisco  Planning  Department  Environmental  Review  Officer  concurred  with  the 
determination;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  July  3,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Human 
Rights  Commission  (HRC)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Shaw  Pipelines,  hic.  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  22%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  Shaw  Pipelines,  ]nc.  committed  to  a 
33.13%  participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS06,  Downtown 
District  Sewer  Replacement  and  DPW  Project  No.  Project  No.  CENTRNSROR,  Downtown 
District  Pavement  Renovation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Program-funded  and  DPW  Pavement  Renovation  Program- funded  Contract 
No.  WW-499,  Downtown  District  Sewer  Replacement  and  Pavement  Renovation,  in  the  amount 
of  $2,206,786  (of  which  $1,218,513  is  funded  by  WWE  and  $988,273  is  funded  by  DPW),  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  Shaw  Pipelines,  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  14.  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0140 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  WW-555,  Spot  Sewer  Repair  Contract  was  advertised  on  June  2,  2012;  and 

WHEREAS,  The  Engineer's  Estimate  is  $6,999,975  for  this  construction  contract  work  to 
repair  existing  sewer  piping,  on  an  as-needed  basis,  at  locations  to  be  determined  throughout  San 
Francisco;  and 

WHEREAS,  The  contract  duration  is  365  consecutive  calendar  days;  and 

WHEREAS,  On  August  1,  2012,  under  the  delegation  agreement  between  the  San 
Francisco  Planning  Department  and  the  San  Francisco  Public  Utilities  Commission  (SFPUC),  the 
Spot  Sewer  Repair  Project  was  determined  to  be  categorically  exempt  as  a  Class  1(b)  and  Class 
2(c)  Categorical  Exemption  under  the  California  Environmental  Quality  Act  (CEQA);  and 

WHEREAS,  Six  (6)  bids  were  received  and  opened  publicly  on  July  3,  2012;  and 

WHEREAS,  SFPUC  staff  and  Human  Rights  Commission  (HRC)  review  of  the  bids  for 
qualifications,  responsibility,  responsiveness  and  application  of  bid  preferences  resulted  in  the 
establishment  of  J.  Flores  Construction,  bic.  as  the  lowest,  qualified,  responsible  and  responsive 
bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  12%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  J.  Flores  Construction,  hic.  committed  to 
a  13.5%  participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS,  Spot  Sewer. 
Repair;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program-funded 
WW-555,  Spot  Sewer  Repair  Contract,  to  repair  existing  sewer  piping,  on  an  as-needed  basis,  at 
locations  to  be  determined  throughout  San  Francisco,  for  a  total  contract  amount  not-to-exceed 
$5,153,450  to  the  lowest,  qualified,  responsible,  and  responsive  bidder,  J.  Flores  Construction, 
Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  14,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0141 


WHEREAS,  the  City  and  County  of  San  Francisco  owns  certain  real  property,  SFPUC 
Parcel  65  of  Sunol  and  San  Antonio  Lands  (Parcel  65),  under  the  jurisdiction  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  in  the  Town  of  Sunol,  Alameda  County, 
California;  and 

WHEREAS,  GTE  Mobilnet  of  California  Limited  Partnership  doing  business  as  Verizon 
Wireless  ("GTE")  has  leased  approximately  360  square  feet  within  an  existing  equipment 
shelter,  along  with  antenna  space  on  an  adjacent  tower  on  a  portion  of  Parcel  65  for  use  as  a 
communications  facility  pursuant  to  a  lease  agreement  dated  as  of  March  12,  1996  (the  1996 
Lease  Agreement);  and 

WHEREAS,  the  term  of  the  1996  Lease  Agreement  expired  April  30,  2006,  and  GTE 
currently  occupies  the  Lease  Area  on  a  holdover  month-to-month  tenancy  pursuant  to  the  terms 
of  the  1996  Lease  Agreement;  and 

WHEREAS,  GTE  has  requested  a  new  lease  (Lease)  to  utilize  approximately  360  square 
feet  within  an  existing  equipment  shelter,  along  with  antenna  space  on  an  adjacent  tower  on  a 
portion  of  Parcel  65,  as  described  in  Exhibit  A  of  the  Lease,  (Lease  Area)  for  its  continued  use  as 
a  cellular  communications  facility;  and 

WHEREAS,  under  the  Delegation  Agreement  with  the  San  Francisco  Planning 
Department,  the  Bureau  of  Environmental  Management  has  determined  that  issuance  of  this 
lease  does  not  constitute  a  "project"  under  die  California  Environmental  Quality  Act  Guidelines 
Section  15378,  as  there  would  be  no  physical  change  in  the  environment;  now,  therefore,  be  it 

RESOLVED,  that  this  Commission  hereby  approves  the  terms  and  conditions  as  set  forth 
in  the  staff  report  for  this  Resolution  and  authorizes  the  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission  to  execute  a  new  Lease  with  GTE,  for  its  continued  use  of  SFPUC 
property  as  a  cellular  communications  facility,  commencing  upon  final  execution;  and  be  it 

FURTHER  RESOLVED,  that  the  new  Lease  shall  be  for  a  term  of  five  years  at  an  initial 
annual  rental  rate  of  $54,000,  payable  in  monthly  installments  of  $4,500  with  annual  CPI 
increases;  and  be  it 

FURTHER  RESOLVED,  that  this  Commission  authorizes  the  General  Manager  to  take 
any  and  all  other  steps  he  or  the  City  Attorney  deems  necessary  and  advisable  to  effectuate  the 
purpose  and  intent  of  this  Resolution. 


/  hereby  certify  that  the  foregoing  resohition  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of   August  14,  2012 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0142 


WHEREAS,  Contract  No.  WW-535R,  Wastewater  Enterprise,  Capital  Improvement 
Program  (ClP)-funded  Security  Improvement  Contract  1  was  advertised  on  April  27,  2012;  and 

WHEREAS,  The  baseline  budget  amount  is  $8,000,000  and  the  Engineer's  Estimate  is 
$6,500,000  -  $6,800,000  for  this  construction  contract  work  to  install  security  features  at  three 
wastewater  operating  facilities;  and 

WHEREAS,  The  contract  duration  is  395  consecutive  calendar  days;  and 

WHEREAS,  Project  No.  CENMSCIC36,  Wastewater  Facility  Security  Improvements, 
was  determined  to  be  categorically  exempt  as  a  Class  15301(d)  Categorical  Exemption  under  the 
Califomia  Environmental  Quality  Act  (CEQA)  on  April  12,  2012;  and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  June  7,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Human 
Rights  Commission  (HRC)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Azul  Works  as  the  lowest, 
qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  9%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  die  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC36,  Wastewater  Facility 
Security  Improvements;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Wastewater  Enterprise,  CIP  Program-funded  Contract  No.  WW-535R,  Wastewater 
Enterprise  Facility  Security  Improvement  Contract  1,  in  the  amount  of  $6,378,218,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  Azul  Works. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of    August  14,  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0143 


WHEREAS,  There  are  many  proposed  electric  generating  projects  that  seek  to 
interconnect  with  the  electric  transmission  system  controlled  by  the  California  Independent 
System  Operator  (CAISO);  and 

WHEREAS,  The  CAISO  already  has  identified  a  number  of  projects  that  will  impact  the 
transmission  facilities  owned  by  the  City  and  will  likely  identify  additional  such  projects  in  the 
future;  and 

WHEREAS,  The  CAISO  procedures  require  an  electric  generating  project  to  mitigate  any 
adverse  impacts  it  has  on  other  utility  systems,  such  as  the  transmission  system  owned  by  the 
City  and  operated  by  SFPUC;  and 

WHEREAS,  North  Star  Solar,  LLC  (NSS),  proposes  to  interconnect  a  solar  generating 
project  to  the  CAISO  controlled  PG&E  electric  system  in  the  vicinity  of  the  City's  electric 
transmission  lines  in  the  Central  Valley;  and 

WHEREAS,  The  attached  Draft  System  Impact  Mitigation  Agreement  with  NSS 
provides  for  NSS  to  pay  SFPUC  for  the  impacts  to  the  City's  system  caused  by  that  project;  and 

WHEREAS,  The  SFPUC  will  use  the  funds  to  pay  for  work  to  modify  its  transmission 
facilities  in  order  to  mitigate  the  adverse  impacts  of  the  new  electric  generating  projects,  if  such 
work  is  approved  by  this  Commission;  and 

WHEREAS,  The  Mitigation  Agreement  with  NSS  does  not  require  the  City  to  undertake 
any  mitigation  work  and  whether  any  such  work  is  ultimately  performed  remains  in  the  sole 
discretion  of  the  City,  subject  to  its  required  approval  process;  and 

WHEREAS,  No  mitigation  work  related  to  the  intercoimection  of  generating  projects  has 
been  approved  yet  and  no  such  work  is  being  approved  by  this  action;  and 

WHEREAS,  Before  undertaking  any  specific  mitigation  project  related  to  the 
interconnection  of  generating  projects,  SFPUC  staff  will  conduct  the  usual  planning,  design, 
review  and  approval  work,  including  environmental  review  required  by  the  California 
Environmental  Quality  Act,  and  will  submit  the  project  for  Commission  review,  and  Board  of 
Supervisors  review,  to  the  extent  required;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  a  System  Impact  Mitigation  Agreement  with 
North  Star  Solar,  LLC,  in  substantially  the  form  of  the  Draft  System  Impact  Mitigation 
Agreement;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  make 
changes  to  the  attached  Draft  System  Impact  Mitigation  Agreement  without  returning  to  the 
Commission  for  approval,  so  long  as  the  changes  do  not  materially  disadvantage  the  City;  and  be 
it 


FURTHER  RESOLVED,  the  General  Manager  is  authorized  to  administer  any  funds 
received  from  NSS  and  other  such  interconnecting  projects,  and  to  establish  the  appropriate 
special  revenue  accounts  and  funds  with  the  City  Controller. 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
submit  a  System  Impact  Mitigation  Agreement  to  the  Board  of  Supervisors  for  its  consideration, 
if  required;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  enter 
into  substantially  similar  agreements  with  other  interconnecting  generating  projects  that  impact 
the  City's  electric  transmission  system  and  directs  the  General  Manager  to  update  the 
Commission  periodically  regarding  the  status  of  negotiating  mitigation  agreements,  collecting 
funds,  and  planning  for  mitigation  work. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  14.  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0144 


WHEREAS,  as  the  operators  of  potable  water  treatment,  storage  and  distribution  systems, 
the  San  Francisco  Public  Utilities  Commission,  East  Bay  Municipal  Water  District  (EBMUD), 
Alameda  County  Water  District,  California  Water  Service  Company,  Contra  Costa  Water 
District,  Marin  Municipal  Water  District,  San  Jose  Water  Company,  and  the  Zone  7  Water 
Agency  (collectively,  Water  Agencies)  make  planned  and  unplanned  potable  water  discharges 
from  their  water  treatment  and  distribution  systems;  and 

WHEREAS,  Water  Agency  discharges  of  potable  water  containing  chlorine  residual  and 
sediment  require  a  National  Pollutant  Discharge  Elimination  System  Permit  from  the  California 
Regional  Water  Quality  Control  Board,  San  Francisco  Bay  Region  (Regional  Board)  for 
discharges  from  operation  and  maintenance  activities  and  emergency  discharges;  and 

WHEREAS,  the  interests  of  the  Water  Agencies  would  be  best  served  by  consistent, 
unambiguous,  and  efficient  regulation  by  the  Regional  Board  of  all  planned,  unplanned,  and 
emergency  discharges  from  water  agencies  within  the  San  Francisco  Bay  Region  under  a 
General  Permit  issued  by  the  Regional  Board;  and 

WHEREAS,  the  Regional  Board  is  unable  to  develop  a  General  Permit  for  the  Water 
Agencies  without  supplementation  of  staff  resources;  and 

WHEREAS,  the  Association  of  Bay  Area  Governments  (ABAG)  is  a  joint  powers 
authority  whose  board  of  directors  is  comprised  of  Bay  Area  public  entities  including  those 
jurisdictions  served  by  the  Water  Agencies,  and  is  able  and  willing  to  provide  qualified  staff  to 
the  Regional  Board  ("ABAG/RWQCB  Staff")  that  can  be  dedicated  exclusively  to  securing  the 
General  Permit  desired  by  the  Water  Agencies  for  discharges  from  their  potable  water 
distribution  systems;  and 

WHEREAS,  in  order  to  provide  the  qualified  staff,  ABAG  requires  a  contractual 
commitment  from  the  Water  Agencies  to  pay  the  costs  of  the  staff  person  plus  the  ABAG 
administrative  costs,  and  prefers  to  enter  into  an  agreement  with  a  single  water  agency,  rather 
than  multiple  water  agencies,  and  the  Water  Agencies  have  designated  EBMUD  to  serve  as  the 
lead  water  agency;  and 

WHEREAS,  the  Water  Agencies  desire  to  enter  into  this  agreement  to  share  costs  to  fund 
ABAG/RWQCB  staff  dedicated  exclusively  to  the  development  and  start-up  of  a  General  Permit 
for  the  Water  Agencies; 

WHEREAS,  the  estimated  cost  share  of  the  SFPUC  for  these  services  is  $50,000;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  September  2012  and  end  in  August  2014 
and  the  total  duration  of  this  agreement  is  24  months;  and 


I 


WHEREAS,  funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  the  Water  Supply  and  Treatment  Operating  Budget  Carry  Forward;  now, 
therefore,  be  it 

RESOLVED,  that  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  a  Cost  Sharing  Agreement  with  ABAC  for  an 
amount  not  to  exceed  $50,000,  and  with  a  total  duration  of  48  months. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  14,  2012  

'Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0145 


WHEREAS,  On  June  14,  2011,  per  Resolution  No.  11-0094,  this  Commission  approved 
the  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)  -  funded  Contract 
No.  HH-935C  -  San  Joaquin  Pipeline  (SJPL)  System-  Eastern  Segment  and  Other  Facilities,  to 
Contri  Construction;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  (NTP)  was  issued  on  August 
31,  2011;  and 

WHEREAS,  The  original  contract  amount  was  for  $45,329,416  and  the  original  contract 
duration  was  590  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)  (1)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the 
Commission;  and 

WHEREAS,  The  Incidental  Take  Permit  from  the  California  Department  of  Fish  and 
Game  was  not  issued  until  after  the  Bid  and  Award  phase.  This  permit  imposed  seasonal 
restrictions  that  impacted  the  timely  completion  of  the  project.  These  restrictions  require 
pipeline  work  to  be  performed  only  between  May  15^  and  October  31".  Acceleration  of  pipeline 
work  is  required  so  it  can  be  completed  by  October  31,  2012  to  avoid  having  to  come  back  the 
following  season,  which  was  determined  to  be  more  costly  due  to  additional  compensation  to  pay 
the  contractor  for  extended  overhead,  demobilization  and  environmental  related  work;  and 

WHEREAS,  The  project  also  encountered  conditions  in  the  field  that  were  not 
anticipated  during  planning  and  design  of  the  project  such  as  unanticipated  bird  migrations  and 
differing  site  conditions;  and 

WHEREAS,  Cost  modifications  approved  to  date  for  this  construction  contract  amount  to 
$2,983,291,  pending  change  orders  amount  to  $2,964,541,  potential  change  orders  amount  to 
$437,442,  trends  amount  to  $2,251,315,  and  10%  contingency  of  the  work  not  yet  performed 
amount  $1,682,601;  and 

WHEREAS,  These  change  orders,  trends  and  10%  contingency  of  the  work  not  yet 
performed,  if  converted  to  approved  change  orders,  would  exceed  the  pre-approved  10% 
construction  cost  contingency,  and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  $5,786,249  is 
requested,  subject  to  the  General  Manager's  subsequent  authorization  of  modifications,  if 
appropriate;  and 

WHEREAS,  Program  Management  Reserve  funds  will  be  appropriated  as  provided  for 
by  the  latest  Board  of  Supervisors  supplemental  appropriation  ordinance  to  cover  the  additional 
construction  contract  cost  contingency  as  well  as  related  engineering  construction  management, 
and  legal  support  cost  for  the  CUW37301  -  SJPL  System  project;  and 

WHEREAS,  Human  Rights  Commission  (HRC)  subcontracting  goals  of  8%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract; 
and 

WHEREAS,  The  12.6%  LBE  participation  goal,  as  submitted  at  the  time  of  bid,  has  been 
committed  by  the  Contractor;  and 


WHEREAS,  Funds  are  available  within  the  Program  Management  Reserve  to  supplement 
Project  No.  CUW37301  -  SJPL  System  Project;  now  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  in  the  amount  of  $5,786,249  for  the  Water  Enterprise,  WSIP  -  funded 
Construction  Contract  HH-935C  -  SJPL  System  -  Eastern  Segment  and  Other  Facilities,  for  a 
total  cost  contingency  amount  of  $10,319,190;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
or  his  designee  to  consider,  and  if  appropriate,  to  approve  future  modifications  to  the  contract 
amount  for  up  to  $55,648,606. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  .       August  14.  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0146 


WHEREAS,  Wastewater  Enterprise  (WWE)  Capital  Improvement  Program  (ClP)-funded 
Contract  No.  WW-525,  Southeast  Water  Pollution  Control  Plant  (SEWPCP)  Northside  Facility 
Reliability  Upgrades  Phase  2  was  advertised  on  May  21,  2012;  and 

WHEREAS,  The  baseline  budget  amount  is  $15,000,000  and  the  Engineer's  Estimate  is 
$14,000,000  for  this  construction  contract  work  to  replace  aging  mechanical  and  electrical 
systems  related  to  secondary  treatment  process  at  the  SEWPCP;  and 

WHEREAS,  The  contract  duration  is  656  consecutive  calendar  days;  and 

WHEREAS,  Project  No.  WW-525,  SEWPCP  Northside  Facility  Reliability  Upgrades 
Phase  2  ,  was  determined  to  be  categorically  exempt  as  a  Class  1  (Existing  Facilities)  under 
Section  15301(d)  of  the  California  Environmental  Quality  Act  (CEQA)  on  July  27,  2012;  and 

WHEREAS,  Six  (6)  bids  were  received  and  opened  publicly  on  June  28,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Human 
Rights  Commission  (HRC)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  NTK  Construction,  Inc.  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  HRC  subcontracting  goal  of  8%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  die 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC37,  WWE  Facility 
Reliability;  and 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  CIP-funded  Contract  No.  WW-525,  SEWPCP  Northside  Facility  Reliability 
Upgrades  Phase  2,  in  the  amount  of  $11,160,000,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  NTK  Construction,  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  ^  August  14,  2012  


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  Power  Sewer 

Services  of  She  San  Francisco  Pubtic  Utilities  Commission 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 
Tuesday,  August  28,  2012 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Ed  Harrington 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  ottier  information  are  available  on  tfie  SFPUC  web  site:  vww.sfwater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.aranicus.comA/iewPublisher.Dhp7view  id=22 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  sen/ing  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood@sfwater.ora.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409, 1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfaov.orq.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfaov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the 
meeting  room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other 
similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfaov.orq/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  August  14,  2012 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Quarterly  Audit  and  Performance  Review  Reports 

•  Quarterly  Audit  and  Performance  Review  Update 

•  Santa  Clara  Sand  and  Gravel 

•  Franchise  Fee  Audit  of  PG&E 

•  Independent  Review  Panel  Final  Report  -  WSIP 

•  FY  201 1  -1 2  Post  Audit  &  Continuous  Monitoring  Program 

•  Parsons  WSIP  Program  Contract  -  Post  Audit  Follow-up 

b)  Cap  and  Trade  Program  Update 

c)  Street  Cuts  and  Paving  Report 

d)  Advance  Calendar 

e)  Letter  Summary 

6.  Other  Commission  Business 

a)  Discussion  and  possible  action  to  extend  the  existing  SFPUC  General  Manager's 
Contract 

7.  Report  of  the  General  Manager 

a)  Quarterly  Budget  Report 

b)  WSIP  Update 

8.  BAWSCA  Report 

THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF 
PUBLIC  UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
1155  Market  Street,  11^  Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165, 
Fax:(415)554-3424. 


CONSENT  CALENDAR 


9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)  Approve  the  selection  of  and  award  Agreement  CS-167A-C  Comprehensive 
Technical  Services  for  Renewable  and  Advanced  Energy  Generation 
Systems  to  AEPC  Group,  Black  &  Veatch,  and  MWH  to  provide  assistance  with 
the  evaluation,  project  development,  permitting,  project  implementation  and 
construction  of  renewable  and  advanced  energy  technologies  and  projects;  and 
authorize  the  General  Manager  to  negotiate  and  execute  three  professional 
services  agreements  for  amounts  not-to-exceed  $2,250,000  each,  for  a 
cumulative  total  of  $6,750,000  and  with  a  duration  of  five  years  per 
agreement.  (Hale) 

b)  Approve  the  selection  of  and  award  Agreement  Nos.  CS-229A-D,  As-Needed, 
Specialized  and  Technical  Services  for  the  Water  Enterprise  to  RMC  Water 
and  Environment;  AECOM/Water  Resources  Engineering  Joint  Venture; 
MWH/Lee  Inc.,  Joint  Venture;  and  Kennedy  Jenks/AGS,  Inc.,  Joint  Venture,  to 

provide  Water  Supply,  Storage  Delivery  and  Transport  Services,  Water  Quality 
Services,  Water  Treatment  Services,  and  Enterprise  Operations  and  Management 
Services;  and  authorize  the  General  Manager  to  negotiate  and  execute  the  four 
professional  services  agreements  for  amounts  not-to-exceed  $4,000,000 
each,  for  a  cumulative  total  amount  of  $16,000,000  and  with  a  duration  of  five 
years  per  agreement.  (Ritchie) 

c)  Approve  Power  Enterprise,  Community  Choice  Aggregation  (CCA) 
Amendment  No.  2  to  Agreement  CS-920(R)B,  Monitoring  and  Advisory 
Services  for  the  CCA  Program  with  Local  Power,  Inc.,  to  provide  ongoing 
consulting  services  to  assist  in  the  development  of  the  CCA  program;  and 
authorize  the  General  Manager  to  execute  this  amendment,  with  a  time 
extension  of  three  months,  for  a  total  agreement  duration  of  four  years  and 
three  months.  (Hale) 

d)  Approve  Amendment  No.  3  to  Agreement  CS-806,  Specialized  Pipeline 
Services,  Bay  Division  Pipeline  No.  5,  with  Kennedy/Jenks  and  Geotechnical 
Consultants,  Joint  Venture,  to  provide  continued  engineering  support  for  the  Bay 
Division  Pipeline  No.  5  Cordilleras  Microtunnel  project,  and  authorize  the  General 
Manager  to  execute  this  amendment,  increasing  the  agreement  duration  by  one 
year  for  a  total  duration  of  seven  years  and  six  months,  with  no  increase  to 
the  contract  amount.  (Labonte) 

e)  Approve  the  plans  and  specifications,  and  award  Contract  WW-542,  Oceanside 
Water  Pollution  Control  Plant  Dewatering  Facility  Upgrades,  in  the  amount  of 


$4,547,000,  with  a  contract  duration  of  510  consecutive  calendar  days,  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  Cal  State  Constructors, 
Inc.;  to  upgrade  the  dewatering  facilities  at  the  Oceanside  Water  Pollution  Control 
Plant.  (Moaia) 

f)  Authorize  the  General  Manager  to  execute  a  Joint  Funding  Agreement  with  the 
U.S.  Geological  Survey  for  an  amount  not-to-exceed  $1,750,000,  with  a 
duration  of  five  years,  which  will  allow  for  hydrologic  monitoring  and  stream  gage 
maintenance  in  the  Alameda  Creek  and  Peninsula  Watershed  areas.  (Ritchie) 

g)  Discussion  and  possible  action  authorizing  the  reimbursement  of  certain 
expenditures  for  capital-related  costs  of  the  Water  Enterprise  from  proceeds 
of  a  future  bonded  indebtedness  for  purposes  of  complying  with  certain 
provisions  of  the  Internal  Revenue  Code  of  1986,  as  amended;  authorizing  and 
directing  the  execution  of  any  documents  necessary  to  implement  this  Resolution; 
and  ratifying  and  approving  any  action  heretofore  taken  in  connection  with  the 
Project.  (Rydstrom) 

h)  Discussion  and  possible  action  authorizing  the  reimbursement  of  certain 
expenditures  for  capital-related  costs  of  the  Wastewater  Enterprise  from 
proceeds  of  a  future  bonded  indebtedness  planned  for  early  2013  and  in  an 
amount  not  to  exceed  $570,000,000.  (Rydstrom) 

REGULAR  BUSINESS 


10.  Sewer  System  Improvement  Program  (SSIP)  Validation  Workshop  #3  and 
Endorsement  of  Goals  and  Levels  of  Service,  and  Validation  of  the  Sewer 
System  Improvement  Program  Projects,  Scope  and  Implementation  Process 

A  final  SSIP  Validation  Workshop  presentation  will  be  followed  by  Commission 
consideration  of  an  agenda  Item  to:  Endorse  the  Wastewater  Enterprise  Sewer 
System  Improvement  Program  (revised  Goals,  Levels  of  Service  and  Strategies), 
validate  the  scope  of  proposed  SSIP  capital  improvement  projects,  totaling 
approximately  $6.9  billion,  and  authorize  staff  to  proceed  with  planning  and 
developing  projects  In  Phase  1  of  the  SSIP,  (representing  $2.7  billion  of  proposed 
projects)  for  Commission  review  and  approval,  following  environmental  review  of 
proposed  projects.  (Kubick) 

The  SSIP  Validation  Workshop  #3  will  cover: 

•  Response  to  Commission  Questions 

•  Program  Recommendations  (proposed  projects,  schedule,  budget) 

•  Goals  and  Levels  of  Service 

•  Implementation  Strategy 

•  Discussion  of  Rate  Impacts 

•  Review  the  public  education  and  outreach  approach 

•  Summary  and  Conclusions 


1 1 .  Public  comments  on  matters  to  be  discussed  in  Closed  Session 

12.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Public  Utilities  Commission  will  go  into  Closed  Session  to  discuss  the 
following: 

1 3.  Pursuant  to  Government  Code  Section  54957  and  San  Francisco  Administrative 
Code  Section  67.10(b),  to  consider  public  employee  appointment/hiring  for  the 
position  of  General  Manager  of  the  San  Francisco  Public  Utilities  Commission;  and 
Pursuant  to  Government  Code  Section  54954.5(f)  and  Administrative  Code 
Section  67.8(a)(5). 

Conference  with  Labor  Negotiator,  Unrepresented  Employee 

City  Negotiator 

Commission  President  Anson  Moran 
Unrepresented  Employee 

General  Manager,  San  Francisco  Public  Utilities  Commission 

Anticipated  issues  under  negotiation: 

•  Wages 

•  Hours 

•  Benefits 

•  Working  conditions 

•  Other 

1 4.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Ambrose) 

Existing  Claim: 
Adam  Holm 

City  Attorney  Claim  No.  12-02744 
Filed:  April  30,  2012 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session. 

15.  Announcement  following  closed  session 

1 6.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

1 7.  Other  new  business 


ADJOURNMENT 


San  Francisco  public  utilities  commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


MINUTES 
Tuesday,  August  28,  2012 

(Approved  September  11,  2012) 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 
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ORDER  OF  BUSINESS: 


1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:37  PM. 

2.  Roll  Call 

Present:  Moran,  Torres,  Caen  and  Courtney 

3.  Approval  of  Minutes  of  August  14.  2012 

On  motion  to  approve  the  minutes  of  August  14,  2012 
ADOPTED:  Ayes:  Moran,  Torres,  Caen  and  Courtney 

Commissioner  Vietor  arrived  at  1:40  PM 

4.  Public  Comments 

•  Mr.  Francisco  DaCosta  thanked  Mr  Harrington  for  his  sen/ice.  He  wants  the 
Commission  to  focus  on  SSIP  and  asked  that  jobs  be  provided  to  the  Bayveiw. 

•  Ms.  Espinola  Jackson,  representing  Black  Human  Rights  Leadership  Council  of 
San  Francisco,  indicated  that  she  had  previously  requested  salary  information 
and  list  of  SFPUC  staff  who  reside  in  San  Francisco  and  in  the  "94 124"  area 
code  and  never  received  it. 

•  Mr.  Peter  Drekmeier,  Tuolumne  River  Trust,  discussed  a  Watershed  report 
prepared  by  the  Turlock  Irrigation  District  and  recommended  that  the 
Commission  prepare  a  similar  report.  He  suggested  that  the  Commission 
conduct  a  study  session  about  drought  allocations. 

•  Ms.  Diane  Wesley  Smith,  Black  Human  Rights  Leadership  Council  of  San 
Francisco,  congratulated  Mr.  Harrington  on  his  retirement  and  Mr  Kelly,  Jn,  in 
his  new  role.  She  requested  that  the  Commission  set  up  a  dedicated  committee 
to  hear  the  issues  and  concerns  of  the  Bayview. 

•  Mr.  Claude  Carpenter,  Black  Human  Rights  Leadership  Council  of  San 
Francisco,  expressed  his  desire  for  jobs  in  the  Bayview  along  with  additional 
economic  opportunities.  He  requested  that  the  Commission  set  up  a  dedicated 
committee  to  hear  the  issues  and  concerns  of  the  Bayview.. 

•  Mr.  David  Pilpel  expressed  his  concerns  for  the  Treasure  Island  sewer  treatment 
plant  and  hopes  that  ratepayers  are  not  responsible  for  issues/repair  at  the  plant. 
He  informed  the  Commission  of  the  death  of  Mr.  Hayward,  former  SFPUC  staff 
member  and  CAC  member. 

•  Ms.  Linda  Richardson  congratulated  Mr  Harrington  on  his  retirement  and  Mr 
Kelly,  Jr.  on  his  new  position.  She  expressed  her  desire  for  jobs  and  economic 
benefits  in  the  Bayview.  She  noted  that  all  city  departments  need  to  work 
together  to  make  improvements  in  the  community. 

•  Mr.  Robert  Woods  stated  that  the  Bayview  is  suffering  and  needs  investment  and 
sustainability. 

•  Mr  Fly  Benzo  noted  that  the  situation  in  the  Bayview  hasn't  improved  and  that 
the  SFPUC  owes  the  Bayview  more  than  improvement  of  the  Southeast  Plant. 

•  Mr  Joshua  Arce,  Brightline,  thanked  Mr  Harrington  for  his  service  and 
congratulated  Mr  Kelly,  Jr.  on  his  appointment.  He  also  informed  the 


Commission  of  tiis  appointment  to  tiie  Environment  Commission,  and  expressed 
a  desire  to  have  a  joint  meeting  between  Commissions. 

•  /Wr.  Jamiel  Patterson  congratulated  Mr.  Kelly,  Jr.  on  his  appointment.  He  asked 
the  SFPUC  to  invest  in  the  Bayview. 

•  Mr  Arie  Harrison  expressed  her  desire  for  better  education,  low-income  housing 
and  overall  opportunities  in  the  Bayview.  She  asked  the  Commission  to  invest  in 
people  in  the  Bayview,  not  just  the  buildings. 

In  response  to  Mr.  Arce's  comments,  President  Moran  noted  that  there  has  been 
preliminary  discussion  regarding  the  scheduling  of  a  joint  Commission  meeting,  but 
no  firm  date  has  been  established. 

5.  Communications 

a)  Quarterly  Audit  and  Performance  Review  Reports 

•  Quarterly  Audit  and  Performance  Review  Update 

•  Santa  Clara  Sand  and  Gravel 

•  Franchise  Fee  Audit  of  PG&E 

•  Independent  Review  Panel  Final  Report  -  WSIP 

•  FY  201 1-12  Post  Audit  &  Continuous  Monitoring  Program 

•  Parsons  WSIP  Program  Contract  -  Post  Audit  Follow-up 

b)  Cap  and  Trade  Program  Update 

c)  Street  Cuts  and  Paving  Report 

d)  Advance  Calendar 

e)  Letter  Summary 

President  Moran  asked  how  retail  customers  are  defined  to  which  Ms.  Hale 
responded  anyone  who  receives  SFPUC  electricity. 

After  brief  discussion  regarding  the  street  cuts  and  paving  report,  Commissioner 
Courtney  requested  a  report,  listed  by  zip  code,  on  how  many  residents  of  San 
Francisco  the  SFPUC  has  working  for  contractors  on  paving  jobs. 

President  Moran  stated  that  Mr  Harlan  Kelly,  Jr,  has  been  selected  as  the  next 
General  Manager  for  the  San  Francisco  Public  Utilities  Commission.  He  noted  that 
per  Charter  requirements,  the  Commission  voted  unanimously  to  submit  Mr.  Harlan 
Kelly,  Jr.  's  name  to  the  Mayor 

Public  Comments 

•    Mr  Francisco  DaCosta  expressed  his  concerns  with  street  paving  and 
contracting. 

6.  Other  Commission  Business 

a)  Discussion  and  possible  action  to  extend  the  existing  SFPUC  General  Manager's 
Contract  (Resolution  12-0147) 

On  motion  to  approve  Item  6 

ADOPTED:  Ayes:  Moran,  Torres,  Caen,  Victor  and  Courtney 


7.  Report  of  the  General  Manager 

a)  Quarterly  Budget  Report 

Mr.  Rydstrom  presented  the  Quarterly  Budget  Report,  outlining  key  budgetary 
variances. 

b)  WSiP  Update 

Ms.  Julie  Labonte  provided  an  update  on  Calaveras  Dam  and  the  Bay  Tunnel 
projects.  She  noted  a  possible  issue  with  the  cracking  of  a  levy  at  Cargill  Salt 
Pond  in  Newark,  which  may  or  may  not  be  a  result  of  the  Bay  Tunnel  Project. 
She  noted  excavation  stopped,  repairs  have  been  made,  and  project 
engineers  and  geologists  are  assessing  the  situation.  She  anticipates  that  the 
project  will  be  on  hold  for  three  to  four  weeks,  but  that  the  project  is  five 
months  ahead  of  schedule. 

Mr.  Harrington  informed  the  Commission  that  a  significant  main  break  occurred  at 
Sunnydale  earlier  in  the  day,  with  some  flooding.  He  also  stated  that  PG&E  crews  were 
testing  pipelines  that  run  through  SFPUC  watersheds,  with  some  needing  repair.  In 
order  to  expedite  what  can  be  a  lengthy  City  permit  process  that  he  would  like  to  issue 
temporary  revocable  permits  that  would  allow  an  immediate  start  to  work.  He  noted  that 
a  request  for  permanent  easements  would  be  forthcoming  to  the  Board  of  Supervisors 
and  the  Commission. 

Public  Comment 

•   Mr.  David  Pilpel  expressed  his  thoughts  on  the  PG&E  revocable  permit. 

8.  BAWSCA  Report 

Mr.  Art  Jensen  stated  that  AB2167  is  on  the  Governor's  desk  for  signature.  He 
indicated  that  the  BAWSCA  Board  will  most  likely  take  action  in  the  Fall  to  bring 
bond  rating  agencies  on  board.  Mr.  Jensen  congratulated  Mr.  Harlan  Kelly,  Jr.  on 
his  appointment. 

9.  Consent  Calendar 

a)  Approve  the  selection  of  and  award  Agreement  CS-1 67A-C  Comprehensive 
Technical  Services  for  Renewable  and  Advanced  Energy  Generation  Systems  to 
AEPC  Group,  Black  &  Veatch,  and  MWH  and  authorize  the  General  Manager  to 
negotiate  and  execute  three  professional  services  agreements  for  amounts  not-to- 
exceed  $2,250,000  each,  for  a  cumulative  total  of  $6,750,000  and  with  a  duration 
of  five  years  per  agreement.  (Resolution  12-0148) 

b)  Approve  the  selection  of  and  award  Agreement  Nos.  CS-229A-D,  As-Needed, 
Specialized  and  Technical  Services  for  the  Water  Enterprise  to  RMC  Water  and 
Environment;  AECOM/Water  Resources  Engineering  Joint  Venture;  MWH/Lee 
Inc.,  Joint  Venture;  and  Kennedy  Jenks/AGS,  Inc.,  Joint  Venture,  to  and  authorize 
the  General  Manager  to  negotiate  and  execute  the  four  professional  services 
agreements  for  amounts  not-to-exceed  $4,000,000  each,  for  a  cumulative  total 
amount  of  $16,000,000  and  with  a  duration  of  five  years  per  agreement. 
(Resolution  12-0149) 


c)  Approve  Community  Choice  Aggregation  Amendment  No.  2  to  Agreement  CS- 
920(R)B,  l\/lonitoring  and  Advisory  Services  for  the  CCA  Program  with  Local 
Power,  Inc.,  and  authorize  the  General  Manager  to  execute  this  amendment,  with 
a  time  extension  of  three  months,  for  a  total  agreement  duration  of  four  years  and 
three  months.  (Resolution  12-0150) 

d)  Approve  Amendment  No.  3  to  Agreement  CS-806,  Specialized  Pipeline  Services, 
Bay  Division  Pipeline  No.  5,  with  Kennedy/Jenks  and  Geotechnical  Consultants, 
Joint  Venture,  and  authorize  the  General  Manager  to  execute  this  amendment, 
increasing  the  agreement  duration  by  one  year  for  a  total  duration  of  seven  years 
and  six  months,  with  no  increase  to  the  contract  amount.  (Resolution  12-0151) 

e)  Approve  the  plans  and  specifications,  and  award  Contract  WW-542,  Oceanside 
Water  Pollution  Control  Plant  Dewatering  Facility  Upgrades,  in  the  amount  of 
$4,547,000,  with  a  contract  duration  of  510  consecutive  calendar  days,  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  Cal  State  Constructors,  Inc. 
(Resolution  12-0155) 

f)  Authorize  the  General  Manager  to  execute  a  Joint  Funding  Agreement  with  the 
U.S.  Geological  Survey  for  an  amount  not-to-exceed  $1,750,000,  with  a  duration  of 
five  years.  (Resolution  12-0152) 

g)  Discussion  and  possible  action  authorizing  the  reimbursement  of  certain 
expenditures  for  capital-related  costs  of  the  Water  Enterprise  from  proceeds  of  a 
future  bonded  indebtedness  for  purposes  of  complying  with  certain  provisions  of 
the  Internal  Revenue  Code  of  1986,  as  amended;  authorizing  and  directing  the 
execution  of  any  documents  necessary  to  implement  this  Resolution;  and  ratifying 
and  approving  any  action  heretofore  taken  in  connection  with  the  Project. 
(Resolution  12-0153) 

h)  Discussion  and  possible  action  authorizing  the  reimbursement  of  certain 
expenditures  for  capital-related  costs  of  the  Wastewater  Enterprise  from  proceeds  of 
a  future  bonded  indebtedness  planned  for  early  2013  and  in  an  amount  not  to 
exceed  $570,000,000.  (Resolution  12-0154) 

President  Moran  stated  that  at  the  request  of  Mr.  David  Pilpel,  Item  9e  be  removed 
from  the  Consent  Calendar. 

•   Mr.  David  Pilpel  expressed  his  support  for  items  9e.  He  requested  that  the 
cost  for  fuel  and  biosolids  hauling  costs  be  included  in  future  staff  reports. 

On  motion  to  approve  Items  9a,  9b,  9c,  9d,  and  9f: 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor  and  Courtney 

On  motion  to  approve  Items  9e 

ADOPTED:  AYES:  Moran,  Torres,  Caen,  Vietor  and  Courtney 


10.  Sewer  System  Improvement  Program  (SSIP)  Validation  Workshop  #3  and 

Endorsement  of  Goals  and  Levels  of  Service,  and  Validation  of  the  Sewer  System 
Improvement  Program  Proiects,  Scope  and  Implementation  Process. 

Ms.  Karen  Kubick  thanked  everyone  involved  with  the  preparation  of  the  workshops 
for  their  hard  work  and  dedication. 

Ms.  Kubick  began  the  presentation  with  an  overview  of  the  first  two  validation 
workshops:  July  10,  2012  on  Treatment  and  on  July  24,  2012  on  the  Collection 
System.  She  then  provided  a  brief  overview  of  the  third  workshop  covering  Program 
Validation.  She  indicated  that  she  would  be  seeking  the  Commission's  endorsement 
of  goals  and  the  validation  of  the  SSIP,  and  seeking  approval  to  move  forward  on 
the  project. 

She  reviewed  questions  from  Workshops  1  and  2  and  reviewed  the  SSIP 
Recommended  Goals,  noting  the  modification  of  the  second  goal  to  read  "integration 
green  and  grey  infrastructure  to  manage  stormwater  and  minimize  flooding".  She 
pointed  out  the  red-lined  and  final  version  of  the  SSIP  Recommended  Goals,  LOS, 
and  strategies  documents. 

Mr  Dan  Donahue  provided  a  brief  summary  of  the  program  validation 
recommendations  that  were  presented  at  the  first  two  workshops  -  treatment  plants 
and  collection  systems. 

In  the  review  of  the  treatment  plants,  he  summarized  that  the  previously  recommend 
option  for  the  Southeast  Plant  Biosolids  Digester  Facility  Recommended  Level  of 
Service  was  Option  3,  with  a  cost  of$2.032M.  He  provided  a  implementation 
timeline  for  project,  noting  the  18  month  accelerated  schedule  as  requested  by  the 
Commission.  He  stated  that  the  acceleration  would  result  in  cost  savings,  with  a  new 
cost  of$1,967M,  and  with  an  impact  to  the  average  monthly  bill  in  2032  of  $33. 

He  summarized  that  the  recommend  option  for  the  Southeast  Plant  Liquid  Treatment 
Facilities  was  Option  3,  with  a  cost  of$800M,  and  with  an  impact  to  the  average 
monthly  bill  in  2032  of  $14. 

He  summarized  that  the  recommend  option  for  the  Oceanside  Plant  was  Option  1, 
with  a  cost  of  $464M,  and  with  an  impact  to  the  average  monthly  bill  in  2032  of  $8. 

He  summarized  that  the  recommend  option  for  the  North  Point  Facility  was  Option  1, 
with  a  cost  of  $624M,  and  with  an  impact  to  the  average  monthly  bill  in  2032  of  $11. 

Mr.  Donahue  began  discussion  of  the  review  of  the  collection  system.  He  noted  that 
system-wide  recommendations  included  operational  improvements  ($27M),  pump 
station  rehabilitation  ($426M),  CSD  outfall  improvements/backflow  prevention 
($326M),  and  odor  control  ($59M),  for  a  total  project  cost  of  $838M,  and  with  an 
impact  to  the  average  monthly  bill  in  2032  of  $14. 


He  summarized  that  the  previously  recommend  option  for  Bayside  was  Option  4, 
with  a  cost  of$1.243M  for  the  30'  tunnel.  He  noted,  however,  that  the  10  discharges 
per  year  could  be  achieved  with  a  smaller  tunnel  and  green  infrastructure.  As  a 
result,  additional  analysis  has  occurred  and  Option  3  is  now  recommended  with  a 
cost  of$1.294l\A  for  a  23'  tunnel,  and  with  an  impact  to  the  average  monthly  bill  of 
$22  in  2032. 

He  summarized  that  the  previously  recommend  option  for  Westside  was  Option  3, 
with  a  cost  of  $277M  (100  l\/IGD).  He  noted  that  the  expected  CSD  discharges  per 
year,  after  analysis,  was  reduced  to  a  target  of  three  per  year  As  a  result.  Option  3 
is  now  recommended  with  a  cost  of$290M  (70  MGD),  and  with  an  impact  to  the 
average  monthly  bill  of  $5  in  2032. 

Mr.  Donahue  presented  the  Green  Infrastructure  recommendation,  with  a  cost  of 
$400f\/l,  and  with  an  impact  to  the  average  monthly  bill  of  $5. 

I^r  Donahue  summarized  that  2012  SSIP  Program  Validation  recommendation  for 
the  first  decade  is  $4,055hA;  second  decade  $2,8781^;  and  third  decade  $6933!^. 

Commissioner  Vietor  thanked  everyone  for  their  work  and  for  the  acceleration  of  the 
Southeast  Plant  project  as  well  as  for  the  integration  of  green  infrastructure. 

Commissioner  Caen  asked  about  the  cost  savings  associated  with  acceleration  with 
moving  up  the  timetable  of  the  digesters,  to  which  Mr  Donahue  replied  savings  were 
related  to  project  escalation.  He  stated  that  they  would  accelerate  as  many  projects 
as  possible  to  save  time  and  money. 

Commissioner  Caen  asked  if  the  23'  tunnel  would  suffice  rather  than  the  30'  tunnel. 
Mr  Donahue  indicated  that  it  would  be  sufficient. 

Ms.  Kubick  presented  the  Implementation  Strategy,  noting  it  was  based  on 
Commission  feedback  and  the  desire  to  minimize  rate  impact.  It  is  her 
recommendation  to  implement  the  SSIP  in  three  phases.  She  noted  the  benefits  of 
implementation  in  phases  will  allow  for  focus  of  resources  on  the  highest  priorities, 
allow  for  prudent  spending  and  provide  Commission  input  at  milestones. 

Phase  1:  Planning  through  Construction  and  Planning  through  Preliminary  Design. 
Phase  1  budget  for  treatment  plants:  $2,233M;  collection  system  $354M;  and  city 
consultant  and  program  management  $125M  for  a  total  Phase  1  budget  of  $2, 71 2M. 
She  presented  a  project  schedule  and  noted  it  would  take  six  year  to  10  years  to 
complete  Phase  1,  with  the  digester  project  taking  the  longest  to  complete. 

Phase  2:  Design  and  Construction.  Phase  2  budget  for  treatment  plants:  $1,215M; 
collection  system  $1,928M;  and  city  consultant  and  program  management  $152M  for 
a  total  Phase  2  budget  of  $3,295M.  The  project  schedule  presented  noted  it  would 
take  until  around  year  20  of  the  program  to  complete  Phase  2. 


Phase  3:  Design  and  Construction.  Ptiase  3  budget  for  treatment  plants:  $407M; 
collection  system  $476M;  and  city  consultant  and  program  management  $43M  for  a 
total  Phase  3  budget  of  $926M.  The  project  schedule  presented  noted  it  would  take 
until  year  20  of  the  program  to  complete  Phase  3. 

Ms.  Kubick  presented  and  discussion  ensued  on  the  timing  of  the  phases  of  the 
program.  She  noted  that  the  timing  of  the  project  does  not  change,  but  rather  the 
timing  of  the  funding.  She  stated  that  the  total  budget  for  treatment  plants:  $3,855M; 
collection  system  $2, 758f\A;  and  city  consultant  and  program  management  $320M  for 
a  total  budget  of  $6,9331^. 

Discussion  ensued  on  the  importance  of  the  repair  and  replacement  of  the  digesters, 
and  the  need  to  finish  the  project  as  quickly  as  possible. 

Mr  Todd  Rydstrom,  CFO,  presented  on  rates  and  affordability  of  the  program.  He 
discussed  the  incremental  increases  of  the  average  monthly  bill  (single  family 
residential)  for  water  and  sewer  with  the  implementation  of  the  three  phases  of  the 
SSIP,  through  2032. 

Average  Annual  bill  increases: 
Phase  1:  7.3%  to  FY26,  0.1%  to  FY32 
Phase  2:  8.3%  to  FY26,  1.6%  to  FY32 
Phase  3:  8.4%  to  FY26,  1.9%  to  FY32 

Commissioner  Vietor  asked  about  low-income  customers  and  rate  increases.  Mr. 
Rydstrom  noted  that  low-income  customers  currently  receive  subsidies  from  existing 
operating  funds,  an  angel  fund  and  funds  from  prior  balance  of  unclaimed  funds. 
Commissioner  Vietor  encouraged  Mr  Rydstrom  to  look  at  ways  to  offer  additional 
subsidy  to  low-income  customers  to  assist  with  the  rate  increases.  Mr.  Rydstrom 
noted  that  they  will  be  conducting  rate  studies,  as  required,  and  will  look  at  how 
other  cities  fund  their  low-income  assistance  programs. 

Ms.  Juliet  Ellis  presented  on  the  proposed  public  education  and  outreach  goals  and 
strategies  to  inform  the  public  about  the  SSIP.  She  discussed  the  program  goals  and 
strategies.  She  described  past  outreach  efforts  and  informed  the  Commission  on 
what  the  public  is  saying  about  the  SFPUC  as  a  result  of  those  efforts.  She 
concluded  with  the  presentation  of  a  public  outreach  timeline  for  the  SSIP. 

Brief  discussion  ensued  on  the  demographics  of  the  participants  of  current  outreach 
efforts  and  on  job  opportunities  with  the  SSIP. 

Ms.  Kubick  briefly  summarized  her  presentation  and  thanked  the  Commission  for 
their  participation  in  the  workshops. 


Public  Comment 

•  Mr.  David  Pilpel  expressed  his  thouglits  on  the  proposed  rate  increase 
and  the  potential  behavior  by  rate  payers,  including  increasing 
conservation  efforts.  He  expressed  thoughts  with  replacement  and  repair, 
with  the  phasing  of  the  project  and  with  LID  and  green  issues.  He 
encouraged  looking  into  additional  funding  sources,  such  a  grants. 

•  Mr.  Francisco  DaCosta  encouraged  outreach  efforts  to  reach  a  large 
audience,  such  as  a  documentary  film  and  public  access  television. 

•  Ms.  Espinola  Jackson  suggested  that  the  Commission  provide  information 
to  customers  via  their  monthly  bill.  She  encourage  the  SFPUC  expedite 
the  EIR. 

•  Ms.  Brigette  LeBlanc  expressed  her  support  for  the  SSIP.  She  encourage 
the  Commission  to  offer  residents  of  the  Bayview  careers,  rather  than 
short-term  jobs  and  ask  that  the  consultants  offer  local  residents  jobs. 

•  Ms.  Linda  Richardson  asked  for  the  Commission's  approval  of  the 
resolution  and  endorsement  of  the  project. 

•  Ms.  Jennifer  Cleary,  Clean  Water  Action,  expressed  her  support  for  the 
resolution  and  offered  suggestions  for  changes  to  the  resolution.  She 
echoed  the  thoughts  of  Mr.  Pilpel  on  the  increase  of  conservation  with  the 
implementation  of  the  SSIP. 

On  motion  to  approve  Item  10 

ADOPTED:  Ayes:  Moran,  Torres,  Caen,  Vietor  and  Courtney 

(Resolution  12-0156) 

11.  Public  comments  on  matters  to  be  discussed  in  Closed  Session 
Public  Comment 

•  Mr.  Palega  congratulated  Mr.  Harlan  Kelly,  Jr.  on  his  appointment  and 
thanked  Mr.  Harrington  for  his  service. 

•  Mr.  David  Pilpel  gave  his  suggestions  on  appropriate  wages  and  benefits 
for  Mr.  Kelly,  Jr. 

12.  Motion  on  whether  to  assert  the  attomev-client  privileoe  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

On  motion  to  assert 

ADOPTED:  Ayes:  Moran,  Torres,  Caen,  Vietor  and  Courtney 


CLOSED  SESSION 

13.  Pursuant  to  Government  Code  Section  54957  and  San  Francisco  Administrative 
Code  Section  67.10(b).  to  consider  public  employee  appointment/hiring  for  the 
position  of  General  Manager  of  the  San  Francisco  Public  Utilities  Commission:  and 
Pursuant  to  Government  Code  Section  54954.5(f)  and  Administrative  Code 
Section  67.8(a)(5). 

Conference  with  Labor  Negotiator,  Unrepresented  Employee 

City  Negotiator 

Commission  President  Anson  Moran 
Unrepresented  Employee 

General  Manager,  San  Francisco  Public  Utilities  Commission 

Anticipated  issues  under  negotiation: 

•  Wages 

•  Hours 

•  Benefits 

•  Working  conditions 

•  Other 

14.  Conference  with  Leoal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

Existing  Claim: 
Adam  Holm 

City  Attorney  Claim  No.  12-02744 
Filed:  April  30,  2012 
(Resolution  12-0157) 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session. 

15.  Announcement  following  closed  session 

President  Moran  stated  that  no  action  was  taken  on  item  13  and  that  a  settlement  was 
approved  on  item  14. 

16.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
On  motion  NOT  to  disclose 

ADOPTED:  Ayes:  Moran,  Torres,  Caen,  Vietor  and  Courtney 

17.  Other  new  business 
Adjournment 

President  Moran  adjourned  the  meeting  at  4:39  PM. 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 


RESOLUTION  NO. 


12-0147 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  the  "exclusive 
charge  of  the  construction,  management,  supervision,  maintenance,  extension,  expansion, 
operation,  use  and  control  of  all  water,  cleanwater  and  energy  supplies  and  utilities  of  the  City  as 
well  as  the  real,  personal  and  financial  assets,  that  are  under  the  jurisdiction  or  assigned  to  the 
Commission",  pursuant  to  the  San  Francisco  Charter;  and 

WHEREAS,  The  General  Manager  is  the  department  head  of  the  SFPUC,  with 
responsibility  for  the  administration  and  management  of  the  operations,  personnel  and  assets 
under  the  jurisdiction  of  the  SFPUC;  and 

WHEREAS,  This  Commission  nominated,  and  the  Mayor  appointed,  Edward  M. 
Harrington  to  serve  as  the  General  Manager  in  March,  2008  under  the  provisions  of  Charter 
sections  3.100  and  4.102;  and 

WHEREAS,  On  March  II,  2008,  this  Commission  approved  an  initial  employment 
contract  between  the  City  and  County  of  San  Francisco,  by  and  through  the  SFPUC,  and  General 
Manager  Harrington,  for  a  term  of  two  years,  and  the  parties  subsequently  approved  additional 
employment  contracts.  The  current  employment  contract  between  the  SFPUC  and  General 
Manager  Harrington,  effective  February  14,  2012,  ("Agreement")  will  expire  on  August  31, 
2012,  unless  the  Commission,  by  resolution  duly  adopted  at  a  public  meeting,  acts  to  extend  the 
term  of  the  Agreement,  with  the  written  concurrence  of  Harrington,  to  a  date  certain,  and  subject 
to  all  other  terms  and  conditions  of  the  Agreement;  and 

WHEREAS,  General  Manager  Harrington  is  willing  to  extend  the  term  of  the 
employment  Agreement,  as  indicated  by  his  signature  on  this  Resolution  attesting  to  his 
agreement  to  extend  the  term  of  the  Agreement  to,  and  including,  that  certain  date  of  September 
21,  2012;  now,  therefore,  be  it 

RESOLVED,  This  Commission  authorizes  an  extension  of  the  term  of  the  current 
employment  Agreement  between  the  SFPUC  and  Edward  M.  Harrington,  as  the  General 
Manager  of  the  SFPUC,  to  September  21,  2012,  subject  to  the  terms  and  conditions  set  forth 
therein,  in  substantially  the  form  on  file  with  the  Commission  Secretary,  and  approved  as  to  form 
by  the  City  Attorney. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  28,  2012 


Secretary,  Public  Utilities  Commission 


resolution.doc 
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I  agree  to  an  extension  of  the  term  of  the  employment  Agreement  between  the  SFPUC  and 
Edward  M.  Harrington,  for  service  as  the  General  Manager  of  the  SFPUC,  to,  and  including,  that 
certain  date  of  September  21,  2012,  subject  to  the  terms  and  conditions  set  forth  therein: 


resolution.doc 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0148 


WHEREAS,  These  comprehensive  technical  services  support  the  Power  Enterprise  in  the 
evaluation,  development  and  construction  of  renewable  and  advanced  energy  generation  projects 
as  part  of  its  role  as  municipal  power  provider  and  an  implementer  of  the  City's  renewable 
energy  goals.  The  purpose  of  these  projects  is  to  accelerate  the  development  of  renewable  and 
advanced  energy  projects  in  San  Francisco;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  renewable  and  advanced 
energy  contracting  firms  to  provide  specialized  technical  evaluation,  project  development,  design 
and  constmction  management  of  renewable  and  advanced  energy  projects  to  supplement  San 
Francisco  Public  Utilities  Commission  (SFPUC)  staff;  and 

WHEREAS,  The  estimated  total  cost  of  services  is  $6,750,000;  and 

WHEREAS,  The  request  for  proposals  was  advertised  on  June  1 1,  2012;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  September  2012  and  end  in  September 
2017,  and  the  duration  of  each  agreement  is  five  (5)  years;  and 

WHEREAS,  SFPUC  staff  and  the  Contract  Monitoring  Division's  (CMD)  review  of  the 
proposals  confirmed  that  AEPC  Group  (CS-167A),  Black  &  Veatch  (CS-167B),  and  MWH  (CS- 
167C)  were  the  only  qualified  firms  that  submitted  proposals  and  each  of  the  firms  met  the 
project's  minimum  qualifications  and  are  eligible  for  award  of  an  agreement;  and 

WHEREAS,  The  CMD  established  a  8%  Local  Business  Enterprise  (LBE)  subconsultant 
participation  goal  on  this  project;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  removing  the  qualified 
consulting  firm  from  the  contract,  or  re-advertising  and  re-selecting  consultants  at  the  discretion 
of  the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  the  CMD  may,  in  the  General  Manager's  sole 
discretion,  result  in  removing  the  qualified  consulting  firm  from  the  contract,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Power  Enterprise  Sustainable  Energy  Account  CUH947;  Small  Renewables 
Account  CUH993;  Small  Hydro  Account  CUH994;  Civic  Center  Solar  Account  CUH988;  now, 
therefore,  be  it 


RESOLVED,  that  this  Commission  hereby  approves  the  selection  of  and  awards  Power 
Enterprise- funded  Agreement  Nos.  CS-167A-C  Comprehensive  Technical  Services  for 
Renewable  &  Advanced  Energy  Generation  Systems  to  AEPC  Group  (CS-167A),  Black  & 
Veatch  (CS-167B),  and  MWH  (CS-167C)  to  provide  assistance  with  the  evaluation,  project 
development,  permitting,  project  implementation  and  construction  of  renewable  and  advanced 
energy  technologies  and  projects;  and  authorizes  the  General  Manager  to  negotiate  and  execute 
three  professional  services  agreements  for  amounts  not-to-exceed  $2,250,000  each,  for  a 
cumulative  total  amount  of  $6,750,000  and  with  a  duration  of  five  (5)  years  per  agreement. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  28,  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0149 


WHEREAS,  The  SFPUC  needs  the  assistance  of  firms  to  perform  specialized  and 
technical  as-needed  services  for  the  Water  Enterprise;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  professional  services 
firms  to  provide  specialized  and  technical  as-needed  services  to  supplement  SFPUC  staff;  and 

WHEREAS,  The  estimated  cost  of  services  is  $16,000,000;  and 

WHEREAS,  The  proposal  was  advertised  on  April  1 1,  2012;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  September  2012  and  end  in  September 
2017  and  the  duration  of  this  agreement  is  five  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
selection  panel  evaluations  and  the  proposals  resulted  in  the  establishment  of  RMC  Water  and 
Environment(CS-229A);  AECOMAVater  Resources  Engineering  Joint  Venture  (CS-229B); 
MWH/Lee  Inc.  Joint  Venture(CS-229C);  and  Kennedy  Jenks/AGS,  Inc.  Joint  Venture  (CS- 
229D);  as  the  four  highest  ranked  consulting  firms;  and 

WHEREAS,  CMD  established  a  15%  Local  Business  Enterprise  (LEE)  subconsultant 
participation  goal  on  this  project;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  will  be  available  at  the  time  of  individual  task  order  awards  from 
Water  Enterprise  operating  and  capital  budgets,  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  and  awards  Water 
Enterprise-funded  Agreement  Nos.  CS-229A-D,  As  Needed,  Specialized  and  Technical  Services 
to  RMC  Water  and  Environment  (CS-229A);  AECOMAVater  Resources  Engineering  Joint 
Venture  (CS-229B);  MWH/Lee  Inc.  Joint  Venture  (CS-229C);  and  Kennedy  Jenks/AGS,  Inc. 
Joint  Venture  (CS-229D)  to  provide:  water  supply,  storage  delivery  &  transport  services;  water 
quality  services;  water  treatment  services;  and  enterprise  operations  &  management  services;  and 
authorizes  the  General  Manager  to  negotiate  and  execute  the  four  professional  services 
agreements  for  amounts  not-to-exceed  $4,000,000  each,  for  a  cumulative  total  amount  of 
$16,000,000  and  with  a  duration  of  five  years  per  agreement,  or,  in  the  event  negotiations  are  not 
successful  or  City  requirements  are  not  satisfied,  to  negotiate  and  execute  a  professional  services 
agreement  with  the  next  highest  ranked  proposer. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  28,  2012  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0150 


WHEREAS,  On  September  1,  2008,  this  Commission  awarded  Agreement  CS-920(R)B, 
to  Local  Power,  Inc.  (LPI)  for  Monitoring  and  Advisory  Services  on  Behalf  of  the  San  Francisco 
Public  Utilities  Commission  for  the  Community  Choice  Aggregation  (CCA)  Program,  and 
authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  a 
professional  services  agreement,  in  the  amount  of  $500,000,  with  a  term  of  three  years, 
concluding  on  August  3 1,  201 1 ;  and 

WHEREAS,  Amendment  No.  1  was  approved  on  July  26,  2011  per  Resolution  No.  11- 
0138  to  allow  SFPUC  the  additional  time  necessary  to  utilize  the  contractor's  expertise  through 
the  launch  of  the  CCA  program,  extending  the  agreement  duration  by  one  year  to  August  31, 
2012,  for  a  total  duration  of  four  years;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  to  allow  LPI  additional  time  to 
complete  previously  assigned  work  under  an  existing  task  order  for  services  involving  the 
modeling  and  conceptual  framework  for  CCA  local  renewable  build-out  deployment  plan, 
extending  the  agreement  duration  by  three  (3)  months  to  November  30,  2012,  for  total  duration 
of  four  years  and  three  months;  and 

WHEREAS,  A  Human  Rights  Commission  (HRC)  subconsulting  goal  of  15%  Local 
Business  Enterprise  (LBE)  participation  has  been  established  for  each  agreement;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  from  Project  CUH978  - 
Community  Choice  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Power 
Enterprise,  Community  Choice  Aggregation  (CCA)  Project-funded  Agreement  No.  CS-920(R)B 
with  Local  Power,  Inc.,  Monitoring  and  Advisory  Services  for  the  CCA  Program;  and  authorizes 
the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  this 
amendment,  with  a  time  extension  of  three  (3)  months,  for  a  total  agreement  duration  of  four  (4) 
years  and  three  (3)  months,  expiring  November  30,  2012. 


/  hereby  certify  that  the  foregoing  resohition  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  August  28.  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0151 


WHEREAS,  On  May  9,  2006  this  Commission  awarded  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)-funded  Agreement  No.  CS-806,  Specialized  Pipeline  Services,  Bay 
Division  Pipeline  No.  5,  and  authorized  the  General  Manager  to  execute  a  professional  services 
agreement,  in  the  amount  of  $5,000,000  and  with  a  duration  of  five  years,  concluding  on  June  27, 
201 1  with  Kennedy/Jenks  and  Geotechnical  Consultants  Inc.  Joint  Venture  (JV);  and 

WHEREAS,  Amendment  No.  1  was  issued  on  March  15,  201 1  in  order  to  provide  engineering 
support  during  construction,  increasing  the  agreement  duration  by  six  months  for  a  total  agreement 
duration  of  five  years  and  six  months;  and 

WHEREAS,  Amendment  No.  2  was  issued  on  September  15,  2011  to  provide  supplemental 
services  consisting  of  engineering  support  during  construction  to  address  unanticipated  field  welding 
issues  and  potential  pipeline  corrosion  related  issues,  increasing  the  agreement  by  $450,000  for  a  total 
not-to-exceed  agreement  amount  of  $5,450,000,  and  extending  the  agreement  by  one  year,  for  a  total 
agreement  duration  of  six  years  and  six  months;  and 

WHEREAS,  Amendment  No.  3  is  being  requested  to  provide  continued  engineering  and 
geotechnical  support  for  the  Cordilleras  Micro-tunnel  project  (the  third  construction  contract  to  be 
issued  under  the  BDPL  No.  5  project)  and  the  resolution  of  the  ongoing  welding  issues  on  the 
Peninsula  Reaches  contract,  extending  the  agreement  by  one  year,  for  a  total  agreement  duration  of 
seven  years  and  six  months;  and 

WHEREAS,  An  8%  Local  Business  Enterprise  (LBE)  subconsultant  participation  goal  was 
established  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  CUW36802  -  Bay 
Division  Pipeline  Reliability  Upgrade-  Pipeline;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  3  to  Water  Enterprise, 
WSEP-funded  Agreement  No.  CS-806,  Specialized  Pipeline  Services,  Bay  Division  Pipeline  No.  5' 
with  Kennedy/Jenks  &  Geotechnical  Consultants,  Joint  Venture,  to  provide  continued  engineering 
support  for  the  Bay  Division  Pipeline  No.  5  Cordilleras  Microtunnel  project,  and  authorize  the  General 
Manager  to  execute  this  amendment,  increasing  the  agreement  duration  by  one  year  for  a  total  duration 
of  seven  years  and  six  months,  with  no  increase  to  the  agreement  amount. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of_  August  28,  2012   

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0152 


WHEREAS,  The  SFPUC  relies  on  the  independence  and  expertise  of  the  U.S.  Geological 
Survey  to  maintain  hydrologic  records  in  the  Alameda  Creek  and  Peninsula  Watersheds  that  are 
critical  to  protecting  the  SFPUC's  water  rights,  informing  reservoir  and  water  management 
operations,  and  meeting  the  requirements  of  various  environmental  instream  flow  agreements; 
and 

WHEREAS,  A  Joint  Funding  Agreement  (JFA)  will  allow  the  SFPUC  to  continue  to  rely 
on  the  USGS  to  maintain  critical  hydrological  records  in  the  Alameda  Creek  and  Peninsula 
Watersheds;  and 

WHEREAS,  The  estimated  cost  of  services  is  $1,445,450  with  $304,550  in  contingency 
funds;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  November  2012  and  end  in  October 
2017  and  the  total  duration  of  this  agreement  is  five  (5)  years;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  the  Water  Enterprise  operating  budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  a  Joint  Funding  Agreement  with  the  U.S. 
Geological  Survey  for  an  amount  not-to-exceed  $1,750,000,  and  with  a  total  duration  of  five  (5) 
years. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Pubiic  Utilities 
Commission  at  its  meeting  of  August  28.  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0153 


Resolution  declaring  the  intent  of  the  San  Francisco  Public  Utilities  Commission  (the 
"Commission")  to  reimburse  certain  expenditures  for  capital  costs  from  proceeds  of 
future  bonded  indebtedness  for  purposes  of  complying  with  certain  provisions  of  the 
Internal  Revenue  Code  of  1986,  as  amended;  authorizing  and  directing  the  execution  of 
any  documents  necessary  to  implement  this  Resolution;  and  ratifying  and  approving  any 
action  heretofore  taken  in  connection  with  the  Project  (as  defined  herein). 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission,  a  department  of  the  City 
and  County  of  San  Francisco  (the  "Commission"),  from  time  to  time  desires  to  finance  the  costs 
of  improvements  and  betterments,  including  related  debt  service,  to  SFPUC  utility  enterprises 
(the  "Project");  and, 

WHEREAS,  The  Commission  and  its  suburban  wholesale  customers  in  Alameda,  Santa 
Clara  and  San  Mateo  counties  (the  "Wholesale  Customers")  previously  entered  into  a  Water 
Supply  Agreement  (the  "Water  Supply  Agreement"),  dated  July  1,  2009,  under  which  the 
Commission  agrees  to  supply  water  produced  by  the  water  enterprise  system  to  the  Wholesale 
Customers;  and, 

WHEREAS,  In  consideration  for  the  supply  of  water,  the  Wholesale  Customers  make 
periodic  payments  to  the  Commission  pursuant  to  the  Water  Supply  Agreement,  including  the 
Wholesale  Customers'  share  of  Existing  Assets  costs,  and  including  amounts  for  regional 
projects  financed  by  the  Commission;  and, 

WHEREAS,  The  Water  Supply  Agreement  allows  for  early  payment,  or  prepayment,  of 
those  amounts  owed  to  Retail  Customers  pursuant  to  Section  5.03(F)  of  the  Water  Supply 
Agreement;  and 

WHEREAS,  The  Wholesale  Customers  are  members  of  the  Bay  Area  Water  Supply  and 
Conservation  Authority  ("BAWSCA"),  a  joint  powers  agency  under  California  law;  and, 

WHEREAS,  The  Commission  may  consider  a  transaction  with  BAWSCA  in  which 
BAWSCA  would  issue  tax-exempt  bonds  (the  "Bonds");  the  proceeds  of  which  would  be  loaned 
to  one  or  more  of  the  Wholesale  Customers  and  used  by  such  Wholesale  Customers  to  prepay  all 
or  a  portion  of  their  respective  obligations  to  make  regional  project  periodic  payments  pursuant 
to  the  Water  Supply  Agreement  (the  "Prepayment");  and, 

WHEREAS,  The  Prepayment  would  be  a  single  lump  sum  payment  received  by  the 
Commission;  and, 

WHEREAS,  As  a  condition  of  receipt  of  the  Prepayment,  the  Commission  may  be 
required  to  use  all  or  a  portion  of  the  Prepayment  to  pay  for  capital-related  expenditures;  and, 

WHEREAS,  The  City  has  paid,  and  reasonably  expects  to  pay  for,  certain  capital-related 
improvement  costs  in  connection  with  the  Project;  and, 

WHEREAS,  The  City  reasonably  expects  that  the  proceeds  of  the  Bonds  to  be  issued  by 
BAWSCA  will,  through  the  Prepayment,  be  used  to  finance  the  costs  of  the  Project;  and, 

WHEREAS,  The  Commission  has  determined  that  moneys  advanced  and  to  be  advanced 
to  pay  certain  expenditures  of  the  Project  are  or  will  be  available  only  for  a  temporary  period  and 


it  is  necessary  to  reimburse  all  such  expenditures  made  no  earlier  than  60  days  prior  to  the  date 
hereof  with  respect  to  the  Project  from  the  proceeds  of  the  Bonds  and  the  Prepayment;  and, 

WHEREAS,  Section  1.150-2  of  the  Treasury  Regulations  requires  the  Commission  to 
declare  its  reasonable  official  intent  to  reimburse  prior  expenditures  for  the  Project  with  proceeds 
of  a  borrowing;  now,  therefore  be  it 

RESOLVED,  by  the  San  Francisco  Public  Utilities  Commission,  as  follows: 

Section  1.  The  Commission  finds  and  determines  that  the  foregoing  recitals  are  true  and 

correct. 

Section  2.  The  Commission  adopts  this  Resolution  for  purposes  of  establishing 
compliance  with  the  requirements  of  Section  1.150-2  of  the  Treasury  Regulations.  This 
Resolution  does  not  bind  the  Commission  to  make  any  expenditure,  incur  any  indebtedness  or 
proceed  with  the  Project. 

Section  3.  The  Commission  hereby  declares  its  official  intent  under  Section  1.150-2  of 
the  Treasury  Regulations  to  use  proceeds  of  the  Bonds  and  the  Prepayment  to  reimburse 
expenditures  paid  no  earlier  than  60  days  prior  to  the  date  hereof  incurred  in  connection  with  the 
Project. 

Section  4.  On  the  date  of  the  expenditure  to  be  reimbursed,  all  reimbursable  costs  of  the 
Project  will  be  of  a  type  properly  chargeable  to  a  capital  account  under  general  federal  income 
tax  principles. 

Section  5.  The  maximum  principal  amount  of  the  Bonds  expected  to  be  issued  by 
BAWSCA  is  $415,000,000,  resulting  in  proceeds  not-to-exceed  $370,000,000  to  be  used  for  the 
Prepayment  to  the  Commission. 

Section  6.  The  officers  and  employees  of  the  Commission  and  the  General  Manager  are 
hereby  authorized  and  directed,  jointly  and  severally,  to  do  any  and  all  things  necessary  or 
advisable  to  effectuate  the  purposes  of  this  Resolution,  including  assuring  that  any  and  all 
derived  benefit  from  this  prepayment  accrues  to  Retail  Water  Enterprise  ratepayers,  and  all 
actions  previously  taken  by  such  officers  and  employees  with  respect  to  the  Project,  are  hereby 
ratified  and  approved. 

Section  7.  This  Resolution  shall  take  effect  from  and  after  its  adoption  by  the 
Commission. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  August  28,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0154 


Resolution  declaring  the  intent  of  the  San  Francisco  Public  Utilities  Commission  (the 
"Commission")  to  reimburse  certain  expenditures  for  capital  costs  from  proceeds  of 
future  bonded  indebtedness  for  purposes  of  complying  with  certain  provisions  of  the 
Internal  Revenue  Code  of  1986,  as  amended;  authorizing  and  directing  the  execution  of 
any  documents  necessary  to  implement  this  Resolution;  and  ratifying  and  approving  any 
action  heretofore  taken  in  connection  with  the  Project  (as  defined  herein). 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission,  a  department  of  the  City 
and  County  of  San  Francisco  (the  "Commission"),  from  time  to  time  desires  to  finance  the  costs 
of  improvements  and  betterments  to  its  Wastewater  Enterprise  system  (the  "Project");  and, 

WHEREAS,  The  City  intends  to  issue  or  cause  the  issuance  of  bond  or  other 
indebtedness  (the  "Bonds")  in  an  amount  not  to  exceed  $570,000,000  to  finance  the  costs  of  the 
Project;  and, 

WHEREAS,  The  Commission  has  determined  that  the  moneys  advanced  and  to  be 
advanced  to  pay  certain  expenditures  of  the  Project  are  or  will  be  available  only  for  a  temporary 
period  and  it  is  necessary  to  reimburse  all  such  expenditures  made  no  earlier  than  60  days  prior 
to  the  date  hereof  with  respect  to  the  Project  from  the  proceeds  of  the  Bonds;  and, 

WHEREAS,  Section  1.150-2  of  the  Treasury  Regulations  requires  the  Commission  to 
declare  its  reasonable  official  intent  to  reimburse  prior  expenditures  for  the  Project  with  proceeds 
of  the  Bonds;  now,  therefore  be  it 

RESOLVED,  by  the  San  Francisco  Public  Utilities  Commission,  as  follows: 

Section  1.  The  Commission  finds  and  determines  that  the  foregoing  recitals  are  true  and 

correct. 

Section  2.  The  Commission  adopts  this  Resolution  for  purposes  of  establishing 
compliance  with  the  requirements  of  Section  L 150-2  of  the  Treasury  Regulations.  This 
Resolution  does  not  bind  the  Commission  to  make  any  expenditure,  incur  any  indebtedness  or 
proceed  with  the  Project. 

Section  3.  The  Commission  hereby  declares  its  official  intent,  pursuant  to  Section  1.150- 
2  of  the  Treasury  Regulations,  to  use  proceeds  of  the  Bonds  to  reimburse  all  future  expenditures 
incurred  in  connection  with  the  Project. 

Section  4.  The  maximum  principal  amount  of  the  Bonds  expected  to  be  issued  for  the 
Project  is  $570,000,000. 

Section  5.  The  General  Manager  and  the  officers  and  employees  of  the  Commission  are 
hereby  authorized  and  directed,  jointly  and  severally,  to  do  any  and  all  things  necessary  or 
advisable  to  effectuate  the  purposes  of  this  Resolution,  and  all  actions  previously  taken  by  such 
officers  and  employees  with  respect  to  the  Project,  are  hereby  ratified  and  approved. 


Section  6.  This  Resolution  shall  take  effect  from  and  after  its  adoption  by  the 
Commission. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  August  28,  2012. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0155 


WHEREAS,  Wastewater  Enterprise,  Capital  Improvement  Program  (ClP)-funded 
Contract  No.  WW-542,  Oceanside  Water  Pollution  Control  Plant  Dewatering  Facility  Upgrades 
was  advertised  on  June  28,  2012;  and 

WHEREAS,  The  baseline  budget  amount  is  $6,500,000  and  the  Engineer's  Estimate  is 
$6,300,000  for  this  construction  contract  work  to  upgrade  the  dewatering  facilities  at  the 
Oceanside  Water  Pollution  Control  Plant  by  replacing  existing  belt  press  dewatering  equipment 
with  new  screw  presses;  and 

WHEREAS,  The  contract  duration  is  510  consecutive  calendar  days;  and 

WHEREAS,  Project  No.  CENMSCIC39,  San  Francisco  Public  Utilities  Commission 
Oceanside  Water  Pollution  Control  Plant  Dewatering  Facility  Upgrades,  was  determined  to  be 
categorically  exempt  as  a  Class  I  under  Section  15301  (b)  Categorical  Exemption  under  the 
Califomia  Environmental  Quality  Act  (CEQA)  on  May  14,  2012;  and 

WHEREAS,  Four  bids  were  received  and  opened  publicly  on  August  2,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Human 
Rights  Commission  (HRC)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Cal  State  Constructors,  Inc.  as 
the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  An  HRC  subcontracting  goal  of  18%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC39,  Oceanside  Plant  Solid 
Handling  and  Coating  Improvements;  and;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Wastewater  Enterprise,  Capital  Improvement  Program- funded  Contract  No.  WW-542, 
Oceanside  Water  Pollution  Control  Plant  Dewatering  Facility  Upgrades,  in  the  amount  of 
$4,547,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Cal  State  Constmctors, 
Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of   August  28,  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0156 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  responsible  for: 
providing  reliable  sewer  system  service,  ensuring  the  sewer  system  will  respond  effectively  to  a 
disaster;  protecting  natural  resources  and  the  environment;  utilizing  innovative  technologies, 
where  feasible  and  beneficial;  and  establishing  equitable  and  affordable  rates;  and 

WHEREAS,  The  SFPUC's  wastewater  collection  and  treatment  system  has  been 
developed  over  the  past  110  years  and  is  a  vital  part  of  the  City's  infrastructure,  representing 
major  financial  investments  that  have  provided  multiple  benefits  to  the  residents  and  businesses 
of  San  Francisco;  and 

WHEREAS,  The  Wastewater  Enterprise  operates  and  maintains  the  sewer  system  which 
consists  of  treatment  plants,  sewers,  turmels,  transport/storage  structures,  combined  sewer 
discharge  structures,  pump  station,  and  force  mains  much  of  which  were  constructed  over  70 
years  ago;  and 

WHEREAS,  San  Francisco  has  effectively  managed  its  wastewater  collection  system  and 
treatment  facilities  for  many  years,  upgrading  them  at  key  points  through  a  series  of  capital 
improvements;  and 

WHEREAS,  The  sewer  system  is  challenged  with  aging  and  unreliable  infrastructure, 
increased  public  sensitivity  to  negative  community  impacts,  increased  concern  of  seismic  risks, 
outdated  technologies,  climate  change  impacts,  stormwater  management  needs;  and  the  need  to 
meet  future  more  stringent  permit  requirements;  and 

WHEREAS,  The  SFPUC  is  committed  to  protecting  public  health  and  the  environment, 
minimizing  impacts  to  ratepayers,  improving  seismic  and  system  reliability,  reducing  community 
impacts  and  promoting  environmental  stewardship;  and 

WHEREAS,  The  SFPUC  has  spent  several  years  planning  and  developing  the  proposed 
$6.9  billion  Sewer  System  hnprovement  Program,  and  in  2011  hired  a  Program  Management 
Consultant  to  validate  the  work  done  by  SFPUC  staff  and  confirm  the  proposed  budget,  scope, 
schedule,  and  duration  of  various  improvement  projects;  and 

WHEREAS,  the  SFPUC  is  committed  to  undertaking  the  implementation  of  the  Sewer 
System  Improvement  Program  in  a  manner  that  is  consistent  with  and  advances  the  goals  of  the 
2011  Community  Benefits  Policy  and  the  2009  Environmental  Justice  Policy  that  were  adopted 
by  the  Commission;  and 

WHEREAS,  Public  input  was  solicited  through  numerous  multi-venue  SFPUC-sponsored 
workshops  and  briefing/presentations  with  numerous  organizations  and  stakeholders,  as  well  as 
independent  focus  groups  on  the  SSIP;  and 

WHEREAS,  Seven  Sewer  System  Improvement  System  Commission  public  workshops 
were  held  to  inform  and  obtain  direction  and  guidance  from  the  Commission,  between  20 10-- 
201 1  and  three  SSIP  validation  workshops  were  conducted  the  summer  of  2012;  and 


WHEREAS,  At  the  summer  validation  workshops  the  Commission  discussed  the 
proposed  Sewer  System  Improvement  Program  treatment  and  collection  system  projects, 
schedule  and  budget  requirements;  modifications  to  the  Goals,  Levels  of  Service  and  Strategies; 
rate  impacts  and  public  information;  and 

WHEREAS,  SFPUC  staff  and  the  Program  Management  Consultant  have  validated 
development  of  $6.9  billion  of  proposed  capital  improvement  projects,  and  propose  that 
implementation  be  approached  in  three  phases:  Phase  1  ($2.7  billion),  Phase  2  ($3.3  billion),  and 
Phase  3  ($0.9  billion);  and 

WHEREAS,  Proposed  projects  will  be  evaluated  and  selected  using  an  integrated 
watershed  approach  and  triple  bottom  line  evaluation  criteria  and  will  be  designed  to  directly 
achieve  performance  targets  that  enhance  the  function  of  the  sewer  system;  and 

WHEREAS,  Any  capital  improvement  projects  arising  from  the  SSIP  plarming  process, 
as  ultimately  proposed  by  the  SFPUC,  will  be  subject  to  a  process  of  thorough  public  review  and 
input  and  all  necessary  and  appropriate  approvals;  that  process  must  include  environmental 
review  under  the  California  Environmental  Quality  Act  ("CEQA")  and,  if  applicable,  the 
National  Environmental  Policy  Act  ("NEPA"),  before  the  SFPUC  may  consider  approving  such 
projects;  and  such  projects  will  require  discretionary  approvals  by  a  number  of  government 
bodies  after  public  hearings  and  environmental  review,  including  by  the  SFPUC  and  the  City's 
Board  of  Supervisors;  and 

WHEREAS,  Nothing  in  this  resolution  commits,  or  shall  be  deemed  to  commit,  the 
SFPUC  or  any  other  public  agency  to  approve  the  levels  of  service  or  implement  any  proposed 
project,  and  this  Commission  will  not  do  so,  until  environmental  review  of  the  project  as 
required  under  CEQA  and,  if  applicable,  NEPA,  has  been  completed.  The  Commission  is 
endorsing  the  levels  of  service  in  order  to  facilitate  technical  analysis,  planning,  design  and 
environmental  review  for  the  consideration  of  the  Commission;  further,  the  Commission  and  any 
other  public  agency  with  jurisdiction  over  any  part  of  such  projects  each  shall  have  the  absolute 
discretion  before  approving  such  projects  to:  (i)  make  such  modifications  as  may  be  necessary  to 
mitigate  significant  environmental  impacts;  (ii)  select  other  feasible  alternatives  to  avoid  or 
substantially  reduce  significant  environmental  impacts;  (iii)  require  the  implementation  of 
specific  measures  to  mitigate  any  specific  impacts;  (iv)  balance  the  benefits  against  significant 
environmental  impacts  before  taking  final  action  if  such  significant  impacts  carmot  otherwise  be 
avoided;  or  (v)  determine  whether  or  not  to  proceed  with  such  projects;  now,  therefore,  be  it 

RESOLVED,  That  the  San  Francisco  Public  Utilities  Commission  hereby  endorses  the 
Sewer  System  Improvement  Program  revised  Goals  and  Levels  of  Service;  and  be  it 

FURTHER  RESOLVED,  That  the  San  Francisco  Public  Utilities  Commission  hereby 
validates  the  Staffs  project  scope  and  phased  implementation  process  that  will  use  integrated 
watershed  assessment  and  triple  bottom  line  evaluations  to  develop  $6.9  billion  of  proposed 
sewer  system  capital  improvement  projects  that  will  achieve  SfTUC's  utility  service  objectives; 
and  be  it 

FURTHER  RESOLVED,  That  the  San  Francisco  Public  Utilities  Commission  hereby 
authorizes  Staff  to  proceed  with  planning  and  developing  the  proposed  Phase  1  projects  of  the 
Sewer  System  Improvement  Program,  representing  $2.7  billion  of  total  costs;  and  directs  staff  to 


return  to  the  Commission  after  key  project  milestones  have  been  met,  and  ultimately  for  project 
review  and  approval,  following  environmental  review  of  proposed  projects  for  the  improvement 
of  the  Wastewater  Enterprise;  and  be  it 

FURTHER  RESOLVED,  That  SFPUC  staff  should  consider  and  evaluate  whether 
appropriate  proposed  projects  could  be  planned  and  implemented  as  renewal  and  rehabilitation 
projects,  rather  than  as  Sewer  System  Improvement  Program  capital  improvement  projects,  and 
provide  a  timely  report  to  the  Commission  on  its  findings  and  conclusions. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  28  2012  


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  Power  Sewer 


Services  of  the  San  Francisco  Public  Utilities  Commission 


SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 
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Tuesday,  September  11,  2012 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.ora 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.aranicus.com/'ViewPublisher.php?view  id=22 


Ed  Harrington 

General  Manager 


Donna  Hood 

Secretary 


Disability  Access 


The  Public  Utilities  Commission  meeting  will  be  field  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  1 9  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood@sfwater.ora.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that ' 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfaov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfaov.ora. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the 
meeting  room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other 
similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfaov.ora/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  August  28,  2012 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Hetch  Hetchy  Water  and  Power  Enterprise  Capital  Improvement  Quarterly 
Reports 

b)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

c)  Advance  Calendar 

d)  Letter  Summary 

6.  Other  Commission  Business 

a)  Discussion  and  possible  action  to  approve  the  terms  of  an  employment  contract, 
pursuant  to  San  Francisco  Charter  Section  8B.126  (a),  between  the  San 
Francisco  Public  Utilities  Commission  and  Harlan  Kelly  Jr.  for  the  position  of 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission  and  authorize 
the  President  of  the  Commission  to  execute  the  contract. 

b)  Recognition  of  Edward  Harrington  for  his  28  years  of  distinguished  service  to  the 
City  and  County  of  San  Francisco. 

7.  Report  of  the  General  Manager 

a)  WSIP  Update 

b)  Recognition  of  525  Golden  Gate  Team 

THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF 
PUBLIC  UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
1155  Market  Street,  11'^  Floor,  San  Francisco,  CA  94103,  Telephone:  (415)  554-3165, 
Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 


unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)  Accept  work  performed  by  Ranger  Pipelines  Inc.  for  Contract  WD-2541  Bay 
Division  Pipeline  No.  5  -  East  Bay  Reaches;  Approve  Modification  No.  1  (Final),  to 
address  final  quantities  and  costs  associated  with  relocation  of  the  pipeline  to 
avoid  an  underground  obstruction  at  Sycamore,  additional  environmental 
mitigation,  and  additional  restoration,  increasing  the  contract  by  $22,241,995  for 
a  total  contract  amount  of  $83,800,000,  and  with  a  time  extension  of  129 
consecutive  calendar  days  for  a  total  contract  duration  of  891  consecutive 
calendar  days;  and  authorize  final  payment.  (Labonte) 

b)  Approve  the  plans  and  specifications,  and  award  Contract  WW-553,  As-Needed 
Main  Sewer  Replacement,  for  a  total  contract  amount  not-to-exceed 
$2,983,550,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Harty 
Pipelines,  to  perform  as-needed  main  sewer  replacement  at  locations  to  be 
determined  in  San  Francisco.  (Moala) 

c)  Approve  Modification  No.4  to  Contract  WD-2559R,  San  Francisco  Public 
Utilities  Commission  Administration  Building,  with  Webcor  Construction,  LP,  and 
authorize  the  General  Manager  to  execute  this  amendment  to  complete  the  work 
including  the  punch  list  and  obtain  the  final  acceptance  of  the  project  under 
Administrative  Code  section  6.22(K),  extending  the  duration  for  final 
completion  by  120  consecutive  calendar  days  for  a  total  of  180  consecutive 
calendar  days.  (Kelly,  Jr.) 

d)  Approve  Amendment  No.  7  to  Agreement  CS-842,  Architectural  and 
Engineering  Design  Services  for  the  San  Francisco  Public  Utilities  Commission 
Administration  Building,  with  KMD/Stevens  +  Associates,  a  joint  venture  of 
architects,  the  partners  of  which  are  Kaplan  McLaughlan  Diaz  and  Stevens  + 
Associates,  to  complete  remaining  phases  of  work;  and  authorize  the  General 
Manager  to  negotiate  and  execute  an  amendment,  extending  the  duration  of 
the  agreement  by  one  year,  for  a  total  agreement  duration  of  six  years  and 
10.5  months,  with  no  increase  to  the  agreement  amount.  (Kelly,  Jr.) 

e)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
a  Revocable  Permit  with  the  Palo  Alto  Unified  School  District,  as  permittee,  for 
the  installation  of  nine  subsurface  conduits  to  house  electric  feeders  and  low 
voltage  supporting  infrastructure  for  Permittee's  new  gymnasium  located  at  Gunn 
High  School  in  Palo  Alto,  California,  for  a  month-to-month  term  not  to  exceed 
five  years,  and  with  an  annual  use  fee  of  $2,500.  (Russell) 

f)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  enter 
into  a  lease  with  the  Verba  Family  Limited  Partnership/OB-1  Associates,  a 

California  general  partnership  acting  through  George  P.  Yerby,  for  the  use  of 
approximately  4,000  rentable  square  feet  of  space  at  5  Thomas  Mellon  Circle  in 
San  Francisco,  for  the  rental  rate  of  $8,000  per  month,  for  the  SFPUC  to  operate 
a  Contractors  Assistance  Center.  (Russell) 


REGULAR  BUSINESS 


9.  Informational  hearing  and  possible  adoption  of  a  SFPUC  Technology  Policy,  a  policy 
statement  that  would  guide  SFPUC  consideration  and  assessment  of  beneficial 
technologies  and  innovation  in  both  operations  and  capital  investments. 

(Rydstrom) 

10.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Agreement  with 
the  United  States  Department  of  Agriculture,  Forest  Service  for  an  amount  not 
to  exceed  $1,188,805,  and  with  a  duration  of  five  years,  to  provide  comprehensive 
management  of  Cherry  Reservoir  watershed  as  well  as  security  for  SFPUC  facilities 
within  National  Forest  lands.  (Ritchie) 

1 1.  Approve  SFPUC  2011  Power  Source  Disclosure  Report  to  California  Energy 
Commission,  a  report  required  by  State  law  which  is  to  disclose  the  electricity 
sources  used  to  serve  SFPUC  Power  end-use  electric  customers.  The  201 1  Report 
discloses  that  the  electricity  sources  used  to  serve  SFPUC  Power  end-use  electric 
customers  was  greenhouse  gas-free  and  renewable.  (Hale) 

12.  Public  comments  on  matters  to  be  discussed  in  Closed  Session 

13.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION 


The  Public  Utilities  Commission  will  go  into  Closed  Session  to  discuss  the 
following: 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (b)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

Anticipated  Litigation  -  As  Defendant  (Furman) 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(c)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

Anticipated  Litigation  -  As  Plaintiff  (Ambrose) 

1 6.  Pursuant  to  Government  Code  Section  54957  and  San  Francisco  Administrative 
Code  Section  67.10(b),  to  consider  public  employee  appointment/hiring  for  the 
position  of  General  Manager  of  the  San  Francisco  Public  Utilities  Commission;  and 
Pursuant  to  Government  Code  Section  54954.5(f)  and  Administrative  Code 
Section  67.8(a)(5). 


Conference  with  Labor  Negotiator,  Unrepresented  Employee 

City  Negotiator 

Commission  President  Anson  Moran 
Unrepresented  Employee 

General  Manager,  San  Francisco  Public  Utilities  Commission 

Anticipated  issues  under  negotiation: 

•  Wages 

•  Hours 

•  Benefits 

•  Working  conditions 

•  Other 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session. 

17.  Announcement  following  closed  session 

18.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

19.  Other  new  business 
ADJOURNMENT 


San  Francisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  utilities  Commission 
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1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:37  PM. 

2.  Roll  Call 

Present:  Moran,  Torres,  Victor  and  Courtney 
Excused:  Caen 

3.  Approval  of  Minutes  of  Auoust  28.  2012 

On  Motion  to  approve  the  minutes  of  August  28,  2012 
AYES:  Moran,  Torres,  Vietor  and  Courtney 

4.  Public  Comment 
No  public  comment. 

5.  Communications 

a)  Hetch  Hetchy  Water  and  Power  Enterprise  Capital  Improvement  Quarterly 
Reports 

b)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

c)  Advance  Calendar 

d)  Letter  Summary 

Public  Comment 
No  public  comment. 

6.  Other  Commission  Business 

Commissioner  Vietor  inquired  about  the  scheduling  of  a  joint  meeting  between  the 
SFPUC  and  the  Environment  Commission.  She  requested  that  staff  coordinate  with 
Environment  staff  and  return  with  a  proposed  date  and  draft  agenda  for  further 
discussion. 

a)  Discussion  and  possible  action  to  approve  the  terms  of  an  employment  contract, 
pursuant  to  San  Francisco  Charter  Section  8B.126  (a),  between  the  San 
Francisco  Public  Utilities  Commission  and  Harlan  Kellv  Jr.  for  the  position  of 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission  and  authorize 
the  President  of  the  Commission  to  execute  the  contract.  (Resolution  12-0168) 

President  l\Aoran  stated  that  notice  of  "commission  action  tal<en  in  closed  session 
meeting  of  the  San  Francisco  Public  Utilities  Commission  meeting  of  July  24,  2012" 
was  posted  with  the  Commission  Secretary  10  days  prior  to  the  meeting,  pursuant  to 
Government  Code  Section  54957. 1(a)  and  Administrative  Code  Section  67. 12(b)(4). 
He  indicated  that  the  contract  closely  follows  MEA  contracts  with  a  term  of  five 
years,  with  a  possible  re-opener  at  the  end  of  two  years.  Charter  language  was 
included  that  permits  a  performance  incentive  program  and  a  provision  for  the 
accrual  of  sick  pay,  and  with  a  salary  the  same  as  Mr.  Harrington. 

Commissioner  Vietor  noted  that  the  term  in  the  contract  indicated  a  term  of  three 
years,  rather  than  five.  President  Moran  noted  that  three  years  was  not  the 
agreement.  Deputy  City  Attorney  Ambrose  concurred  and  stated  that  she  would 


the  Commission's  outstanding  wastewater  revenue  bonds  (including  certain  outstanding 
State  Revolving  Fund  loans  used  to  finance  various  capital  projects  benefiting  the 
Wastewater  Enterprise),  provided  that  such  Refunding  Bonds  (i)  satisfy  the  applicable 
requirements  of  the  Indenture  and  the  City's  policies  and  procedures  for  refunding  bonds, 
and  (ii)  are  authorized  to  be  issued  under  Section  9.109  of  the  Charter  and  California 
Government  Code  Sections  53580  et  seq.  (including  any  related  ordinances  and 
resolutions);  and  (b)  paying  costs  of  issuance  of  the  Refunding  Bonds.  If  determined  to 
be  beneficial  to  the  Commission  by  the  General  Manager,  with  the  advice  of  Public 
Resources  Advisory  Group  and  Kitahata  &  Company  (the  "Financial  Advisors"),  the 
Refunding  Bonds  may  also  be  issued  for  the  secondary  purposes  of  providing  funds  for 
(y)  the  credit  enhancement  of  any  Refunding  Bonds  (including  without  limitation  bond 
insurance  policies  and/or  reserve  fund  surety  bonds  or  insurance  policies),  and  (z)  the 
funding  of  debt  service  reserves  for  the  Refunding  Bonds,  if  any. 

The  issuance  of  the  New  Money  Bonds,  in  one  or  more  series  and  on  one  or  more 
dates,  in  an  aggregate  principal  amount  not  to  exceed  $420,000,000,  is  hereby  authorized 
and  approved  by  the  Commission  (subject  to  Board  approval),  pursuant  to  Article  VIIIB 
of  the  Charter  of  the  City,  Ordinance  No.  93-10  and  Ordinance  No.  115-12  and  subject  to 
the  limitations  and  conditions  provided  herein.  The  New  Money  Bonds  may  be  issued 
for  the  purpose  of  (a)  financing  or  refinancing  (through  the  retirement  of  commercial 
paper  notes)  various  capital  projects  benefiting  the  Wastewater  Enterprise  (including 
reimbursing  the  Commission  for  certain  capital  costs  previously  paid  with  the  proceeds  of 
wastewater  commercial  paper  notes  or  other  moneys),  as  may  be  determined  by  the 
General  Manager,  (b)  financing  capitalized  interest  and  (c)  paying  costs  of  issuance  of  the 
New  Money  Bonds.  If  determined  to  be  beneficial  to  the  Commission  by  the  General 
Manager,  with  the  advice  of  the  Financial  Advisors,  the  New  Money  Bonds  may  also  be 
issued  for  the  secondary  purposes  of  providing  funds  for  (i)  the  credit  enhancement  of 
any  New  Money  Bonds  (including  without  limitation  bond  insurance  policies  and/or 
reserve  fund  surety  bonds  or  insurance  policies),  and  (ii)  the  funding  of  debt  service 
re.serves  for  the  New  Money  Bonds,  if  any. 

The  Bonds  shall  be  issued  in  accordance  with  this  resolution,  the  Indenture  and  the 
Charter.  The  General  Manager  is  hereby  authorized  and  directed  to  determine  the 
aggregate  principal  amount  of  Bonds  to  be  issued  from  time  to  time  (subject  to  the 
maximum  amount  and  further  limitations  and  conditions  set  forth  herein)  and  to 
determine  the  various  titles  and  series  designations  of  the  Bonds.  The  Bonds  may  be 
issued  as  tax-exempt  bonds  or  taxable  bonds,  or  any  combination  thereof.  The  forms  of 
the  Bonds,  in  substantially  the  forms  set  forth  in  the  forms  of  the  Supplemental 
Indentures  presented  to  this  meeting,  are  hereby  approved.  The  General  Manager  of  the 
Commission  is  hereby  authorized  and  directed  to  approve  and  to  execute  the  Bonds  by 
manual  or  facsimile  signature,  and  the  Secretary  of  the  Commission  is  hereby  authorized 
and  directed  to  attest,  by  manual  or  facsimile  signature,  with  such  changes,  additions, 
amendments  or  modifications  thereto  which  they  may  approve  with  the  advice  of  the  City 
Attorney,  such  approval  to  be  conclusively  evidenced  by  the  execution  and  delivery  of 
the  Bonds,  subject  to  the  limitations  set  forth  in  Section  2  hereof. 


Section  2.  Sale  of  the  Bonds.  The  sale  of  the  Bonds,  in  one  or  more  series  and  on 
one  or  more  dates,  is  hereby  authorized  and  approved  by  the  Commission,  subject  to 
Board  approval  pursuant  to  the  Charter  and  (in  the  case  of  Refunding  Bonds.  California 
Government  Code  Sections  53580  et  seq.)  and  subject  to  the  limitations  and  conditions 
provided  herein.  The  Commission  hereby  delegates  to  the  General  Manager  the  authority 
to  determine,  with  the  advice  of  the  Financial  Advisors,  whether  to  sell  the  Bonds  from 
time  to  time  by  negotiated  sale  or  competitive  sale,  provided  that  the  General  Manager 
shall  not  approve  the  sale  of  the  Bonds  on  a  negotiated  basis  until  he  determines,  upon 
consultation  with  the  Financial  Advisors,  that  (i)  the  sale  of  the  Bonds  through  a 
negotiated  process  is  likely  to  enhance  the  ability  of  the  Commission  to  timely  sell  the 
Bonds  or  to  achieve  a  lower  overall  cost  to  the  Commission,  or  both,  and  (ii)  the 
requirements  of  Section  VIII  of  the  Commission's  Debt  Management  Policies  and 
Procedures,  as  the  same  may  have  been  amended  and  in  effect  at  the  time  of  such 
determination,  have  been  satisfied.  The  interest  rate  or  rates  on  the  Bonds  shall  not 
exceed  twelve  percent  (12%)  and  the  final  maturity  of  any  Bonds  shall  not  be  later  than 
40  years  after  the  issue  date  thereof. 

Section  3.  Escrow  Agreements.  The  proposed  form  of  Escrow  Agreement 
submitted  to  this  Commission,  and  the  terms  and  conditions  thereof,  is  hereby  approved. 
In  order  to  implement  any  refunding  authorized  herein,  the  General  Manager  or  his 
designee  is  hereby  authorized  to  enter  into  one  or  more  Escrow  Agreements  with  the 
tmstee  of  the  wastewater  revenue  bonds  to  be  refunded,  substantially  in  the  form 
presented  to  this  meeting  and  on  file  with  the  Secretary  of  the  Commission,  with  such 
changes  and  additions  as  the  General  Majiager  may  approve  upon  consultation  with  the 
City  Attorney,  each  such  approval  to  be  evidenced  conclusively  by  the  delivery  to  the 
trustee  of  such  Escrow  Agreement.  The  Secretary  of  the  Commission  is  directed  to  file  a 
copy  of  said  form  of  Escrow  Agreement  with  the  minutes  of  this  meeting. 

Section  4.  Disposition  of  Revenues:  Rate  Covenant.  Section  5.01(c)  of  the 
Indenture,  which  sets  forth  the  disposition  of  Revenues  (as  defined  in  the  Indenture) 
apphcable  to  the  Bonds  relating  to  the  Wastewater  Enterprise  is  hereby  confirmed  by  the 
Commission  and  the  Commission  further  confirms,  pledges  and  covenants  with  the 
holders  of  the  Bonds  that  the  Revenues  shall  be  appropriated  and  expended  in  the  order 
of  priority  set  forth  in  Section  5.01(c)  of  the  Indenture,  as  the  same  may  be  amended  from 
time  to  time.  This  Commission  also  declares  that  the  Commission  will  comply  with  all  of 
the  terms,  provisions  and  covenants  contained  in  the  Indenture,  as  the  same  may  be 
amended  from  time  to  time,  including  the  covenants  to  establish,  fix,  prescribe  and 
collect  rates,  fees  and  charges  sufficient  to  enable  the  Commission  to  comply  with  the 
terms,  conditions  and  covenants  of  the  Indenture. 

Section  5.  Supplemental  Indentures.  The  proposed  forms  of  Supplemental 
Indentures  for  the  Refunding  Bonds  and  the  New  Money  Bonds  submitted  to  this 
Commission,  and  the  terms  and  conditions  thereof,  are  hereby  approved.  The  General 
Manager  of  the  Commission  or  their  designees  are  authorized  and  directed  to  execute  and 
deliver  and  the  Secretary  of  the  Commission  or  the  designee  thereof  is  authorized  to  attest 
one  or  more  Supplemental  Indentures  in  such  forms,  with  such  additions  thereto  or 
changes  therein  which  they  may  approve  with  the  advice  of  the  City  Attorney,  such 


approval  to  be  conclusively  evidenced  by  the  execution  and  delivery  of  such 
Supplemental  hidentures.  The  Secretary  of  the  Commission  is  directed  to  file  a  copy  of 
each  form  of  Supplemental  Indenture  with  the  minutes  of  this  meeting.  Subject  to  the 
further  limitations  hereof,  the  principal  amount,  date,  maturity  date  or  dates,  maximum 
interest  rate  or  rates,  series  designation,  interest  payment  dates,  forms,  registration 
privileges,  place  or  places  of  payment,  terms  of  redemption,  insurance  provisions  and 
other  terms  of  the  Bonds  shall  be  as  provided  in  the  Indenture. 

Section  6.  Preliminary  Official  Statements  and  Official  Statements.  The 
Preliminary  Official  Statement  for  the  Refunding  Bonds  (the  "Reftinding  POS")  and  the 
Preliminary  Official  Statement  for  the  New  Money  Bonds  (the  "New  Money  POS"  and 
together  with  the  Refunding  POS,  the  "Preliminary  Official  Statements"),  in  substantially 
the  forms  submitted  to  the  Commission,  are  hereby  approved,  and  the  General  Manager 
or  the  General  Manager's  designee  is  hereby  authorized  to  certify  from  time  to  time,  for 
and  on  behalf  of  the  Commission,  that  each  Preliminary  Official  Statement,  with  such 
changes,  additions  and  supplements  as  they  may  deem  necessary  or  appropriate  in  the 
interest  of  the  Commission,  in  consultation  with  the  City  Attorney,  is  deemed  final  as  of 
its  date,  within  the  meaning  of  Rule  15c2-12  (except  for  the  omission  of  certain  final 
pricing,  rating  and  related  information  as  permitted  by  Rule  15c2-12).  The  Refunding 
POS  and  the  New  Money  POS  are  hereby  authorized  to  be  used  from  time  to  time  in 
connection  with  the  marketing  of  the  Refunding  Bonds  and  the  New  Money  Bonds, 
respectively,  and  the  Official  Notice  of  Sale  for  the  Bonds,  if  applicable.  In  connection 
with  the  sale  of  all  or  a  portion  of  the  Bonds,  the  General  Manager  is  hereby  authorized 
and  directed,  for  and  on  behalf  of  the  Commission,  to  execute  one  or  more  Official 
Statements  for  such  Bonds,  in  substantially  the  form  of  the  Refunding  POS  and  New 
Money  POS.  as  applicable,  and  to  cause  the  delivery  of  such  Official  Statement  to  the 
purchasers  of  the  Refunding  Bonds  and  the  New  Money  Bonds,  respectively. 

Section  7.  Competitive  Sale:  Official  Notice  of  Sale.  If  the  General  Manager 
determines  to  sell  all  or  a  portion  of  the  Bonds  by  competitive  sale  firom  time  to  time,  the 
proposed  form  of  Official  Notice  of  Sale  inviting  bids  for  such  Bonds,  submitted  to  this 
Commission,  is  hereby  approved,  and  the  Financial  Advisors  are  hereby  authorized  and 
directed  to  disseminate  the  Official  Notice  of  Sale  to  prospective  bidders  in  connection 
with  each  sale  of  Bonds,  with  such  additions,  changes  and  corrections  thereto  as  the 
General  Manager  shall  approve  with  the  advice  of  the  City  Attorney,  such  approval  to  be 
conclusively  evidenced  by  the  dissemination  thereof  to  prospective  bidders.  In  a 
competitive  sale,  sealed  proposals  shall  be  received  on  such  date  or  dates  as  shall  be 
selected  and  changed  as  necessary  by  the  General  Manager  for  the  purpose  of  the  sale  of 
the  Bonds,  in  accordance  with  the  terms  and  conditions  of  the  applicable  Official  Notice 
of  Sale.  In  a  competitive  sale,  the  General  Manager  is  hereby  authorized  to  award  the 
Bonds  to  be  sold  to  the  highest  responsible  bidder,  so  long  as  such  bid  shall  provide  a  tnie 
interest  cost  to  the  Commission  of  not  to  exceed  twelve  percent  (12%)  per  annum,  and 
the  price  to  be  paid  to  the  Commission  for  such  series  of  Bonds  shall  not  be  less  than  the 
par  value  thereof,  less  a  total  discount  of  not  to  exceed  five  percent  (5%).  If  such  true 
interest  cost  and  price  are  acceptable  to  the  General  Manager  and  satisfy  the  foregoing 
criteria,  the  General  Manager  is  hereby  authorized  and  directed  to  accept,  on  behalf  of  the 
Commission,  the  best  responsive  bid  for  such  series  of  Bonds.   The  Secretary  of  the 


Commission  is  directed  to  file  a  copy  of  the  proposed  form  of  Official  Notice  of  Sale 
with  the  mimites  of  this  meeting. 

Sections.  Notice  of  Intention.  The  proposed  form  of  Notice  of  Intention, 
submitted  to  this  Commission,  is  hereby  approved.  If  the  General  Manager  determines  to 
sell  all  or  a  portion  of  the  Bonds  by  competitive  sale,  the  General  Manager  is  hereby 
authorized  and  directed  to  cause  a  Notice  of  Intention,  subject  to  such  coirections, 
revisions  or  additions  a.s  may  be  approved  by  the  General  Manager  (such  approval  to  be 
conclusively  evidenced  by  the  publication  thereof),  to  be  published  once  at  least  ten  (10) 
days  before  the  date  of  sale  of  the  applicable  series  of  Bonds  in  a  newspaper  of  general 
circulation  in  the  City  and  the  Commission's  service  area,  and  in  a  publication  generally 
circulated  throughout  the  state  or  reasonably  expected  to  be  disseminated  among 
prospective  bidders  for  the  Bonds.  The  Secretary  of  the  Commission  is  directed  to  file  a 
copy  of  said  form  of  Notice  of  Intention  with  the  minutes  of  this  meeting. 

Section  9.  Negotiated  Sale:  Bond  Purchase  Contract.  If  the  General  Manager 
determines  to  sell  all  or  a  portion  of  the  Bonds  by  negotiated  sale  from  time  to  time 
pursuant  to  the  authority  granted  in  Section  2  hereof,  the  General  Manager  is  hereby 
authorized  to  select  and  appoint  one  or  more  underwriters  (each,  an  "Underwriter"  and, 
collectively,  the  "Underwriters")  from  the  Commission's  or  the  City's  pool  of 
prequalified  underwriters  in  accordance  with  the  City's  policies  and  procedures  with 
respect  thereto,  subject  to  the  limits  on  underwriter  compensation  set  forth  below.  The 
General  Manager  is  hereby  authorized  and  directed,  for  and  on  behalf  of  and  in  the  name 
of  the  Commission,  to  sell  at  one  or  more  negotiated  sales.  Bonds  in  such  aggregate 
principal  amount  as  the  General  Manager  may  determine,  subject  to  the  further 
limitations  and  conditions  hereof.  The  General  Manager  or  his  designee  is  hereby 
authorized  to  enter  into  a  Bond  Purchase  Contract  with  one  or  more  of  the  Underwriters, 
individually  or  collectively  as  the  General  Manager  deems  appropriate,  substantially  in 
the  form  presented  at  this  meeting  and  on  file  widi  the  Secretary  of  the  Commission,  with 
such  changes  and  additions  as  the  General  Manager  may  approve  upon  consultation  with 
the  City  Attorney,  such  approval  to  be  evidenced  conclusively  by  the  execution  and 
delivery  of  each  such  Bond  Purchase  Contract;  provided,  however,  that  the  total 
compensation  to  the  Underwriters  shall  not  exceed  one  percent  (1%)  of  the  par  value  of 
the  Bonds.  Bonds  sold  in  a  negotiated  sale  shall  be  delivered  to  the  Underwriters  upon 
payment  of  the  purchase  price  agreed  upon  in  the  applicable  Bond  Purchase  Contract, 
together  with  accrued  interest,  if  any. 

Section  10.  Continuing  Disclosure  Certificate.  The  proposed  form  of  Continuing 
Disclosure  Certificate  for  the  Bonds,  submitted  to  this  Commission,  is  hereby  approved. 
The  General  Manager  or  the  General  Manager's  designee  is  hereby  authorized  and 
directed  to  execute  the  Continuing  Disclosure  Certificate  for  the  Bonds  from  time  to  time, 
substantially  in  the  form  submitted  to  this  Commission,  with  such  additions,  changes  and 
corrections  thereto  as  the  General  Manager  or  the  designee  thereof  shall  approve  with  the 
advice  of  the  City  Attorney,  such  approval  to  be  conclusively  evidenced  by  the  execution 
and  delivery  of  such  Continuing  Disclosure  Certificate.  The  Secretary  of  the 
Commission  is  directed  to  file  a  copy  of  said  form  of  Continuing  Disclosure  Certificate 
with  the  minutes  of  this  meeting. 


Section  U.  Proposition  P.  Pursuant  to  Proposition  P  approved  by  the  voters  of 
the  City  in  November  2002,  this  resolution  and  the  Bonds  (excluding  the  Refunding 
Bonds)  are  subject  to,  and  incorporate  by  reference,  the  Proposition  P  Requirements. 
Pursuant  to  the  Proposition  P  Requirements,  to  the  extent  permitted  by  law,  one-twentieth 
of  one  percent  (0.05%)  of  the  gross  proceeds  of  the  Bonds  (excluding  the  Refunding 
Bonds)  shall  be  deposited  in  a  fund  established  by  the  Controller's  Office  and 
appropriated  by  the  Board  at  the  direction  of  the  Public  Utilities  Revenue  Bond  Oversight 
Committee  established  by  Proposition  P  Requirements  to  cover  the  costs  of  said 
committee. 

Section  12.  Reimbursement.  Pursuant  to  the  Reimbursement  Resolution,  the 
Commission  has  declared  its  intent  to  reimburse  itself  with  the  proceeds  of  the  Bonds  for 
the  Expenditures.  The  Commission  reasonably  expected  on  the  date  of  die 
Reimbursement  Resolution  that  it  will  reimburse  the  Expenditures  with  the  proceeds  of 
the  Bonds.  The  declaration  made  in  the  Reimbursement  Resolution  is  consistent  with  the 
intent  evidenced  in  the  Consolidated  Budget. 

Section  13.  Expenditures.  Each  Expenditure  was  and  will  be  either  (a)  of  a  type 
properly  chargeable  to  a  capital  account  under  general  federal  income  tax  principles 
(determined  in  each  ca.se  as  of  the  date  of  the  Expendimre),  (b)  a  cost  of  issuance  with 
respect  to  the  Bonds,  (c)  a  nonrecurring  item  that  is  not  customarily  payable  from  current 
revenues,  or  (d)  a  grant  to  a  party  that  is  not  related  to  or  an  agent  of  the  Commission  so 
long  as  such  grant  does  not  impose  any  obligation  or  condition  (directly  or  indirectly)  to 
repay  any  amount  to  or  for  the  benefit  of  the  Commission. 

Section  14.  Allocation.  The  Commission  will  make  a  reimbursement  allocation, 
which  is  a  written  allocation  by  the  Commission  that  evidences  the  Commission's  use  of 
proceeds  of  the  Bonds  to  reimburse  an  Expenditure,  no  later  than  18  months  after  the 
later  of  the  date  on  which  an  Expenditure  is  paid  or  the  capital  project  to  which  the 
Expenditure  relates  is  placed  in  service  or  abandoned,  but  in  no  event  more  than  three 
years  after  the  date  on  which  the  Expenditure  is  paid.  The  Commission  recognizes  that 
exceptions  are  available  for  certain  "preliminary  expenditures,"  costs  of  issuance,  certain 
de  minimis  amounts,  and  expenditures  for  construction  projects  of  at  least  5  years. 

Section  15.  General  Authority.  The  General  Manager,  the  Deputy  General 
Manager  and  Chief  Operating  Officer  and  the  Assistant  General  Manager,  Business 
Services  and  Chief  Financial  Officer,  of  the  Commission  and  the  officers  of  the  City  are 
hereby  authorized  and  directed,  each  acting  alone,  for  and  in  the  name  and  on  behalf  of 
this  Commission,  to  execute  and  deliver  any  and  all  documents,  certificates  and 
representations,  including,  but  not  limited  to,  signature  certificates,  no-litigation 
certificates,  tax  certificates,  letters  of  representation  relating  to  book-entry  registration, 
custody  agreements,  filing  agent  agreements,  and  certificates  concerning  the  contents  of 
the  Official  Statements  and  the  Preliminary  Official  Statements,  to  contract  for  municipal 
bond  insurance  for  all  or  a  portion  of  the  Bonds  if  determined  by  the  General  Manager, 
with  the  advice  of  the  Financial  Advisors,  to  be  beneficial  to  the  Commission,  to  contract 
for  one  or  more  surety  bonds  or  insurance  policies  for  the  debt  service  reserves,  if  any, 
for  the  Bonds  if  determined  by  the  General  Manager,  with  the  advice  of  the  Financial 


Advisors,  to  be  beneficial  to  the  Commission,  to  do  any  and  all  things  and  take  any  and 
all  actions  which  may  be  necessary  or  advisable,  in  their  discretion,  to  effectuate  the 
issuance  and  sale  of  the  Bonds,  the  financing  or  refinancing  of  the  capital  projects 
benefiting  the  Wastewater  Enterprise,  the  refunding  of  outstanding  wastewater  revenue 
bonds  or  commercial  paper,  and  the  other  actions  which  the  Commission  has  approved  m 
this  resolution.  The  General  Manager  is  authorized  to  delegate  any  of  the  responsibilities 
or  duties  set  forth  in  this  resolution  to  the  Deputy  General  Manager  and  Chief  Operatmg 
Officer  or  to  the  Assistant  General  Manager,  Business  Services  and  Chief  Financial 
Officer,  of  the  Commission. 

Section  16.  Ratification.  All  actions  heretofore  taken  by  the  officials,  employees 
and  agems  of  the  Commission  with  respect  to  the  authorization,  sale  and  issuance  of  the 
Bonds  are  hereby  approved,  confirmed  and  ratified. 

Section  17.  Effective  Date.  This  resolution  shall  take  effect  from  and  after  its 
adoption. 


PASSED  AND  ADOPTED  on  2012,  by  the  following  vote: 

AYES:  3 

NOES:  0 

ABSENT:  ^ 

President  of  the  Public  Utilities  Commission 
of  the  City  and  County  of  San  Francisco 

Attest: 

/V/f  ,  / 

i    i  ^  •   A.  „  '■     A  /  ' 

Secretary  of  the  Public  Utilities  Commission 
of  ihe  City  and  County  of  San  Francisco 

APPROVED  AS  TO  FORM: 
DENNIS  J.  HERRERA,  City  Attorney 


By: 


Mark  D.  Blake 
Deputy  City  Attorney 


CERTIFICATE  OF  SECRETARY 


I,  Donna  Hood,  Secretary  of  the  Public  Utilities  Commission  of  the  City  and  County  of 
San  Francisco,  hereby  certify  that  the  foregoing  is  a  full,  taie  and  correct  copy  of  Resolution  No. 
\  "  0    '  ■■  '    duly  adopted  at  the  regular  meeting  of  the  Public  Utilities  Commission,  duly  and 

regularly  held  on  i  ^  ■  ^  3  ,  2012,  of  which  meeting  all  of  the  members  of  said 

Commission  had  due  notice. 

I  further  certify  that  at  least  72  hours  prior  to  such  meeting  I  caused  to  be  delivered  to  the 
Documents  Department  of  the  San  Francisco  Public  Library  two  copies  of  the  agenda  for  such 
meeting  to  be  posted  immediately  upon  receipt  by  such  Department  at  the  place  designated  by 
the  City  Librarian  for  the  posting  of  agenda  in  the  central  public  library,  which  place  is 
accessible  to  the  public  in  accordance  with  Section  8. 16  of  the  Administrative  Code  of  the  City 
and  County  of  San  Francisco,  and  that  a  brief  description  of  such  resolution  appeared  as  an  item 
on  such  agenda. 

I  further  certify  that  1  have  carefully  compared  the  foregoing  copy  with  the  original 
minutes  of  said  meeting  on  file  and  of  record  in  my  office;  that  said  copy  is  a  full,  ime  and 
correct  copy  of  the  original  resolution  adopted  at  said  meeting  and  entered  in  said  minutes;  and 
that  said  resolution  has  not  been  amended,  modified  or  rescinded  in  any  manner  since  the  date  of 
its  adoption,  and  the  same  is  now  in  full  force  and  effect. 

IN  WITNESS  WHEREOF,  I  have  executed  this  certificate  of  the  Public  Utilities 

Commission  of  the  City  and  County  of  San  Francisco  thereto  this  JjL  day  of  ^  ^  '  ■ "  ' 

2012,  .r\ 


donna  Hood 

Secretary  of  the  Public  Utilities  Commission  of  the 
City  and  County  of  San  Francisco 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0158 


and 


WHEREAS,  Ed  Harrington  has  served  the  people  of  San  Francisco  for  the  past  28  years; 


WHEREAS,  Ed  Harrington  worked  at  the  San  Francisco  PubHc  Utilities  Commission 
(SFPUC)  from  1984  to  1991  in  the  Finance  Department  and  in  that  time  advanced  to  being  an 
Assistant  General  Manager  at  the  SFPUC;  and 

WHEREAS,  In  1991  Mayor  Art  Agnos  appointed,  and  in  2000  Mayor  Willie  Brown 
reappomted  Ed  Harrington  to  serve  as  Controller  of  San  Francisco  where  he  established 
fmancially-sound  City  operations  and  advised  four  mayors,  many  members  of  the  Board  of 
Supervisors,  and  countless  department  heads,  commissioners,  and  administrators  on  City 
financial  issues;  and 

WHEREAS,  After  serving  the  City  with  honor  and  distinction  as  Controller  for  17  years 
Ed  Harrmgton  was  nominated  by  this  Commission,  and  appointed  by  Mayor  Gavin  Newsom  to 
serve  as  General  Manager  of  the  SFPUC  in  March,  2008;  and 

WHEREAS,  During  his  tenure  as  General  Manager,  Ed  Harrington  used  his  exceptional 
financial  management,  extensive  knowledge  of  City  operations,  outstanding  leadership  and 
commitment  to  community  improvement  to  guide  the  SFPUC  through  a  period  of  unprecedented 
success  across  the  Water,  Wastewater  and  Power  Enterprises;  and 

WHEREAS,  Ed  Harrington  has  overseen  the  implementation  of  the  $4.6  billion  Water 
System  Improvement  Program  (WSIP)  which  seismically  upgrades,  repairs,  and  replaces  key 
components  of  the  Hetch  Hetchy  Regional  Water  System,  greatly  improving  water  service 
reliability;  and 

WHEREAS,  Ed  Harrington's  principled  leadership  of  the  Water  System  Improvement 
Program  will  result  in  28,000  jobs  on  46  regional  and  35  local  projects,  together  yielding  $300 
million  in  wages  and  over  5  million  work  hours;  and 

WHEREAS,  Ed  Harrington  led  the  negotiations  to  establish  a  new  Water  Supply 
Agreement  with  all  of  SFPUC's  regional  wholesale  customers  in  2009,  and  skillfully  managed 
WSIP's  capital  financing,  achieving  savings  that  will  benefit  ratepayers  for  decades  to  come;  and 

WHEREAS,  Ed  Harrington  led  the  SFPUC's  initiative  to  pursue  an  innovative  program 
of  energy  efficiency  and  conservation,  including  the  installation  of  substantial  new  renewable 
energy  sources  in  San  Francisco,  such  as  the  solar  photovoltaic  project  on  the  roof  of  Sunset 
Reservoir,  and  many  other  municipal  facilities;  and 

WHEREAS,  Ed  Harrington  has  advanced  the  long  anticipated,  and  much  needed  Sewer 
System  Improvement  Program,  leading  to  the  Commission's  recent  endorsement  of  goals  and 
objectives,  and  a  plan  of  action  to  move  forward  with  a  multi-billion  dollar  upgrade  to  critical 


sanitary  sewer  facilities,  and  significantly  advanced  the  level  of  ongoing  capital  repair  and 
replacement  of  aging  wastewater  infrastructure;  and 

WHEREAS  Through  Mr.  Harrington's  deep  commitment  to  improving  the  lives  of 
disadvantaged  San  Francisco  residents,  he  led  the  SFPUC  to  become  the  first  utility  in  the  nation 
to  establish  a  Community  Benefits  Policy  and  Environmental  Justice  Policy,  which  has  guided 
the  agency  to  ensure  that  our  water,  wastewater,  and  power  operations  meaningfully  benefit  low- 
income  people  and  communities  of  color,  both  in  San  Francisco  and  regionally;  and 

WHEREAS,  The  City's  Local  Hire  Ordinance  has  been  a  great  success  in  part  due  to  the 
support  and  resources  marshaled  by  Mr.  Harrington  to  ensure  that  City-funded  projects  hire  local 
workers  and  utilize  local  contractors,  resulting  in  unprecedented  numbers  of  local  business 
enterprises  certified  for  SFPUC  projects;  and 

WHEREAS,  Ed  Harrington  led  the  SFPUC  in  the  transition  to  a  more  sustainable 
headquarters  at  525  Golden  Gate  Avenue,  which  is  considered  to  be  one  of  the  greenest  buildings 
in  North  America,  representing  a  significant,  long-term  investment  in  San  Francisco's 
environmental  and  economic  future  that  will  result  in  ratepayer  savings;  now,  therefore,  be  it; 

RESOLVED,  That  this  Commission  hereby  congratulates  Ed  Harrington  on  an 
outstanding  career  of  service  to  the  people  of  San  Francisco  and  offers  our  deepest  gratitude  on 
behalf  of  the  customers  and  staff  of  the  SFPUC  for  your  dedicated,  knowledgeable,  and  forward 
thinking  leadership  of  this  agency. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  11,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0159 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)-funded  Contract  No.  WD-2541,  Bay  Division  Pipeline  No  5 

PipeliSeJtac''td '  °^  contractor.  Ranger 

WHEREAS   On  October  27,  2009,  by  Resolution  No.  09-0181,  this  Commission 
^J6I,558.005,  to  the  lowest,  qualified  responsible  and  responsive  bidder.  Ranger  Pipelines  Inc.; 

WHEREAS,  The  Engineer's  Estimate  for  contract  WD-2541  was  $97,71 1,640;  and 

^'  'Th^  contract  amount  was  for  $61,558,005  and  the  original  contract 

duration  was  762  consecutive  calendar  days;  and  ^"niraci 

WHEREAS,  This  Commission  approved  Resolution  No.  10-0195  on  November  9  2010 
mcreasing  the  contract  contingency  to  $14,165,242;  and 

WHEREAS  This  Commission  approved  Resolution  No.  11-0172  on  October  11  2011 
further  increasing  the  contract  contingency  to  $28,083,439;  and 

WHEREAS.  The  construction  contract  Notice-To-Proceed  date  was  January  7  2010 

7n  %TcZTl-  '""''Tf'/^  consecutive  calendar  days  and  the  comract  work  was  completed 
in  891  consecutive  calendar  days  on  June  15,  2012;  and 

WHEREAS,  Modification  No.  1  is  being  requested  for  $22,241,995  to  address  final 
quanti  ies  and  costs  associated  with  relocation  of  the  pipeline  to  avoid  an  underground 
tT.     V  f  ^";"""'''"'  environmental  mitigation,  and  additional  restoration, 

increasing  the  final  contract  amount  to  $83,800,000,  and  a  time  extension  of  129  consecutive 
ca  endar  days  to  complete  project  closeout,  for  a  total  contract  duration  to  891  consecutive 
calendar  days;  and  <.uusc(.uuvc 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  comply  with  the  Human 
s  ibttenTT""  ("^C\-bcontracting  goals  of  3%  Local  Business  Enteiprise  (LB^ 
submitted  for  this  contract,  achieving  a  final  LBE  participation  of  5%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW36802,  Bay  Division  Pipeline 
INO.  5;  now,  therefore,  be  it  ^  p  v. 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Water 
Enterprise,  WSIP-funded  Contract  No.  WD-2541,  Bay  Division  Pipeline  No.  5  -  East  Bay 
Reaches;  approves  Modification  No.  1  (Final),  increasing  the  contract  by  $22,241,995  for  a  total 
contract  amount  of  $83,800,000,  and  with  a  time  extension  of  129  consecutive  calendar  days  for 
a  total  contract  duration  of  891  consecutive  calendar  days;  and  authorizes  final  payment  to  the 
contractor.  Ranger  Pipelines  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  11,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0160 


WHEREAS,  Wastewater  Enterprise  (WWE),  Capital  Improvement  Program- funded 
(CIP)  Contract  No.  WW-553,  As-Needed  Main  Sewer  Replacement  was  advertised  on  June  27, 
2012;  and 

WHEREAS,  The  Engineer's  Estimate  is  $3,412,600  for  this  construction  contract  work  to 
perform  as-needed  main  sewer  replacement  (manhole  to  manhole  segments)  on  short  notice  at 
locations  to  be  determined  in  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  365  consecutive  calendar  days;  and 

WHEREAS,  On  August  2,  2012  the  Bureau  of  Environmental  Management  determined 
the  proposed  project  was  statutorily  exempt  from  the  California  Environmental  Quality  Act 
under  Section  18282(k)  and  Public  Resources  Code  Section  21080.21  and  on  August  16,  2012 
the  Environmental  Review  Officer  concurred  with  the  determination;  and 

WHEREAS,  Five  (5)  bids  were  received  and  opened  publicly  on  August  2,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Harty  Pipelines  as  the  lowest, 
qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  subcontracting  goal  of  13%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  Harty  Pipelines  committed  to  a  13.1% 
participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CENMSCIC,  As-Needed  Main 
Sewer  Replacement;  now,  therefore,  be  it 


RESOLVED  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE  CapUal  Improvement  Program- funded  (C IP)  Contract  No.  WW-553^  As-Needed 
Main  Sewer  Replacement,  for  a  total  contract  amount  not-to-exceed  $2,983,550,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  Harty  Pipelines. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  11,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0161 


WHEREAS,  On  January  8,  2008,  per  Resolution  No.  08-0005,  this  Commission 
approved  the  award  of  Contract  No.  WD-2559R  (the  "Contract"),  for  construction  of  the  New 
SFPUC  Administration  Building  to  Webcor  Construction,  LP  (the  "CM/GC");  and 

WHEREAS,  The  original  contract  amount  was  for  $141,000,000;  and 

WHEREAS,  Modification  Nos.  1-3  were  requested  for  $8,361,997  to  modify  various 
contract  terms  for  Notice  to  Proceed,  Liquidated  Damages,  CM/GC  contingency  usage,  builder's 
risk  policy,  dispute  review  board,  general  conditions  for  demolition,  claims  deductible.  Trade 
Subcontract  procurement  for  miscellaneous  work  and  inclusion  of  Subguard  into  the  contract,  as 
well  as  to  establish  a  final  Lump  Sum  amount  for  all  pre-construction  and  construction  services; 
and 

WHEREAS,  Modification  No.  4  is  being  requested  to  complete  the  work  including  the 
punch  list  and  obtain  final  acceptance  of  the  project  under  Administrative  Code  section  6.22(K), 
extending  the  duration  for  final  completion  by  120  consecutive  calendar  days  for  a  total  of  ISO 
consecutive  calendar  days  from  substantial  completion,  and  a  total  duration  of  985  consecutive 
calendar  days  from  NTP  No.  5;  and 

WHEREAS,  The  Contract  incorporated  multiple  Notices  to  Proceed  ("NTP"),  and  NTP 
No.  5  for  construction  work  was  set  for  May  27,  2010;  and 

WHEREAS,  The  Contract  required  the  CM/GC  to  achieve  substantial  completion  within 
805  consecutive  calendar  days  of  NTP  No.  5,  and  final  completion  within  60  consecutive 
calendar  days  of  substantial  completion,  for  a  total  construction  duration  of  865  consecutive 
calendar  days;  and, 

WHEREAS,  The  CM/GC  achieved  substantial  completion  on  August  9,  2012;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW  687-  New  SFPUC 
Administration  Building;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.4  to  Contract  No. 
WD-2559R,  New  San  Francisco  Public  Utilities  Commission  (SFPUC)  Administration  building, 
with  Webcor  Construction,  LP,  and  authorize  the  General  Manager  of  the  SFPUC  to  execute  this 
amendment  to  complete  the  work  including  the  punch  list  and  obtain  the  final  acceptance  of  the 
project  under  Administrative  Code  section  6.22(K),  extending  the  duration  for  final  completion 
by  120  consecutive  calendar  days  for  a  total  of  180  consecutive  calendar  days  from  the 
substantial  completion  date  of  June  8,  2012. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  11,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0162 


WHEREAS,  On  June  27,  2006,  per  Resolution  No.  06-0108,  this  Commission  awarded 
Agreement  No.  CS-842,  Architectural  and  Engineering  Design  Services  For  the  New  San  Francisco 
Public  Utilities  Commission  (SFPUC)  Administration  Office  Building  at  525  Golden  Gate  Avenue,  and 
authorized  the  General  Manager  of  the  SFPUC  to  execute  a  professional  services  agreement  with 
KMD/Stevens  +  Associates,  a  joint  venture  of  architects,  the  partners  of  which  are  Kaplan  McLaughlin 
Diaz  and  Stevens  +  Associates;  and 

WHEREAS,  The  professional  services  agreement  Notice-To-Proceed  date  was  December  12 
2006;  and 

WHEREAS,  The  original  agreement  authorization  amount  was  not-to-exceed  $1,650,000  and 
the  original  agreement  duration  was  1  year  from  the  effective  date;  and 

WHEREAS,  Amendment  Nos.  1  through  6  were  issued  to  continue  architectural  design  work 
and  to  specifically  address  the  following  issues:  green  design  initiatives,  including  initiation  of  wind 
tunnel  analysis;  incorporate  CM/GC  comments  on  constructability;  and  update  the  construction  budget 
limit  for  the  Project  and  set  forth  KMD's  responsibilities  with  respect  to  the  updated  budget  limit;  and 
additional  design  and  construction  administrative  services,  increasing  the  agreement  not-to-exceed 
amount  by  $12,764,758  and  extending  the  agreement  term  by  5  years  and  10.5  months;  and 

WHEREAS,  Amendment  No.  7  is  being  requested  to  complete  remaining  phases  of  work  such 
as  LEED  certification  process  and  warranty-related  work  for  525  Golden  Gate  Avenue,  extending  the 
agreement  duration  by  1  year,  for  a  total  agreement  duration  of  6  years  and  10.5  months,  ending  on 
September  30,  2013,  with  no  increase  to  the  agreement  amount;  and 

WHEREAS,  A  Disadvantaged  Business  Enterprise  (DBF)  subconsultant  participation  goal  of 
26%  has  been  established  and  approved  for  this  agreement  by  the  Contract  Compliance  Officer 
assigned  to  the  SFPUC;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  7  to  Agreement  No.  CS- 
842,  Architectural  and  Engineering  Design  Services  for  the  new  San  Francisco  Public  Utilities 
Commission  (SFPUC)  Administration  Office  Building  at  525  Golden  Gate  Avenue,  with  KMD/Stevens 
+  Associates,  a  joint  venture  of  architects,  the  partners  of  which  are  Kaplan  McLaughlan  Diaz  and 
Stevens  +  Associates,  to  complete  remaining  phases  of  work  such  as  LEED  certification  process  and 
warranty-related  work  for  525  Golden  Gate  Avenue  and  authorize  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  negotiate  and  execute  an  amendment,  extending  the  duration 
of  the  agreement  by  1  year,  for  a  total  agreement  duration  of  6  years  and  10.5  months,  ending  on 
September  30,  2013,  with  no  increase  to  the  Agreement  amount. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  11,  2012 

CfhtuiiK.  K.'iLu^  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0163 


WHEREAS,  The  Palo  Alto  Unified  School  District  (School  District)  is  constructing  a 
new  gymnasium  for  at  its  Gunn  High  School  Campus;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  pipeline  right  of 
way  crosses  the  Gunn  High  School  campus;  and 

WHEREAS,  The  SFPUC  wishes  to  enter  into  a  Revocable  Permit  with  the  School 
District,  allowing  the  School  District  to  install  nine  (9)  subsurface  conduits  to  house  electric 
feeders  and  low  voltage  supporting  infrastructure  for  the  new  gymnasium;  and 

WHEREAS,  Under  SFPUC  Resolution  Nos.  99-0022  and  99-0252,  a  public  agency  may 
be  eligible  for  discounted  rates  in  the  permitting  of  land  or  improvements  owned  by  the  SFPUC, 
and  because  the  School  District  is  a  public  agency,  and  meets  all  other  requirements  under 
Resolution  Nos.  99-0022  and  99-0252,  the  School  District  is  entitled  to  a  discounted  permit  rate; 
and 

WHEREAS,  The  Project  was  granted  a  Certification  of  Determination  of  Exemption 
from  Environmental  Review  on  July  31,  2012,  under  Section  15303(d),  Class  3,  which  provides 
for  the  construction  of  limited  numbers  of  new,  small  facilities  or  structures;  and  installation  of 
small  new  equipment  and  facilities  in  small  structures;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  connection  with  this  Permit;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  the  Revocable  Permit  with  the  School  District  as  Permittee;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
General  Manager  of  the  SFPUC  to  execute  said  Permit;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  SFPUC  to  enter  into  any  amendments  or  modifications  to  the  Permit,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney:  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
Permit  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  11,  2012. 

0(unxjL.   

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0164 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  desires  to  operate 
a  Contractors  Assistance  Center  (CAC)  where  the  SFPUC  will  provide  technical  assistance  to 
small  local  contractors  and  consultants  to  access,  compete  for,  and  successfully  perform  SFPUC 
contracting  opportunities;  and 

WHEREAS,  The  SFPUC  will  provide  trainings,  workshops,  and  technical  assistance  to 
small  local  contractors  and  consultants  regarding  the  City's  contracting  requirements  and 
processes  through  the  CAC;  and 

WHEREAS,  The  CAC  will  strive  to  increase  the  pool  of  qualified  local  businesses 
responding  to  and  satisfactorily  performing  contracting  opportunities  with  the  SFPUC;  and 

WHEREAS,  The  City  and  County  of  San  Francisco,  through  the  SFPUC,  as  tenant, 
desires  to  enter  in  a  lease  with  Yerby  Family  Limited  Partnership/OB-1  Associates,  as  Landlord, 
for  the  use  of  5  Thomas  Mellon  Circle,  San  Francisco,  CA  941 34-250 L  Suite  168  (the 
Premises),  as  office  space  for  the  SFPUC's  CAC  for  a  rental  rate  of  $8,000  per  month;  and 

WHEREAS,  The  SFPUC  will  enter  into  a  two  (2)-year  lease  (the  "Lease")  with  an  option 
to  extend  the  lease  for  one  (1)  additional  year,  exercisable  by  the  SFPUC;  and 

WHEREAS,  The  San  Francisco  Planning  Department  Environmental  Planning  Division 
issued  an  exemption  determination  for  the  proposed  Project  under  the  California  Environmental 
Quality  Act  (CEQA)  on  September  5,  2012.  It  was  determined  that  approval  and  execution  of  the 
proposed  lease  is  exempt  from  the  provisions  of  CEQA  as  a  Class  1  exemption,  under  CEQA 
Guidelines  Section  15301  (Existing  Facilities),  Subsection  (a),  (Interior  or  exterior  alterations 
involving  such  things  as  partitions,  plumbing  and  electrical  conveyances);  therefore,  now  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  connection  with  this  agreement;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  the  two-year  lease  with  the  Yerby  Family  Limited  Partnership  as  landlord  and  the 
with  the  SFPUC  as  tenant,  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
General  Manager  of  the  SFPUC  to  submit  the  lease  to  the  San  Francisco  Board  of  Supervisors 
for  approval,  pursuant  to  Administrative  Code  Section  23.26  and  23.27,  and  upon  approval,  to 
execute  said  lease;  and,  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  SFPUC  to  enter  into  any  amendments  or  modifications  to  the  Lease,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attomey:  are  in  the  best  interest  of  the  City;  do  not  increase  the  rent  or  otherwise  materially 
increase  the  obligations  or  liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the 
purposes  and  intent  of  the  lease  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws, 
including  the  City  Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  11,  2012. 

fAim'A^  KiL^^L^  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0165 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  a  leading  water 
power  and  sewer  utility  with  a  constituency  that  serves  customers  and  impacts  stakeholders  who 
expect  rehabihty  as  well  as  the  adoption  of  best  management  practices  including  imiovation  and 
the  incorporation  of  cost-effective,  sustainable  technologies;  and 

hniiH  f^^^ul^^^       SFPUC's  expertise  on  water,  power,  and  wastewater  systems  has  been 
build  through  hands-on  experience,  as  well  as  continuous  education  and  staff  development 
including  participation  in  pilot  studies  and  demonstration  projects;  and 

WHEREAS  This  experience  has  helped  the  SFPUC  initiate  new  policies,  programs 
capital  projects  and  operational  strategies  that  are  consistem  with  the  Commission's  Strategic 
Sustainabihty  Plan  goals,  including  our  consistent  satisfaction  of  regulatory  standards  ^md 
compliance,  our  provision  of  high  quality  service,  our  planning  for  the  future,  and  our  promotion 
of  a  green  and  sustainable  City;  and 

•  t  P°^'"°"  the  SFPUC  to  successfully  address  the  challenges  of  today  and 

into  the  future,  we  have  identified,  plamied  for  and  are  employing  critical  infrastructure 
investment;  and 

.  ^  WHEREAS,  This  Technology  Policy  will  serve  and  guide  the  SFPUC  as  we  consider 
beneficial  technologies  and  imiovation  during  the  plamiing,  design,  construction  and  operation  of 
critical  investments,  including  physical  plant  assets,  facilities,  systems,  processes  and 
procedures;  now,  therefore,  be  it  ■>  f 

Technology  Policy'^'  ^^^^  Francisco  Public  Utilities  Commission  adopts  the  following 

The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  committed  to  high  quality 
sustamable,  reliable,  around-the-clock  delivery  of  Water,  Power,  and  Sewer  utility  se^ice  to  our 
customers  and  ratepayers.  To  ensure  customer  service  excellence  that  takes  advantage  of 
innovative  technologies,  consistent  with  the  Commission's  Budgetary  and  Ratepayer  Assurance 
policies,  practices  and  endorsed  Level  of  Service  (LOS)  goals,  we  will  consider  proven  as  well 
as  new  and  emerging  technologies.  Beneficial  technologies  will  be  identified,  researched  and 
analyzed,  prior  to  proposal  for  full-scale  implementation,  where  ratepayer  benefit  is 
demonstrated  along  with  consistency  with  Triple  Bottom  Line  principles.  The  Technology 
Policy  will  both  guide  the  management  of  and  be  implemented  for  operations  and  capital 
programs,  covering  physical  plant  assets,  facilities,  systems,  processes  and  procedures  The  key 
principles  and  criteria  shall  include:  '  ^ 

Economic  Principles  &  Criteria 

•  Manage  risk  through  the  timely  adoption  of  proven  technologies  that  meet  LOS  goals- 

•  Consider  small-scale  demonstration  projects  and  pilot  studies  prior  to  any  large-scale 
proposals,  when  previously  unproven  technologies  are  involved; 


•  Assess  compatibility  of  new  technologies  with  existing  facilities,  and  operations  and 
maintenance  capabilities; 

•  Assess  costs  using  a  total  cost  approach  including  transition  costs  and  timing,  capital 
cost,  and  projected  long-term  life  cycle  costs;  and 

•  Explore  grant  funding  for  demonstration  projects  and  larger-scale  projects  alike, 
including  strategic  partnerships  with  governmental  and  non- governmental  agencies. 

Environmental  Principles  &  Criteria 

•  Seek  technologies  that  optimize  sustainability  and  the  conservation  of  natural  resources; 

•  Consider  long-term  environmental  impacts  of  proposed  technologies,  including  the 
mitigation  of  and  adaptation  to  climate  change  and  the  wise  use  of  our  resources;  and 

•  Seek  technologies  that  achieve  regulatory  compliance  with  all  public  health, 
environmental  standards,  and  operational  permits. 

Social  Principles  &  Workforce  Development  Criteria 

•  Evaluate  technology  alternatives  for  their  contribution  to  our  Community  Benefits  Policy, 
including  local  jobs  creation  and  retention  in  our  service  areas  and  community  vitality, 
and  to  our  Environmental  Justice  Policy; 

•  Provide  staff  development  opportunities  to  ensure  the  SFPUC  has  well-trained  and 
qualified  staff  to  evaluate,  implement  and  operate  any  new  technology; 

•  Collaborate  and  partner  with  other  utility  professionals  and  organizations  in  the  research, 
joint  demonstration  projects,  and  assessments  related  to  new  technologies;  and 

•  Make  the  review  and  monitoring  of  new  technologies  a  continuous  part  of  staff 
development  and  job  performance  plarming. 

Leadership  Principles  &  Transparency  Criteria 

•  Identify  the  technologies  in  which  the  SFPUC  has  an  interest; 

•  Invest  staff  and  resources  in  innovative  technology  research,  training,  and  industry 
initiatives; 

•  Participate  in  pilot  studies  to  test  and  develop  promising  emerging  technologies; 

•  Establish  clear  responsibility  for  keeping  abreast  of  emerging  technologies  within  each 
Enterprise  and  Bureau; 

•  Document  pilot  study  findings  including  costs,  limiting  factors,  anticipated  short-term 
and  long-term  developments,  benefits  and  applicability; 

•  Include  a  technology  update  for  each  Enterprise  and  Bureau  as  part  of  the  capital 
planning  and  budget  process; 

•  Incorporate  a  peer  review  process  for  critical  technologies;  and 

•  Provide  a  mechanism  for  submission  of  public  comment  and  information  requests,  along 
with  timely  responsiveness  and  feedback. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  11,  2012. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0166 


WHEREAS,  Cherry  Reservoir  is  an  approved  standby  water  source  for  the  Hetch  Hetchy 
Regional  Water  System;  and  the  Cherry  Reservoir  watershed  is  located  entirely  within  US 
Forest  Service  lands;  and 

WHEREAS,  Cherry  Reservoir  is  a  popular  outdoor  recreation  area  where  recreational  use 
continues  to  increase,  and  such  recreation  uses  may  negatively  impact  the  watershed  ,increase 
contamination  in  Cherry  Reservoir  and  decrease  overall  water  quality;  and 

WHEREAS,  Hetch  Hetchy  Regional  Water  System  facilities  are  located  within  the  US 
Forest  Service  lands,  where  the  Forest  Service  has  law  enforcement  jurisdiction,  and  the  SFPUC 
has  determined  that  it  should  seek  dedicated  law  enforcement  patrol  and  protection  in  the  Cherry 
Reservoir  area  throughout  the  year  due  to  heightened  security  concerns  following  9/1 1  and  an 
increase  in  suspicious  activities;  and 

WHEREAS,  This  agreement  would  provide  funding  to  protect  watershed  lands,  improve 
water  quality,  and  improve  security  for  the  Regional  Water  System;  and 

WHEREAS,  The  estimated  cost  of  services  is  $1,188,805;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  September  2012  and  end  in  August  2017 
and  the  total  duration  of  this  agreement  is  five  years;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Hetch  Hetchy  Water  and  Power  Operating  budget  for  fiscal  years  2012-2013 
and  2013-2014.  Funding  requests  will  be  submitted  and  approved  based  upon  the  City  and 
County  of  San  Francisco's  two-year  budget  cycle;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  a  Memorandum  of  Agreement  with  the  United 
States  Department  of  Agriculture,  Forest  Service  for  an  amount  not-to-exceed  $1,188,805,  and 
with  a  total  duration  of  five  years. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  11,  2012 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0167 


WHEREAS,  state  law  (Public  Utilities  Code  Sections  398.4  and  398.5)  requires  "retail 
suppliers  of  electricity  products"  to  disclose  to  their  end  use  customers  annually  the  electricity 
sources  for  their  sales  to  those  customers;  and 

WHEREAS,  the  SFPUC  is  required  to  report  this  information  together  with  supporting 
documentation  to  the  California  Energy  Commission  (CEC)  in  the  form  of  a  Power  Source 
Disclosure  (PSD)  Report;  and 

WHEREAS,  SFPUC  staff  submitted  the  PSD  Report  for  2011  to  the  CEC  on  May  30, 
2012;  and 

WHEREAS,  CEC  regulations  allow  the  Commission  to  approve  submission  of  an 
attestation  of  veracity  in  lieu  of  incurring  the  cost  of  having  the  report  independently  verified; 
and 

WHEREAS,  SFPUC  staff  developed  the  PSD  Report  consistent  with  the  CEC's 
regulations  using  metered  generation,  use,  and  sales  data  used  for  preparing  and  verifying  the 
SFPUC's  scheduling,  billing,  and  settlement  activities  and  uses  the  same  data  used  in  other 
public  reports  and  regulatory  compliance  filings;  and 

WHEREAS,  Margaret  Meal,  as  Assistant  General  Manager  Barbara  Hale's  designee,  has 
signed  an  attestation  of  the  veracity  of  the  PSD  Report,  now  therefore,  be  it 

RESOLVED,  That  the  SFPUC  approves  the  submission  of  the  attached  attestation  of 
veracity  for  the  Power  Source  Disclosure  Report  for  Calendar  Year  2011  attached  to  this 
Resolution. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Pubiic  Utilities 
Commission  at  its  meeting  of  September  11,  2012. 


Secretary,  Public  Utilities  Commission 


A 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 

RESOLUTION  NO.       I  ^  -  O I  U>  S 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  the  "exclusive 
charge  of  the  construction,  management,  supervision,  maintenance,  extension,  expansion, 
operation,  use  and  control  of  all  water,  cleanwater  and  energy  supplies  and  utilities  of  the  City  as 
well  as  the  real,  personal  and  financial  assets,  that  are  under  the  jurisdiction  or  assigned  to  the 
Commission",  pursuant  to  the  San  Francisco  Charter;  and 

WHEREAS,  The  General  Manager  is  the  department  head  of  the  SFPUC,  with 
responsibility  for  the  administration  and  management  of  the  operations,  personnel  and  assets 
under  the  jurisdiction  of  the  SFPUC;  and 

WHEREAS,  This  Commission  nominated,  and  the  Mayor  appointed,  Harlan  Kelly  Jr  to 
serve  as  the  General  Manager  beginning  on  September  22,  2012,  under  the  provisions  of 
Charter  sections  3. 1 00  and  4. 1 02;  and 

WHEREAS,  In  November  2002,  the  electorate  amended  the  Charter  to  authorize  this 
Commission  to  employ  the  General  Manager  under  an  individual  contract,  with  compensation 
comparable  to  the  compensation  of  the  chief  executive  officers  of  the  public  water,  wastewater 
and/or  power  systems  in  the  United  States  that  the  Commission,  after  an  independent  survey, 
determines  most  closely  resemble  the  Public  Utilities  Commission  in  size,  mission,  and 
complexity;  and 

WHEREAS,  This  Commission  considered  a  proposed  employment  contract  between  the 
City  and  County  of  San  Francisco,  by  and  through  the  SFPUC  and  Harlan  Kelly  Jr.,  that  was 
made  available  for  public  review  on  August  31,  2012;  and 

WHEREAS,  This  Commission  considered  the  salary  survey  prepared  independently  by 
SFPUC  staff  prior  to  taking  this  action;  now,  therefore,  be  it 

RESOLVED,  This  Commission  authorizes  the  Commission  President  to  execute  the 
employment  contract  between  the  SFPUC  and  Harlan  Kelly  Jr.  to  serve  as  the  General  Manager 
of  the  SFPUC,  subject  to  the  terms  and  conditions  in  substantially  the  form  approved  by  the 
Commission  at  this  meeting  and  kept  on  file  with  the  Commission  Secretary,  and  approved  as  to 
form  by  the  City  Attorney. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  11,  2012 

Secretary,  Public  Utilities  Commission 


i 


San  Francisco 
Water  '^c\  Sewer 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 
Tuesday,  September  25,  2012 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 


For  infonmatlon,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.ora 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.aranicus.comA/iewPublisher.php7view  id=22 


Donna  Hood 

Secretary 


Disability  Access 


The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood@sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfaov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfaov.ora. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the 
meeting  room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other 
similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfaov.ora/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  September  11 ,  2012 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Status  of  Major  Development  Projects  in  the  Service  Area 

b)  Advance  Calendar 

c)  Letter  Summary 

6.  Other  Commission  Business 

a)  Discussion  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  Rules  of 
Order,  including  possible  revisions  to  reflect  changes  in  law,  change  in  address 
for  the  SFPUC  Administration  Building,  changes  in  the  order  of  business,  and 
such  other  matters  that  the  Commissioners  may  propose. 

The  SFPUC  has  noticed  and  scheduled  a  public  hearing  to  consider 
adoption  of  any  proposed  revisions  to  the  Commission  Rules  of  Order  at 
its  regular  meeting  of  October  9,  2012, 1 :30  pm,  San  Francisco  City  Hall, 
Room  400,  as  required  by  City  Charter  Sec.  4.104. 

A  copy  of  any  proposed  revisions  to  the  Rules  of  Order  will  be  available  and 
posted  with  the  agenda  for  the  SFPUC  regular  meeting  on  October  9,  2012. 

7.  Report  of  the  General  Manager 

8.  BAWSCA  Report 

9.  Citizens'  Advisory  Committee  Update 

THE  FOLLOWING  MATTERS  BEFORE  THE  PUBLIC  UTILITIES  COMMISSION  ARE 
RECOMMENDED  FOR  ACTION  AS  STATED  BY  THE  GENERAL  MANAGER  OF 
PUBLIC  UTILITIES  AND  CITY  ATTORNEY  WHERE  APPLICABLE. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13^"  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 


CONSENT  CALENDAR 


1 0.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)  Accept  the  work  performed  by  S.  J.  Amoroso  Construction  Company,  Inc.,  for 
Contract  WD-2573,  Pulgas  Balancing  Reservoir  Structural  Rehabilitation  and  Roof 
Replacement,  for  constructing  a  new  roof  and  various  structural  improvements  to  the 
balancing  reservoir,  which  is  a  key  component  of  the  Hetch  Hetchy  Regional  Water 
System;  and  authorize  the  final  payment  to  the  contractor.  (Johanson) 

b)  Approve  Modification  No.  1  to  Contract  WD-2445,  8-Inch  Ductile  Iron  Main 
Installation  on  Second,  New  Montgomery,  Stevenson,  Minna  and  Annie  Streets,  with 
P  &  J  Utility  Company,  for  miscellaneous  force  account  work  and  construction  delays 
due  to  differing  site  conditions  and  unforeseen  underground  obstructions, 
increasing  the  contract  amount  by  $98,799,  for  a  total  contract  amount  of 

$1 ,605,861 ,  and  with  a  time  extension  of  73  consecutive  calendar  days  for  a  total 
contract  duration  of  31 3  consecutive  calendar  days.  (Levin) 

c)  Accept  work  performed  by  A.  Ruiz  Construction  Co.  &  Associates,  Inc.  for  Contract 
WD-2604,  City  Distribution  Division  (CDD)  2009-2010  As-Needed  Paving  Contract 
for  main  replacement  by  CDD  Crews;  Approve  Modification  No.  2  (Final)  to  account 
for  actual  labor  and  materials  required  to  complete  the  work  under  bid  item 
allowances,  decreasing  the  contract  by  $1,844,637,  for  a  total  contract  amount  of 
$1 ,854,462,  with  no  change  to  contract  duration;  and  authorize  final  payment  to  the 
contractor.  (Levin) 

d)  Approve  the  plans  and  specifications,  and  award  Contract  WW-501 ,  Western 
Addition/North  Beach/Marina  Districts  Sewer  Replacement  and  Pavement 
Renovation,  in  the  amount  of  $3,641,503  (of  which  $2,750,314  is  funded  by  the 
Wastewater  Enterprise  and  $891,189  is  funded  by  DPW),  to  the  lowest,  qualified, 
responsible  and  responsive  bidder.  Precision  Engineering,  to  replace  the  existing  ' 
sewer  and  renovate  the  existing  street  pavement  on  various  streets  in  the  Western 
Addition,  North  Beach,  and  Marina  Districts  in  the  City  of  San  Francisco. 

(Moala) 

e)  Approve  Modification  No.  4  to  Contract  WW-513,  North  Shore  and  Mariposa  Pump 
Station  Improvements,  with  Cal  State  Constructors,  Inc.,  to  complete  improvements 
for  pump  station  reliability  delayed  by  emergency  work  on  the  North  Shore  Force 
Main,  increasing  the  contract  duration  by  90  consecutive  calendar  days  for  total 
contract  duration  of  630  consecutive  calendar  days,  with  no  change  to  contract 
amount.  (Moala) 


REGULAR  BUSINESS 


1 1 .  Approve  Project  No.  CUW37403,  San  Antonio  Backup  Pipeline  in  the  Sunol  area  of 
Alameda  County,  California;  Adopt  the  required  California  Environmental  Quality 
Act  Findings,  including  a  Statement  of  Overriding  Considerations,  and  the  Mitigation 
Monitoring  and  Reporting  Program;  and  authorize  the  General  Manager  to 
implement  the  Project,  in  compliance  with  the  Charter  and  applicable  law,  and 
subject  to  Board  of  Supervisors  approval  where  required.  (Torrey) 

1 2.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute  a 
Purchase  and  Sale  Agreement  with  3rd  &  Market,  LLC,  for  purchase  of  an 
approximately  4.68  acre  parcel  of  real  property  including  an  office  building 
containing  approximately  31 ,535  square  feet  and  an  office/industrial  use  building 
containing  approximately  1 9,057  square  feet,  located  at  1550  Evans  Avenue  and 
330  Newhall  Street,  San  Francisco  for  $1 5,000,000,  subject  to  approval  by  the 
Board  of  Supervisors  and  the  Mayor.  (Russell) 

13.  Adopt  the  Final  Mitigated  Negative  Declaration,  the  Mitigation  Monitoring  and 
Reporting  Program  and  the  Findings,  as  required  by  the  California  Environmental 
Quality  Act,  for  the  Geary  Road  Bridge  Replacement  Project;  and  approve  Project 
CUW26403,  Geary  Road  Bridge  Replacement  Project  in  the  Sunol  area  of  Alameda 
County,  California.  (Torrey) 

14.  Other  new  business 


ADJOURNMENT 


NOTICE  OF  PUBLIC  HEARING 


The  San  Francisco  Public  Utilities  Commission  has  scheduled  a  public  hearing  to 
consider  adoption  of  possible  revisions  to  the  Commission  Rules  of  Order  on: 

October  9,  2012 
1:30  pm 
San  Francisco  City  Hall 
1  Dr.  Carlton  B.  Goodlett  Place 
Room  400 
San  Francisco,  CA  94102 

Advance  notice  of  the  public  hearing,  discussion  and  possible  action  to  amend  the 
Rules  of  Order  is  provided  as  required  by  City  Charter  Sec.  4.104. 

The  Commission  will  discuss  the  Rules  of  Order  and  possible  revisions  at  the  regular 
meeting  of  September  25,  2012,  (City  Hall,  Room  400,  1:30  pm),  but  no  action  will  be 
taken  at  that  meeting. 

A  copy  of  any  proposed  revisions  to  the  Rules  of  Order  will  be  available  and  posted  with 
the  agenda  for  the  San  Francisco  Public  Utilities  Commission's  regular  meeting  on 
October  9,  2012. 


Donna  Hood 

Commission  Secretary 

San  Francisco  Public  Utilities  Commission 


Posted  September  20,  2012 


San  Francisco  public  Utilities  commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


MINUTES 
Tuesday,  September  25,  2012 

(Approved  October  9,  2012) 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.prg 
Gavel-to-Gavel  coverage  available  at: 

httD://sanfrancisco.aranicus.comA/iewPublisher.DhD?view  id=22 


General  Manager 


Donna  Hood 

Secretary 


1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:34  PM 


2.  Roll  Call 

Present:  Moran,  Torres,  Victor,  and  Courtney 

3.  Approval  of  Minutes  of  September  1 1 ,  2012 

On  motion  to  approve  the  minutes  of  September  11,  2012 
AYES:  Moran,  Torres,  VIetor  and  Courtney 

Commissioner  Caen  arrived  at  1:38  PM. 

4.  Public  Comment 

•  Mr  Tony  Lee,  representing  his  parents,  expressed  concern  over  the  SFPUC's 
delinquent  notification  policy,  especially  as  it  relates  to  property  owners  with 
tenants.  He  expressed  a  desire  to  have  the  policy  changed  so  earlier  advance 
notice  of  delinquent  accounts  be  provided  to  property  owners. 

The  Commission  had  brief  follow-up  questions  to  Mr  Lee  and  staff,  and  directed 
staff  to  look  into  the  account,  and  to  review  the  policy  and  report  back  with 
recommendations. 

•  Ms.  Espinola  Jackson,  representing  the  Black  Human  Rights  Leadership  Council 
pf  San  Francisco,  congratulated  Commissioners  Caen,  Vietorand  Courtney  on 
their  reappointments.  She  also  congratulated  Mr.  Kelly,  Jr.  on  his  new  role.  She 
expressed  gratitude  to  the  Commission  for  listening  to  the  needs  of  the  Bayview 
Community. 

•  Ms.  Diane  Smith  echoed  the  sentiments  of  Ms.  Jackson  and  stated  she  looks 
fonfi/ard  to  working  with  the  Commission  on  expanding  their  involvement  with  the 
Bayview  Community. 

5.  Communications 

a)  Status  of  Maior  Development  Proiects  in  the  Service  Area 

b)  Advance  Calendar 

President  Moran  indicated  that  he  spoke  with  the  Chair  of  the  Citizens' Advisory 
Committee  (CAC)  and  asked  that  they  schedule  items  that  the  Commission 
refers  to  them  in  a  timely  manner  to  avoid  delays  with  items  returning  to  the 
Commission  for  action. 

c)  Letter  Summarv 

President  Moran  made  brief  comments  regarding  the  letter  to  the  Modesto 
Irrigation  District. 

Public  Comment 
No  public  comment. 


6.  Other  Commission  Business 

a)  Discussion  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  Rules  of 
Order. 

The  SFPUC  noticed  and  scheduled  a  public  hearing  to  consider  adoption  of 
any  proposed  revisions  to  the  Commission  Rules  of  Order,  as  required  by  City 
Charter  Sec.  4. 104.  A  copy  of  any  proposed  revisions  to  the  Rules  of  Order 
were  made  available  and  posted  with  the  agenda  for  the  SFPUC  regular 
meeting  of  October  9,  2012. 

President  Moran  stated  that  the  proposed  changes  to  the  Rules  of  Order  are  to 
ensure  that  the  rules  are  in  sync  with  current  law.  He  noted  one  proposed 
change  was  with  the  order  of  business  and  another  proposed  change  will 
shorten  the  amount  of  notice  given  regarding  water  rate  changes,  which  puts 
noticing  requirement  it  in-line  with  the  Board  of  Supen/isors'  process. 

President  Moran  indicated  that  the  Commission  does  not  follow  Robert's 
Rules  of  Order,  but  noted  that  the  Chair  has  the  authority  to  rule  on  points  of 
order,  subject  to  appeal  by  any  member  of  the  Commission,  and  with  a 
majority  vote  can  be  overruled.  He  also  noted  that  to  maintain  a  quorum. 
Commissioners  should  not  leave  the  meeting  without  permission  of  the  Chair 
and  reminded  the  Commission  that  there  is  no  abstention  on  votes.  Brief 
discussion  ensued  regarding  the  use  of  electronic  devices. 

Commissioner  Vietor  questioned  Rule  6  regarding  Election  of  Officers,  and 
questioned  why  there  was  a  one-year  term  limit  on  President  and  Vice 
President.  Commissioner  Caen  indicated  that  the  rule  has  been  in  place  for  a 
long  time  and  that  the  rotation  allows  for  the  rotation  of  power  and  gives  a 
sense  of  belonging  to  all  of  the  Commission.  Brief  discussion  ensued. 

7.  Report  of  the  General  Manager 

Mr.  Kelly,  Jr.  expressed  his  thanks  to  f\Ar.  Harrington  for  his  service  and  that  he  looks 
fonvard  to  working  with  the  Commission  as  General  t^anager. 

8.  BAWSCA  Report 
None. 

9.  Citizens'  Advisory  Committee  Update 

Mr.  Terrence  Jones,  CAC  Chair,  provided  a  brief  update  on  the  activities  of  the  CAC. 
He  noted  that  16  of  17  CAC  seats  have  been  filled.  He  stated  that  Mr.  Alex 
Lantsburg  will  head  the  Community  Benefits/Environmental  Benefits  subcommittee; 
Mr.  Javierre  PruittHilll  will  head  the  Wastewater  Subcommittee;  Mr.  David  Pilpel  will 
head  the  Water  Subcommittee;  and  Mr.  Doug  Cain  will  head  the  Power 
Subcommittee.  He  provided  a  status  update  of  the  CAC  resolutions  and  policies, 
and  noted  that  they  too  will  be  reviewing  their  Rules  of  Order.  He  touched  on  issues 
the  CAC  will  be  working  on  over  the  next  few  months.  Commissioner  Courtney 
asked  if  the  CAC  would  be  interested  in  studying  and  gauging  interest  in 
communication  and  notification  for  CleanPowerSF.  Mr  Jones  stated  he  would  bring 
it  to  the  CAC  at  their  next  meeting  and  report  back  with  recommendations. 


Public  Comment 

•   Ms.  Espinola  Jackson  requested  that  the  CAC  hold  some  of  their  meetings  in 
the  Bayview.  She  also  requested  that  the  CAC  appoint  members  who  reside 
in  the  Bayview. 

10.  Consent  Calendar 

a)  Accept  the  work  performed  by  S.  J.  Amoroso  Construction  Company,  Inc.,  for 
Contract  WD-2573,  Pulgas  Balancing  Reservoir  Structural  Rehabilitation  and  Roof 
Replacement  for  constructing  a  new  roof  and  various  structural  improvements  to  the 
balancing  reservoir  and  authorize  the  final  payment  to  the  contractor.  (Resolution 
12-0169) 

b)  Approve  Modification  No.  1  to  Contract  WD-2445,  8-Inch  Ductile  Iron  Main 
Installation  on  Second,  New  Montgomery,  Stevenson,  Minna  and  Annie  Streets,  with 
P  &  J  Utility  Company,  for  miscellaneous  force  account  work  and  construction  delays 
due  to  differing  site  conditions  and  unforeseen  underground  obstructions,  increasing 
the  contract  amount  by  $98,799,  for  a  total  contract  amount  of  $1 ,605,861 ,  and  with 
a  time  extension  of  73  consecutive  calendar  days  for  a  total  contract  duration  of  313 
consecutive  calendar  days.  (Resolution  12-0170) 

c)  Accept  work  performed  by  A.  Ruiz  Construction  Co.  &  Associates,  Inc.  for  Contract 
WD-2604,  City  Distribution  Division  (CDD)  2009-2010  As-Needed  Paving  Contract 
for  main  replacement  by  CDD  Crews;  Approve  Modification  No.  2  (Final)  to  account 
for  actual  labor  and  materials  required  to  complete  the  work  under  bid  item 
allowances,  decreasing  the  contract  by  $1,844,637,  for  a  total  contract  amount  of 
$1 ,854,462,  with  no  change  to  contract  duration;  and  authorize  final  payment  to  the 
contractor.  (Resolution  12-0171) 

d)  Approve  the  plans  and  specifications,  and  award  Contract  WW-501 ,  Western 
Addition/North  Beach/Marina  Districts  Sewer  Replacement  and  Pavement 
Renovation,  in  the  amount  of  $3,641,503  (of  which  $2,750,314  is  funded  by  the 
Wastewater  Enterprise  and  $891,189  is  funded  by  DPW),  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Precision  Engineering,  to  replace  the  existing 
sewer  and  renovate  the  existing  street  pavement  on  various  streets  in  the  Western 
Addition,  North  Beach,  and  Marina  Districts  in  the  City  of  San  Francisco.  (Resolution 
12-0172)   

e)  Approve  Modification  No.  4  to  Contract  WW-51 3,  North  Shore  and  Mariposa  Pump 
Station  Improvements,  with  Cal  State  Constructors,  Inc.,  to  complete  improvements 
for  pump  station  reliability  delayed  by  emergency  work  on  the  North  Shore  Force 
Main,  increasing  the  contract  duration  by  90  consecutive  calendar  days  for  total 
contract  duration  of  630  consecutive  calendar  days,  with  no  change  to  contract 
amount.  (Resolution  12-0173) 

On  motion  to  approve  items  10a  through  10e: 
AYES:  Moran,  Torres,  Caen,  Vietor  and  Courtney 


Public  Comment 
No  public  comment. 

REGULAR  BUSINESS 

1 1 .  Approve  Project  No.  CUW37403,  San  Antonio  Backup  Pipeline  in  the  Sunol  area  of 
Alameda  County,  California;  Adopt  the  required  California  Environmental  Quality  Act 
Findings,  including  a  Statement  of  Overriding  Considerations,  and  the  Mitigation 
Monitoring  and  Reporting  Program;  and  authorize  the  General  Manager  to 
implement  the  Project,  in  compliance  with  the  Charter  and  applicable  law,  and 
subject  to  Board  of  Supervisors  approval  where  required.  (Resolution  12-0174) 

Ms.  Irina  Torrey,  Manager,  Bureau  of  Environmental  Management,  thanked  staff 
for  their  work  on  this  project. 

On  motion  to  approve  items  1 1e: 

AYES:  Moran,  Torres,  Caen,  Victor  and  Courtney 

Public  Comment 
No  public  comment. 

1 2.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute  a 
Purchase  and  Sale  Agreement  with  3'"^  and  Evans  Street,  LLC,  for  purchase  of  an 
approximately  4.68  acre  parcel  of  real  property  including  an  office  building 
containing  approximately  31 ,535  square  feet  and  an  office/industrial  use  building 
containing  approximately  19,057  square  feet,  located  at  1550  Evans  Avenue  and 
330  Newhall  Street,  San  Francisco  for  $15,000,000,  subject  to  approval  by  the 
Board  of  Supervisors  and  the  Mayor.  (Resolution  12-0175) 

Ms.  Rosanna  Russell,  Real  Estate  Manager,  presented  this  item.  She  noted  a 
correction  to  the  name  of  the  seller  to  properly  reflect  3""  and  Evans,  LLC,  and  a 
correction  to  the  referenced  fiscal  year  to  reflect  FY  2012-13,  and  stated  that  the 
resolution  was  amended  to  reflect  these  changes. 

On  motion  to  approve  items  1 1e: 

AYES:  Moran,  Torres,  Caen,  Vietor  and  Courtney 

Public  Comment 

•  Ms.  Espinola  Jackson  expressed  her  support  for  this  item. 

•  Mr.  James  Bryant  expressed  his  support  for  this  item. 

13.  Adopt  the  Final  Mitigated  Negative  Declaration,  the  Mitigation  Monitoring  and 
Reporting  Program  and  the  Findings,  as  required  by  the  California  Environmental 
Quality  Act,  for  the  Geary  Road  Bridge  Replacement  Project;  and  approve  Project 
CUW26403,  Geary  Road  Bridge  Replacement  Project  in  the  Sunol  area  of  Alameda 
County,  California.  (Resolution  12-0176) 


Ms.  Irina  Torrey,  Manager,  Bureau  of  Environmental  Management,  thanked 
for  their  work  on  this  project. 


Public  Comment 
No  public  comment. 

On  motion  to  approve  items  1 1e: 

AYES:  Moran,  Torres,  Caen,  Vietor  and  Courtney 

14.  Other  new  business 
None 

President  Moran  adjourned  the  meeting  at  2:36  PM 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0169 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)-funded  Contract  No.  WD-2573,  Pulgas  Balancing  Reservoir 
Structural  Rehabilitation  and  Roof  Replacement,  by  the  Contractor,  S.  J.  Amoroso  Construction 
Company,  Inc.;  and 

WHEREAS,  On  November  30  2009,  by  Resolution  No.  09-0161,  this  Commission 
awarded  Contract  No.  WD-2573,  Pulgas  Balancing  Reservoir  Structural  Rehabilitation  &  Roof 
Replacement  to  the  lowest,  qualified  responsible  and  responsive  bidder,  S.  J.  Amoroso 
Construction  Company,  Inc.;  and 

WHEREAS,  The  original  contract  amount  was  for  $12,857,000  and  the  original  contract 
duration  was  587  consecutive  calendar  days;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  November  30,  2009, 
with  an  original  schedule  of  587  consecutive  calendar  days  and  the  contract  work  was  completed 
in  641  consecutive  calendar  days  on  September  1,  201 1;  and 

WHEREAS,  Modification  No.  1  was  issued  for  an  additional  $146,429  to  address  credits 
for  design  changes  due  to  differing  site  conditions  and  workarounds  due  to  unforeseen  weather 
conditions,  increasing  the  total  contract  value  to  $13,003,429  and  extending  the  contract  duration 
by  54  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  determined  that  the  Contractor 
met  the  established  13.1%  Local  Business  Enterprise  (LBE)  subcontractor  participation  goal  by 
utilizing  a  total  of  14.7%  LBE  participation;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW36103,  Pulgas  Balancing 
Reservoir  Structural  Rehabilitation  &  Roof  Replacement;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  by  S.  J. 
Amoroso  Construction  Company,  Inc.,  for  Water  Enterprise,  WSIP-funded  Contract  No.  WD- 
2573,  Pulgas  Balancing  Reservoir  Structural  Rehabilitation  &  Roof  Replacement,  for 
constructing  a  new  roof;  and  authorize  the  final  payment  to  the  contractor. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  25,  2012. 


Secretary,  Public  Utilities  Commission 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0170 


WHEREAS,  On  October  25,  2011,  per  Resolution  No.  11-0178,  this  Commission 
approved  the  award  of  Local  Water  Conveyance/  Distribution  Program-funded  Contract  No. 
WD-2445,  8-Inch  Ductile  Iron  Pipe  Main  Installation  on  Second,  New  Montgomery,  Stevenson, 
Minna  and  Annie  Streets,  to  P  &  J  Utility  Company;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  January  9, 
2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,507,062  and  the  original  contract 
duration  was  240  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  is  being  requested  for  $98,799  for  miscellaneous  force 
account  work  and  construction  delays  due  to  differing  and  difficult  site  conditions  at  several 
locations;  unforeseen  underground  obstructions,  including  basement  walls,  underground  steel  I- 
beams,  and  removal  of  nearly  2,000  feet  of  abandoned  gas  line;  a  20-foot  deep  excavation  and 
shoring  requirement  for  a  large  fire  service  renewal;  and  a  delay  due  to  rejection  and  redelivery 
of  defective  6-inch  gate  valves,  increasing  the  contract  amount  to  $1,605,861  and  a  with  time 
extension  of  73  consecutive  calendar  days  for  a  total  contract  duration  of  313  consecutive 
calendar  days;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  20.9%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract; 
and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW260  -  Local  Water  Conveyance/ 
Distribution  Program;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  Local  Water 
Conveyance/  Distribution  Program-funded  Contract  No.  WD-2445,  8-hich  Ductile  Iron  Main 
Installation  on  Second,  New  Montgomery,  Stevenson,  Minna  and  Annie  Streets,  with  P  &  J 
Utility  Company,  for  miscellaneous  force  account  work  and  construction  delays  due  to  differing 
site  conditions  and  unforeseen  underground  obstructions,  increasing  the  contract  amount  by 
$98,799.02,  for  a  total  contract  amount  of  $1,605,861,  and  with  a  time  extension  of  73 
consecutive  calendar  days  for  a  total  contract  duration  of  313  consecutive  calendar  days. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  25,  2012. 


Secretary,  Public  Utilities  Commission 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0171 


WHEREAS,  Construction  has  been  completed  for  Local  Water  Conveyance/Distribution 
Program-funded  Contract  No.  WD-2604,  City  Distribution  Division  (CDD)  2009-2010  As- 
Needed  Paving  Contract  for  main  replacement  by  CDD  Crews,  by  the  contractor,  A.  Ruiz 
Construction  Co.  &  Associates,  Inc.;  and 

WHEREAS,  On  September  22,  2009,  per  Resolution  No.  09-0158,  this  Commission 
awarded  Contract  No.  WD-2604  CDD  2009-2010  As-Needed  Paving  Contract  for  Main 
Replacement  by  CDD  Crews,  in  the  amount  of  $3,699,100,  to  the  lowest,  qualified  responsible 
and  responsive  bidder,  A.  Ruiz  Construction  Co.  &  Associates,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  November  23, 
2009,  with  an  original  schedule  of  365  consecutive  calendar  days  and  the  contract  work  was 
completed  in  730  consecutive  calendar  days  on  November  22,  201 1;  and 

WHEREAS,  The  original  contract  amount  was  for  $3,699,100  and  the  original  contract 
duration  was  365  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.l  was  issued  for  a  time  extension  of  365  consecutive 
calendar  days  because  the  original  contract  term  utilized  only  16%  of  the  contract  value;  this 
modification  allowed  the  City  to  realize  cost  savings  by  not  utilizing  resources  for  rebidding  a 
contract  that  had  available  capacity,  increasing  the  contract  duration  to  730  consecutive  calendar 
days;  and 

WHEREAS,  Modification  No.  2  (Final)  is  being  requested  for  ($1,844,637)  to  account 
for  actual  labor  and  materials  required  to  complete  the  work  under  bid  item  allowances, 
decreasing  the  contract  amount  to  $1,854,463;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  substantially  comply  with  the 
Contract  Monitoring  Division  (CMD)  subcontracting  goals  17.35%  Local  Business  Enterprise 
(LBE)  submitted  for  this  contract,  achieving  a  final  LBE  participation  of  7.14%  due  to  decreased 
task  work  orders  from  CDD;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW260,  Local  Water  Conveyance/ 
Distribution  Program;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  A.  Ruiz 
Construction  Co.  &  Associates,  Inc.  for  Local  Water  Conveyance/Distribution  Program-funded 
Contract  No.  WD-2604,  CDD  2009-2010  As-  Needed  Paving  Contract  for  main  replacement  by 
CDD  Crews;  approve  Modification  No.  2  (Final)  to  account  for  actual  labor  and  materials 
required  to  complete  the  work  under  bid  item  allowances,  decreasing  the  contract  by  $1,844,637, 
for  a  total  contract  amount  of  $1,854,462,  and  with  a  total  contract  duration  of  730  consecutive 
calendar  days;  and  authorize  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  25,  2012. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0172 


WHEREAS,  Wastewater  Enterprise  (WWE),  Capital  Improvement  Program  (CIP)- 
funded  and  Department  of  Public  Works  (DPW)  Pavement  Renovation  Program-funded  Contract 
No.  WW-501,  Western  Addition/North  Beach/Marina  Districts  Sewer  Replacement  and 
Pavement  Renovation  was  advertised  on  July  27,  2012;  and 

.  WHEREAS,  The  Engineer's  Estimate  is  $3,424,104  for  this  construction  contract  work  to 
replace  the  existing  sewers  and  street  pavement  from  curb  to  curb  on  various  streets  in  the 
Western  Addition/North  Beach/Marina  Districts  of  the  City  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  250  consecutive  calendar  days;  and 

WHEREAS,  On  August  2,  2012  the  Bureau  of  Environmental  Management  determined 
the  proposed  project  was  statutorily  exempt  from  the  California  Environmental  Quality  Act 
under  Section  18282(k)  and  Public  Resources  Code  Section  21080.21  and  on  August  16,  2012 
the  San  Francisco  Planning  Department  Environmental  Review  Officer  concurred  with  the 
determination;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  August  23,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Precision  Engineering  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  12%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  Precision  Engineering  committed  to  a 
12.2%  participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  SFPUC  Project  No.  CENMSCIC,  Western 
Addition/North  Beach/Marina  Districts  Sewer  Replacement  and  DPW  Project  No. 
CPWTRNSR7B,  Western  Addition/North  Beach/Marina  Districts  Pavement  Renovation;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE  CIP-funded  and  DPW  Pavement  Renovation  Program- funded  Contract  No.  WW- 
501,  Western  Addition/North  Beach/Marina  Districts  Sewer  Replacement  and  Pavement 
Renovation,  in  the  amount  of  $3,641,503  (of  which  $2,750,314  is  funded  by  WWE  and  $891,189 
is  funded  by  DPW),  to  the  lowest,  qualified,  responsible  and  responsive  bidder.  Precision 
Engineering,  Inc. 

hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  25,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


12-0173 


WHEREAS,  On  January  11,  2011,  per  Resolution  No.  11-0007,  this  Commission 
approved  the  award  of  Wastewater  Enterprise,  Capital  Improvement  Program  (ClP)-funded 
Contract  No.WW-513,  North  Shore  and  Mariposa  Pump  Station  Improvements  to  Cal  State 
Constructors,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  March  3,  2011;  and 

WHEREAS,  The  original  contract  amount  was  for  $4,847,000  and  the  original  contract 
duration  was  390  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1-3,  per  Resolution  No.  12-0056  approved  on  April  24, 
2012,  and  Modifications  2  &3  were  approved  in  sum  for  an  increase  of  $180,653  and  a  time 
extension  of  150  consecutive  calendar  days  to  address  unforeseen  conditions  of  existing  piping, 
electrical,  mechanical  and  instrumentation,  and  related  items,  increasing  the  total  contract 
amount  to  $5,027,653  and  extending  the  total  contract  duration  to  540  consecutive  calendar  days; 
and 

WHEREAS,  Modification  No.  4  is  being  requested  for  a  time  extension  of  90 
consecutive  calendar  days  to  complete  the  contract  work  that  was  delayed  due  to  emergency 
work  on  the  North  Shore  Force  Main,  extending  the  total  contract  duration  to  630  consecutive 
calendar  days;  and 

WHEREAS,  The  Planning  Department  issued  a  Class  1  categorical  exemption  # 
2020.0402E  for  the  project  on  June  1,  2010;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  13%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract; 
and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC40  -  WW-513,  North 
Shore  and  Mariposa  Pump  Station  Improvements;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  4  to  Wastewater 
Enterprise,  Capital  Improvement  Program  (ClP)-funded  Contract  No.  WW-513,  North  Shore  and 
Mariposa  Pump  Station  Improvements,  with  Cal  State  Constructors,  Inc.,  to  complete  the 
improvements  for  pump  station  reliability  delayed  by  emergency  work  on  the  North  Shore  Force 
Main,  increasing  the  contract  duration  by  90  consecutive  calendar  days  for  total  contract  duration 
of  630  consecutive  calendar  days. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  25,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0174 


WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  developed 
a  project  description  under  the  Water  System  Improvement  Program  (WSIP)  for  the 
improvements  to  the  regional  water  supply  system,  otherwise  known  as  Project  No.  CUW37403, 
San  Antonio  Backup  Pipeline  (Project)  in  the  Sunol  area  of  Alameda  County,  California;  and 

WHEREAS,  the  Project  is  an  improvement  facility  project  approved  by  the  SFPUC  as 
part  of  the  WSIP;  and 

WHEREAS,  a  Final  Program  Environmental  Impact  Report  (PEIR)  was  prepared  for  the 
WSIP  and  certified  by  the  Planning  Commission  on  October  30,  2008  by  Motion  No.  17734;  and 

WHEREAS,  thereafter,  the  SFPUC  approved  the  WSIP  and  adopted  findings  and  a 
Mitigation  Monitoring  and  Reporting  Program  (MMRP)  as  required  by  California  Environmental 
Quality  Act  (CEQA)  on  October  30,  2008  by  Resolution  No.  08-200;  and 

WHEREAS,  the  PEIR  has  been  made  available  for  review  by  the  SFPUC  and  the  public, 
and  is  part  of  the  record  before  this  Commission; 

WHEREAS,  the  objectives  of  the  Project  are  to  provide  reliable  conveyance  capacity  for 
emergency  discharges  of  Hetch  Hetchy  water  supplies  during  events  that  impair  water  quality  or 
during  facility  outages,  and  increase  operational  flexibility  and  delivery  reliability  during 
emergencies  and  planned  maintenance;  and 

WHEREAS,  on  September  20,  2012,  the  San  Francisco  Planning  Commission  reviewed 
and  considered  the  Final  Environmental  Impact  Report  (FEIR)  for  the  Project  in  Planning 
Department  File  No.  2007.0039E,  consisting  of  the  Draft  Environmental  Impact  Report  (EIR) 
and  the  Comments  and  Responses  document,  and  found  that  the  contents  of  said  report  and  the 
procedures  through  which  the  FEIR  was  prepared,  publicized  and  reviewed  complied  with  the 
provisions  of  the  CEQA,  the  CEQA  Guidelines  and  Chapter  31  of  the  San  Francisco 
Administrative  Code  and  found  further  that  the  FEIR  reflects  the  independent  judgment  and 
analysis  of  the  City  and  County  of  San  Francisco,  is  adequate,  accurate  and  objective,  and  that 
the  Comments  and  Responses  document  contains  no  significant  revisions  to  the  Draft  EIR,  and 
certified  the  completion  of  said  FELR  in  compliance  with  CEQA  and  the  CEQA  Guidelines  in  its 
Motion  No.  18705;  and 

WHEREAS,  the  FEIR  prepared  for  the  Project  is  tiered  from  the  PEIR,  as  authorized  by 
and  in  accordance  with  CEQA  and  the  CEQA  Guidelines;  and 

WHEREAS,  the  FEIR  analyzed  three  approaches  to  dewatering  Pit  F3-East  after  a 
discharge  of  quality- impaired  Hetch  Hetchy  water.  Under  Approach  1,  a  two-step  pumping 
method  would  be  utilized,  where  water  would  first  be  pumped  from  Pit  F3-East  to  a  new 
Alameda  Creek  Pumping  Station,  which  would  in  turn  pump  water  to  San  Antonio  Reservoir. 
Under  Approach  2  (Pumping  Variant  1)  water  would  be  pumped  directly  from  Pit  F3-East  to 


either  San  Antonio  Reservoir  or  the  Sunol  Valley  Water  Treatment  Plant  (SVWTP).  Under 
Approach  3  (Pumping  Variant  2)  water  could  either  be  pumped  to  a  new  Alameda  Creek 
Pumping  Station  or  to  San  Antonio  Reservoir  or  the  SVWTP  directly.  The  current  design  of  the 
Project  includes  Approach  2  (Pumping  Variant  1),  which  is  the  staff  recommended  and  preferred 
approach;  and 

WHEREAS,  this  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FEIR,  all  written  and  oral  information  provided  by  the  Plarming  Department,  the  public, 
relevant  public  agencies,  SFPUC  and  other  experts  and  the  administrative  files  for  the  Project 
and  the  EIR;  and 

WHEREAS,  the  Project  and  EIR  files  have  been  made  available  for  review  by  the 
SFPUC  and  the  public,  and  those  files  are  part  of  the  record  before  this  Commission;  and 

WHEREAS,  the  Planning  Department,  Steven  H.  Smith,  is  the  custodian  of  records, 
located  in  File  No  2OO7.0O39E  ,  at  1650  Mission  Street,  Fourth  Floor,  San  Francisco,  California; 
and 

WHEREAS,  SFPUC  staff  prepared  proposed  findings,  as  required  by  CEQA,  (CEQA 
Findings)  and  a  proposed  MMRP,  which  material  was  made  available  to  the  public  and  the 
Commission  for  the  Commission's  review,  consideration  and  action;  now,  therefore,  be  it 

RESOLVED,  this  Commission  has  reviewed  and  considered  the  FEIR,  finds  that  the  FEIR  is 
adequate  for  its  use  as  the  decision-making  body  for  the  actions  taken  herein,  and  hereby  adopts 
the  CEQA  Findings,  including  the  statement  of  overriding  considerations,  attached  hereto  as 
Exhibit  A  and  incorporated  herein  as  part  of  this  Resolution  by  this  reference  thereto,  and  adopts 
the  MMRP  attached  to  this  Resolution  as  Attachment  B  and  incorporated  herein  as  part  of  this 
Resolution  by  this  reference  thereto;  and  be  it 

FURTHER  RESOLVED,  that  this  Commission  authorizes  the  General  Manager,  or  his 
designee,  to  obtain  any  necessary  permits,  consents  from,  and/or  other  agreements  with  the 
California  Department  of  Water  Resources  and  the  Pacific  Gas  &  Electric  Company  relating  to 
proposed  Project  construction  activities  and  the  relocation  of  existing  utilities  owned  or  operated 
by  these  entities  within  or  adjacent  to  the  Project  area.  These  permits  or  agreements  shall  be 
consistent  with  SFPUC  existing  fee  or  easement  interests,  where  applicable.  To  the  extent  that 
the  terms  and  conditions  of  the  required  permits,  instruments,  or  agreements  require  SFPUC  to 
indemnify  other  parties,  those  indemnity  obligations  are  subject  to  review  and  approval  by  the 
San  Francisco  Risk  Manager.  The  General  Manager  may  agree  to  such  other  terms  and 
conditions  (e.g.  maintenance,  repair,  and  responsibility  for  relocation  of  utilities  or 
improvements)  that  are  in  the  public  interest,  are  consistent  with  the  SFPUC's  existing  rights,  and 
in  the  judgment  of  the  General  Manager,  in  consultation  with  the  City  Attorney,  are  reasonable 
and  appropriate;  and  be  it 

FURTHER  RESOLVED,  that  this  Commission  authorizes  the  General  Manager,  or  his 
designee,  to  (i)  exercise  any  City  or  SFPUC  right  under  any  deed,  easement,  lease,  permit,  or 
license  as  required  or  advisable  in  connection  with  the  Project,  and  (ii)  negotiate  and  execute 
with  owners  or  occupiers  of  property  interests  or  utility  facilities  or  improvements,  on,  along, 


over,  under,  adjacent  to,  or  in  the  vicinity  of  the  SFPUC's  watershed  lands,  new  or  amended 
easements,  leases,  permits,  licenses,  encroachment  removal,  or  other  project  related  agreements 
(each,  a  Use  Instrument)  with  respect  to  uses  and  structures,  fences,  and  other  above-ground  or 
subterranean  improvements.  The  General  Manager's  authority  so  granted  includes  the  authority, 
if  necessary  for  the  Project,  to  enter  into,  amend,  or  exercise  rights  under  existing  or  new  Use 
Instruments  with  any  owner  or  occupier  of  property  on,  along,  over,  under,  adjacent  to,  or  in  the 
vicinity  of  the  SFPUC  right-of-way,  including  Use  Instruments  required  to  accommodate  project 
construction  activities  or  schedule,  or  to  implement  Project  mitigation  measures.  Any  such  new 
or  amended  Use  Instrument  will  be  in  a  form  that  the  General  Manager  determines  is  in  the 
public  interest  and  is  acceptable,  necessary,  and  advisable  to  effectuate  the  purposes  and  intent  of 
this  Commission  Resolution,  and  in  compliance  with  the  Charter  and  all  applicable  laws,  and 
approved  as  to  form  by  the  City  Attorney;  and  be  it 

FURTHER  RESOLVED,  that  the  General  Manager  or  his  designee  is  authorized  to  apply 
for,  and  if  necessary,  seek  Board  of  Supervisors'  approval,  and,  if  approved,  accept  and  execute 
required  approvals  by  U.S.  Army  Corps  of  Engineers,  U.S.  Fish  &  Wildlife  Service,  California 
Department  of  Fish  and  Game,  Bay  Area  Air  Quality  Management  District,  San  Francisco  Bay 
Regional  Water  Quality  Control  Board,  and  any  other  regulatory  approvals  as  required.  To  the 
extent  that  the  terms  and  conditions  of  the  necessary  approvals  will  require  SFPUC  to  indemnify 
other  parties,  those  indemnity  obligations  are  subject  to  review  and  approval  by  the  San 
Francisco  Risk  Manager.  The  General  Manager  is  authorized  to  agree  to  such  terms  and 
conditions  that  are  within  the  lawful  authority  of  the  agency  to  impose,  in  the  public  interest, 
and,  in  the  judgment  of  the  General  Manager,  in  consultation  with  the  City  Attorney,  are 
reasonable  and  appropriate  for  the  scope  and  duration  of  the  required  approval,  as  necessary  for 
the  Project;  and  be  it 

FURTHER  RESOLVED,  that  this  Commission  hereby  approves  Project  No.  CUW37403, 
San  Antonio  Backup  Pipeline,  and  authorizes  staff  to  proceed  with  actions  necessary  to 
implement  the  Project. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Pubiic  Utilities 
Commission  at  its  meeting  of  September  25,  2012 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0175 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  ("SFPUC")  desires  to 
purchase  that  certain  real  property  in  the  City  and  County  of  San  Francisco,  consisting  of 
approximately  4.68  acres  of  land,  and  improvements  on  the  Property,  consisting  of  one  two-story 
office  building,  and  one  two-story  office/industrial  building  (collectively,  the  "Property"),  from 
3rd  &  Evans,  LLC,  a  California  limited  liability  company  ("Seller");  and 

WHEREAS,  The  SFPUC  wishes  to  enter  into  a  Purchase  and  Sale  Agreement 
(Agreement)  with  the  Seller,  for  the  purchase  of  the  Property,  including  all  right,  title  and  interest 
in  and  to  the  Land,  Improvements,  and  all  privileges  and  easements  incidental  or  appurtenant  to 
the  Property  and  Improvements  (collectively,  the  Property),  for  the  agreed-upon  purchase  price 
of  $15  million,  a  copy  of  which  Agreement  is  on  file  with  the  Secretary  of  the  SFPUC;  and 

WHEREAS,  The  Planning  Department  determined  that  approval  of  this  Purchase  and 
Sale  Agreement  does  not  constitute  a  project  under  CEQA  on  August  1,  2012;  and 

WHEREAS,  The  Property  was  appraised  in  March  2012  at  $16,000,000  by  Cameghi- 
Blum  &Partners,  MAI  and  approved  for  use  by  the  Department  of  Real  Estate;  and 

WHEREAS,  The  SFPUC  has  allocated  $20,000,000  in  the  FY  2012  -  2013  /2013  -  2014 
budget  (Project:  CWWFAC  -  Facilities  and  Infrastructure  Improvements),  which  is  available  for 
the  purchase  of  the  Property;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  cormection  with  this  Agreement;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  the  Agreement,  and  authorizes  and  directs  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  said  Agreement,  subject  to  Board  of 
Supervisors  approval  pursuant  to  Charter  Section  9.118;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  San  Francisco  Public  Utilities  Commission  to  enter  into  any  amendments  or  modifications 
to  the  Agreement,  including  without  limitation,  the  exhibits  and  to  enter  into  any  other  related 
documents,  instruments,  memorandum  or  other  agreements  reasonably  necessary  to  consummate 
the  transaction  contemplated  in  the  Agreement,  that  the  General  Manager  determines,  in 
consultation  with  the  City  Attorney:  are  in  the  best  interest  of  the  City;  do  not  materially  increase 
the  obligations  or  liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and 
intent  of  the  Agreement  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws, 
including  the  City  Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  25,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0176 


WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  developed  a  project 
description  to  replace  an  existing  bridge,  otherwise  known  as  Project  No.  CUW26403,  Geary  Road 
Bridge  Replacement  Project  (Project)  in  the  Sunol  area  of  Alameda  County,  California;  and 

WHEREAS,  The  purpose  of  the  proposed  Project  is  to  replace  the  existing  wooden  bridge  with 
a  new  concrete  and  steel  bridge  that  can  accommodate  vehicular  and  pedestrian  usage,  including 
vehicles  that  currently  must  bypass  the  existing  bridge  because  of  load  restrictions  and  drive  through 
Alameda  Creek;  and 

WHEREAS,  A  Preliminary  Mitigated  Negative  Declaration  for  the  Project  was  prepared  and 
published  for  public  review  on  June  13,  2012;  and 

WHEREAS,  The  Preliminary  Mitigated  Negative  Declaration  was  available  for  public 
comment  until  July  12,  2012;  and 

WHEREAS,  On  September  10,  2012,  the  Environmental  Review  Officer  (ERO),  San  Francisco 
Planning  Department,  reviewed  and  considered  the  Final  Mitigated  Negative  Declaration  and  found 
that  the  contents  of  said  report  and  the  procedures  through  which  the  Final  Mitigated  Negative 
Declaration  was  prepared,  publicized,  and  reviewed  complied  with  the  California  Environmental 
Quality  Act  (California  Public  Resources  Code  Sections  21000  et  seq.)  (CEQA),  14  California  Code 
of  Regulations  Sections  15000  et  seq.  (the  CEQA  Guidelines)  and  Chapter  31  of  the  San  Francisco 
Administrative  Code  (Chapter  31);  and 

WHEREAS,  The  ERO,  San  Francisco  Planning  Department,  found  the  Final  Mitigated 
Negative  Declaration  was  adequate,  accurate  and  objective,  reflected  the  independent  analysis  and 
judgment  of  the  Planning  Department,  and  that  the  summary  of  comments  and  responses  contained  no 
significant  revisions  to  the  Preliminary  Mitigated  Negative  Declaration,  and  issued  the  Final  Mitigated 
Negative  Declaration  for  the  Project  in  compliance  with  CEQA,  the  CEQA  Guidelines  and  Chapter 
31;  and 

WHEREAS,  The  Planning  Department,  is  the  custodian  of  records,  located  in 
File  No.  2O08.O386E,  at  1650  Mission  Street,  Fourth  Floor,  San  Francisco,  California;  and 

WHEREAS,  The  Final  Mitigated  Negative  Declaration,  CEQA  Findings  (Attachment  A),  and 
Mitigation  Monitoring  and  Reporting  Program  (MMRP)  (Attachment  B),  were  made  available  to  the 
public  and  this  Commission  for  this  Commission's  review,  consideration  and  action;  now,  therefore, 
be  it 

RESOLVED,  That  the  Commission  has  reviewed  and  considered  the  Final  Mitigated  Negative 
Declaration  and  the  record  as  a  whole,  finds  that  the  Final  Mitigated  Negative  Declaration  is  adequate 
for  its  use  as  the  decision-making  body  for  the  Project,  that  there  is  no  substantial  evidence  that  the 


Project  will  have  a  significant  effect  on  the  environment  with  the  adoption  of  the  mitigation  measures 
contained  in  the  MMRP  to  avoid  potentially  significant  environmental  effects  associated  with  the 
Project  and  that  the  Final  Mitigated  Negative  Declaration  reflects  the  City's  independent  judgment  and 
analysis,  and  hereby  adopts  the  Final  Mitigated  Negative  Declaration;  and  be  it 

FURTHER  RESOLVED,  That  the  Commission  hereby  adopts  the  CEQA  Findings  and  the 
MMRP  attached  hereto  as  Exhibits  A  and  B  and  incorporated  herein  as  part  of  this  Resolution  by  this 
reference  thereto  and  commits  to  all  required  mitigation  measures  identified  in  the  Final  Mitigated 
Negative  Declaration  and  contained  in  the  MMRP;  and  be  it 

FURTHER  RESOLVED,  That  the  SFPUC  shall  ensure  implementation  of  all  mitigation 
measures  identified  in  the  MMRP  either  directly  or  via  binding  contractual  mechanisms.  The  SFPUC 
finds  that  the  measures  it  is  adopting  can  be  carried  out  by  the  SFPUC  at  the  designated  time  and  are 
feasible  at  this  time;  and  be  it 

FURTHER  RESOLVED,  That  the  General  Manager  or  his  designee  is  authorized  to  seek 
Board  of  Supervisors'  approval,  if  necessary,  and,  as  applicable,  obtain  permits  and  approvals  from 
State  and  Federal  resource  agencies;  and  be  it 

FURTHER  RESOLVED,  that  this  Commission  hereby  approves  Project  No.  CUW26403, 
Geary  Road  Bridge  Replacement  Project,  and  authorizes  staff  to  proceed  with  actions  necessary  to 
implement  the  Project. 

I  hereby  certify  that  the  foregoing  resoiution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  25,  2012. 

Secretary,  Public  Utilities  Commission 


San  Francisco 

Water .  -ower  Sewer 

Services  of  tlie  San  Francisco  Public  Utilities  Commission 

San  Francisco  public  utilities  commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 
Tuesday,  October  9,  2012 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  Infomiation,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.ora 
Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood@sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409, 1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfaov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfaov.orq/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  September  25,  2012 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  WSIP  Update 

b)  Update  on  Community  Choice  Aggregation  Program,  CleanPowerSF 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13'^  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

8.    All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)   Approve  and  award  Contract  JOC-41 ,  General  Engineering  (A-License)  for  San 
Francisco/Peninsula/East  Bay  to  Hetch  Hetchy,  for  a  not-to-exceed  amount  of 
$5,000,000  to  the  lowest,  qualified,  responsible  and  responsive  bidder.  Verba  Buena 
Engineering  and  Construction,  Inc.,  to  perform  general  engineering  and  construction 
tasks  for  all  San  Francisco  Public  Utilities  Commission  Enterprise  Operations  and 
Bureaus.  JOC-41  is  the  first  of  three  A-License  JOC  contracts  issued  under  the 
same  bid  documents  but  with  separate  bid  openings;  JOC-42  and  JOC-43  will  be 
awarded  separately  by  the  Commission.  (Fine) 


b)  Accept  the  work  performed  by  JMB  Construction,  Inc.,  for  Contract  WD-2556, 
Baden  and  San  Pedro  Valve  Lot  Improvements,  for  the  replacement  of  pumps  at  the 
Baden  Pump  Station  and  various  seismic  upgrades  at  the  Baden  and  San  Pedro 
Valve  Lots,  the  Puigas  Pump  Station,  and  the  Pulgas  Tunnel  Air  Shaft,  and 
authorize  the  final  payment  to  the  contractor.  (Bajwa) 

c)  Approve  the  selection  of  Davis  &  Associates;  Award  Agreement  No.  CS-227, 

Advertising  and  Marketing  Services  for  CleanPowerSF  to  provide  public  education, 
community  engagement,  advertising  and  outreach  services  for  CleanPowerSF,  the 
City's  Community  Choice  Aggregation  program;  Autliorize  the  General  Manager  to 
negotiate  and  execute  a  professional  services  agreement  with  Davis  &  Associates 
for  an  amount  not-to-exceed  $1 ,400,000,  and  with  a  duration  of  five  years. 

(Hale) 

d)  Approve  the  terms  and  conditions  and  autliorize  the  General  Manager  to  execute 
a  revocable  permit  to  the  Fair  Oaks  Beautificatlon  Association  (FOBA)  for  the  use 
of  approximately  14,000  square  feet  of  SFPUC  property  located  at  the  intersection  of 
1 8"^  Avenue  and  Bay  Road  in  the  City  of  Menio  Park  as  a  public  park.  (Russell) 

REGULAR  BUSINESS 

9.  Discussion  and  possible  action  to  adopt  revised  San  Francisco  Public  Utilities 
Commission  Rules  of  Order,  including  possible  revisions  to  reflect  changes  in  law, 
changes  in  address  for  the  SFPUC  Administration  Building,  changes  In  the  order  of 
business,  changes  in  notice  procedures  for  rate  hearings,  and  such  other  matters 
that  the  Commission  may  propose.  (Moran) 

1 0.  Approve  revisions  to  the  cost  of  four  projects  being  delivered  as  part  of  the  Water 
System  Improvement  Program  (WSIP):  San  Joaquin  Pipeline  System,  Tesia 
Treatment  Facility,  Vegetation  Restoration  of  WSIP  Construction  Sites  (new  project), 
and  Program  Management,  for  a  total  additional  cost  of  $13,470,112;  Direct  staff 
to  seek  approval  from  the  Board  of  Supervisors  Finance  Committee  for  the  release 
of  funds  from  the  WSIP  Program  Management  Reserve.  (Labonte) 

1 1 .  Authorize  the  General  Manager  to  negotiate  and  execute  a  IVIemorandum  of 
Understanding  with  North  San  Mateo  County  Sanitation  District,  a  subsidiary  of  the 
City  of  Daly  City,  for  an  amount  not  to  exceed  $250,000  and  with  a  duration  of  18 
months,  which  will  authorize  consulting  services  necessary  to  assess  the  feasibility 
of  Increasing  filter  loading  and  recycled  water  production  and  supply  from  Daly  City's 
Westlake  Plant.  (Ritchie) 

12.  Discussion  and  possible  action,  in  accordance  with  Rule  6  of  the  San  Francisco 
Public  Utilities  Commission  Rules  of  Order,  to  nominate  and  elect  officers. 

(Moran) 

13.  Other  new  business. 


ADJOURNMENT 


San  Francisco 
Water  w'/^r 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


MINUTES 
Tuesday,  October  9,  2012 

(Approved  10-23-12) 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Anson  B.  Moran,  President 
Art  Torres,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Vince  Courtney 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUG  web  site:  www.sfwater.ora 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.aranicus.comA/iewPublisher.phD7view  id=22 


1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:46  PM 


2.  Roll  Call 

Present:  Moran,  Caen  and  Victor 
Excused:  Torres  and  Courtney 

3.  Approval  of  Minutes  of  October  9.  2012 

On  Motion  to  approve  tlie  minutes  of  October  9, 2012 
A  YES:  Moran,  Caen,  and  Vietor 

Public  Comments 
None. 

4.  Public  Comments 

•   Members  of  the  public  may  address  the  Commission  on  matters  that  are 
within  the  Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 

a)  WSIP  Update 

Mr.  Jeet  Bajwa  provided  a  WSIP  update,  focusing  on  Calaveras  Dam  and 
discussed  the  challenges  with  the  project.  Brief  discussion  took  place  on  the 
project  costs  and  timeline. 

Commissioner  Caen  asked  that  staff  provide  a  summary  of  the  Project,  detailing 
the  number  of  people,  including  both  SFPUC  staff  and  consultants  that  has 
worked  on  the  Project. 

b)  Update  on  Communitv  Choice  Aggreqation  Program.  CleanPowerSF 

Ms.  Barbara  Hale,  AGM  Power,  presented  an  update  of  the  CleanPowerSF 
Program,  specifically  outlining:  Key  program  components;  Board  of  Supervisors' 
approval  of  the  Shell  contract  and  subsequent  amendments;  Communications 
strategy;  Conditions  prior  to  launch;  and  Next  steps.  Discussion  ensued  on  the 
opt-out  vs.  opt-in  provision  and  the  demographics  of  potential  customers,  past 
polling  efforts,  future  outreach  plans  and  plans  for  the  hiring  of  a  consultant. 

Commissioner  Caen  requested  that  staff  provide  a  roadmap  of  issues  and 
actions,  with  benchmarks  noted. 


It  was  suggested  and  agreed  that  staff  will  provide  a  CleanPowerSF  update  at 
each  Commission  meeting. 

Public  Comments 

•  Commissioner  Joshua  Arce,  Department  of  the  Environment  (DOE) 
presented  DOE  Resolution  No.  009-1 2-COE  in  support  of  the  CleanPowerSF 
Program,  and  expressed  their  excitement  in  working  with  the  SFPUC  on  the 
Program. 

•  Mr.  Eric  Brooks,  representing  the  SF  Green  Party  and  local  grassroots 
organization  "Our  City",  expressed  a  desire  that  the  public  be  well-informed 
about  the  CleanPowerSF  Program  and  that  non-English  speakers  are 
properly  informed. 

•  Mr.  David  Pilpel  expressed  his  thoughts  on  the  CleanPowerSF  Program, 
specifically  with  the  initial  phase  of  the  project  and  rate  setting  process. 

•  Mr  Art  Jensen,  BAWSCA,  presented  his  thoughts  on  the  WSIP  update  and 
the  Calaveras  Dam  issue.  He  noted  that  BAWSCA  is  pleased  with  the  action 
that  has  been  taken  to  address  the  problem  and  noted  that  they  will  continue 
to  monitor  progress. 

8.     Consent  Calendar 

a)  Approve  and  award  Contract  JOC-41 ,  General  Engineering  (A-License)  for  San 
Francisco/Peninsula/East  Bay  to  Hetch  Hetchy,  for  a  not-to-exceed  amount  of 
$5,000,000  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Verba  Buena 
Engineering  and  Construction,  Inc.,  to  perform  general  engineering  and  construction 
tasks  for  all  San  Francisco  Public  Utilities  Commission  Enterprise  Operations  and 
Bureaus.  (Resolution  12-0177) 

b)  Accept  the  work  performed  by  JMB  Construction,  Inc.,  for  Contract  WD-2556,  Baden 
and  San  Pedro  Valve  Lot  Improvements,  for  the  replacement  of  pumps  at  the  Baden 
Pump  Station  and  various  seismic  upgrades  at  the  Baden  and  San  Pedro  Valve 
Lots,  the  Pulgas  Pump  Station,  and  the  Pulgas  Tunnel  Air  Shaft,  and  authorize  the 
final  payment  to  the  contractor.  (Resolution  12-0178) 

c)  Approve  the  selection  of  Davis  &  Associates;  Award  Agreement  No.  CS-227, 
Advertising  and  Marketing  Services  for  CleanPowerSF  to  provide  public  education, 
community  engagement,  advertising  and  outreach  services  for  CleanPowerSF,  the 
City's  Community  Choice  Aggregation  program;  Authorize  the  General  Manager  to 
negotiate  and  execute  a  professional  services  agreement  with  Davis  &  Associates 
for  an  amount  not-to-exceed  $1 ,400,000,  and  with  a  duration  of  five  years. 
(Resolution  12-0180) 

d)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute  a 
revocable  permit  to  the  Fair  Oaks  Beautification  Association  for  the  use  of 
approximately  14,000  square  feet  of  SFPUC  property  located  at  the  intersection  of 
18'^  Avenue  and  Bay  Road  in  the  City  of  Menio  Park  as  a  public  park.  (Resolution 
12-0179) 


Mr.  David  Pilpel  requested  that  item  8c  be  removed  from  the  calendar. 

Public  Comment  (Items  8a,  b,  and  d) 

•  No  comment  on  items  8a,  b  and  d. 

On  Motion  to  approve  items  8a,  b,  and  d 
AYES:  Moran,  Caen,  and  Vietor 

Public  Comment  (Item  8c) 

•  Wr.  Pilpel  expressed  concern  over  the  not-to-exceed  amount  of  the  proposed 
contract  and  indicated  a  preference  to  see  outreach  efforts  performed  by  in- 
house  or  City  staff  rather  than  consultants. 

•  Mr  Eric  Brooks,  representing  the  SF  Green  Party  and  local  grassroots 
organization  Our  City  echoed  the  sentiments  of  Mr.  Pilpel  and  expressed  a 
desire  to  see  marketing  and  outreach  plans. 

Discussion  ensued  on  the  content,  scope,  and  amount  of  the  contract.  The 
Commission  expressed  a  strong  desire  to  see  a  scope  of  work,  communication 
and  outreach  plans,  and  the  results  of  another  survey  to  proposed  customers. 
The  contract  not-to-exceed  amount  of$1.4M  was  discussed,  with  concerns 
expressed  over  the  amount.  After  deliberations,  staff  recommended  that  that  the 
Commission  approve  the  contract  with  a  $100,000  limit  on  Task  Order  No.  1,  for 
the  development  of  a  communications,  outreach  and  marketing  plan  and 
customer  survey.  Authorization  of  funding  of  subsequent  Task  Orders  must  come 
back  to  the  Commission  for  additional  authorization  prior  to  work  commencing. 

Deputy  City  Ambrose  clarified  the  proposed  amendment. 

On  IVIotion  to  approve  item  8c,  AS  AMENDED 
AYES:  Moran,  Caen,  and  Vietor 

9.  Discussion  and  possible  action  to  adopt  revised  San  Francisco  Public  Utilities 
Commission  Rules  of  Order,  including  possible  revisions  to  reflect  changes  in  law, 
changes  in  address  for  the  SFPUC  Administration  Building,  changes  in  the  order  of 
business,  changes  in  notice  procedures  for  rate  hearings,  and  such  other  matters 
that  the  Commission  may  propose. 

President  Moran  continued  this  item  until  the  meeting  of  October  23^  to  allow  for  a 
quorum  of  the  Commission  to  participate  in  discussion  and  vote. 

Public  Comment 

•  Mr.  David  Pilpel  expressed  his  agreement  with  the  proposed  changes  and 
offered  further  amendments  to  rules  20  and  22  to  reference  "audio  recordings" 
rather  than  "tapes". 

1 0.  Approve  revisions  to  the  cost  of  four  projects  being  delivered  as  part  of  the  Water 
System  Improvement  Program:  San  Joaquin  Pipeline  System,  Tesia  Treatment 


Facility,  Vegetation  Restoration  of  WSIP  Construction  Sites  (new  project),  and 
Program  Management,  for  a  total  additional  cost  of  $13,470,1 12;  Direct  staff  to  seek 
approval  from  the  Board  of  Supervisors  Finance  Committee  for  the  release  of  funds 
from  the  WSIP  Program  Management  Reserve.  (Resolution  12-0181) 

Public  Comment 

•  None. 

On  Motion  to  approve  item  10 
AYES:  Moran,  Caen,  and  Vietor 

1 1 .  Authorize  the  General  Manager  to  negotiate  and  execute  a  Memorandum  of 
Understanding  with  North  San  Mateo  County  Sanitation  District,  a  subsidiary  of  the 
City  of  Daly  City,  for  an  amount  not  to  exceed  $250,000  and  with  a  duration  of  1 8 
months,  which  will  authorize  consulting  services  necessary  to  assess  the  feasibility 
of  increasing  filter  loading  and  recycled  water  production  and  supply  from  Daly  City's 
Westlake  Plant.  (Resolution  12-0182) 

Public  Comment 

•  None. 

On  Motion  to  approve  item  10 
AYES:  Moran,  Caen,  and  Vietor 

12.  Discussion  and  possible  action,  in  accordance  with  Rule  6  of  the  San  Francisco 
Public  Utilities  Commission  Rules  of  Order,  to  nominate  and  elect  officers. 

President  Moran  indicated  tliat  tie  wished  to  continue  ttiis  item  until  the  meeting  of 
October  2^^  to  allow  for  a  quorum  of  the  Commission  to  participate  in  discussion 
and  vote,  and  that  a  suspension  of  the  rules  would  be  required. 

On  Motion  to  Suspend  the  Rules  and  Continue  Item  12  to  October  23, 2012 
AYES:  Moran,  Caen,  and  Vietor 

Public  Comment 

•  None. 

13.  Other  new  business. 
None. 

President  Moran  adjourned  the  meeting  at  3:38  PM 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0177 


WHEREAS,  Contract  No.  JOC-41,  Job  Order  Contract,  General  Engineering  (A- 
License)  for  San  Francisco/Peninsula/East  Bay  to  Hatch  Hetchy,  was  advertised  on  August  6, 
2012;  and 

WHEREAS,  The  not-to-exceed  amount  is  $5,000,000  with  a  guaranteed  minimum 
amount  of  $50,000  for  this  construction  contract  to  accomplish  perform  general  engineering  and 
construction  tasks  for  all  San  Francisco  Public  Utilities  Commission  (SFPUC)  Enterprise 
Operations  and  Bureaus;  and 

WHEREAS,  The  contract  duration  is  three  years;  and 

WHEREAS,  The  Commission  authorizes  award  of  this  job  order  contract  for  work  to  be 
performed  under  future  task  orders,  which  will  identify  the  scope  of  work,  cost,  and  duration  of 
various  discrete  construction  activities.  No  task  order  requiring  environmental  review  will  be 
issued  until  environmental  review  has  been  completed.  No  task  order,  excluding  those  eligible 
for  statutory  or  categorical  exemption,  will  be  released  until  the  Commission  has  been  given  the 
opportunity  to  review  the  environmental  document  and  take  action  if  deemed  appropriate.  The 
work  under  this  job  order  contract  has  been  competitively  bid  per  unit  price  and  this  contractor  is 
the  lowest  responsible,  responsive  bidder  for  the  work  under  these  subsequent  task  orders;  and 

WHEREAS,  Nine  bids  were  received  and  opened  publicly  on  August  30,  2012;  and 

WHEREAS,  SFPUC  staff  review  of  the  bid  for  qualifications,  responsibility,  and 
responsiveness  resulted  in  the  establishment  of  Yerba  Buena  Engineering  &  Construction,  Inc.  as 
the  lowest,  qualified,  responsible  and  responsive  bidder  eligible  for  award  of  the  first  of  the  three 
General  Engineering  A-license  Job  Order  Contracts  (JOC-41,  JOC-42,  JOC-43);  and 

WHEREAS,  The  Award  Criteria  Figure  from  Yerba  Buena  was  .9125;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  20%  Local 
Business  Enterprise  (LBE)  participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  60  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funding  will  be  available  from  various  SFPUC  Enterprise  Funds  when  Task 
Orders  are  issued;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  Project  Manual  and 
Construction  Task  Catalog  ®  and  awards  Contract  No.  JOC-41,  Job  Order  Contract,  General 
Engineering  (A-License)  for  San  Francisco/Peninsula/East  Bay  to  Hetch  Hetchy,  for  a  not-to- 
exceed  amount  of  $5,000,000  with  minimum  guaranteed  amount  of  $50,000  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  Yerba  Buena  Engineering  &  Construction,  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  9,  2012. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


12-0178 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)-funded  Contract  No.  WD-2556,  Baden  and  San  Pedro  Valve  Lot 
Improvements  ,  by  the  Contractor,  JMB  Construction,  Inc.;  and 

WHEREAS,  On  February  24  2009,  by  Resolution  No.  09-0039,  this  Commission 
awarded  Contract  No.  WD-2556,  Baden  and  San  Pedro  Valve  Lot  Improvements  to  the  lowest, 
qualified  responsible  and  responsive  bidder,  JMB  Construction,  Inc.;  and 

WHEREAS,  The  original  contract  amount  was  for  $11,536,500  and  the  original  contract 
duration  was  725  consecutive  calendar  days;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  April  8,  2009,  with 
an  original  schedule  of  725  consecutive  calendar  days  and  the  contract  work  was  completed  in 
997  consecutive  calendar  days  on  December  30,  20 1 1 ;  and 

WHEREAS,  on  May  24,  2011,  by  Resolution  No.  11-0081,  this  Commission  extended 
the  contract  by  272  consecutive  calendar  days  for  a  revised  total  contract  duration  of  997 
consecutive  calendar  days,  and 

WHEREAS,  Modification  No.  1  was  issued  for  an  additional  $84,935  to  address  credits 
for  design  changes  due  to  differing  site  conditions  and  operational  requirements,  increasing  the 
total  contract  value  to  $11,621,435  and  extending  the  contract  duration  by  272  consecutive 
calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  determined  that  the  Contractor 
met  the  established  17.4%  Local  Business  Enterprise  (LBE)  subcontractor  participation  goal  by 
utilizing  a  total  of  20.8%  LBE  participation;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW391,  Baden  and  San  Pedro  Valve 
Lot  Improvements;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  by  JMB 
Construction,  Inc.,  for  Water  Enterprise,  WSIP-funded  Contract  No.  WD-2556,  Baden  and  San 
Pedro  Valve  Lot  Improvements,  for  replacement  of  pumps  at  the  Baden  Pump  Station  and 
various  seismic  upgrades  at  the  Baden  San  Pedro  Valve  Lots,  the  Pulgas  Pump  Station,  and  the 
Pulgas  Tunnel  Air  Shaft;  and  authorizes  the  final  payment  to  the  contractor. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  9,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0179 


WHEREAS,  the  City  and  County  of  San  Francisco  under  the  jurisdiction  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC),  owns  approximately  14,000  square  feet  of 
SFPUC  property,  also  known  as  Parcel  132,  located  at  the  intersection  of  18'*'  Avenue  and  Bay 
Road  in  the  City  of  Menlo  Park  (Permit  Area);  and 

WHEREAS,  the  Fair  Oaks  Beautification  Association  (FOB A)  requested  a  revocable 
permit  (Permit)  to  use  approximately  14,000  square  feet  of  SFPUC  property,  as  a  public  park 
landscaped  with  native  plants;  and 

WHEREAS,  The  SFPUC  agreed  to  issue  FOBA  a  Permit  for  a  term  not  to  exceed  five 
years  to  use  the  Permit  Area  as  a  public  park  without  payment  of  a  use  fee,  and  FOBA  has 
agreed  to  accept  such  terms  and  conditions  of  the  Permit;  and 

WHEREAS,  FOBA  is  a  501c  non-profit  entity;  and 

WHEREAS,  the  Real  Estate  Services  Division  determined  that  the  permit  fee  for 
use  of  the  Permit  Area  falls  within  the  non-profit  charitable  organization  guidelines  approved 
under  Resolution  12-0043;  and 

WHEREAS,  On  September  6,  2012  the  Bureau  of  Environmental  Management  has 
determined  that  issuance  of  a  revocable  permit  does  not  constitute  a  "project"  under  the 
California  Environmental  Quality  Act  Guidelines  definition,  under  Section  15378  as  there  would 
be  no  physical  change  in  the  environment;  now,  therefore,  be  it 

RESOLVED,  that  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  a 
Permit  to  FOBA  without  payment  of  a  use  fee,  for  use  of  the  Permit  Area  as  a  public  park 
landscaped  with  native  plants,  commencing  upon  final  execution;  and  be  it 

FURTHER  RESOLVED,  that  this  Commission  authorizes  the  General  Manager  to  take 
any  and  all  other  steps  he  or  the  City  Attorney  deems  necessary  and  advisable  to  effectuate  the 
purpose  and  intent  of  this  Resolution. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  October  9,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0180 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  will  utilize  contract  CS-227, 
Advertising  and  Marketing  Services  for  CleanPowerSF,  to  facilitate  the  implementation  of  a 
multi-pronged,  highly  targeted  public  education  and  advertising  program  for  CleanPowerSF;  and 

WHEREAS,  The  SFPUC  intends  to  undertake  an  extensive  public  education  and 
outreach  campaign,  in  multiple  languages,  and  with  particular  attention  to  low-income,  non- 
English  speaking,  monolingual  senior  communities,  to  ensure  that  prior  to  the  opt-out  process, 
residents  are  fully  aware  of  the  program,  its  features  and  its  costs;  and 

WHEREAS,  The  services  of  qualified  advertising/marketing/outreach  firms  are  necessary 
to  provide  specialized  communication  services  to  supplement  SFPUC  staff;  and 

WHEREAS,  The  estimated  cost  of  services  is  $1,400,000;  and 

WHEREAS,  The  proposal  was  advertised  on  February  2,  2012;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  November  2012  and  end  in  November 
2017  and  the  duration  of  this  agreement  is  five  years;  and 

WHEREAS,  SFPUC  staff  and  Human  Rights  Commission  (HRC)  review  of  the 
proposals  resulted  in  the  establishment  of  Davis  &  Associates  as  the  best  qualified  consulting 
firms;  and 

WHEREAS,  A  HRC  subconsulting  goal  of  2.7%  Minority  Business  Enterprise  (MBE) 
and  3.7%  Women's  Business  Enterprise  (WBE)  or  2.6%  Disadvantaged  Business  Enterprise 
(DBF)  or  9%  Local  Business  Enterprise  (LBE)  participation  has  been  established  for  this 
agreement;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  selecting  new  consultants  at  the  discretion  of 
the  General  Manager;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  selecting  new  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Project  CUH978-  Community  Choice  Aggregation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Davis  & 
Associates;  awards  Power  Enterprise  Hetch  Hetchy  Water  and  Power-funded  Agreement  No. 
CS-227,  Advertising  and  Marketing  Services  for  CleanPowerSF,  to  provide  pubUc  education, 
community  engagement,  advertising  and  outreach  services  for  CleanPowerSF,  the  City's 
Community  Choice  Aggregation  program;  and  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  negotiate  and  execute  a  professional  services 
agreement  with  Davis  &  Associates  for  an  amount  not-to-exceed  $1,400,000  and  with  a  duration 
of  five  years,  or,  in  the  event  negotiations  are  not  successful  or  City  requirements  are  not 
satisfied,  to  negotiate  and  execute  a  professional  services  agreement  with  the  next  highest  ranked 
proposer;  provided,  however,  that  staff  will  return  to  the  Commission  for  further  authorization 
prior  to  issuing  any  task  orders  beyond  the  initial  task  order  with  an  expenditure  of  not-to-exceed 
one  hundred  thousand  dollars  ($100,000.). 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  9,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0181 


WHEREAS,  On  May  28,  2002,  per  Resolution  No.  02-0101,  this  Commission  approved  a 
Long-Term  Strategic  Plan  for  Capital  Improvements,  a  Long-Range  Financial  Plan  and  a  Capital 
Improvement  Program  (CIP);  and 

WHEREAS,  On  November  5,  2002,  San  Francisco  residents  voted  to  approve 
Proposition  A  (Water  System  Improvement  Revenue  Bonds  and  Imposition  of  Surcharge  on 
Retail  Water  Customers),  a  revenue  bond  measure  to  fund  the  CIP  approved  by  the  Commission 
on  May  28,  2002;  and 

WHEREAS,  On  February  26,  2003,  pursuant  to  the  requirements  of  California  Assembly 
Bill  (AB)  1823,  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  submitted  to  the 
California  Department  of  Health  Services  (now  the  California  Department  of  Public  Health)  a 
report  outlining  the  projects,  schedule  and  implementation  plan  for  the  CIP;  and 

WHEREAS,  On  November  29,  2005  this  Commission  approved  project-level  changes  to 
the  CIP  and  by  doing  so  endorsed  the  revised  scope,  schedule  and  budget  of  individual  projects 
and  renamed  the  program  the  Water  System  Improvement  Program  ("December  2005  WSEP"); 
and 

WHEREAS,  On  February  26,  2008  this  Commission  approved  project-level  changes  to 
the  WSIP  and  by  doing  so  endorsed  the  revised  scope,  schedule  and  budget  of  individual  projects 
("December  2007  Revised  WSIP");  and 

WHEREAS,  A  Final  Programmatic  Environmental  Impact  Report  was  prepared  for  the 
WSEP  ("PEIR")  and  certified  by  the  Planning  Commission  on  October  30,  2008  by  Motion  No. 
17734,  and  thereafter,  this  Commission  approved  the  WSIP  and  adopted  findings  and  a 
Mitigation  Monitoring  and  Reporting  Program  (MMRP),  as  required  by  the  California 
Environmental  Quality  Act  (CEQA)  on  October  30,  2008  per  Resolution  No.  08-0200;  and 

WHEREAS,  On  July  28,  2009,  this  Commission  approved  project-level  changes  to  the 
WSIP  and  by  doing  so  endorsed  the  revised  scope,  schedule  and  budget  of  individual  projects 
("June  2009  Revised  WSIP");  and 

WHEREAS,  On  July  12,  2011,  this  Commission  approved  project-level  changes  to  the 
WSIP  and  by  doing  so  endorsed  the  revised  scope,  schedule  and  budget  of  individual  projects 
("June  201 1  Revised  WSIP");  and 

WHEREAS,  On  June  12,  2012,  this  Commission  approved  cost  and  schedule  changes  for 
three  individual  WSIP  projects  -  New  Irvington  Tunnel,  BDPL  Reliability  Upgrade  -  Pipeline 
("BDPL  No.  5")  and  Pulgas  Balancing  -  Modification  of  the  Existing  Dechloramination  Facility; 
and 

WHEREAS,  The  Project  files,  including  the  PEIR  and  SFPUC  Resolution  No.  08-0200, 
have  been  made  available  for  review  by  the  SFPUC  and  the  public,  and  those  files  are  part  of  the 
record  before  this  Commission;  and 


WHEREAS,  The  Commission  has  reviewed  and  considered  the  information  contained  in 
the  PEIR  and  the  findings  contained  in  SFPUC  Resolution  No.  08-0200  and  all  written  and  oral 
information  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies,  SFPUC 
and  other  experts  and  the  administrative  files  for  the  Project;  and 

WHEREAS,  The  SFPUC  has  completed  environmental  review  of  the  majority  of  the 
individual  WSIP  projects,  and  is  proceeding  to  complete  the  environmental  review  process  for 
the  remainder  of  the  projects,  as  authorized  by  and  in  accordance  with  CEQA;  and 

WHEREAS,  Periodic  adjustments  in  a  large  capital  program  such  as  the  WSIP  are 
required  to  incorporate  the  latest  available  information,  including  unforeseen  field  conditions  and 
challenges,  required  scope  changes,  and  the  implementation  of  programmatic  initiatives  to 
facilitate  completion  of  the  program;  and 

WHEREAS,  An  increase  in  the  budget  of  the  San  Joaquin  Pipeline  (SJPL)  System  project 
is  needed  to  account  for  additional  costs  associated  with  (1)  a  required  schedule  extension  to 
address  design  and  constructability  issues,  and  outstanding  disputes  (Crossovers  contract);  (2) 
the  need  for  additional  pipe  support  at  the  crossing  of  the  California  Aqueduct  (West  Segment 
contract);  and  (3)  access  restriction  due  to  bird  nesting,  unanticipated  subsurface  conditions,  and 
the  need  to  accelerate  work  so  it  can  be  completed  within  the  allowable  window  imposed  by 
resource  agencies  for  the  protection  of  California  Tiger  Salamander  (East  Segment  contract);  and 

WHEREAS,  An  increase  in  the  budget  of  the  Tesla  Treatment  Facility  project  is  needed 
to  account  for  additional  costs  associated  with  (1)  higher  than  expected  costs  for  staff  and 
professional  services  contracts  to  supervise  the  construction  contractor  in  completing  various 
construction  items  and  to  comply  with  environmental  requirements  for  water  discharges,  and 
incorporation  of  renewable  energy  technology  into  the  water  treatment  facility  (Tesla  Treatment 
Facility  contract);  and  (2)  a  required  schedule  extension  to  address  various  facility  conflicts  and 
the  need  for  lead  abatement,  and  unanticipated  corrosion  of  the  piping  manifold  at  Tesla  Portal 
(Tesla  Portal  Protection  contract);  and 

WHEREAS,  a  new  project  titled  "Vegetation  Restoration  of  WSIP  Construction  Sites"  is 
needed  to  provide  interim  (until  October  2013)  maintenance,  monitoring  and  reporting  work  to 
comply  with  the  CEQA  and  resource  agencies'  requirements  for  mitigation  installed  at  the 
various  WSIP  construction  sites;  and 

WHEREAS,  conversion  of  temporary  land  rights  acquired  to  facilitate  WSIP 
implementation  to  permanent  rights  for  the  long-term  operations  of  the  system  is  highly  desirable 
and  the  funding  needed  to  complete  the  conversion  of  rights  for  a  total  of  111  parcels  will  be 
added  to  the  WSIP  program  management  budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  endorses  the  following  project  budget 
revisions:  (1)  budget  increase  of  $6,770,885  for  the  SJPL  System  project,  (2)  budget  increase  of 
S2,042,227  for  the  Tesla  Treatment  Facility,  initial  budget  of  $2,200,000  for  the  new  Vegetation 
Restoration  of  WSIP  Construction  Sites  project,  and  budget  increase  of  $2,457,000  for  Program 
Management;  and 

RESOLVED,  That  this  Commission  hereby  authorizes  the  creation  of  a  new  WSIP 
project  titled  "Vegetation  Restoration  of  WSIP  Constmction  Sites;"  and 


RESOLVED,  That  this  Commission  hereby  authorizes  the  use  of  Program  Management 
funds  to  acquire  the  permanent  property  rights  of  1 1 1  parcels;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  directs  staff  to  seek  approval 
from  the  Board  of  Supervisors  Finance  Committee  for  the  release  of  funds  from  the  WSIP 
Program  Management  Reserve. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  9,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0182 


WHEREAS,  The  North  San  Mateo  County  Sanitation  District,  a  subsidiary  of  the  City  of 
Daly  City  (Daly  City)  currently  produces  2.77  million  gallons  per  day  (mgd)  of  recycled  water  at 
its  Westlake  Wastewater  Treatment  Plant  (Westlake  Plant);  and 

WHEREAS,  Daly  City  currently  supplies  recycled  water  for  its  own  use  and  to  landscape 
irrigation  customers  located  in  the  Westside  Groundwater  Basin,  including  the  San  Francisco 
Golf  Club,  the  Olympic  Club,  and  the  Lake  Merced  Golf  Club,  pursuant  to  an  agreement  dated 
March  8,  2002  between  the  users,  Daly  City  and  the  SFPUC;  and 

WHEREAS,  The  SFPUC  and  Daly  City  are  working  together  to  construct  and  permit  the 
infrastructure  required  for  Daly  City  to  supply  recycled  water  to  Harding  Park  Golf  Course,  a 
San  Francisco  Recreation  and  Park  Department  facility;  and 

WHEREAS,  The  average  annual  wastewater  inflow  to  the  Westlake  Plant  is 
approximately  7.00  mgd;  and 

WHEREAS,  previous  studies  indicated  significant  capital  improvements  would  be 
required  to  increase  capacity  of  the  Westlake  Plant;  and 

WHEREAS,  a  new  Filter  Loading  Rate  Evaluation  for  Water  Reuse  (FLEWR)  evaluation 
is  being  conducted  at  other  facilities  in  California  to  increase  recycled  water  treatment  capacity 
by  altering  filter  loading  rates  on  existing  filters;  and 

WHEREAS,  SFPUC  and  Daly  City  desire  to  enter  into  a  Memorandum  Of 
Understanding  to  fund  consulting  services  necessary  to  test  and  assess  the  feasibility  of 
increasing  filter  loading  and  recycled  water  capacity  of  the  Westlake  Plant  to  supply  SFPUC 
wholesale  customers  and  groundwater  uses  in  the  Westside  Groundwater  Basin  that  are  currently 
using  potable  surface  and  ground  water  for  landscape  irrigation;  and 

WHEREAS,  The  SFPUC's  cost  for  the  feasibility  work  shall  not  exceed  $250,000;  and 

WHEREAS,  The  funds  for  the  feasibility  work  are  available  in  the  Water  Supply  Master 
Plan  Project,  Index  Code  505021. 


RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  to  negotiate 
and  execute  the  Memorandum  of  Understanding  by  and  between  the  San  Francisco  Public 
Utilities  Commission  and  the  North  San  Mateo  County  Sanitation  District  to  provide  the 
SFPUC's  cost  of  consulting  services  necessary  to  assess  the  feasibility  of  increasing  filter  loading 
rate  and  recycled  water  production  and  supply  from  Daly  City's  Westlake  Plant,  in  an  amount 
not-to-exceed  $250,000,  and  with  a  total  duration  of  eighteen  18  months,  subject  to  City 
Attorney  approval  as  to  the  form  of  the  agreement. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  9,  2012. 

Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  •  .  .  ■}r  Sewer 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 
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General  Manager 
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For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.ora 
Gavel-to-Gavel  coverage  available  at: 

httD://sanfrancisco.aranicus.comA/iewPublisher.phD?view  16=22 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood@sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfaov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.ora. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfaov.orq/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  October  9,  2012 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Quarterly  Water  Supply  Agreement  Update 

d)  List  of  potential  Water  Enterprise  surplus  property 

e)  Report:  2012  State  of  the  Regional  Water  System 

6.  Other  Commission  Business 

a)  Discussion  and  possible  action,  in  accordance  with  Rule  6  of  the  Rules  of  Order, 
to  nominate  and  elect  officers.  (Moran) 

7.  Report  of  the  General  Manager 
a)  CleanPowerSF  Update 

8.  BAWSCA  Report 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13'"  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)   Approve  and  award  Contract  JOC-42,  General  Engineering  for  San  Francisco/ 
Peninsula/East  Bay  to  Hetch  Hetchy,  for  a  not-to-exceed  amount  of  $5,000,000  to 

the  lowest,  qualified,  responsible  and  responsive  bidder.  Power  Engineering 


Construction  Co.,  to  perform  general  engineering  construction  tasks  for  all  SFPUC 
Enterprise  Operations  and  Bureaus.  JOC-42  is  the  second  of  three  A-license  JOC 
contracts  issued  under  the  same  bid  documents  but  with  separate  bid  openings; 
JOC-41  was  previously  awarded  by  the  Commission  and  JOC-43  will  be  awarded 
separately  by  the  Commission.  (Hoy) 

b)  Approve  and  award  Contract  JOC-43,  for  San  Francisco/Peninsula/East  Bay  to 
Hetch  Hetchy,  for  a  not-to-exceed  amount  of  $5,000,000,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder.  Synergy  Project  Management,  Inc.,  to  perform 
general  engineering  construction  tasks  for  all  SFPUC  Enterprise  Operations  and 
Bureaus.  JOC-43  is  the  last  of  three  A-license  JOC  contracts  issued  under  the 
same  bid  documents  but  with  separate  bid  openings;  JOC-41  was  previously 
awarded  by  the  Commission  and  JOC-42  will  be  awarded  separately  by  the 
Commission.  (Hoy) 

c)  Approve  Modification  No.  4  to  Contract  WW-514R  Southeast  Water  Pollution 
Control  Plant  Medium  Voltage  System  Reliability  Upgrades,  with  NTK  Construction, 
inc.,  to  complete  the  electrical  reliability  upgrades  for  the  treatment  facility, 
increasing  tlie  contract  duration  by  120  consecutive  calendar  days,  for  a  total 
contract  duration  of  630  consecutive  calendar  days,  with  no  change  to  the  contract 
amount.  (Moala) 

d)  Accept  work  performed  by  Precision  Engineering,  Inc.  for  Contract  WW-455, 
Various  Locations  Sewer  Replacement  &  Pavement  Renovation  No.  1 ;  Approve 
IVlodification  No.  3  (Final),  increasing  the  contract  by  $186,613  for  a  total  contract 
amount  of  $3,955,332  (of  which  $2,592,332  is  funded  by  WWE  and  $1,363,000  is 
funded  by  DPW),  and  with  a  time  extension  of  42  consecutive  calendar  days  for 
a  total  contract  duration  of  362  consecutive  calendar  days;  and  authorize  final 
payment  to  the  contractor.  (Moala) 

e)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute  a 
revocable  permit  with  Mahikari  for  the  use  of  SFPUC  land  at  1 155  Junipero  Serra 
Boulevard,  San  Francisco,  California,  as  secondary  driveway  entrance  at  a  use  fee 
of  $500  per  month,  with  annual  CIP  increases.  (Russell) 

f)  Authorize  the  General  Manager  to  execute  a  Joint  Funding  Agreement  with  the 
U.S.  Geological  Survey  for  an  amount  not-to-exceed  $335,520  and  with  a  duration 
of  one  year,  which  will  allow  for  hydrologic  monitoring  and  stream  gage 
maintenance  on  the  Tuolumne  River  and  its  tributaries.  (Ritchie) 

g)  Approve  and  authorize  the  General  Manager  to  execute  Amendment  No.  1  to 
extend  the  term  of  the  IVIemorandum  of  Agreement  between  the  SFPUC  and  the 
City  of  San  Bruno  for  consulting  services  for  a  Well  Field  Long  Term  Testing 
Program.  The  MOA  provides  funding  for  consulting  services  to  study  the 
performance  of  San  Bruno's  production  wells  when  idled  as  part  of  the  SFPUC's 
proposed  Regional  Groundwater  Storage  and  Recovery  Project  No.  CUW30103. 
The  proposed  amendment  will  extend  the  term  of  the  agreement  by  18  months,  with 
no  additional  funds  required.  (Ritchie) 


h)  Accept  work  performed  by  A.  Ruiz  Construction  Co.  &  Associates,  Inc.  for  Contract 
WD-2634,  As-Needed  2010-201 1  Annual  Paving  Contract  for  Services  and  Main 
Breaks;  Approve  Modification  No.3  (Final),  increasing  the  contract  by  $344,118, 
for  a  total  contract  amount  of  $3,874,888;  and  authorize  final  payment  to  the 
contractor.  (Ritchie) 

i)  Accept  work  performed  by  A.  Ruiz  Construction  Co.  &  Associates,  Inc.  for  Contract 
WD-2605R,  CDD  2009-2010  As-Needed  Paving  Contract  for  New  Services  and 
Leaks,  for  a  total  contract  amount  of  $1,979,866,  and  with  a  total  contract  duration 
of  465  consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

(Ritchie) 

j)    Authorize  and  ratify  execution  of  the  extension  of  the  existing  Joint  Exercise  of 
Powers  Agreement  with  the  Bayshore  Sanitary  District  through  December  31 , 
2012.  (Rydstrom) 

k)   Approve  Commission  appointment  to  the  San  Joaquin  Tributaries  Authority 
Commission.  (Ritchie) 

REGULAR  BUSINESS 


10.  Discussion  and  possible  action  to  adopt  revised  San  Francisco  Public  Utilities 
Commission  Rules  of  Order,  including  possible  revisions  to  reflect  changes  in  law, 
changes  in  address  for  the  SFPUC  Administration  Building,  changes  in  the  order  of 
business,  changes  in  notice  procedures  for  rate  hearings,  and  such  other  matters 
that  the  Commission  may  propose.  (President) 

1 1 .  Endorse  changes  to  the  San  Francisco  Administrative  Code  by  amending  Section 
14B.2  to  increase  contracting  opportunities  for  certified  SFPUC-LBEs;  and  urge  the 
Board  of  Supervisors  of  the  City  and  County  of  San  Francisco  to  pass,  and  urge 
Mayor  Edwin  Lee  to  sign,  the  proposed  SFPUC-LBE  Ordinance.  (Ellis) 

12.  Approve  amendments  to  Agreement  Nos.  CS-116B,  Environmental  Analysis 
Services  for  the  Millbrae  Yard  Improvement  Project  and  CS-116D,  Environmental 
Analysis  Services  for  the  Sunol  Yard  Improvement  Project,  with  URS  Corporation 
Americas.  Authorize  the  General  Manager  to  execute  these  amendments,  each 
with  a  time  extension  of  four  years,  for  total  agreement  durations  of  six  years,  and 
eight  months,  with  no  change  to  the  value  of  the  agreements.  These  amendments 
will  allow  for  completion  of  the  required  CEQA  and  resource  agency  permitting 
processes  on  designated  projects.  (Torrey) 

13.  informational  discussion  and  possible  adoption  of  a  SFPUC  Ratepayer  Assurance 
Policy,  a  policy  statement  that  would  guide  SFPUC  to  ensure  accountability  to 
ratepayers  in  all  aspects  of  SFPUC  operations  and  management.  (Rydstrom) 


14.  Discussion  of  procurement  plan  to  meet  requirements  of  California  Renewable 
Energy  Resources  Act.  (Hale) 


15.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 

16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

Existing  Litigation: 

Maya  Vlanin  v.  CCSF, 

San  Francisco  Superior  Court  Case  No.  CGC  10-501 135 
Date  Filed:  June  29,  2010  (Ambrose) 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

Existing  Litigation: 

Brendan  Cadman  v.  CCSF, 

San  Francisco  Superior  Court  Case  No.  CGC  12-522047 
Date  Filed:  July  3,  2012  (Ambrose) 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

Existing  Claim: 

Crystal  Chung  v.  CCSF, 
Unlitigated  File  No.  12-01653 
Date  Filed:  January  24,  2012  (Ambrose) 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Rod  and  Gun  Club 
San  Francisco  Superior  Court  Case  No.  CUD-1 2-642832 
City  Attorney  File  Number  130295 

Date  Filed:  September  24,  201 2  (Ambrose) 


Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 


21 .  Announcement  following  closed  session. 

22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Sessii 

23.  Other  new  business. 
ADJOURNMENT 


NOTICE  OF  PUBLIC  HEARING 


The  San  Francisco  Public  Utilities  Commission  has  scheduled  a  public  hearing  to 
consider  adoption  of  possible  revisions  to  the  Commission  Rules  of  Order  on: 

October  23,  2012 
1:30  pm 
San  Francisco  City  Hall 
1  Dr.  Carlton  B.  Goodlett  Place 
Room  400 
San  Francisco,  CA  94102 

Advance  notice  of  the  public  hearing,  discussion  and  possible  action  to  amend  the 
Rules  of  Order  is  provided  as  required  by  City  Charter  Sec.  4.104. 

The  Commission  will  discuss  the  Rules  of  Order  and  possible  revisions  at  the  regular 
meeting  of  September  25,  2012,  (City  Hall,  Room  400,  1 :30  pm),  but  no  action  will  be 
taken  at  that  meeting. 

A  copy  of  any  proposed  revisions  to  the  Rules  of  Order  will  be  available  and  posted  with 
the  agenda  for  the  San  Francisco  Public  Utilities  Commission's  regular  meeting  on 
October  23,  2012. 


Donna  Hood 

Commission  Secretary 

San  Francisco  Public  Utilities  Commission 

(Posted  October  11,  2012) 
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Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


MINUTES 
Tuesday,  October  23,  2012 

(Approved  11-13-12) 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  B.  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 
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For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site;  www.sfwater.ora 
Gavel-to-Gavel  coverage  available  at: 
httD://sanfrancisco.aranicus.comA/iewPublisher.php?view  '\6=22 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

President  Moran  called  the  meeting  to  order  at  1:31  PM. 

2.  Roll  Call 

Present:  Moran,  Torres,  Caen,  Vietor  and  Courtney 

3.  Approval  of  Minutes  of  October  9,  2012 

On  motion  to  approve  the  minutes  of  October  9,  2012 
AYES:  IVIoran,  Torres,  Caen,  Vietor  and  Courtney 

President  Moran  called  Item  6  out  of  order. 

6.  Other  Commission  Business 

a)  Discussion  and  possible  action,  in  accordance  with  Rule  6  of  the  Rules  of  Order, 
to  nominate  and  elect  officers. 

On  Motion  to  nominate  Commissioner  Art  Torres  as  President. 
A  YES:  Moran,  Caen,  Vietor,  Courtney  and  Torres 

On  Motion  to  nominate  Commissioner  Vince  Courtney  as  Vice  President. 
AYES:  Torres,  Caen,  Vietor,  Moran  and  Courtney 

4.  Public  Comment 

•  Mr.  Francisco  DaCosta  congratulated  President  Torres  and  Vice  President 
Courtney  on  ttieir  appointments  and  looks  fonward  to  working  with  them. 

•  Ms.  Espinola  Jackson  thanked  Commissioner  Moran  for  his  service  as  President 
and  congratulated  the  new  President  and  Vice  President. 

•  Mr.  Terrence  Jones,  Citizens'  Advisory  Committee  Chair  (C AC),  follow ed-up  on 
questions  posed  during  his  last  presentation.  He  noted  that  the  CAC  is  moving 
their  meeting  day  up  to  better  align  with  the  Commission  meetings.  He  stated 
they  are  looking  at  ways  to  effectively  reach-out  to  non-English  speaking 
communities  regarding  CleanPowerSF. 

•  Mr.  Dick  Allen  expressed  his  concerns  with  issues  surrounding  the  management 
of  Lake  Merced  and  the  delay  with  calendaring  of  the  MOU  with  Recreation  and 
Parks. 

•  Donna  Hood,  Commission  Secretary,  at  the  request  of  Ms.  Espinola  Jackson, 
read  a  letter  congratulating  her  for  receiving  an  honorary  Doctorate  Degree  in 
Humanities  from  the  Sacramento  Theological  Seminary. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Quarterly  Water  Supply  Agreement  Update 

d)  List  of  potential  Water  Enterprise  surplus  property 

e)  Report:  2012  State  of  the  Regional  Water  System 


Commissioner  Moran  asked  for  follow-up  to  questions  posed  in  the  Regional  Water 
System  Report,  to  which  t\Ar.  Carlin  provided  a  brief  response. 

7.  Report  of  the  General  Manager 
a)  CleanPowerSF  Update 

Ms.  Barbara  Hale,  Assistant  General  Manager,  Power,  provided  an  update  on  the 
CleanPowerSF  Program.  She  provided  a  timeline  and  background  information  on 
prior  surveys  and  brief  discussion  ensued  on  the  Program. 

8.  BAWSCA  Report 

Mr.  Art  Jensen,  BAWSCA,  indicated  tliat  they  are  working  on  the  prospect  of  issuing 
bonds  to  repay  their  capital  debt  and  he  will  keep  the  Commission  updated. 

9.  CONSENT  CALENDAR 

a)  Approve  and  award  Contract  JOC-42,  General  Engineering  for  San  Francisco/ 
Peninsula/East  Bay  to  Hetch  Hetchy,  for  a  not-to-exceed  amount  of  $5,000,000  to 
the  lowest,  qualified,  responsible  and  responsive  bidder.  Power  Engineering 
Construction  Co.,  to  perform  general  engineering  construction  tasks  for  all  SFPUC 
Enterprise  Operations  and  Bureaus.  (Resolution  12-0183) 

b)  Approve  and  award  Contract  JOC-43,  for  San  Francisco/Peninsula/East  Bay  to 
Hetch  Hetchy,  for  a  not-to-exceed  amount  of  $5,000,000,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder.  Synergy  Project  Management,  Inc.,  to  perform 
general  engineering  construction  tasks  for  all  SFPUC  Enterprise  Operations  and 
Bureaus.  (Resolution  12-0184) 

c)  Approve  Modification  No.  4  to  Contract  WW-514R  Southeast  Water  Pollution  Control 
Plant  Medium  Voltage  System  Reliability  Upgrades,  with  NTK  Construction,  Inc.,  to 
complete  the  electrical  reliability  upgrades  for  the  treatment  facility,  increasing  the 
contract  duration  by  120  consecutive  calendar  days,  for  a  total  contract  duration  of 
630  consecutive  calendar  days,  with  no  change  to  the  contract  amount.  (Resolution 
12-0185) 

d)  Accept  work  performed  by  Precision  Engineering,  Inc.  for  Contract  WW-455,  Various 
Locations  Sewer  Replacement  &  Pavement  Renovation  No.  1 ;  Approve  Modification 
No.  3,  increasing  the  contract  by  $186,613  for  a  total  contract  amount  of  $3,955,332 
(of  which  $2,592,332  is  funded  by  WWE  and  $1 ,363,000  is  funded  by  DPW),  and 
with  a  time  extension  of  42  consecutive  calendar  days  for  a  total  contract  duration  of 
362  consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 
(Resolution  12-0186) 

e)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute  a 
revocable  permit  with  Mahikari  for  the  use  of  SFPUC  land  at  1 155  Junipero  Serra 
Boulevard,  San  Francisco,  California,  as  secondary  driveway  entrance  at  a  use  fee 
of  $500  per  month,  with  annual  CIP  increases.  (Resolution  12-0187) 


f)  Authorize  the  General  Manager  to  execute  a  Joint  Funding  Agreement  with  the  U.S. 
Geological  Survey  for  an  amount  not-to-exceed  $335,520  and  with  a  duration  of  one 
year,  which  will  allow  for  hydrologic  monitoring  and  stream  gage  maintenance  on  the 
Tuolumne  River  and  its  tributaries.  (Resolution  12-0188) 

g)  Approve  and  authorize  the  General  Manager  to  execute  Amendment  No.  1  to  extend 
the  term  of  the  Memorandum  of  Agreement  between  the  SFPUC  and  the  City  of  San 
Bruno  for  consulting  services  for  a  Well  Field  Long  Term  Testing  Program.  The  MOA 
provides  funding  for  consulting  services  to  study  the  performance  of  San  Bruno's 
production  wells  when  idled  as  part  of  the  SFPUC's  proposed  Regional  Groundwater 
Storage  and  Recovery  Project  No.  CUW30103.  The  proposed  amendment  will 
extend  the  term  of  the  agreement  by  18  months,  with  no  additional  funds  required. 
(Resolution  12-0189) 

h)  Accept  work  performed  by  A.  Ruiz  Construction  Co.  &  Associates,  Inc.  for  Contract 
WD-2634,  As-Needed  2010-201 1  Annual  Paving  Contract  for  Services  and  Main 
Breaks;  Approve  Modification  No.3  (Final),  increasing  the  contract  by  $344,1 18,  for  a 
total  contract  amount  of  $3,874,888;  and  authorize  final  payment  to  the  contractor. 
(Resolution  12-0190) 

i)  Accept  work  performed  by  A.  Ruiz  Construction  Co.  &  Associates,  Inc.  for  Contract 
WD-2605R,  CDD  2009-2010  As-Needed  Paving  Contract  for  New  Services  and 
Leaks,  for  a  total  contract  amount  of  $1 ,979,866,  and  with  a  total  contract  duration  of 
465  consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 
(Resolution  12-0191) 

j)    Authorize  and  ratify  execution  of  the  extension  of  the  existing  Joint  Exercise  of 
Powers  Agreement  with  the  Bayshore  Sanitary  District  through  December  31 ,  2012. 
(Resolution  12-0192) 

k)   Approve  Commission  appointment  to  the  San  Joaquin  Tributaries  Authority 
Commission.  (Resolution  12-0193) 

Public  Comment 

•  Mr.  David  Pilpel  noted  on  the  SFPUC  address  on  item  9e  needed  correction,  l-le 
questioned  the  IHRC  waiver  on  item  9f.  He  requested  a  report  bacl<  on  findings  of 
the  additional  testing  in  San  Bruno  as  it  relates  to  groundwater  storage.  He 
expressed  concerns  with  the  timing  of  the  Joint  Powers  Agreement  on  item  9j.  On 
item  9k,  he  would  like  to  see  a  report  from  the  members  appointed  to  outside 
Commission  of  the  activities  of  that  body. 

REGULAR  BUSINESS 

10.  Discussion  and  possible  action  to  adopt  revised  San  Francisco  Public  Utilities 
Commission  Rules  of  Order,  including  possible  revisions  to  reflect  changes  in  law, 
changes  in  address  for  the  SFPUC  Administration  Building,  changes  in  the  order  of 


business,  changes  in  notice  procedures  for  rate  hearings,  and  such  other  matters 
that  the  Commission  may  propose. 


Public  Comment 

•  Mr.  David  Pilpel  expressed  his  support  with  the  proposed  rules  changes. 

•  Ms.  Espinola  Jackson  aslced  for  and  Commissioner  Moran  provided  clarification  on 
changes  to  the  Rules  of  Order. 

•  Mr  Francisco  DaCosta  reminded  the  Chair  of  the  need  to  call  public  comment  after 
each  item. 

On  Motion  to  approve  Item  10: 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

1 1 .  Endorse  changes  to  the  San  Francisco  Administrative  Code  by  amending  Section 
14B.2  to  increase  contracting  opportunities  for  certified  SFPUC-LBEs.  (Resolution 
12-0194) 

Ms.  Radhika  Fox,  Legislative  Affairs  Director,  summarized  the  changes  proposed  to  the 
Administrative  Code,  which  would  change  the  definition  of  SFPUC  Regional  Projects  to 
include  all  regional  projects  that  are  cost-shared  with  other  jurisdictions  and  to  any 
projects  that  are  more  than  70  miles  outside  of  San  Francisco,  to  allow  small  business 
in  located  in  areas  where  projects  take  place  the  opportunity  to  compete. 

Public  Comments 

•  Ms.  Lisa  Vigil,  Chair,  SFPUC  Small  Firm  Advisory  Committee,  indicated  support  for 
the  changes  to  the  Code. 

•  Mr  Brian  Fields,  Vice  Chair,  SFPUC  Small  Firm  Advisory  Committee,  expressed 
support  for  the  changes  to  the  Code. 

•  Mr.  Francisco  DaCosta  expressed  his  opposition  to  the  Code  changes. 

•  Mr.  Art  Jensen,  BAWSCA,  expressed  support  for  the  changes  on  behalf  of 
member  agencies. 

•  Ms.  Espinola  Jackson  expressed  her  opposition  to  the  Code  changes. 

•  Mr.  Randall  Ruby,  United  Contractors,  expressed  his  support  for  the  Code 
changes. 

•  Ms.  Veronica  Ng,  SFPUC  HRC  staff,  noted  that  the  Code  changes  have  been 
endorsed  by  the  Human  Rights  Commission  Advisory  Committee  and  the  full 
Human  Rights  Commission. 

Vice  President  Courtney  briefly  discussed  his  thoughts  and  concerns  on  this  item. 

On  Motion  to  approve  Item  1 1 : 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

12.  Approve  amendments  to  Agreement  Nos.  CS-1 16B,  Environmental  Analysis 
Services  for  the  Millbrae  Yard  Improvement  Project  and  CS-1 16D,  Environmental 
Analysis  Services  for  the  Sunol  Yard  Improvement  Project,  with  URS  Corporation 
Americas.  Authorize  the  General  Manager  to  execute  these  amendments,  each  with 


a  time  extension  of  four  years,  for  total  agreement  durations  of  six  years,  and  eight 
months,  with  no  change  to  the  value  of  the  agreements.  These  amendments  will 
allow  for  completion  of  the  required  CEQA  and  resource  agency  permitting 
processes  on  designated  projects.  (Resolution  12-0195) 

Ms.  Irina  Torrey,  Manager  of  the  Bureau  of  Environmental  Management  provided  a  brief 
introduced  for  tfiis  item. 

Public  Comment 

•  None. 

On  Motion  to  approve  Item  12: 

AYES:  Torres,  Courtney,  Caen,  Vietor and Moran 

13.  Informational  discussion  and  possible  adoption  of  a  SFPUC  Ratepayer  Assurance 
Policy,  a  policy  statement  that  would  guide  SFPUC  to  ensure  accountability  to 
ratepayers  in  all  aspects  of  SFPUC  operations  and  management.  (Resolution  12- 
0196) 

Mr.  Todd  Rydstrom,  CFO  and  Assistant  General  Manager  Business  Sen/ices, 
presented  this  item  and  provided  a  brief  summary  of  the  Ratepayer  Assurance  Policy. 
He  discussed  the  CAC  stakeholder,  Revenue  Bond  Oversight  Committee,  and  Rate 
Fairness  Board  input,  and  offered  next  steps. 

Commissioner  Moan  provided  background  on  the  Policy  noted  that  the  CAC  and  RBOC 
provided  recommendations  for  rate  setting,  and  suggested  that  the  Commission  look  at 
possible  changes  to  the  Rate  Policy  in  the  future. 

Commissioner  Moran  proposed  a  brief  amendment  to  the  Policy  titled  "Operating  Cost 
Containment"  to  read:  "To  the  extent  that  operation  costs  are  determined  by  SFPUC 
actions  and  choices,  it  is  the  policy  of  this  Commission  to  limit  operating  cost  increases, 
exclusive  of  debt  service  and  cash-funded  capital  investment,  to  no  more  than  the  cost 
of  inflation.  Any  budget  that  increases  the  operating  budget  above  this  level  will  be 
supported  by  findings  of  necessity,  adopted  by  the  Commission,  and  detail  the  specific 
reasons  and  needs  for  increases  above  the  rate  of  inflation". 

Public  Comment 

•  Mr  David  Pilpel  expressed  his  support  for  the  Policy  and  offered  his  thoughts  on 
the  amendment. 

On  Motion  to  approve  Item  13  as  Amended: 

A  YES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

14.  Discussion  of  procurement  plan  to  meet  requirements  of  California  Renewable 
Energy  Resources  Act. 


Ms.  Barbara  Hale,  Assistant  General  Manger,  Power  Enterprise,  presented  and 
discussion  ensued  on  the  RPS  Procurement  Plan  needed  to  comply  with  California's 
Renewable  Energy  Resources  Act  and   the  offered  the  SFPUC's  proposal  for 
compliance.  Ms.  Hale  stated  that  she  was  seeing  Commission  input  and  direction  on  the 
proposal  which  would  give  the  General  Manager  the  authority  to  procure  RPS  supplies 
to  meet  unexpected  requirements  and  to  set  a  cost  limitation  for  compliance,  which  is 
allowed  under  the  Act.  Ms.  Hale  noted  that  the  presentation  was  for  information  only 
and  that  an  action  item  would  be  before  the  Commission  on  November  1^^. 

Public  Comment 
•  None. 

On  Motion  to  approve  Item  14: 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

1 5.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 

16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  TO  ASSERT: 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 
CLOSED  SESSION 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

Existing  Litigation:  Maya  Vlanin  v.  CCSF;  San  Francisco  Superior  Court  Case  No. 
CGC  10-501135  (Resolution  12-0199) 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

Existing  Litigation:  Brendan  Cadman  v.  CCSF  (Resolution  12-0198) 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

Existing  Claim:  Crystal  Chung  v.  CCSF  (Resolution  12-0200) 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

Existing  Litigation:  City  and  County  of  San  Francisco  v.  Pacific  Rod  and  Gun  Club 
(Resolution  12-0197) 


21 .  Announcement  following  closed  session. 

President  Torres  stated  that  the  Commission  tool<  action  on  the  fours  matters 
discussed  in  Closed  Session. 

22.  iVIotion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 
On  motion  NOT  TO  DISCLOSE: 

A  YES:  Torres,  Courtney,  Caen,  Viator  and  Moran 

23.  Other  new  business. 

ADJOURNIVIENT: 

The  meeting  adjourned  at  4:41  PM 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0183 


WHEREAS,  Contract  No.  JOC-42,  Job  Order  Contract  (JOC),  General  Engineering  (A- 
License  with  Marine  Engineering  emphasis)  for  San  Francisco/Peninsula/East  Bay  to  Hetch 
Hetchy,  was  advertised  on  August  6,  2012;  and 

WHEREAS,  The  not-to-exceed  amount  is  $5,000,000  with  a  guaranteed  minimum 
amount  of  $50,000  for  this  construction  contract  to  accomplish  perform  general  engineering 
construction  tasks  for  all  San  Francisco  Public  Utilities  Commission  (SFPUC)  Enterprise 
Operations  and  Bureaus;  and 

WHEREAS,  The  contract  duration  is  three  years;  and 

WHEREAS,  The  Commission  authorizes  award  of  this  JOC  for  work  to  be  performed 
under  future  task  orders,  which  will  identify  the  scope  of  work,  cost,  and  duration  of  various 
discrete  construction  activities.  No  task  order  requiring  environmental  review  will  be  issued 
until  environmental  review  has  been  completed.  No  task  order,  excluding  those  eligible  for 
statutory  or  categorical  exemption,  will  be  released  until  the  Commission  has  been  given  the 
opportunity  to  review  the  environmental  document  and  take  action  if  deemed  appropriate.  The 
work  under  this  JOC  has  been  competitively  bid  per  unit  price  and  this  contractor  is  the  lowest 
responsible,  responsive  bidder  for  the  work  under  these  subsequent  task  orders;  and 

WHEREAS,  Five  bids  were  received  and  opened  publicly  on  September  6,  2012;  and 

WHEREAS,  SFPUC  staff  review  of  the  bid  for  qualifications,  responsibility,  and 
responsiveness  resulted  in  the  establishment  of  Power  Engineering  Construction  Company  as  the 
lowest,  qualified,  responsible  and  responsive  bidder  eligible  for  award  of  the  second  of  the  three 
General  Engineering  A-license  JOCs  (JOC-41,  JOC-42,  JOC-43);  and 

WHEREAS,  The  Award  Criteria  Figure  from  Power  Engineering  was  .9040;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  18%  Local 
Business  Enterprise  (LBE)  participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  60  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funding  will  be  available  from  various  SFPUC  Enterprise  Funds  when  Task 
Orders  are  issued;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  Project  Manual  and 
Construction  Task  Catalog  ®  and  awards  Contract  No.  JOC-42,  JOC,  General  Engineering  (A- 
License  with  Marine  Engineering  emphasis)  for  San  Francisco/Peninsula/East  Bay  to  Hetch 
Hetchy,  for  a  not-to-exceed  amount  of  $5,000,000  with  minimum  guaranteed  amount  of  $50,000 
to  the  lowest,  qualified,  responsible  and  responsive  bidder.  Power  Engineering  Construction 
Company. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  23,  2012. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0184 


WHEREAS,  Contract  No.  JOC-43,  Job  Order  Contract  (JOC),  General  Engineering  (A- 
License)  for  San  Francisco/Peninsula/East  Bay  to  Hetch  Hetchy,  was  advertised  on  August  6 
2012;  and  ^ 

WHEREAS,  The  not-to-exceed  amount  is  $5,000,000  with  a  guaranteed  minimum 
amount  of  $50,000  for  this  construction  contract  to  accomplish  perform  general  engineering 
construction  tasks  for  all  San  Francisco  Public  Utilities  Commission  (SFPUC)  Enterprise 
Operations  and  Bureaus;  and 

WHEREAS,  The  contract  duration  is  three  years;  and 

WHEREAS,  The  Commission  authorizes  award  of  this  JOC  for  work  to  be  performed 
under  future  task  orders,  which  will  identify  the  scope  of  work,  cost,  and  duration  of  various 
discrete  construction  activities.  No  task  order  requiring  environmental  review  will  be  issued 
until  environmental  review  has  been  completed.  No  task  order,  excluding  those  eligible  for 
statutory  or  categorical  exemption,  will  be  released  until  the  Commission  has  been  given  the 
opportunity  to  review  the  environmental  document  and  take  action  if  deemed  appropriate.  The 
work  under  this  JOC  has  been  competitively  bid  per  unit  price  and  this  contractor  is  the  lowest 
responsible,  responsive  bidder  for  the  work  under  these  subsequent  task  orders;  and 

WHEREAS,  Eight  bids  were  received  and  opened  publicly  on  September  13,  2012;  and 

WHEREAS,  SFPUC  staff  review  of  the  bid  for  qualifications,  responsibility,  and 
responsiveness  resulted  in  the  establishment  of  Synergy  Project  Management,  Inc.,  as  the  lowest, 
qualified,  responsible  and  responsive  bidder  eligible  for  award  of  the  last  of  the  three  General 
Engineering  A-license  JOCs  (JOC-41,  JOC-42,  JOC-43);  and 

WHEREAS,  The  Award  Criteria  Figure  from  Synergy  was  1.0345;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  20%  Local 
Business  Enterprise  (LBE)  participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  60  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funding  will  be  available  from  various  SFPUC  Enterprise  Funds  when  Task 
Orders  are  issued;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  Project  Manual  and 
Construction  Task  Catalog  ®  and  awards  Contract  No.  JOC-43,  JOC,  General  Engineering  (A- 
License)  for  San  Francisco/Peninsula/East  Bay  to  Hetch  Hetchy,  for  a  not-to-exceed  amount  of 
$5,000,000  with  minimum  guaranteed  amount  of  $50,000  to  the  lowest,  qualified,  responsible 
and  responsive  bidder.  Synergy  Project  Management,  hic. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  23,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0185 


WHEREAS,  On  May  10,  2011,  per  Resolution  No.l  1-0061,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  (WWE)  Capital  Improvement  Program  (ClP)-funded 
Contract  No.  WW-514R,  Southeast  Water  Pollution  Control  Plant  Medium  Voltage  System 
Reliability  Upgrades  to  NTK  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  June  20 
2011;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,111,000  and  the  original  contract 
duration  was  270  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1-2,  per  Resolution  No.  12-0047  were  approved  on 
March  27,  2012  for  $50,146  to  address  underground  utility  conflicts,  the  purchase  of  bioassay 
equipment  to  assist  Operations  in  order  to  accommodate  shutdown  requests,  and  to  install 
additional  conduits  for  the  compressors  associated  with  the  Oxygen  Plant,  increasing  the  total 
contract  amount  to  $2,161,146  and  extending  contract  duration  by  240  consecutive  calendar  days 
for  a  total  contract  duration  of  510  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  3,  was  issued  for  $13,717  for  purchasing  sprockets  for 
emergency  electrical  repairs  for  running  the  facility  without  interruption,  increasing  the  total 
contract  amount  to  $2,174,863;  and 

WHEREAS,  Modification  No.  4  is  being  requested  to  extend  the  contract  duration  by  120 
consecutive  calendar  days,  in  order  to  complete  the  intended  scope  of  work  as  the  construction 
was  delayed  due  to  unavailability  of  required  shutdowns,  extending  the  total  contract  duration  to 
630  consecutive  calendar  days;  and 

WHEREAS,  The  Planning  Department  issued  a  categorical  exemption  for  the  project 
under  Planning  Department  File  No.  2010.0199E  on  June  29,  2010;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  10%  Local 
Business  Enterprise  (LBE)  participation  were  originally  established  for  this  construction 
contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC41  -  Southeast  Plant 
Electrical  Reliability;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  Modification  No.4  to  WWE  CIP- 
funded  Contract  No.  WW-514R,Southeast  Water  Pollution  Control  Plant  Medium  Voltage 
System  Reliability  Upgrades,  with  NTK  Construction,  Inc.,  to  complete  the  electrical  reliability 
upgrades  for  the  treatment  facility  delayed  due  to  unavailability  of  required  shutdowns, 
increasing  the  contract  duration  by  120  consecutive  calendar  days  for  total  contract  duration  of 
630  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  23,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0186 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Renewal  and  Replacement  (R&R)  Program-funded  and  Department  of  Public  Works  (DPW) 
Pavement  Renovation  Program-funded  Contract  No.  WW-455,  Various  Locations  Sewer 
Replacement  &  Pavement  Renovation  No.  I,  by  the  contractor.  Precision  Engineering,  Inc.;  and 

WHEREAS,  On  July  27,  2010,  by  Resolution  No.  10-0118,  this  Commission  awarded 
Contract  No.  WW-455,  Various  Locations  Sewer  Replacement  &  Pavement  Renovation  No.  1, 
in  the  amount  of  $1,972,685,  to  the  lowest,  qualified  responsible  and  responsive  bidder, 
Precision  Engineering,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  October  4, 
2010,  with  an  original  schedule  of  230  consecutive  calendar  days  and  the  contract  work  was 
completed  in  362  consecutive  calendar  days  on  September  30,  201 1;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,972,685  and  the  original  contract 
duration  was  230  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  approved  for  $1,013,531  (Resolution  No.  11-0063 
dated  May  10,  2011)  to  replace  the  existing  sewer  and  street  pavement  (curb  to  curb)  on  Hayes 
Street  from  Stanyan  Street  to  Clayton  Street,  increasing  the  contract  amount  to  $2,986,216,  and 
extending  the  contract  duration  by  90  consecutive  calendar  days  for  a  total  contract  duration  of 
320  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  2  was  approved  for  $782,503  (Resolution  No.  11-0099 
dated  June  28,  2011)  to  replace  the  existing  street  pavement  from  curb  to  curb  on  Baltimore 
Way,  Brazil  Avenue,  Guttenberg  Street,  Jules  Avenue,  London  Street  and  Russia  Avenue, 
increasing  the  contract  amount  to  $3,768,719;  and 

WHEREAS,  Modification  No.  3  (Final)  is  being  requested  for  $186,613  for  additional 
cost  to  complete  all  contract  sewer  and  paving  work,  increasing  the  contract  amount  to 
$3,955,332  and  extending  the  contract  duration  by  42  consecutive  calendar  days  for  a  total 
contract  duration  of  362  consecutive  calendar  days;  and 

WHEREAS,  The  Contractor  has  met  the  Contract  Monitoring  Division  (CMD)  Local 
Business  Enterprise  (LBE)  subcontracting  goal  of  16.48%  by  utilizing  a  total  of  16.75%  LBE 
participation;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No  CWWRNRCS04,  Various 
Locations  Sewer  Replacement  No.  1,  and  DPW  Project  Nos.  CPB08ASR4838, 
CENTRNSRON38,  CENTRNSRR338,  CENTRNSR8T38,  Various  Locations  Paving 
(PUC/DPW  Paving  Joint  Contracts);  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  WWE,  R&R 
Program-funded  and  DPW  Pavement  Renovation  Program-funded  Contract  No.  WW-455, 
Various  Locations  Sewer  Replacement  &  Pavement  Renovation  No.  \,  approves  Modification 
No.  3  (Final),  increasing  the  contract  by  $186,613  for  a  total  contract  amount  of  $3,955,332  (of 
which  $2,592,332  is  funded  by  WWE  and  $1,363,000  is  funded  by  DPW),  and  with  a  time 
extension  of  42  consecutive  calendar  days  for  a  total  contract  duration  of  362  consecutive 
calendar  days;  and  authorizes  final  payment,  to  the  contractor.  Precision  Engineering,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  23,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0187 


WHEREAS,  The  Bishop  of  North  American  Region  of  Sukyo  Mahikari,  a  California 
corporation  (Mahikari),  uses  San  Francisco  Public  Utilities  Commission  (SFPUC)  land  adjacent 
to  1 155  Junipero  Serra  Boulevard,  San  Francisco,  California  (Permit  Area)  as  a  secondary 
driveway  entrance  under  an  expired  permit  with  the  SFPUC;  and 

WHEREAS,  The  SFPUC  and  Mahikari  desire  to  enter  into  a  new  five-year  revocable 
permit  for  Mahikari 's  use  of  the  Permit  Area,  as  a  secondary  driveway  entrance  at  a  use  fee  of 
$500  per  month  (2012  Permit);  and 

WHEREAS,  Under  SFPUC  Resolution  Nos.  99-0022  and  99-0252,  a  non-profit  entity 
with  a  public  purpose  may  be  eligible  for  discounted  rates  in  the  permitting  of  land  or 
improvements  owned  by  the  SFPUC,  and  because  Mahikari  meets  the  requirements  under 
Resolution  Nos.  99-0022  and  99-0252,  Mahikari  is  entitled  to  a  discounted  use  fee;  and 

WHEREAS,  The  SFPUC  Bureau  of  Environmental  Management  has  determined  on 
September  21,  2012,  that  the  2012  Permit  is  not  a  project  under  CEQA  Section  15278  because  it 
would  not  result  in  a  physical  change  or  foreseeable  indirect  physical  change  in  the  environment; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
taken  by  any  City  official  in  connection  with  the  2012  Permit;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  and  authorizes  the  General  Manager  of  the  SFPUC  to  issue  the  2012  Permit  to 
Mahikari;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  SFPUC  to  enter  into  any  amendments  or  modifications  to  the  2012  Permit,  including 
without  limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the 
City  Attorney:  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
Permit  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  23,  2012. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0188 


WHEREAS,  The  SFPUC  is  obligated  to  monitor  the  natural  flow  on  the  Tuolumne  River  at  or 
above  La  Grange  under  the  Raker  Act;  and 

WHEREAS,  The  SFPUC  relies  on  the  independence  and  expertise  of  the  U.S.  Geological  Survey  to 
maintain  these  hydrologic  records  on  the  Tuolumne  River  and  its  tributaries;  and 

WHEREAS,  A  Joint  Funding  Agreement  will  allow  the  SFPUC  to  continue  to  rely  on  the  USGS  to 
maintain  critical  hydrological  records  on  the  Tuolumne  River  and  its  tributaries;  and 

WHEREAS,  The  estimated  cost  of  services  is  $335,520;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  November  2012  and  end  in  October  2013  and  the 
total  duration  of  this  agreement  is  one  year;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the  agreement  from 
the  Hetch  Hetchy  Water  and  Power  Operating  budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission  to  execute  a  Joint  Funding  Agreement  with  the  U.S.  Geological  Survey  for  an 
amount  not-to-exceed  $335,520,  and  with  a  total  duration  of  one  year. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  23,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0189 


WHEREAS,  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  and  the  City  of  San 
Bruno  (San  Bruno)  have  developed  a  Well  Field  Long  Term  Testing  Program  (Testing  Program) 
to  provide  information  regarding  the  potential  effect  of  the  SFPUC's  proposed  Regional 
Groundwater  Storage  and  Recovery  Project  on  San  Bruno's  wells;  and 

WHEREAS,  The  SFPUC,  per  Resolution  No.  10-0128  dated  August  10,  2010,  authorized 
the  General  Manager  to  execute  the  Memorandum  of  Agreement  (MOA)  by  and  between  the 
SFPUC  and  San  Bruno  for  consulting  services  for  the  Testing  Program;  and 

WHEREAS,  The  SFPUC  and  San  Bruno  desire  to  enter  into  the  First  Amendment  to  the 
MOA  to  extend  the  term  of  the  MOA  to  complete  consulting  services,  pursuant  to  the 
requirements  of  both  parties;  and 

WHEREAS,  The  term  of  the  First  Amendment  to  the  MOA  is  anticipated  to  end  by  or 
before  February  7,  2014;  and 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the 
SFPUC  to  execute  the  First  Amendment  to  the  MOA  by  and  between  the  SFPUC  and  San  Bruno 
for  the  purpose  of  extending  the  term  of  the  MOA  to  expire  on  February  7,  2014. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  23,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0190 


WHEREAS,  Construction  has  been  completed  for  Local  Water  Conveyance/Distribution 
Program  and  City  Distribution  Division  (CDD)  Operating  Budget-funded  Contract  No.  WD- 
2634,  As-Needed  2010-2011  Annual  Paving  Contract  for  Services  and  Main  Breaks,  by  the 
contractor,  A.  Ruiz  Construction  Co.  &  Associates,  Inc.;  and 

WHEREAS,  On  September  14,  2010,  by  Resolution  No.  10-0149  this  Commission 
awarded  Contract  No.  WD-2634,  As-Needed  2010-2011  Annual  Paving  Contract  for  Services 
and  Main  Breaks,  in  the  amount  of  $3,210,770,  to  the  lowest,  qualified  responsible  and 
responsive  bidder,  A.  Ruiz  Construction  Co.  &  Associates,  Inc.;  and 

WHEREAS,  The  original  contract  amount  was  for  $3,210,770  and  the  original  contract 
duration  was  365  consecutive  calendar  days;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  January  5, 

2011,  with  an  original  schedule  of  365  consecutive  calendar  days  and  the  contract  work  was 
completed  in  510  consecutive  calendar  days  on  June  1,  2012;  and 

WHEREAS,  Modification  No.  1  was  approved  per  Resolution  No.  12-0082  dated  May 
22,  2012,  to  allow  for  continuation  of  services  and  an  armual  price  adjustment  until  the  next 
annual  contract  could  be  awarded,  increasing  the  contract  amount  by  $110,000  for  a  total 
contract  amount  of  $3,320,770,  and  with  a  time  extension  of  210  consecutive  calendar  days  for  a 
total  contract  duration  of  575  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  2  was  issued  for  additional  work  that  was  requested, 
including  replacement  of  broken  meter  boxes  in  conjunction  with  the  Automated  Water  Meter 
Replacement  Program,  increasing  the  contract  amount  by  $210,000  for  a  total  contract  amount  of 
$3,530,770;  and 

WHEREAS,  Modification  No.  3  (Final)  is  being  requested  for  additional  work  that  was 
required  until  the  new  annual  paving  contract  WD-2673R  received  notice  to  proceed  on  July  5, 

2012,  increasing  the  contract  amount  by  $344,1 18,  for  a  total  contract  amount  of  $3,874,888;  and 

WHEREAS,  The  Contractor  has  made  a  good  faith  effort  to  comply  with  the  Contract 
Monitoring  Division  (CMD)  subcontracting  goal  of  20%  Local  Business  Enterprise  (LBE) 
participation  submitted  for  this  contract.  The  Contractor  was  only  able  to  utilize  11.22%  LBE 
participation  due  to  removal  of  bid  item  19,  only  15%  of  bid  item  12  being  issued,  a 
corresponding  decrease  in  amounts  for  bid  item  13A  and  the  trucking/hauling  scopes  of  work  for 
this  contract  being  completed  under  a  different  contract  with  the  Department  of  Public  Works- 
Bureau  of  Street  and  Sidewalk  Repair.  Additionally,  the  LBE  paving  subcontractor  repeatedly 
declined  work  because  of  workload  capacity  and  they  subsequently  had  no  crews  available.  As  a 
result,  the  Contractor  self-performed  the  scopes  that  the  subcontractor  declined  due  to  the  time 
constraints  on  completing  the  scopes  of  work;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW260,  Local  Water  Conveyance/ 
Distribution  Program;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  by  A.  Ruiz 
Construction  Co.  &  Associates,  Inc.  for  Local  Water  Conveyance/Distribution  Program  and 
CDD  Operating  Budget-funded  Contract  No.  WD-2634,  As-Needed  2010-2011  Annual  Paving 
Contract  for  Services  and  Main  Breaks;  and  authorizes  final  payment  to  the  contractor. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  23,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0191 


WHEREAS,  Construction  has  been  completed  for  Local  Water  Conveyance/Distribution 
Program  and  CDD  Operating  Budget-funded  Contract  No.  WD-2605R,  CDD  2009-2010  As- 
Needed  Paving  Contract  for  New  Services  and  Leaks,  by  the  contractor,  A.  Ruiz  Construction 
Co.  &  Associates,  Inc.;  and 

WHEREAS,  On  November  10,  2009  per  Resolution  No.  09-0186  this  Commission 
awarded  Contract  No.  WD-2605R,  City  Distribution  Division  (CDD)  2009-2010  As-Needed 
Paving  Contract  for  New  Services  and  Leaks,  in  the  amount  of  $1,799,966,  to  the  lowest, 
qualified  responsible  and  responsive  bidder,  A.  Ruiz  Construction  Co.  &  Associates,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To- Proceed  date  was  set  for  January  11, 
2010,  with  an  original  schedule  of  285  consecutive  calendar  days,  and  the  contract  work  was 
completed  in  361  consecutive  calendar  days  on  January  4,  201 1;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,799,966  and  the  original  contract 
duration  was  285  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  approved  per  Resolution  No.  10-0149  dated 
September  14,  2010  to  allow  for  continuation  of  services  while  the  new  annual  contract  was 
being  put  into  place,  increasing  the  contract  amount  by  $179,900  for  a  total  contract  amount  of 
$1,979,866,  and  with  a  time  extension  of  180  consecutive  calendar  days  for  a  total  contract 
duration  of  465  consecutive  calendar  days. 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  has  determined  that  the 
contractor  has  made  a  good  faith  effort  to  substantially  comply  with  the  subcontracting  goal  of 
11%  Local  Business  Enterprise  (LBE)  participation  submitted  for  this  contract.  The  Contractor 
was  only  able  to  utilize  8.34%  LBE  participation  due  to  a  reduction  in  the  amount  of  paving  tags 
issued  by  the  SFPUC  and  a  reduction  of  square  footage  required  for  bid  item  2A  from  those 
values  originally  estimated  for  the  bid  documents;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW260,  Local  Water  Conveyance/ 
Distribution  Program  and  CDD  Operating  Budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  by  A.  Ruiz 
Construction  Co.  &  Associates,  Inc.  for  Local  Water  Conveyance/Distribution  Program- funded 
and  CDD  Operating  Budget  Contract  No.  WD-2605R,  CDD  2009-2010  As-Needed  Paving 
Contract  for  New  Services  and  Leaks;  and  authorizes  final  payment  to  the  contractor. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  23,  2012 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0192 


WHEREAS,  On  July  31,  1995,  the  City  and  County  of  San  Francisco  and  the  Bayshore 
Sanitary  District  entered  into  Joint  Exercise  of  Powers  Agreement  for  the  provision  of  the  sewer 
services  to  the  District;  and 

WHEREAS,  The  term  of  Joint  Exercise  of  Power  Agreement  expired  on  June  30,  2011; 

and 

WHEREAS,  On  June  14,  2011,  this  Commission  authorized  the  General  Manager  to 
execute  the  First  Amendment  to  the  Joint  Exercise  of  Powers  Agreement  with  the  Bayshore 
Sanitary  District  to  extend  the  original  agreement  term  for  up  to  twelve  (12)  months  through 
June  30,  2012;  and 

WHEREAS,  On  June  26,  2012,  this  Commission  authorized  the  General  Manager  to 
negotiate  and  execute  a  new  Joint  Exercise  of  Powers  Agreement  with  Bayshore  Sanitary 
District;  and 

WHEREAS,  On  June  26,  2012,  this  Commission  authorized  the  General  Manager  to 
execute  the  Second  Amendment  to  the  Joint  Exercise  of  Powers  Agreement  with  the  Bayshore 
Sanitary  District  to  extend  the  original  agreement  term  for  an  additional  three  (3)  months  through 
September  30,  2012;  and 

WHEREAS,  Conclusion  of  negotiations  between  SFPUC  and  the  Bayshore  Sanitary 
District  could  not  be  reached  prior  to  expiration  of  the  Second  Amendment,  and  a  further 
extension  to  December  31,  2012,  was  executed  in  order  to  preserve  the  SFPUC's  ability  to 
provide  service  and  receive  payment  for  such  services;  and 

WHEREAS,  The  SFPUC  and  the  Bayshore  Sanitary  District  staff  have  preliminary 
agreement  on  general  terms  for  a  new  sewer  service  contract  to  treat  influent  flows  from  the 
Bayshore  Sanitary  District  which  represent  less  than  one  half  of  one  percent  of  annual  SFPUC 
treatment  volume;  now,  therefore,  be  it 

RESOLVED,  That  in  order  to  complete  and  execute  of  a  new  Joint  Powers  Agreement, 
the  General  Manager's  execution  of  an  extension  of  the  Joint  Powers  Agreement  to  December 
31,  2012,  is  hereby  ratified,  and  the  extension  amendment  is  hereby  approved. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  23,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0193 


WHEREAS,  The  City  and  County  of  San  Francisco,  the  Merced  Irrigation  District, 
Modesto  Irrigation  District,  Oakdale  Irrigation  District,  South  San  Joaquin  Irrigation  District, 
and  the  Turlock  Irrigation  District  are  political  subdivisions  of  the  State  of  California  who  hold 
various  water  rights,  including  pre-1914  rights  of  appropriation,  riparian,  senior  appropriative 
and/or  contractual  water  rights  on  rivers  and  streams  tributary  to  the  San  Joaquin  River;  and 

WHEREAS,  On  April  24,  2012,  The  Commission,  as  the  department  of  the  City  and 
County  of  San  Francisco  charged  with  exclusive  authority  over  San  Francisco's  water  rights  and 
supplies,  authorized  the  President  of  the  San  Francisco  Public  Utilities  Commission  to  execute  a 
Joint  Powers  Agreement  ("Agreement")  to  establish  the  San  Joaquin  Tributaries  Authority 
("SJTA"),  a  joint  powers  authority  to  develop  and  facilitate  an  environment  in  which  member 
agencies  are  able  to  provide  water  for  Bay-Delta  and  San  Joaquin  River  flow  objectives  or 
requirements  in  an  efficient  manner  at  a  reasonable  cost,  ensure  long  term  reliability  of  the 
systems,  and  work  with  other  governmental  and  public  agencies  to  promote  the  common  welfare 
of  the  landowners  and  water  users  served  by  SJTA  Members;  and 

WHEREAS,  Per  Article  6  of  the  SJTA  JPA,  The  SJTA  shall  be  governed  by  a 
Commission  consisting  of  one  (1)  Commissioner  representing  each  Member;  and 

WHEREAS,  Each  Commissioner  must  be  appointed  by  one  of  the  Members  and  sit  on 
the  Governing  Board  of  the  appointing  Member;  and 

WHEREAS,  Each  Member  shall  appoint  one  Alternate  Commissioner  which  also  must  sit 
on  the  Governing  Board  of  the  appointing  Member;  and 

WHEREAS,  Commissioners  and  Alternate  Commissioners  shall  serve  at  the  pleasure  of 
their  appointing  Member's  Governing  Board  and  may  be  removed  or  replaced  at  any  time;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  appoints  Commissioner  Anson  Moran  to 
serve  on  the  San  Joaquin  Tributaries  Authority  Commission;  and  be  it  further 

RESOLVED,  That  this  Commission  hereby  appoints  Commissioner  Vince  Courtney  to 
serve  as  an  Alternate  Commissioner  on  the  San  Joaquin  Tributaries  Authority  Commission. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  23,  2012. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0194 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  a  regional 
agency  serving  2.6  million  retail  and  wholesale  water  service  customers  across  four  counties  in 
the  San  Francisco  Bay  Area;  and 

WHEREAS,  Approximately  two-thirds  of  the  water  delivered  by  the  Hetch  Hetchy 
Regional  Water  System  is  provided  to  jurisdictions  outside  the  City  and  County  of  San 
Francisco;  and 

WHEREAS,  The  SFPUC  has  upheld  a  steadfast  commitment  to  expanding  economic 
opportunities  for  local  businesses  in  San  Francisco  and  in  the  Bay  Area  communities  served  by 
the  SFPUC; 

WHEREAS,  The  PUC-LBE  certification  program  was  instituted  to  demonstrate  our 
commitment  to  providing  opportunities  for  local  business  enterprises  (LBEs)  located  within  the 
SFPUC's  water  system  service  area,  but  outside  of  the  jurisdictional  boundaries  of  San 
Francisco,  to  compete  for  work  on  the  cost-shared  portions  of  the  $4.6  billion  Water  System 
Improvement  Program  (WSIP);  and 

WHEREAS,  Current  law  permits  certain  small  businesses  located  within  the  SFPUC 
water  system  service  area  to  receive  LBE  prime  contractor  discounts  and  LBE  subcontractor 
status  as  certified  SFPUC-LBEs  for  SFPUC  Regional  Projects  connected  to  the  SFPUC's  Water 
System  Improvement  Program  and  performed  outside  the  jurisdictional  boundaries  of  San 
Francisco;  and 

WHEREAS,  The  SFPUC  would  like  to  expand  contracting  opportunities  for  certified 
SFPUC-LBEs  beyond  WSIP  regional  projects  and  would  like  to  submit  for  adoption  by  the  San 
Francisco  Board  of  Supervisors  amendments  to  Chapter  14B.2  of  the  Administrative  Code;  now, 
therefore,  be  it 

RESOLVED,  That  the  San  Francisco  Public  Utilities  Commission  endorses  the  proposed 
changes  to  the  San  Francisco  Administrative  Code  to  expand  opportunities  for  certified  SFPUC- 
LBEs;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  urges  the  Board  of  Supervisors 
of  the  City  and  County  of  San  Francisco  to  adopt,  and  Mayor  Edwin  Lee  to  approve,  the 
amendments  outlined  in  the  SFPUC-LBE  Ordinance. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  23,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0195 


WHEREAS,  On  April  27,  2010,  this  Commission  awarded  Agreement  No.  CS-116B, 
Environmental  Analysis  Services  for  the  Millbrae  Yard  Improvement  Project  and  Agreement  No. 
CS-116D  Environmental  Analysis  Services  for  the  Sunol  Yard  Improvement  Project,  and 
authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  negotiate 
and  execute  two  professional  services  agreements,  each  in  the  amount  of  $1,000,000,  and  each 
with  a  term  of  two  years,  eight  months,  concluding  on  January  30,  2013,  with  URS  Corporation 
of  Americas  (URS);  and 

WHEREAS,  Amendment  No.  1  is  being  requested  for  each  agreement  to  extend  the 
agreement  terms  of  each  agreement  (CS-116B  and  CS116D)  by  four  years  to  January  30,  2017, 
in  order  to  allow  for  completion  of  the  California  Environmental  Quality  Act  (CEQA) 
compliance  process  and  preparation  of  resource  agency  permit  applications;  and 

WHEREAS,  A  Local  Business  Enterprise  (LBE)  subconsultant  participation  of  13%  has 
been  established  for  each  agreement;  and 

WHEREAS,  Funds  for  these  agreements  are  available  from  Project  No.  CUW3630501  - 
Millbrae  Yard  Improvement  and  Project  No.  CUW3630601  -  Sunol  Yard  Improvement;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Water 
Enterprise  revenue-funded  Agreement  No.  CS-116B,  Environmental  Analysis  Services  for  the 
Millbrae  Yard  Improvement  Project,  with  URS  Corporation  of  Americas  (URS)  and  Amendment 
No.  1  to  Water  Enterprise  revenue- funded  Agreement  No.  CS-116D,  Environmental  Analysis 
Services  for  the  Sunol  Yard  Improvement  Project,  with  URS  Corporation  of  Americas  (URS)  to 
provide  appropriate  schedules  for  completion  of  the  required  California  Environmental  Quality 
Act  (CEQA)  compliance  documents  and  required  resource  agency  permits,  and  authorizes  the 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  these 
amendments,  each  with  a  time  extension  of  four  years,  for  total  agreement  durations  of  six  years, 
eight  months  for  each  agreement,  with  no  change  to  the  value  of  each  agreement. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  23,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0196 


WHEREAS,  The  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  and  staff  presented  the  draft  Ratepayer  Assurance  Policy  on  October  23,  2012;  and 

WHEREAS,  The  draft  Ratepayer  Assurance  Policy  was  presented  to  the  Revenue  Bond 
Oversight  Committee,  the  Rate  Fairness  Board  and  the  Citizen's  Advisory  Committee  and 
incorporated  feedback  from  these  bodies  into  the  draft  Ratepayer  Assurance  Policy  along  with 
public  comment;  and 

WHEREAS,  This  policy  shall  be  revised  periodically  and  implemented  through 
Commission  proposals  for  budgets,  rates,  fees  and  charges;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  adopts  the  attached  Ratepayer  Assurance  Policy. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  23,  2012. 

Secretary,  Public  Utilities  Commission 


V 


Public  Utilities  Commission 
City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0197 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  an  approximately  811.13-acre 
parcel  in  San  Francisco  commonly  known  as  the  Lake  Merced  Tract  ("Tract"),  purchased  in 
1930  as  part  of  the  acquisition  of  the  Spring  Valley  Water  Company,  and  under  the  jurisdiction 
of  the  San  Francisco  Public  Utilities  Commission  ("SFPUC");  and 

WHEREAS,  On  January  30,  1950,  the  SFPUC  adopted  Resolution  No.  10,435,  which 
gave  the  San  Francisco  Recreation  and  Park  Department  ("RPD")  the  right  to  "occupy,  use  and 
improve,  for  park  and  recreational  purposes"  the  entire  Tract,  along  with  the  right  to  grant 
concessions  or  leases;  and 

WHEREAS,  In  2007,  the  San  Francisco  Board  of  Supervisors  adopted  Resolution  No. 
14-07  urging  the  SFPUC  and  RPD  to  work  together  to  modify  the  provisions  of  SFPUC 
Resolution  No.  10,435  to  allow  the  SFPUC  to  manage  the  Tract  following  standards  applied  to 
the  management  of  an  urban  watershed,  and  to  allocate  the  resources  necessary  to  have  the 
SFPUC  assume  a  greater  role  in  the  protection  of  water  quality  through  creation  of  a  long-term 
vision  for  the  Tract  diat  sustainably  balances  multiple  beneficial  uses,  including  management  of 
natural  areas,  watershed  protection  and  restoration,  public  education,  and  recreation;  and 

WHEREAS,  On  May  8,  2012,  by  Resolution  No.  12-0077,  the  SFPUC  authorized  the 
General  Manager  of  the  SFPUC  to  assume  management  and  administration  of  the  Pacific  Rod 
and  Gun  Club  ("Club")  lease,  a  month-to-month  lease  agreement  effective  January  1,  1934 
("1934  Lease"),  with  respect  to  approximately  4  acres  of  the  Tract  located  at  520  John  Muir 
Drive  for  purposes  of  skeet  shooting  and  fly  casting.  Over  the  course  of  the  term  of  the  1934 
Lease,  the  leased  premises  occupied  and  used  by  Club  has  increased  to  approximately  10  acres  of 
the  Tract  ("Premises")  previously  managed  by  the  Recreation  and  Park  Department;  and 

WHEREAS,  After  efforts  to  negotiate  amended  lease  provisions,  that  were  consistent 
with  SFPUC  approved  forms  of  agreement,  failed,  on  September  28,  2012,  the  City  filed  an 
action  in  unlawful  detainer  in  the  San  Francisco  Superior  Court,  seeking  eviction  of  the  Club 
from  the  Premises  (the  "Action")  under  the  1934  Lease;  and 

WHEREAS,  The  SFPUC  and  Club  are  negotiating  to  resolve  and  settle  the  Action  on  the 
terms  and  conditions  that  would  protect  SFPUC's  interests  without  the  time  and  expense  of  a  trial 
of  the  Action.  As  proposed,  SFPUC  would  permit  Club's  continued  occupancy  of  the  Premises 
in  an  amendment  and  restatement  of  the  1934  Lease  (an  "Amended  Lease"),  and  Club  would 
agree  that  its  continued  occupancy  of  the  Premises  will  be  governed  solely  in  accordance  with 
the  terms  of  the  Settlement  Agreement  and  the  Amended  Lease.  The  Settlement  Agreement  is 
contingent  upon  the  Board  of  Supervisors,  acting  at  its  sole  discretion,  approving  an  ordinance 
authorizing  the  settlement;  now,  therefore,  be  it 

RESOLVED,  This  Commission  authorizes  the  General  Manager  of  the  SFPUC  to 
negotiate  the  terms  and  conditions  of  an  Amended  Lease,  with  a  month-to-month  term  and  initial 
monthly  rental  rate  of  $5,000,  and  such  other  terms  that  will  protect  the  SFPUC's  interests,  as  an 
Exhibit  to  a  Settlement  Agreement  with  respect  to  the  Action.  The  City  Attorney's  Office, 
together  with  SFPUC  staff  are  negotiating  the  terms  of  the  Settlement  Agreement  with  the  Club. 


On  the  recommendation  of  the  City  Attorney,  the  General  Manager  is  authorized  to  recommend 
that  the  Board  of  Supervisors  resolve  and  settle  the  Action  on  terms  that  will  protect  SFPUC's 
interests  without  the  time  and  expense  of  a  trial  of  the  Action.  If  the  Settlement  Agreement  is 
approved  by  the  Board  of  Supervisors  by  ordinance,  this  Commission  authorizes  the  General 
Manager  to  execute  the  Amended  Lease,  approved  as  to  form  by  the  City  Attorney,  after  said 
ordinance  becomes  effective. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  23.  2012  

Secretary,  Public  Utilities  Commission 


San  Francisco 

Water       .  ..-iwer 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 
Tuesday,  November  13,  2012 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  941 02 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 

Anson  Moran 
Francesca  Vietor 


Harlan  L.  Kelly,  Jr. 

General  Manager 


For  information,  contact  the  Commission  Secretary  at  554-31 65. 
IVIinutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.ora 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.aranicus.com/'ViewPublisher.DhD?view  id=22 


Donna  Hood 

Secretary 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  sen/ices  call  (415) 
701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood@sfwater.ora.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfaov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfaov.ora. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfaov.ora/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  October  23,  2012 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within 
the  Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Quarterly  Audit  and  Performance  Review  Report  (5c-1) 

•  Citywide  Payroll  Audit  (SFPUC) 

•  SFPUC  Community  Assistance  Program  Performance  Audit 

•  Civil  Grand  Jury  Report  -  San  Francisco  Technology 

•  SFPUC  Water  Enterprise  Efficiency  Review  of  24/7  Dispatch 

•  HHWP,  CCSF  Greenhouse  Gas  Verification  Report  201 1 

d)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Local 

e)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Regional 

f)  WSIP  Quarterly  Report  -  Local 

g)  WSIP  Quarterly  Report  -  Regional 

h)  201 1  Energy  Benchmarking  Report  for  SF  Municipal  Buildings 

i)  Addendum  to  WSIP  201 1  -1 2  Annual  Report 

j)  Status  of  WSIP  Construction  Change  orders  01  FY-1 2 

k)  Status  on  the  Calaveras  Dam  Replacement  Project 

I)   Response  to  BAWSCA  letter  Regarding  WSIP  Annual  Report 

6.  Other  Commission  Business 

a)  Adoption  of  2013  SFPUC  meeting  schedule 

7.  Report  of  the  General  Manager 

a)  Recognition  of  the  retirement  of  San  Mateo  County  Supervisor  Rose  Jacobs 
Gibson 

b)  CleanPowerSF  Update 

c)  Annual  Financial  Audits  and  Auditor  Presentation 

d)  Quarterly  Budget  Report 

e)  WSIP  Update 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 


Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13^^  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)  Approve  the  plans  and  specifications,  and  award  Contract  WW-498,  John/ 
Spofford/Sutter/Post/Geary/O'Farrell  Streets  Brick  Sewer  Rehabilitation,  in  the 
amount  of  $2,302,690,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
A.  Ruiz  Construction,  to  rehabilitate  the  existing  brick  sewers  on  the  subject  streets. 

(Moala) 

b)  Approve  the  plans  and  specifications,  and  award  Contract  WW-554,  Various 
Locations  Sewer  Replacement  and  Pavement  Renovation,  in  the  amount  of 
$2,61 8,653  (of  which  $1 ,549,083  is  funded  by  WWE  and  $1 ,069,570  is  funded  by 
DRW),  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  D'Arcy  &  Harty 
Construction,  to  replace  the  existing  sewers  and  street  pavement  on  various  streets 
in  the  City  of  San  Francisco.  (Moala) 

c)  Approve  Modification  No.  2  to  Contract  WD-2445,  8-Inch  Ductile  Iron  Main 
Installation  on  Second,  New  Montgomery,  Stevenson,  Minna  and  Annie  Streets,  with 
P  &  J  Utility  Company,  increasing  the  contract  duration  by  76  consecutive 
calendar  days,  for  a  total  contract  duration  of  389  consecutive  calendar  days,  with 
no  change  to  the  contract  amount.  The  modification  is  due  to  City-declared 
construction  moratorium  periods  in  and  around  the  contract  work  sites  during  City- 
sponsored  events.  (Ritchie) 

d)  Approve  Amendment  No.  2  to  Agreement  PS-108,  Feral  Pig  Management 
Services,  with  Rural  Pig  Management,  Inc.,  to  provide  continued  nuisance 
management  services  on  SFPUC  watershed  lands;  Authorize  the  General  Manager 
to  execute  this  amendment  increasing  the  agreement  by  $75,000,  for  a  total  not- 
to-exceed  agreement  amount  of  $250,000,  and  with  a  time  extension  of  one  year, 
and  six  months,  for  a  total  agreement  duration  of  five  years.  (Ritchie) 

e)  Approve  the  Assignment  and  Novation  Agreement  for  CS-896,  As-Needed 
Laboratory  Analytical  Services;  and  authorize  the  General  Manager  to  execute  an 
Assignment  and  Novation  of  the  existing  Contract  from  MWH  Laboratories,  Inc.  to 
Eurofins  Eaton  Analytical,  Inc.  (Ritchie) 


f)  Approve  Amendment  No.  2  to  Agreement  CS-979(I),  with  Dots  Printing  and 
Stationery  to  continue  to  provide  collection  services  for  SFPUC  payment  of  water 
and  wastewater  bills  for  residents  and  businesses  located  in  the  Chinatown  area  of 
San  Francisco,  and  authorize  the  General  Manager  to  execute  this  amendment 
increasing  the  agreement  by  $14,000,  for  a  total  not-to-exceed  agreement  amount 
of  $49,900,  and  with  a  time  extension  of  one  year  and  six  months,  for  a  total 
agreement  duration  of  five  years.  (Rydstrom) 

g)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute  a 
five-year  Revocable  Permit  with  the  Lutheran  Church  of  Our  Savior  of  San 
Francisco  and  the  Young  Men's  Christian  Association  of  San  Francisco,  for  $4,320 
per  year,  with  4%  annual  increases,  for  the  use  of  SFPUC  land  at  101 1  Garfield 
Street,  San  Francisco,  California,  as  a  children's  play  area.  (Russell) 

h)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute  a 
five-year  Revocable  Permit  the  City  of  Burlingame  to  use  and  maintain 
approximately  .32  acres  of  SFPUC  property.  Parcel  23,  located  along  California 
Drive  between  Sanchez  and  Majilla  Avenue  in  the  City  of  Burlingame,  for  a  flood 
control  storm  drain  facility  without  any  use  fee.  The  2012  Permit  will  replace  an 
existing  permit  issued  to  the  City  of  Burlingame  on  January  16,  1956.  (Russell) 

i)  Approve  the  selection  of  and  award  Agreement  Nos.  CS-203A-D,  Wastewater  and 
Stormwater  Technical  Services,  for  the  Wastewater  Enterprise  to  CH2MHill-Avila, 
Joint  Venture  (CS-203A);  Brown  &  Caldwell-SRT,  Joint  Venture  (CS-203B);  F.E. 
Jordan  Associates  (CS-203C);  and  Kennedy  Jenks-WRE,  Joint  Venture  (CS-203D) 
to  provide  wastewater  and  stormwater  technical  services;  and  authorize  the 
General  Manager  to  negotiate  and  execute  the  four  professional  services 
agreements  for  an  amount  not-to-exceed  $4,000,000  each,  for  a  cumulative  total 
amount  of  $16,000,000  and  with  a  duration  of  five  years  per  agreement.  (Moala) 

REGULAR  BUSINESS 

9.  Accept  work  performed  by  PCL  Civil  Constructors  Inc.  for  Contract  DB-1 1 6,  Tesia 
Treatment  Facility,  for  the  design,  construction,  and  commissioning  of  a  new 
treatment  facility  at  the  existing  TesIa  Portal  site;  Approve  Modification  No.  39  (final) 
decreasing  the  contract  amount  by  ($188,350)  to  account  for  actual  labor  and 
materials  required  to  complete  the  work  under  bid  item  allowances,  reducing  the 
total  contract  amount  to  $87,580,623,  and  extending  the  contract  duration  by  58 
consecutive  calendar  days  for  a  total  contract  duration  of  1 ,312  consecutive 
calendar  days;  and  authorize  final  payment  to  the  contractor.  (Labonte) 

10.  Authorize  the  Issuance  of  Refunding  Wastewater  Revenue  Bonds  of  up  to 

$250,000,000  to  Refinance  Wastewater  Enterprise  Revenue  Bonds,  Series  2003A 
and  State  Revolving  Fund  Loans  to  Achieve  Ratepayer  Savings,  and  the  Issuance  of 
up  to  $420,000,000  in  new  Wastewater  Revenue  Bonds  under  Proposition  E  to  fund 
Wastewater  Capital  Projects  (Rydstrom) 


1 1 .  Authorize  the  General  Manager  to  execute  a  Grant  Agreement  with  the  Laborers' 
Training  and  Retraining  Trust  Fund  for  Northern  California  to  help  satisfy  the 
employment  development  goals  and  requirements  for  disadvantaged  worker 
participation  within  the  Water  System  Improvement  Program  service  territory.  The 
estimated  cost  of  services  is  $250,000  for  year  one  and  $175,000  per  year  for 
years  two  and  three.  The  program  expects  to  train  approximately  1 5  students  per 
cohort,  and  approximately  three  cohorts  per  year  for  three  years,  or  until  such  time 
as  staffing  requirements  adequately  match  demand.  (Iglesias) 

12.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute  a 
three-year  Revocable  Permit  with  Coastside  County  Water  District  (CCWD)  to 
authorize  CCWD  to  install  and  operate  a  PVC  pipeline  to  replace,  on  an  interim 
basis,  CCWD's  failed  existing  water  pipeline  on  SFPUC  land  within  the  Pilarcitos 
Creek  Watershed  in  unincorporated  San  Mateo  County,  for  no  use  fee. 

(Ritchie) 

13.  Approve  terms  and  conditions  and  authorize  the  General  Manager  to  execute  a  20 
year  lease  with  Los  Altos  Hotel  Associates,  LLC  for  approximately  47,916  square 
feet  of  land  known  as  Bay  Division  Pipelines  3  &  4,  Parcel  232A,  located  in  Los 
Altos,  for  a  $4,360  monthly  rent  subject  to  Board  of  Supervisors  approval  pursuant  to 
Charter  Section  9.118.  (Russell) 

14.  Approve  Modification  No.  1  to  the  Agreement  between  the  State  of  California, 
Department  of  Parks  and  Recreation  and  The  City  and  County  of  San  Francisco 
regarding  implementation  of  the  Mitchell  Ravine  Long  Term  Stabilization  Plan, 
increasing  the  Agreement  by  $112,253,  for  a  total  Agreement  amount  of 

$1 ,451 ,753.  The  increase  reflects  the  cost  of  compliance  with  the  stipulations  of  the 
California  Department  of  Fish  and  Game  Incidental  Take  Permit  for  the  Project, 
which  includes  purchase  of  mitigation  bank  acreage  and  biological  monitoring  for 
potential  impacts  to  wildlife  species  covered  by  the  California  Endangered  Species 
Act,  and  post-construction  revegetation  of  the  affected  area.  (Ritchie) 

15.  Approve  Amendment  No.  1  to  Agreement  CS-208,  Technical  Advisory  Services, 
with  Dr.  Charles  Scawthorn,  to  provide  ongoing  technical  advisory  services 
associated  with  the  Auxiliary  Water  Supply  System;  Authorize  the  General  Manager 
to  execute  this  amendment  increasing  the  agreement  by  $100,100,  for  a  total  not- 
to-exceed  amount  of  $150,000,  and  increasing  the  agreement  duration  by  15 
months,  for  a  total  agreement  duration  of  three  years  and  three  months. 

(Wong) 

16.  Public  Hearing,  discussion  and  possible  action  to  Approve  a  2012  Updated  CCA 
Implementation  Plan  and  Statement  of  Intent  and  Authorize  the  General 
Manager  to  File  the  Updated  Implementation  Plan  with  the  California  Public  Utilities 
Commission  for  Certification.  (Hale) 

17.  Adopt  a  Procurement  Plan,  as  required  under  the  San  Francisco  Public  Utilities 
Commission's  Enforcement  Program,  to  allow  the  SFPUC  to  meet  the  requirements 
of  the  California  Renewable  Portfolio  Standard.  (Hale) 


18.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 

19.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(b)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

Anticipated  Litigation  -  As  Defendant  (Ambrose) 

21.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(c)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

Anticipated  Litigation  -  As  Plaintiff  (Ambrose) 
Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

22.  Announcement  following  closed  session. 

23.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

24.  Other  new  business. 
ADJOURNMENT 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


CANCELLATION  NOTICE 


The  Regular  meeting  of  the  San  Francisco  Public  Utilities  Commission 

for 

Tuesday,  November  27,  2012 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


HAS  BEEN  CACELLED 

(Posted  November  8, 2012) 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  ottier  information  are  available  on  the  SFPUC  web  site:  www.sfwater.ora 
Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.Qranicus.comA/iewPublisher.php7vlew  icl=22 


San  Francisco 
Water  Power  Sewer 


Ser/ices  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


MINUTES 
Tuesday,  November  13,  2012 

(Approved  12/11/12) 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 

Anson  Moran 
Francesca  Vietor 


Harlan  L.  Kelly,  Jr. 

General  Manager 


For  information,  contact  ttie  Commission  Secretary  at  554-3165. 
IVIinutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.shvater.orq 
Gavel-to-Gavel  coverage  available  at: 

httD://sanfrancisco.aranicus.comA/iewPublisher.php?view  id=g2 


Donna  Hood 

Secretary 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

President  Torres  called  the  meeting  to  order  at  1:36  PM. 

2.  Roll  Call 

Roll  was  called  with  Commissioners  Torres  and  Courtney  present.  President  Torres 
noted  that  the  meeting  would  begin  without  a  quorum  and  called  for  public  comment, 
with  no  action  items  to  be  considered  until  a  quorum  was  present. 

Commissioner  Caen  arrived  at  1:40  PM  -  quorum  present. 

3.  Approval  of  Minutes  of  October  23.  2012 

On  motion  to  approve  the  minutes  of  October  23,  2012 
AYES:  Torres,  Courtney,  Caen 

4.  Public  Comments 

•  Ms.  Espinola  Jackson,  Black  Human  Rights  Leadership  Council,  encouraged  the 
General  Manager  to  visit  the  Bayview  Community  to  listen  to  their  concerns.  She 
asked  for  follow-up  to  her  request  for  a  list  SFPUC  staff  who  reside  in  the 
Bayview. 

•  Mr.  Francisco  DaCosta  expressed  his  concerns  with  the  lack  of  jobs  in  the 
Bayview  and  stated  the  need  for  career  training. 

•  Mr  Andrew  Lispet  expressed  his  desire  that  rates  remain  as  low  as  possible. 

•  Mr.  Robert  Woods,  Black  Human  Rights  Leadership  Council,  expressed  the  need 
for  a  jobs  program  in  the  Bayview. 

•  Mr  Eric  Brooks,  San  Francisco  Green  Party  and  grassroots  organization,  "Our 
City",  expressed  his  concerns  with  the  quality  of  the  water  at  Treasure  Island 
since  the  main  break  and  requested  extra  testing  of  the  water  for  radioactive 
contamination. 


5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Quarterly  Audit  and  Performance  Review  Reports 

•  Citywide  Payroll  Audit  (SFPUC) 

•  SFPUC  Community  Assistance  Program  Performance  Audit 

•  Civil  Grand  Jury  Report  -  San  Francisco  Technology 

•  SFPUC  Water  Enterprise  Efficiency  Review  of  24/7  Dispatch 

•  HHWP,  CCSF  Greenhouse  Gas  Verification  Report  201 1 

d)  Water  Enterprise  Capital  Improvement  Prooram  Quarterly  Report  -  Local 

e)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Regional 

f)  WSIP  Quarterly  Report  -  Local 

g)  WSIP  Quarterly  Report  -  Regional 

h)  201 1  Energy  Benchmarking  Report  for  SF  Municipal  Buildings 

i)  Addendum  to  WSIP  201 1  -1 2  Annual  Report 

j)  Status  of  WSIP  Construction  Change  orders  01  FY-12 


k)  Status  on  the  Calaveras  Dam  Replacement  Project 

I)   Response  to  BAWSCA  letter  Regarding  WSIP  Annual  Report 


6.  Other  Commission  Business 

a)  Adoption  of  2013  SFPUC  meeting  schedule 

On  motion  to  approve  item  6 
AYES:  Torres,  Courtney,  Caen 

7.  Report  of  the  General  Manager 

a)  Recognition  of  the  retirement  of  San  Mateo  County  Supervisor  Rose  Jacobs 
Gibson 

b)  CleanPowerSF  Update 

Ms.  Barbra  Hale,  Assistant  General  Manager,  Power,  provided  a  brief  update  on 
tiie  CleanPowerSF  Program  including  the  Customer  Notification  and  Education 
Plan  and  proposed  timeline. 

c)  Annual  Financial  Audits  and  Auditor  Presentation 

Mr  Todd  Rydstrom,  CFO,  gave  a  brief  presentation  and  discussion  ensued 
regarding  thie  SFPUC  annual  financial  audits.  He  noted  that  it  was  the  fourth  year 
of  clean  audits  with  no  material  findings.  He  introduced  Ms.  Tiffany  Rasmussen, 
KPMG  independent  financial  auditor 

d)  Quarterly  Budget  Report 

Mr  Todd  Rydstrom,  CFO,  stated  that  water  sales  were  up  three  percent  each  for 
retail  and  wholesale  customers.  Mr  Rydstrom  briefly  discussed  key  budget 
variances,  fund  balance  resen/es,  and  key  reserve  ratios. 

e)  WSIP  Update 

Ms.  Julie  LaBonte,  WSIP  Director,  provided  a  status  update  to  the  Water  System 
Improvement  Program.  She  stated  that  the  forecast  for  regional  projects  is 
$150.6M  above  the  approved  budget  due  to  problems  with  the  Calaveras  Dam 
Replacement  Project.  She  noted  that,  due  to  the  Calaveras  contingency  budget 
and  the  program  management  resen/es,  the  overall  project  will  be  delivered  on- 
budget.  Ms.  LaBonte  addressed  program  accomplishments,  discussed  the  status 
of  upgrades  to  treatment  plants  and  the  progress  on  the  tunnels.  She  provided  a 
short  status  update  on  the  Calaveras  Dam  Project  and  referred  to  the  memo 
provided  to  the  Commission  further  detailing  Project.  She  closed  by  presenting 
the  time  and  cost  impacts,  remaining  project  risks  and  discussed  next  steps. 

Public  Comments 

•  Mr  Francisco  DaCosta  stated  the  need  for  line-item  detail  on  CleanPowerSF 
so  customers  know  what  they  are  paying  for  He  noted  his  concern  with  the 
duration  of  stakeholder  group  meetings. 

•  Mr  Eric  Brooks,  San  Francisco  Green  Party  and  grassroots  organization, 
"Our  City",  stated  that  the  BOS  legislation  adopted  a  five-year  rather  than  a 
four  and  a  half  year  Shell  contract,  and  requested  that  staff  look  into  it  the 
discrepancy.  He  also  expressed  concerns  with  the  stakeholder  group 
meetings. 


•   Mr.  Art  denser],  BA  WSCA,  expressed  his  gratitude  for  Ms.  LaBonte's 
presentation  and  noted  ttiat  BAWSCA  will  continue  to  monitor  the  Program. 

8.    CONSENT  CALENDAR 

a)  Approve  the  plans  and  specifications,  and  award  Contract  WW-498,  Jolin/ 
Spofford/Sutter/Post/Geary/O'Farrell  Streets  Brick  Sewer  Reliabilitation,  In  the 
amount  of  $2,302,690,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  A. 
Ruiz  Construction.  (Resolution  12-0201) 

b)  Approve  the  plans  and  specifications,  and  award  Contract  WW-554,  Various 
Locations  Sewer  Replacement  and  Pavement  Renovation,  in  the  amount  of 
$2,61 8,653  (of  which  $1 ,549,083  is  funded  by  WWE  and  $1 ,069,570  is  funded  by 
DRW),  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  D'Arcy  &  Harty 
Construction.  (Resolution  12-0202) 

c)  Approve  Modification  No.  2  to  Contract  WD-2445,  8-Inch  Ductile  Iron  Main 
Installation  on  Second,  New  Montgomery,  Stevenson,  Minna  and  Annie  Streets,  with 
P  &  J  Utility  Company,  increasing  the  contract  duration  by  76  consecutive  calendar 
days,  for  a  total  contract  duration  of  389  consecutive  calendar  days,  with  no  change 
to  the  contract  amount.  (Resolution  12-0203) 

d)  Approve  Amendment  No.  2  to  Agreement  PS-1 08,  Feral  Pig  Management  Services, 
with  Rural  Pig  Management,  Inc.;  Authorize  the  General  Manager  to  execute  the 
amendment  increasing  the  agreement  by  $75,000,  for  a  total  not-to-exceed 
agreement  amount  of  $250,000,  and  with  a  time  extension  of  one  year,  and  six 
months,  for  a  total  agreement  duration  of  five  years.  (Resolution  12-0204) 

e)  Approve  the  Assignment  and  Novation  Agreement  for  CS-896,  As-Needed 
Laboratory  Analytical  Services;  and  authorize  the  General  Manager  to  execute  an 
Assignment  and  Novation  of  the  existing  Contract  from  MWH  Laboratories,  Inc.  to 
Eurofins  Eaton  Analytical,  Inc.  (Resolution  12-0205) 

f)  Approve  Amendment  No.  2  to  Agreement  CS-979(I),  with  Dots  Printing  and 
Stationery.  Authorize  the  General  Manager  to  execute  the  amendment  increasing 
the  agreement  by  $14,000,  for  a  total  not-to-exceed  agreement  amount  of  $49,900, 
and  with  a  time  extension  of  one  year  and  six  months,  for  a  total  agreement  duration 
of  five  years.  (Resolution  12-0206) 

g)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute  a 
five-year  Revocable  Permit  with  the  Lutheran  Church  of  Our  Savior  of  San  Francisco 
and  the  Young  Men's  Christian  Association  of  San  Francisco,  for  $4,320  per  year, 
for  the  use  of  SFPUC  land  at  1 01 1  Garfield  Street,  San  Francisco,  California 
(Resolution  12-0207) 

h)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute  a 
five-year  Revocable  Permit  the  City  of  Burlingame  to  use  and  maintain 


approximately  .32  acres  of  SFPUC  property,  Parcel  23,  located  along  California 
Drive  between  Sanchiez  and  Majilla  Avenue  in  the  City  of  Burlingame,  with  no  use 
fee.  The  2012  Permit  will  replace  an  existing  permit  issued  to  the  City  of  Burlingame 
on  January  16,  1956.  (Resolution  1 2-0208) 

i)    Approve  the  selection  of  and  award  Agreement  Nos.  CS-203A-D,  to  CH2MHill-Avila, 
Joint  Venture  (CS-203A);  Brown  &  Caldwell-SRT,  Joint  Venture  (CS-203B);  F.E. 
Jordan  Associates  (CS-203C);  and  Kennedy  Jenks-WRE,  Joint  Venture  (CS-203D). 
Authorize  the  General  Manager  to  negotiate  and  execute  the  professional  services 
agreements  for  an  amount  not-to-exceed  $4,000,000  each,  for  a  cumulative  total 
amount  of  $16,000,000  and  with  a  duration  of  five  years  per  agreement.  (Resolution 
12-0209) 

•  No  Public  Comment. 

On  motion  to  approve  items  8a  through  8i 
AYES:  Torres,  Courtney,  Caen 

9.  Accept  work  performed  by  PCL  Civil  Constructors  Inc.  for  Contract  DB-1 1 6,  Tesia 
Treatment  Facility.  Approve  Modification  No.  39  (final)  decreasing  the  contract 
amount  by  ($188,350),  reducing  the  total  contract  amount  to  $87,580,623,  and 
extending  the  contract  duration  by  58  consecutive  calendar  days  for  a  total  contract 
duration  of  1 ,312  consecutive  calendar  days;  and  authorize  final  payment  to  the 
contractor. 

At  the  request  of  staff,  item  9  was  removed  from  the  calendar  and  will  be 
rescheduled  at  a  later  date. 

10.  Authorize  the  Issuance  of  Refunding  Wastewater  Revenue  Bonds  of  up  to 
$250,000,000  to  Refinance  Wastewater  Enterprise  Revenue  Bonds,  Series  2003A 
and  State  Revolving  Fund  Loans,  and  the  Issuance  of  up  to  $420,000,000  in  new 
Wastewater  Revenue  Bonds  under  Proposition  E  to  fund  Wastewater  Capital 
Projects.  (Resolution  12-0210) 

Mr  Rydstrom  introduced  this  item,  noting  that  the  $250M  in  refundings  will  save 
approximately  $43M  for  the  ratepayers. 

•  No  Public  Comment. 

On  motion  to  approve  item  10 
AYES:  Torres,  Courtney,  Caen 

1 1 .  Authorize  the  General  Manager  to  execute  a  Grant  Agreement  with  the  Laborers' 
Training  and  Retraining  Trust  Fund  for  Northern  California.  The  estimated  cost  of 
services  is  $250,000  for  year  one  and  $1 75,000  per  year  for  years  two  and  three. 
(Resolution  1 2-0211) 


Commissioner  Courtney,  for  full  disclosure  and  transparency,  noted  that  he  serves 
as  the  Executive  Director  of  the  Laborers  Community  Training  Foundation,  a  local 
entity  connected  directly  to  the  Local  Union  261  in  San  Francisco.  Commissioner 
Courtney  noted  that  the  item  before  the  Commission  is  separate  and  apart  from 
Local  26 land  the  Foundation  and  will  serve  as  a  training  center 

Public  Comment 

•  Mr  Francisco  DaCosta  expressed  his  gratitude  for  the  training  program  and 
for  the  benefits  the  training  program  will  provide  for  disadvantaged  youth. 

On  motion  to  approve  item  1 1 
AYES:  Torres,  Courtney,  Caen 

12.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute  a 
three-year  Revocable  Permit  with  Coastside  County  Water  District,  for  no  use  fee. 
(Resolution  12-0212) 

•  No  Public  Comment. 

On  motion  to  approve  item  12 
AYES:  Torres,  Courtney,  Caen 

13.  Approve  terms  and  conditions  and  authorize  the  General  IVIanager  to  execute  a  20 
year  lease  with  Los  Altos  Hotel  Associates,  LLC  for  approximately  47,916  square 
feet  of  land  known  as  Bay  Division  Pipelines  3  &  4,  Parcel  232A,  located  in  Los 
Altos,  for  a  $4,360  monthly  rent,  subject  to  Board  of  Supervisors  approval  pursuant 
to  Charter  Section  9.1 18.  (Resolution  12-0213) 

•  No  Public  Comment. 

On  motion  to  approve  item  13 
AYES:  Torres,  Courtney,  Caen 

14.  Approve  Modification  No.  1  to  the  Agreement  between  the  State  of  California 
Department  of  Parks  and  Recreation  and  The  City  and  County  of  San  Francisco 
regarding  implementation  of  the  Mitchell  Ravine  Long  Term  Stabilization  Plan, 
increasing  the  Agreement  by  $1 1 2,253,  for  a  total  Agreement  amount  of  $1 ,451 ,753. 
(Resolution  12-0214) 

•  No  Public  Comment. 

On  motion  to  approve  item  14 
AYES:  Torres,  Courtney,  Caen 


15.  Approve  Amendment  No.  1  to  Agreement  CS-208,  Auxiliary  Water  Supply  System 
Technical  Advisory  Services.  Authorize  the  General  Manager  to  execute  the 
amendment  increasing  the  agreement  by  $100,100,  for  a  total  not-to-exceed  amount 


of  $1 50,000,  and  increasing  the  agreement  duration  by  1 5  months,  for  a  total 
agreement  duration  of  three  years  and  three  months.  (Resolution  12-0215) 

•  No  Public  Comment. 

On  motion  to  approve  item  15 
AYES:  Torres,  Courtney,  Caen 

16.  Public  Hearing,  discussion  and  possible  action  to  approve  a  2012  Updated  CCA 
Implementation  Plan  and  Statement  of  Intent.  Authorize  the  General  Manager  to  File 
the  Updated  Implementation  Plan  with  the  California  Public  Utilities  Commission  for 
Certification.  (Resolution  12-0216) 

•  No  Public  Comment. 

On  motion  to  approve  item  16 
AYES:  Torres,  Courtney,  Caen 

17.  Adopt  a  Procurement  Plan,  as  required  under  the  San  Francisco  Public  Utilities 
Commission's  Enforcement  Program,  to  allow  the  SFPUC  to  meet  the  requirements 
of  the  California  Renewable  Portfolio  Standard.  (Resolution  12-0217) 

Commissioner  Courtney  requested  that  staff  provide  a  copy  of  the  stakeholder  group 
sign-in  sheet. 

Public  Comment 

•  Mr.  Eric  Brooks,  San  Francisco  Green  Party  and  grassroots  organization, 
"Our  City",  noted  the  participants  he  has  observed  at  the  stakeholder  group 
and  encouraged  for  the  meetings  to  be  longer  in  duration.  He  expressed  his 
concerns  with  the  opt-in/opt-out  process. 

On  motion  to  approve  item  17 
AYES:  Torres,  Courtney,  Caen 

18.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 

•  No  Public  Comment. 

19.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 


On  motion  TO  ASSERT 
AYES:  Torres,  Courtney,  Caen 


CLOSED  SESSION 


20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(b)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 
Anticipated  Litigation  -  As  Defendant  (Ambrose) 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(c)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 
Anticipated  Litigation  -  As  Plaintiff  (Ambrose) 

22.  Announcement  following  closed  session. 

President  Torres  stated  that  no  action  was  taken  during  Closed  Session. 

President  Torres  noted  thiat  the  Regular  Meeting  of  November  27  has  been 
cancelled. 

23.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

On  motion  NOT  TO  DISCLOSE 
AYES:  Torres,  Courtney,  Caen 

24.  Other  new  business. 
None. 

President  Torres  adjourned  the  meeting  at  3:15  PM 


PUBLIC  UTILITIES  COMMISSION 
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RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE  CIP-funded  Contract  No.  WW-498,  John/Spofford/Sutter/Post/Geary/O'Farrell 
Streets  Brick  Sewer  Rehabilitation,  in  the  amount  of  $2,302,690,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  A.  Ruiz  Construction. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  13,  2012. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0202 


WHEREAS,  Wastewater  Enterprise  (WWE),  Capital  Improvement  Program-funded 
(CIP)  and  Department  of  Public  Works  (DPW)  Pavement  Renovation  Program-funded  Contract 
No.  WW-554,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation,  was  advertised 
on  September  11,  2012;  and 

WHEREAS,  The  Engineer's  Estimate  is  $2,300,000  for  this  construction  contract  work  to 
replace  the  existing  sewers  and  street  pavement  in  various  streets  in  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  182  consecutive  calendar  days;  and 

WHEREAS,  On  August  17,  2012  the  Bureau  of  Environmental  Management  determined 
the  proposed  project  was  statutorily  exempt  from  the  California  Environmental  Quality  Act 
under  Section  15282(k)  and  Public  Resources  Code  Section  21080.21  and  on  September  4,  2012 
the  San  Francisco  Planning  Department  Environmental  Review  Officer  concurred  with  the 
determination;  and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  October  1 1,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  D' Arcy  &  Harty  Construction 
as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  17%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  D'Arcy  &  Harty  Construction  committed 
to  a  30.17%  participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CENMSCIC,  Various  Locations 
Sewer  Replacement  and  DPW  Project  No.  CPWTRNSR,  Various  Locations  Pavement 
Renovation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  CIP  Program-funded  and  DPW  Pavement  Renovation  Program-funded  Contract 
No.  WW-554,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation,  in  the  amount 
of  $2,618,653  (of  which  $1,549,083  is  funded  by  WWE  and  $1,069,570  is  funded  by  DPW),  to 
the  lowest,  qualified,  responsible  and  responsive  bidder,  D'Arcy  &  Harty  Construction. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  13,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0203 


WHEREAS,  On  October  25,  2011,  per  Resolution  No.  11-0178,  this  Commission 
approved  the  award  of  Contract  No.  WD-2445,  8-Inch  Ductile  Iron  Pipe  Main  histallation  on 
Second,  New  Montgomery,  Stevenson,  Minna  and  Annie  Streets,  to  P  &  J  Utility  Company;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  January  9, 
2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,507,062  and  the  original  contract 
duration  was  240  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  an  increase  of  $98,799  for  miscellaneous 
force  account  work  and  time  extension  for  extra  work  and  construction  delays  due  to  differing 
site  conditions  and  unforeseen  obstructions,  increasing  the  contract  amount  to  $1,605,861,  and 
with  a  time  extension  of  73  consecutive  calendar  days  for  a  total  contract  duration  of  313 
consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  2  is  being  requested  for  a  time  extension  of  76 
consecutive  calendar  days  due  to  City-declared  construction  moratorium  periods  in  and  around 
the  contract  work  sites  during  City-sponsored  events,  including  America's  Cup,  Oracle 
convention,  San  Francisco  Giants  World  Series,  and  holiday  moratorium  period  from  November 
17,  2012  to  January  2,  2013,  that  have  and/or  may  further  delay  the  contract  work,  increasing  the 
total  contract  duration  to  389  consecutive  calendar  days;  and 

WHEREAS,  Human  Rights  Commission  (HRC)  subcontracting  goals  of  20.9%  Local 
Business  Enterprise  (LBE)  participation  were  originally  established  for  this  construction 
contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW260  -  Local  Water  Conveyance/ 
Distribution  Program;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  2  to  Local  Water 
Conveyance/  Distribution  Program-funded  Contract  No.  WD-2445,  8-Inch  Ductile  Iron  Main 
Installation  on  Second,  New  Montgomery,  Stevenson,  Minna  and  Annie  Streets,  with  P  &  J 
Utility  Company,  increasing  the  contract  duration  by  76  consecutive  calendar  days  for  a  total 
contract  duration  of  389  consecutive  calendar  days. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  13,  2012. 

/f'  / 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0204 


WHEREAS,  On  September  9,  2009,  under  authority  granted  by  SFPUC 
Resolution  No.  09-0017,  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
awarded  Agreement  No.  PS- 108,  Feral  Pig  Management  Services,  and  authorized  execution  of  a 
personal  services  agreement,  in  the  amount  of  $150,000,  and  with  a  term  of  three  years, 
concluding  on  September  30,  2012,  with  Rural  Pig  Management,  Incorporated;  and 

WHEREAS,  Amendment  No.  1  was  issued  was  issued  for  $25,000  to  maintain  the 
assessment  and  dispatch  of  the  feral  population,  increasing  the  total  not-to-exceed  agreement 
amount  to  $175,000  and  extending  the  agreement  term  by  six  months;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  for  $75,000  to  provide  sustained 
depredation  services  on  SFPUC  watersheds,  increasing  the  total  not-to-exceed  agreement  amount 
to  $250,000  and  extending  the  agreement  term  by  one  year  and  six  months  to  September  30 
2014;  and 

WHEREAS,  Based  on  the  nature  and  scope  of  work  for  this  contract,  there  were  no  Local 
Business  Enterprise  (LBE)  subcontracting  goals  on  this  project;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Natural  Resources  Operating 
Funds;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Agreement 
No.  PS-108,  Feral  Pig  Management  Services,  with  Rural  Pig  Management,  Incorporated,  to 
provide  sustained  depredation  services  on  SFPUC  watersheds  and  authorizes  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  this  amendment, 
increasing  the  agreement  by  $75,000,  for  a  total  agreement  amount  of  $250,000,  and  with  a  time 
extension  of  one  year  and  six  months,  for  a  total  agreement  duration  of  five  years. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  13,  2012. 

Secretary,  Public  Utilities  Commision 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


12-0205 


WHEREAS,  On  January  27,  2009,  this  Commission  awarded  Agreement  No.  CS-896,  As 
Needed  Water  Quality  Testing  Services,  and  authorized  the  General  Manager  to  execute  a 
professional  services  agreement,  in  the  amount  of  $2,000,000  and  with  a  duration  of  four  years, 
to  MWH  Laboratories,  Inc.  and 

WHEREAS,  In  connection  with  the  sale  of  MWH  Laboratories,  Inc.,  the  Consultant 
("Assignor")  has  requested  a  consent  to  an  Assignment  and  Novation  to  Eurofins  Eaton 
Analytical,  Inc.  ("Assignee");  and 

WHEREAS,  All  the  terms  and  conditions  of  the  original  agreement  remain  in  full  force 
and  effect;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  an 
Assignment  and  Novation  Agreement  in  a  form  approved  by  the  City  Attorney. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  13,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


12-0206 


WHEREAS,  In  May  2009  this  Commission  awarded  Agreement  No.  CS-979(I),  Water 
and  Wastewater  Payment  Processing  Services,  and  authorized  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  a  professional  services  agreement,  in  the 
amount  of  $28,900,  and  with  a  term  of  three  years,  concluding  on  June  30,  2012,  with  Dots 
Printing  and  Stationery  ("Dots  Printing");  and 

WHEREAS,  Amendment  No.  1  was  issued  for  $7,000  to  continue  the  work,  increasing 
the  total  not-to-exceed  agreement  amount  to  $35,900,  and  extending  the  agreement  duration  by 
six  months,  to  December  31,  2012;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  for  $14,000  in  order  for  Dots  Printing 
to  continue  to  accept  water  and  wastewater  payments  from  SFPUC  customers  in  the  Chinatown 
area  of  San  Francisco,  increasing  the  total  not-to-exceed  agreement  amount  to  $49,900  and 
extending  the  agreement  duration  by  one  year  and  six  months  to  June  30,  2014;  and 

WHEREAS,  Funds  for  this  agreement  will  be  made  available  from  the  Customer 
Services  operating  budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Agreement 
No.  CS-979(I),  Water  and  Wastewater  Payment  Processing  Services,  with  Dots  Printing  and 
Stationery  to  continue  to  accept  water  and  wastewater  payments  from  SFPUC  customers  in  the 
Chinatown  area  of  San  Francisco,  and  authorizes  the  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission  to  execute  this  amendment,  increasing  the  agreement  by  $14,000, 
for  a  total  agreement  amount  of  $49,900  and  with  a  time  extension  of  one  year  and  six  months^ 
for  a  total  agreement  duration  of  five  years. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  13,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0207 


WHEREAS,  The  Lutheran  Church  of  Our  Savior  of  San  Francisco  (Church)  and  the 
Young  Men's  Christian  Association  of  San  Francisco  (YMCA)  desire  to  obtain  a  new  permit  for 
the  use  of  San  Francisco  Public  Utilities  Commission  (SFPUC)  land  adjacent  to  1011  Garfield 
Street,  San  Francisco,  California  (the  Premises),  as  a  children's  play  area;  and 

WHEREAS,  The  SFPUC  pipeline  right  of  way  runs  adjacent  to  the  Church's  property; 

and 

WHEREAS,  The  SFPUC  desires  to  enter  into  a  Revocable  Permit  with  the  Church  and 
the  YMCA,  allowing  the  permittees  to  use  SFPUC  land  at  1011  Garfield  Street,  San  Francisco, 
CA,  as  a  children's  play  area;  and 

WHEREAS,  Under  SFPUC  Resolution  Nos.  99-0022  and  99-0252,  a  non-profit  entity 
may  be  eligible  for  discounted  rates  in  the  permitting  of  land  or  improvements  owned  by  the 
SFPUC,  and  because  the  Church  and  the  YMCA  are  both  non-profit  entities,  and  meet  all  other 
requirements  under  Resolution  Nos.  99-0022  and  99-0252,  the  Church  and  the  YMCA  are 
entitled  to  a  discounted  permit  rate;  and 

WHEREAS,  On  September  5,  2012,  the  SFPUC  Bureau  of  Environmental  Management, 
has  determined  that  this  permit  is  not  a  project  under  Section  15278  of  the  California 
Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  connection  with  this  Permit;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  the  Revocable  Permit  with  the  Church  and  the  YMCA  as  Permittees;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
General  Manager  of  the  SFPUC  to  execute  the  Permit;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  SFPUC  to  enter  into  any  amendments  or  modifications  to  the  Permit,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
Permit  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  13,  2012. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0208 


WHEREAS,  The  City  and  County  of  San  Francisco,  under  the  jurisdiction  of  the  San 
Francisco  Public  Utihties  Commission  (SFPUC),  owns  approximately  .32  acres  of  SFPUC 
property  located  along  California  Drive  between  Sanchez  and  Majilla  Avenue  in  the  City  of 
Burlingame  (Permit  Area);  and 

WHEREAS,  SFPUC  issued  a  revocable  permit  to  the  City  of  on  January  16,  1956  (1956 
Permit)  to  construct  and  maintain  a  flood  control  storm  drain  facility  (Laguna  Drainage 
Improvements)  on  the  Permit  Area;  and 

WHEREAS,  The  SFPUC  has  agreed  to  issue  the  City  of  Burlingame  a  new  revocable 
permit  for  a  term  not  to  exceed  five  years  and  without  a  use  fee  ,  the  2012  Permit  to  use  and 
maintain  the  2012  Permit  Area  for  the  Laguna  Drainage  Improvements  (Permit).  The  City  of 
Burlingame  has  agreed  to  accept  such  Permit  terms  and  conditions  the  2012  Permit;  now, 
therefore,  be  it 

RESOLVED,  This  Commission  has  reviewed  and  considered  the  IS/MND  prepared  by 
the  City  of  Burlingame  for  the  Laguna  Flood  Control  Improvement  Project  (Project)  and  finds 
that  approval  of  the  2012  Permit  is  within  the  scope  of  the  Project  and  of  the  mitigation 
identified  in  the  IS/MND,  including  the  environmental  effects  of  the  Project  and  the  mitigation 
measures  to  reduce  the  significant  environmental  effects  to  a  less  than  significant  level,  and  that 
the  IS/MND  is  adequate  for  use  in  approving  the  2012  Permit  for  the  Project;  and  the 
Commission,  as  a  responsible  agency  under  CEQA,  has  considered  the  Initial  Study/Mitigated 
Negative  Declaration  (IS/MND)  and  the  CEQA  findings  and  found  the  IS/MND  adequate  for  use 
in  approving  the  permit,  ;  now,  therefore,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  and  authorizes  the  SFPUC  General  Manager  to  execute  the  2012  Permit,  and 
commencing  upon  final  execution,  that  the  2012  Permit  replace  the  existing  1956  Permit;  and  be 
it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  take 
any  and  all  other  steps  he,  in  consultation  with  the  City  Attorney,  deems  necessary  and  advisable 
to  effectuate  the  purpose  and  intent  of  this  Resolution. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  November  13,  2012. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0209 


WHEREAS,  The  SFPUC  needs  the  assistance  of  consulting  firms  to  perform  specialized 
wastewater  and  stormwater  technical  as-needed  services  for  the  Wastewater  Enterprise;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  professional  services 
firms  to  provide  specialized  and  technical  as-needed  services  to  supplement  SFPUC  staff;  and 

WHEREAS,  On  January  11,  2011,  pursuant  to  Resolution  No.  11-0008,  this  Commission 
established  a  Community  Benefits  Policy  with  the  intent  that  the  Policy  be  incorporated  into 
SFPUC's  operations,  projects  and  activities;  and 

WHEREAS,  The  professional  services  procured  under  this  Agreement  will  impact 
various  Wastewater  Enterprise  projects  and  stakeholder/community  activities  due  to  the  broad 
scope  and  breadth  of  services  expected  to  performed  under  this  Agreement;  as  such,  SFPUC  staff 
has  determined  that  it  was  appropriate  and  consistent  with  the  Community  Benefits  Policyto 
include  a  Community  Benefits  component  into  the  scope  of  services  for  this  Agreement;  and 

WHEREAS,  The  estimated  cost  of  services  is  $16,000,000  ($4,000,000/agreement);  and 

WHEREAS,  The  request  for  proposals  (RFP)  was  advertised  on  July  2,  2012;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  January  2013  and  end  in  January  2018 
and  the  duration  of  this  agreement  is  five  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
selection  panel  evaluations  and  the  proposals  resulted  in  the  establishment  of  CH2MHilI-Avila, 
Joint  Venture  (CS-203A);  Brown  &  Caldwell/SRT,  Joint  Venture  (CS-203B);  F.E.  Jordan 
Associates,  Inc.  (CS-203C);  and  Kennedy  JenksAVRE,  Joint  Venture  (CS-203D);  as  the  four 
highest  ranked  consulting  firms;  and 

WHEREAS,  CMD  established  a  15%  Local  Business  Enterprise  (LBE)  subconsultant 
participation  goal  on  this  project;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re- advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  will  be  available  at  the  time  of  individual  task  order  awards  from 
Wastewater  Enterprise  operating  and  capital  budgets,  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  and  awards 
Wastewater  Enterprise-funded  Agreement  Nos.  CS-203A-D,  As  Needed,  Wastewater  and 
Stormwater  Technical  Services  to:  CH2MHill-Avilla,  Joint  Venture  (CS-203A);  Brown  & 
Caldwell/SRT,  Joint  Venture  (CS-203B);  F.E.  Jordan  Associates,  Inc.  (CS-203C);  and  Kennedy 
JenksAVRE,  Joint  Venture  (CS-203D)  to  provide:  Wastewater  services,  Stormwater  services. 
Knowledge  Management  Improvement  services.  Asset  Management  services, 
Environmental/Regulatory  Compliance  for  Wastewater  Operations,  Hazardous  Materials  and 
Waste  Services,  Health  and  Safety  Services,  and  Coastal  Sedimentation  Analysis  and  Design 
Modeling  Services  and  authorizes  the  General  Manager  to  negotiate  and  execute  the  four 
professional  services  agreements  for  amounts  not-to-exceed  $4,000,000  each,  for  a  cumulative 
total  amount  of  $16,000,000  and  with  a  duration  of  five  years  per  agreement,  or,  in  the  event 
negotiations  are  not  successful  or  City  requirements  are  not  satisfied,  to  negotiate  and  execute  a 
professional  services  agreement  with  the  next  highest  ranked  proposer. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of   November  13,  2012  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0210 


WHEREAS,  pursuant  to  Section  9.109  of  the  Charter  of  the  City  and  County  of 
San  Francisco  (the  "City")  and  California  Government  Code  Sections  53580  et  seq.,  the 
Board  of  Supervisors  of  the  City  (the  "Board")  is  authorized  to  provide  for  the  issuance 
of  bonds  of  the  City  for  the  purpose  of  refunding  any  revenue  bonds  of  the  City  then 
outstanding  without  voter  approval,  provided  that  such  refunding  is  expected  to  result  in 
net  debt  service  savings  to  the  City  on  a  present  value  basis;  and, 

WHEREAS,  at  a  duly  called  and  held  election  on  November  5.  2002,  a  majority 
of  voters  voting  on  the  measure  approved  Proposition  E  ("Proposition  E  of  2002"), 
codified  as  Article  VIIIB  of  the  Charter  of  the  City,  which,  among  other  things, 
authorized  the  San  Francisco  Public  Utilities  Commission  (the  "Commission")  of  the 
City  to  issue  its  revenue  bonds,  including  notes,  commercial  paper  or  other  forms  of 
indebtedness,  when  authorized  by  ordinance  approved  by  a  two-thirds  vote  of  the  Board, 
for  the  purpose  of  reconstructing,  replacing,  expanding,  repairing  or  improving  water 
facilities  or  clean  water  facilities,  or  combinations  of  water  and  clean  water  facilities 
under  the  jurisdiction  of  the  Commission;  and, 

WHEREAS,  on  March  30,  2010,  the  Board  passed  by  a  two-thirds  vote  its 
Ordinance  No.  68-10,  signed  by  the  Mayor  of  the  City  on  April  8,  2010,  approving  the 
issuance  and  sale  of  wastewater  revenue  bonds  pursuant  to  Article  VIIIB  of  the  Charter 
of  the  City  to  finance  various  capital  projects  benefiting  the  Wastewater  Enterprise,  as 
well  as  paying  the  costs  of  issuance  and  other  incidental  costs  relating  thereto,  in  an 
aggregate  principal  amount  not  to  exceed  $282,400,000;  and, 

WHEREAS,  on  April  27,  2010,  the  Board  passed  by  a  two-thirds  vote  its 
Ordinance  No.  93-10,  signed  by  the  Mayor  of  the  City  on  May  3,  2010,  approving  the 
issuance  and  sale  of  wastewater  revenue  bonds  pursuant  to  Article  VIIIB  of  the  Charter 
of  the  City  to  finance  various  capital  projects  benefiting  the  Wastewater  Enterprise,  as 
well  as  paying  the  costs  of  issuance  and  other  incidental  costs  relating  thereto,  in  an 
aggregate  principal  amount  not  to  exceed  $297,756,235;  and, 

WHEREAS,  the  Commission  has  not  previously  issued  any  wastewater  revenue 
bonds  pursuant  to  Ordinance  No.  93-10,  and  an  aggregate  principal  amount  not  to  exceed 
$297,756,235  remains  authorized  by  the  Board  and  unissued  by  the  Commission;  and, 

WHEREAS,  on  June  8,  2010,  pursuant  to  Ordinance  No.  68-10  and  Article  VIIIB 
of  the  Charter  of  the  City,  the  Commission  issued  $47,050,000  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  Wastewater  Revenue  Bonds,  2010 
Series  A  and  $192,515,000  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco  Wastewater  Revenue  Bonds,  2010  Series  B  (Federally  Taxable  -  Build 
America  Bonds  -  Direct  Payment);  and. 


WHEREAS,  on  June  12,  2012,  the  Board  passed  by  a  two-thirds  vote  its 
Ordinance  No.  115-12,  signed  by  the  Mayor  of  the  City  on  June  18,  2012,  approving  the 
issuance  and  sale  of  wastewater  revenue  bonds  pursuant  to  Article  VIIIB  of  the  Charter 
of  the  City  to  Finance  various  capital  projects  benefiting  the  Wastewater  Enterprise,  as 
well  as  paying  the  costs  of  issuance  and  other  incidental  costs  relating  thereto,  in  an 
aggregate  principal  amount  not  to  exceed  $522,810,000;  and, 

WHEREAS,  the  Commission  has  not  previously  issued  any  wastewater  revenue 
bonds  pursuant  to  Ordinance  No.  115-12,  and  an  aggregate  principal  amount  not  to 
exceed  $522,810,000  remains  authorized  by  the  Board  and  unissued  by  the  Commission; 
and, 

WHEREAS,  the  Board,  at  the  request  of  the  Commission,  will  consider  a 
resolution  on  and  after  the  date  hereof,  to  authorize  (i)  the  issuance  of  not  to  exceed 
$250,000,000  aggregate  principal  amount  of  wastewater  revenue  bonds  for  the  purpose  of 
refunding  outstanding  wastewater  revenue  bonds  (including  certain  outstanding  State 
Revolving  Fund  loans  used  to  finance  various  capital  projects  benefiting  the  Wastewater 
Enterprise),  pursuant  to  Section  9.109  of  the  Charter  of  the  City  and  California 
Government  Code  Sections  53580  et  seq.,  and  (ii)  the  issuance  of  not  to  exceed 
$420,000,000  aggregate  principal  amount  of  wastewater  revenue  bonds  for  the  purpose  of 
financing  or  refinancing  (through  the  retirement  of  commercial  paper  notes)  various 
capital  projects  benefiting  the  Wastewater  Enterprise  (including  reimbursing  the 
Commission  for  certain  capital  costs  previously  paid  with  proceeds  of  wastewater 
commercial  paper  notes  or  from  other  moneys),  pursuant  to  Article  VIIIB  of  the  Charter 
of  the  City  and  Ordinance  No.  93-10  and  Ordinance  No.  115-12;  and, 

WHEREAS,  under  the  authority  granted  or  proposed  to  be  granted  under  Section 
9.109  of  the  Charter  of  the  City  and  California  Government  Code  Sections  53580  et  seq., 
and  Article  VIIIB  of  the  Charter  of  the  City  and  by  the  ordinances  and  resolution 
hereinabove  mentioned,  it  is  proposed  that  the  Commission  issue  (i)  one  or  more  series  of 
wastewater  revenue  bonds,  in  an  aggregate  principal  amount  not  to  exceed  $250,000,000, 
for  the  principal  purpose  of  refunding  outstanding  wastewater  revenue  bonds  (including 
certain  outstanding  State  Revolving  Fund  loans  used  to  finance  various  capital  projects 
benefiting  the  Wastewater  Enterprise),  (the  "Refunding  Bonds"),  and  (ii)  one  or  more 
series  of  wastewater  revenue  bonds,  in  an  aggregate  principal  amount  not  to  exceed 
$420,000,000,  for  the  principal  purpose  of  financing  or  refinancing  (through  the 
retirement  of  commercial  paper  notes)  various  capital  projects  benefiting  the  Wastewater 
Enterprise  (including  reimbursing  the  Commission  for  certain  capital  costs  previously 
paid  with  the  proceeds  of  wastewater  commercial  paper  notes  or  other  moneys)  (the 
"New  Money  Bonds"  and  together  with  the  Refunding  Bonds,  the  "Bonds"),  all  pursuant 
to  die  Indenture,  dated  as  of  January  1,  2003  (as  amended  by  the  First  Amendment  to 
Indenture,  dated  as  of  May  1,  2010,  and  as  supplemented  by  the  First  Supplemental 
Indenture  dated  as  of  May  1,  2010,  the  "Indenture"),  by  and  between  the  Commission 
and  U.S.  Bank  National  Association  (formerly  doing  business  as  "U.S.  Bank,  N.A."),  as 
trustee  (the  "Trustee"),  and  one  or  more  supplemental  indentures  as  herein  provided;  and. 


WHEREAS,  each  such  refunding  of  the  Commission's  outstanding  wastewater 
revenue  bonds  is  proposed  to  be  accomplished  by  depositing  proceeds  of  the  Refunding 
Bonds  and  certain  other  amounts  in  an  inrevocable  escrow  fund  established  and  held  in 
trust  by  the  trustee  for  the  bonds  to  be  refunded  pursuant  to  an  escrow  agreement  between 
the  Commission  and  said  trustee  (each,  an  '"Escrow  Agreement"),  which  moneys  and  the 
investment  income  thereon  are  to  be  applied  to  pay  the  principal  of  and  the  interest  and 
redemption  premium,  if  any,  on  the  bonds  to  be  refunded;  and, 

WHEREAS,  it  is  proposed  that  such  Bonds  be  issued  as  obligations  the  interest  on 
which  is  exempt  from  federal  income  tax  pursuant  to  one  or  more  supplemental 
indentures,  between  the  Commission  and  the  Trustee  (each,  a  "Supplemental  Indenture"); 
and, 

WHEREAS,  it  is  proposed  that  such  Bonds  be  sold  in  a  competitive  sale  pursuant 
to  an  official  notice  of  sale  (the  "Official  Notice  of  Sale")  and  a  notice  of  intention  to  sell 
bonds  (the  "Notice  of  Intention"),  or  a  negotiated  sale  pursuant  to  a  Bond  Purchase 
Contract  (the  "Bond  Purchase  Contract"),  or  in  some  combination  of  competitive  and 
negotiated  sales;  and, 

WHEREAS,  it  is  proposed  that  one  or  more  official  statements  for  the  Refunding 
Bonds  and  the  New  Money  Bonds  (each  an  "Official  Statement"  and  collectively  Uie 
"Official  Statements")  be  used  in  connection  with  the  offering  and  sale  of  the  Refunding 
Bonds  and  the  New  Money  Bonds  from  time  to  time;  and, 

WHEREAS,  it  is  proposed  that  a  continuing  disclosure  certificate  (the 
"Continuing  Disclosure  Certificate")  be  executed  and  delivered  with  respect  to  the  Bonds 
in  order  to  assist  die  purchasers  or  underwriters  thereof  in  complying  with  Securities  and 
Exchange  Commission  Rule  15c2-I2  ("Rule  15c2-12");  and, 

WHEREAS,  pursuant  to  Article  IX  of  the  Indenture,  the  Indenture  may  be 
amended  from  time  to  time  upon  the  compliance  with  the  terms  and  conditions  provided 
in  said  Article  IX;  and, 

WHEREAS,  the  voters  of  the  City  approved  Proposition  P  in  November  2002, 
pursuant  to  which  this  resolution  and  the  Bonds  (excluding  the  Refunding  Bonds)  are 
subject  to  the  provisions  of  Section  5A.30  et  seq.  ("Public  Utilities  Revenue  Bond 
Oversight  Committee")  of  Chapter  V  of  the  San  Francisco  Administrative  Code  (the 
"Proposition  P  Requirements"),  including  the  requirement  that,  to  the  extent  permitted  by 
law,  one-twentieth  of  one  percent  (0.05%)  of  the  gross  proceeds  of  the  Bonds  (excluding 
the  Refunding  Bonds)  shall  be  deposited  in  a  fund  established  by  the  Office  of  the 
Controller  of  the  City  (the  "Controller's  Office")  and  appropriated  by  the  Board  at  the 
direction  of  the  Public  Utilities  Revenue  Bond  Oversight  Committee  to  cover  the  costs  of 
said  committee;  and, 

WHEREAS,  the  Commission  has  been  presented  with  and  has  examined  the 
proposed  forms  of  a  Supplemental  Indenture  for  the  Refunding  Bonds,  a  Supplemental 
Indenture  for  the  New  Money  Bonds,  an  Official  Notice  of  Sale,  a  Notice  of  Intention,  a  , 


Bond  Purchase  Contract,  an  Escrow  Agreement,  a  Preliminary  Official  Statement  for  the 
Refunding  Bonds,  a  Preliminary  Official  Statement  for  the  New  Money  Bonds  and  a 
Continuing  Disclosure  Certificate;  and, 

WHEREAS,  the  Commission  is  duly  authorized  and  empowered,  pursuant  to  each 
and  every  requirement  of  law,  to  authorize  the  foregoing  transactions  and  issue  the  Bonds 
and  to  authorize  the  publication,  execution  and  delivery  (as  appropriate)  of  a 
Supplemental  Indenture  for  each  series  of  Bonds,  an  Official  Notice  of  Sale,  a  Notice  of 
Intention,  a  Bond  Purchase  Contract,  an  Official  Statement,  an  Escrow  Agreement,  a 
Continuing  Disclosure  Certificate  and  related  documents  for  the  purposes,  in  the  manner 
and  upon  the  terms  provided  herein;  and, 

WHEREAS,  the  Commission  intends  that  interest  on  the  Bonds  used  to  finance  or 
refinance  the  cost  of  acquisition,  consiniction  and  equipping  of  the  projects  be  excluded 
from  gross  income  for  federal  income  tax  purposes;  and, 

WHEREAS,  Section  1.150-2  of  the  United  States  Income  Tax  Regulations  (the 
"Treasury  Regulations")  provides  generally  that  proceeds  of  tax-exempt  debt  used  to 
reimburse  an  expenditure  made  prior  to  the  issuance  of  such  debt  are  treated  as  expended 
only  if  certain  procedures  are  followed,  among  which  is  a  requirement  that  (with  certain 
exceptions),  prior  to  the  payment  of  any  such  expenditure,  the  issuer  declares  an  intention 
to  reimburse  such  expenditure;  and, 

WHEREAS,  on  August  28,  2012,  the  Commission  adopted  Resolution  No.  12- 
0154,  declaring  its  intention  to  reimburse  expenditures  made  on  and  after  the  date  of  such 
resolution  (the  "'Expenditures"),  in  accordance  with  the  Treasury  Regulations  (the 
"Reimbursement  Resolution");  and 

WHEREAS,  Article  VIIIB  of  the  Charter  of  the  City  (Section  88.124)  allows  for 
the  issuance  of  revenue  bonds  and  other  forms  of  indebtedness,  subject  to  the  provision 
of  certain  certifications  of  an  independent  engineer  retained  by  the  Commission  and 
certain  certifications  by  the  San  Francisco  Planning  Department,  which  certifications 
make  the  findings  and  determinations  set  forth  in  Section  8B.124;  and 

WHEREAS,  certificates  intended  to  meet  the  requirements  set  forth  in 
Section  8B.124  will  be  presented  for  review  by  the  Board  (the  "Certificates"),  and  the 
Certificates  will  be  filed  with  the  Clerk  of  the  Board  and  the  Clerk  of  the  Commission 
prior  to  the  issuance  of  the  New  Money  Bonds;  now,  therefore,  be  it 

RESOLVED  by  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  as  follows: 

Section  1.  Issuance  of  the  Bonds.  The  issuance  of  the  Refunding  Bonds,  in  one 
or  more  series  and  on  one  or  more  dates,  in  an  aggregate  principal  amount  not  to  exceed 
S250,00O,O0O,  is  hereby  authorized  and  approved  by  the  Commission  (subject  to  Board 
approval),  pursuant  to  Section  9.109  of  the  Charter  of  the  City  and  California 
Government  Code  Sections  53580  et  seq.,  and  subject  to  the  limitations  and  conditions 
provided  herein.  The  Refunding  Bonds  may  be  issued  for  the  purpose  of:  (a)  refunding 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  1 2-02 1 1 


WHEREAS,  the  training  center  will  provide  specialized  skills  training  for  economically 
disadvantaged  service  territory  residents  in  the  key  geographic  regions  of  major  Water  System 
Improvement  Program  (WSIP)  construction  projects  over  the  next  three  years  which  is  expected 
to  otter  86,000  or  more  hours  of  uniquely  qualified  labor  experience;  and 

WHEREAS,  regional  counties  within  the  SFPUC  service  territory  and  the  SFPUC  have 
been  working  cooperatively  to  improve  the  skills  and  employability  of  disadvantaged  residents  to 
match  the  growing  demands  within  the  construction  industry  and,  more  specifically,  the  staffing 
and  construction  apprentice  requirements  of  the  WSIP;  and 

WHEREAS,  the  SFPUC  is  engaged  with  local  and  regional  commimity-based 
organizations  to  meet  and  maintain  local  hiring  programs  in  coordination,  and  with  the 
(OE^ranr"  °^  Economic  and  Workforce  Development 

WHEREAS,  monitoring  and  the  documentation  of  total  labor  statistics  will  be 
accumulated  and  processed  through  the  online  certified  payroll  tracking  platform  maintained  by 
.    supported  by  secondary  administration  efforts  coordinated  by  OEWD  and  the 
JsrrUC;  and 

.  .WHEREAS,  The  SFPUC  is  willing  to  provide  funding  to  the  Laborers'  Training  and 
Retraming  Trust  Fund  for  Northern  California  in  order  to  support  job  placement  and  workforce 
development  efforts  on  the  Bioregional  Habitat  Restoration  and  WSIP  Vegetation  Restoration 
programs;  and 

WHEREAS,  The  estimated  cost  of  services  is  $250,000  for  year  one  (1)  and  $175  000 
two  yeL  and '""^  '^'^^      ^'"^     ""P''""  '°  "'"'""'^      agreement  for  an  additional 

.  anticipated  to  begin  in  December  2012  and  end  in  December 

2015  and  the  total  duration  of  this  agreement  is  three  years;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  by  December  20 1 2  from  the 
Various  WSIP  Projects  allotted  for  the  Office  of  Economic  and  Workforce  Development-  now 
therefore,  be  it 

RESOLVED,  that  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  the  Grant  Agreement  with  the  named  training 
center  for  an  amount  not-to-exceed  $600,000  and  with  a  total  duration  of  three  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  13.  7ni?  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0212 


WHEREAS,  the  Coastside  County  Water  District  (CCWD),  a  County  Water  District 
within  San  Mateo  County,  is  a  wholesale  water  customer  of  the  San  Francisco  Public  Utilities 
Commission  (SFPUC);  and 

WHEREAS,  the  SFPUC  and  CCWD  have  signed  various  Water  Sales  Contracts  and 
Amendments  in  1948,  1968,  1971,  1984,  1990,  1996,  and  most  recently,  on  August  13,  2009  for 
the  wholesale  sale  of  water  from  the  Pilarcitos  and  Crystal  Springs  Reservoirs  in  unincorporated 
San  Mateo  County;  and 

WHEREAS,  the  2009  Water  Sales  Contract  provides  that  SFPUC 's  operational  objective 
is  to  first  make  deliveries  to  CCWD  from  the  Pilarcitos  System  and  only  when  water  from  the 
Pilarcitos  System  is  unavailable,  to  have  CCWD  supplement  deliveries  using  its  pump  station 
and  pipeline  from  Upper  Crystal  Springs  Reservoir;  and 

WHEREAS,  CCWD  installed  its  existing  Stone  Dam  Pipeline  (Existing  Pipeline)  on  City 
and  County  of  San  Francisco  ("CCSF")  land  in  SFPUC's  Peninsula  Watershed  in  approximately 
1948,  and  for  more  than  60  years  has  used  such  pipeline  to  convey  water  from  the  Stone  Dam 
meter  on  SFPUC's  land  to  a  pipeline  on  CCWD's  adjacent  land  to  the  south;  and 

WHEREAS,  a  leak  in  CCWD's  Existing  Pipeline,  discovered  on  August  28,  2012,  has 
rendered  the  Existing  Pipeline  unusable;  and 

WHEREAS,  failure  of  the  Existing  Pipeline,  and  the  concurrent  shutdown  of  CCWD's 
Denniston  Water  Treatment  Plant  leave  CCWD  dependent  on  a  single  water  supply  source  the 
Crystal  Springs  Pump  Station;  and 

WHEREAS,  the  Existing  Pipeline  has  reached  the  end  of  its  useful  life  and  CCWD  staff 
in  consultation  with  SFPUC  staff,  has  determined  that  replacing  the  pipeline  with  an  interim 
temporary  pipeline  along  an  existing  roadway  within  the  watershed  that  has  minimal 
environmental  sensitivity  is  the  best  way  to  promptly  restore  CCWD's  Pilarcitos  Reservoir  water 
supply  on  an  interim  basis  while  CCWD  conducts  studies  to  identify  and  analyze  feasible 
longterm  alternatives;  and 

WHEREAS,  the  Temporary  Pipeline  will  have  the  same  purpose  and  capacity  as  the 
facility  it  replaces;  and 

WHEREAS,  CCWD's  2013-14  Capital  Improvement  Plan  includes  funding  to  provide  a 
permanent  replacement  pipeline,  construction  of  which  would  be  subject  to  environmental 
review  under  CEQA  as  a  separate  Project  and  if  on  SFPUC  property  subject  to  separate  SFPUC 
approval;  and 

WHEREAS,  CCWD's  proposed  Stone  Dam  Pipeline  hiterim  Replacement  Project 
(Project)  consists  of  installation  of  2,500  linear  feet  of  12-inch  diameter  PVC  plastic  pipeline 
from  an  existing  SFPUC  meter  near  Stone  Dam,  on  the  surface  along  the  shoulder  of  an  SFPUC 
road  and  then  along  a  rarely  used  road  to  a  location  south  of  the  lower  SFPUC  gate  where  the 
pipeline  will  cross  onto  CCWD's  land,  to  a  connection  with  an  existing  CCWD  underground 
pipeline.  About  2,000  linear  feet  of  the  pipeline  length  would  be  within  the  SFPUC's  Peninsula 
Watershed;  the  remainder  would  be  on  CCWD's  property.  The  rarely  used  road  is  in  generally 
good  condition  and  would  not  require  grading,  but  would  require  minor  clearing  of  vegetation  on 
the  road  to  allow  construction  access,  accommodate  the  pipeline  and  allow  for  future  inspection. 


The  Temporary  Pipeline  will  be  secured  to  the  road  bed  or  shoulder  with  steel  posts.  The 
temporary  pipe  will  be  installed  in  20-foot  lengths  and  joined  with  couplings  designed  for  future 
disassembly.  Construction  equipment  would  be  limited  to  a  mini-excavator  and  a  tracked  skid- 
steer  loader,  used  only  to  move  pipe  sections  into  position;  and 

WHEREAS,  constmction  is  estimated  to  require  two  to  three  weeks  of  work,  to  be 
undertaken  in  Fall  2012,  and 

WHEREAS,  on  September  25,  2012,  by  Resolution  No.  2012-07,  the  Board  of  Directors 
of  the  CCWD  as  lead  agency  under  CEQA,  found  on  the  basis  of  the  whole  record,  including  a 
staff  report  on  the  Project,  prepared  by  David  Dickson,  General  Manager  and  dated  September 
24,  2012,  that  the  Project  is  exempt  from  the  California  Environmental  Quality  Act  ("CEQA") 
because  the  Project  falls  within  one  or  more  of  the  following  exemptions:  (i)  statutory  exemption 
for  emergency  repairs  to  public  service  facilities  to  maintain  service  essential  to  public  health; 
safety  and  welfare  (Public  Resources  Code  §21080,  CEQA  Regulation  §15282);  (ii)  categorical 
exemption  for  repair  or  minor  alteration  of  existing  stmctures  of  facilities  (CEQA  Regulation 
§15320);  (iii)  categorical  exemption  for  replacement  or  reconstruction  of  existing  structures  or 
facilities'  on  the  same  site  (CEQA  Regulation  §15320);  (iv)  categorical  exemption  for  new 
construction  of  small  facilities  or  structures  (CEQA  Regulation  §15303);  and  (v)  categorical 
exemption  for  minor  alterations  to  land  (CEQA  Regulation  §15304);  and 

WHEREAS,  on  October  16,  2012,  CCWD  filed  a  Notice  of  Exemption  (NOE)  with  the 
San  Mateo  County  Assessor-Clerk  Recorder,  setting  forth  the  basis  for  the  determination  of 
exemption  from  CEQA,  a  file-stamped  copy  of  which  NOE  is  on  file  at  the  SFPUC  and 
incorporated  into  this  Resolution  by  this  reference;  and 

WHEREAS,  the  SFPUC  Bureau  of  Environmental  Management  concurred  with  the 
determination  that  the  Project  is  exempt  from  CEQA;  and 

WHEREAS,  SFPUC  has  developed  Best  Management  Practices  to  implement  the 
Peninsula  Watershed  Management  Plan  and  requires  any  work  within  the  Peninsula  Watershed 
to  be  done  in  accordance  with  SFPUC  policies  adopted  to  implement  the  Best  Management 
Practices;  and 

WHEREAS,  CCWD  and  SFPUC  staff  have  negotiated  proposed  terms  and  conditions  of 
a  three-year  revocable  permit  (Permit)  to  allow  the  construction  and  interim  operation  of  the 
Temporary  Pipeline  and  to  document  the  Existing  Pipeline,  which  Permit  incorporates  and 
requires  that  Project  construction  and  maintenance  shall  implement  all  Best  Management 
Practices  identified  in  the  Certificate  of  Completion  of  Project  Review  Process  as  elements  of  the 
Project;  now,  therefore,  be  it 

RESOLVED,  that  this  Commission  hereby  approves  the  terms  and  conditions  of  the 
Permit  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute  the  Permit  in  substantially 
the  same  form  presented  to  this  Commission,  and  to  make  such  modifications  and  enter  into  such 
amendments  to  the  Permit,  including  without  limitation,  the  exhibits,  that  the  General  Manager 
determines,  in  consultation  with  the  City  Attorney,  are  in  the  best  interest  of  the  City;  do  not 
materially  increase  the  obligations  or  liabilities  of  the  City  or  materially  diminish  the  benefits  to 
the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  Permit  or  this 
resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City  Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  13,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0213 


WHEREAS,  The  City  and  County  of  San  Francisco  under  the  jurisdiction  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  owns  approximately  47,916  square  feet  of 
property  known  as  Bay  Division  Pipelines  3  &  4,  Parcel  232A  (Premises),  in  the  Los  Altos, 
California;  and 

WHEREAS,  The  City  and  County  of  San  Francisco  entered  into  a  ten-year  lease  with 
Los  Altos  Hotel  Associates,  LLC  (Lessee)  dated  September  4,  2001  to  use  the  Premises  as  a 
parking  lot  with  landscaping,  and  a  recreation  area  for  an  adjacent  hotel  complex  (Existing 
Lease);  and 

WHEREAS,  The  Existing  Lease  expired  on  April  30,  2012  and  Lessee  is  holding  over 
on  a  month-to-month  basis  at  the  rental  rate  of  $4,015.29  per  month;  and 

WHEREAS,  The  SFPUC  and  Lessee  desire  to  enter  into  a  new  lease  for  Lessee  to  use 
the  Premises  as  a  parking  lot  with  landscaping,  and  a  recreation  area  for  an  adjacent  hotel 
complex  for  a  20-year  term  at  a  monthly  Base  Rent  of  $4,360.00  (2012  Lease);  and 

WHEREAS,  The  monthly  Base  Rent  of  the  2012  Lease  shall  be  increased  n  the  first 
anniversary  of  the  lease  term,  and  on  each  anniversary  thereafter,  to  an  amount  equal  to  104%  of 
the  Base  Rental  for  the  immediately  preceding  month,  and  the  SFPUC  shall  have  three  (3)  Base 
Rent  reappraisal  options  effective  as  of  the  first  day  of  the  fifth  (S'^)  lease  year,  the  tenth  (10"^) 
lease  year  and  the  fifteenth  (15^^)  lease  year;  and 

WHEREAS,  On  October  23,  2012,  the  Bureau  of  Environmental  Management 
determined  that  this  action  does  not  constitute  a  project  under  CEQA,  according  to  the  CEQA 
Guidelines  2012,  section  15378;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  approves  the  terms  and  conditions  of  the  2012 
Lease  and  authorizes  the  General  Manager  to  execute  the  2012  Lease,  subject  to  Board  of 
Supervisors  approval  pursuant  to  Charter  Section  9.1 18;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  recommends  that  the  Board  of 
Supervisors  approve  the  2012  Lease;  and  be  it 


FURTHER  RESOLVED  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  SFPUC  to  enter  into  any  amendments  or  modifications  to  the  2012  Lease,  including 
without  limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the 
City  Attorney:  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  2012 
Lease  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  13,  2012.  ^ 


Charter. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0214 


WHEREAS,  On  September  13,  2011  this  Commission  approved  Resolution  No  1 1-0152 
authorizmg  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to 
execute  on  behalf  of  the  City  and  County  of  San  Francisco,  an  Agreement  with  the  State  of 
Calitomia,  Department  of  Parks  and  Recreation  in  order  to  implement  a  long-term  stabilization 
plan  for  Mitchell  Ravme  in  Alameda  County  for  an  amount  not  to  exceed  $1  339  550  and  a 
duration  of  24  months;  and 

WHEREAS,  State  Parks,  as  CEQA  lead  agency,  approved  an  Initial  Study/Mitigated 
Negative  Declaration  (IS/MND)  on  July  30,  2010.  The  SFPUC,  as  a  Responsible  Agency  under 
CEQA,  considered  the  IS/MND  for  the  Mitchell  Ravine  Project  (Project),  including  the 
environmental  effects  of  the  Project  and  the  mitigation  measures  to  reduce  impacts  to  a  less  than 
sigmficant  level  and  found  that  this  approval  was  within  the  scope  of  the  Project;  and 

WHEREAS,  the  adoption  of  the  IS/MND  by  State  Parks,  there  (1)  have  been  no 
substantial  changes  to  the  Project  that  require  revisions  to  the  IS/MND  due  to  new  significant 
environmental  impacts  or  a  substamial  increase  in  the  severity  of  significant  effects  identified  in 
the  IS/MND;  (2)  have  been  no  substantial  changes  with  respect  to  the  circumstances  under  which 
the  Project  has  been  undertaken  that  would  require  major  revisions  to  the  IS/MND  due  to  the 
involvement  of  new  significant  environmental  effects  or  a  substantial  increase  in  the  severity  of 
previously  identified  significant  effects;  (3)  is  no  new  information  of  substamial  importance  that 
shows  the  Project  would  have  significant  effects  not  discussed  in  the  IS/MND,  that  significant 
effects  previously  examined  would  be  substantially  more  severe  than  shown  in  the  IS/MND  or 
that  there  are  mitigation  measures  considerably  different  from  those  analyzed  in  the  IS/MND  that 
would  substantially  reduce  one  or  more  significant  effects  of  the  Project,  and  that  based  on  these 
circumstances  a  supplemental  or  new  environmental  impact  report  is  not  required  in  accordance 
with  CEQA  Guidelines  section  15162;  and 

WHEREAS,  Modification  No.  1  in  the  amount  of  $112,253  is  being  requested  for  cost 
increases  associated  with  California  Fish  and  Game  wildlife  mitigation  requirements  under  an 
Incidental  Take  Permit  obtained  for  the  project  in  compliance  with  Mitigation  Measure  BIO-1  as 
set  forth  in  the  previously-approved  IS/MND.  The  funding  would  cover  costs  for  the  purchase  of 
mitigation  bank  acres  for  the  Alameda  Whipsnake,  a  post-project  revegetation  program,  and  on- 
site  biological  monitoring,  which  are  required  for  compliance  with  the  Incidemal  Take  Permit  • 
and 

WHEREAS,  Funds  are  available  from  Hetch  Hetchy  Water  and  Power  operating  budget- 
now,  therefore,  be  it  rot,. 


RESOLVED  That  this  Commission  hereby  approves  Modification  No.  I  to  the 
Agreement  between'the  State  of  California,  Department  of  Parks  and  Recreation  and  The  City 
and  County  of  San  Francisco  regarding  implementation  of  the  Mitchell  Ravme  Long  Tenn 
Stabilization  Plan,  increasing  the  Agreement  by  $112,253,  for  a  total  Agreement  amount  of 
$1,451,753. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  13,  2012. 


'Mm 

l-i  A  ' 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0215 


^"EREAS  On  September  26,  2011,  this  Commission  awarded  Agreement  CS-208fi)  to 
Charles  Scawthom  for  Technical  Advisory  Services  on  for  the  AWSS  P^gram  to  provide 
ongomg  technical  advisory  services;  and  riugram,  lo  provide 


nr.  VI  ^™^EAS  Amendment  No.  1  is  being  requested  to  allow  Dr.  Scawthom  to  continue  to 

^c  fd\"  ™'  $^00'100,  foTa  tota~ 

exceed  amount  of  $150,000,  and  increasmg  the  agreement  duration  by  fifteen  months  for  a  total 
agreement  duration  of  three  years  and  three  months;  and 

th.  r  n  to  Chapter  14B.8(A)  of  the  San  Francisco  Administrative  Code 

Troj™^  ^^^^^  subconsultant  participation  goals  have  been  wlfved  fo^thS 

Pin..  ^T^^^f  "^K^'  T""'^'  agreement  will  be  available  from  Project  CUWAWSAWIO  - 

Pipes  &  Tunnels  Modernization  Study;  now,  therefore,  be  it  vv w  lu 

Ohli..t,^n  R^Mf^'/J"".^  Commission  hereby  approves  Amendment  No.  1  to  General 
Obligation  Bond-funded  Agreement  No.  CS-208,  Technical  Advisory  Services  with  Dr  Charle 

sZTZ^^^^^^^^  ^"'r-^^  'T''  ^^-^^^^  ^^^^-^^^        the  laxity  w 

supply  jjystem  (AWSS);  and  authorizes  the  General  Manager  to  execnip  fhi«  nrr^^A 

mcreasing  the  agreemen,  by  $100,100,  for  a  total  not-to  exSed  a«  o   «30  0M^^^^^^ 


Secretary.  Public  Ulililies  Commission 


San  Francisco 

Water  Power  Sewer 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  Utilities  Commission 

City  and  County  of  San  Francisco 


CANCELLATION  NOTICE 


The  Regular  meeting  of  the  San  Francisco  Public  Utilities  Commission 

for 

Tuesday,  November  27,  2012 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


HAS  BEEN  CANCELLED 

(Posted  Novembers,  2012) 
(November  16,  2012) 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
IVIInutes  and  otfier  Information  are  available  on  the  SFPUC  web  site:  www.sfwater.ora 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.aranicus.comA/lewPubllsher.DhD?vlew  id!=:22 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

AGENDA 

Special  SFPUC  l\/leeting 
10:30  m 


Special  Joint  meeting  with 
Local  Agency  Formation  Commission  (LAFCo) 

11:00  AM 

Friday,  November  30,  2012 

1  Dr.  Carlton  B.  Goodlett  Place 

City  Hall 
Legislative  Chamber,  Room  250 
San  Francisco,  CA  94102 

NOTE  DIFFERENT  DAY.  TIME  AND  LOCATION 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 

Anson  Moran 
Francesca  Vietor 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  ttie  Commission  Secretary  at  554-31 65. 
IVIinutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.ora 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.aranicus.comA/iewPublisher.php7view  id=22 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  the  Legislative  Chamber,  Room  250,  at  One 
1  Dr.  Carlton  B.  Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible 
BART  Station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible 
MUNI  Lines  serving  this  location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M 
Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus 
routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno, 
9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For  more  information  about 
MUNI  accessible  services  call  (415)  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood@sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfaov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfaov.ora. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfaov.orq/ethics. 


SFPUC  SPECIAL  MEETING 


ORDER  OF  BUSINESS: 

1.  Call  to  Order 

2.  Roll  Call 

3.  General  Public  Comment 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13*"  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

4.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)  Approve  Power  Enterprise,  Community  Choice  Aggregation  (CCA)  Project- 
funded  amendment  to  Agreement  CS-920(R)B,  Monitoring  and  Advisory 
Services,  on  behalf  of  the  San  Francisco  Public  Utilities  Commission  for  the  CCA 
Program  with  Local  Power,  Inc.  This  amendment  will  be  used  to  provide  ongoing 
consulting  services  to  assist  in  the  development  of  the  CCA  Program.  Authorize 
the  General  Manager  to  execute  this  amendment,  providing  for  a  four  month 
contract  extension  to  be  managed  with  month-to-month  task  orders  at  the  sole 
discretion  of  the  General  Manager  or  his  designee,  extending  services  to  no 
later  than  IVIarch  31 ,  201 3.  (Hale) 

b)  Approve  Modification  No.5  to  Contract  WD-2559R,  New  San  Francisco  Public 
Utilities  Commission  Administration  building,  with  Webcor  Construction,  LP. 
Authorize  the  General  Manager  to  execute  this  amendment  to  complete  the 
work  including  the  punch  list  and  obtain  the  final  acceptance  of  the  project  under 
Administrative  Code  section  6.22(K),  extending  the  duration  for  final 
completion  by  58  consecutive  calendar  days  for  a  total  of  238  consecutive 
calendar  days  from  the  substantial  completion  date  of  June  8,  2012.  (Kelly,  Jr.) 


ADJOURNMENT 


JOINT  MEETING  -  SFPUC  AND  LAFCo 


1 .  Call  to  Order 

2.  Roll  Call 

3.  Opening  Remarks  and  discussion  of  expectations  for  the  joint  meeting. 

(Campos/Torres) 

4.  General  update  on  the  CleanPowerSF  Program.  (Hale) 

5.  Discussion  and  possible  action  to  authorize  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  implement  the  proposed  Community 
Notification  and  Education  Plan  for  the  Community  Choice  Aggregation 
CleanPowerSF  Program.  (Hale) 

6.  General  Public  Comment 

Members  of  the  public  may  address  the  Special  Joint  Meeting  of  the  San  Francisco 
Public  Utilities  Commission  and  the  Local  Agency  Formation  Committee  on  matters 
that  are  within  either  of  their  respective  jurisdictions  and  are  not  on  today's  agenda. 


ADJOURNMENT 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

MINUTES 

Special  SFPUC  l\/leeting 
10:30  AM 


Special  Joint  meeting  with 
Local  Agency  Formation  Commission  (LAFCo) 

11:00  AM 

Friday,  November  30,  2012 

(Approved  12/11/12) 

1  Dr.  Carlton  B.  Goodlett  Place 

City  Hall 
Legislative  Chamber,  Room  250 
San  Francisco,  CA  94102 

NOTE  DIFFERENT  DAY.  TIME  AND  LOCATION 

Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 

Anson  Moran 
Francesca  Vietor 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  infomiation  are  available  on  the  SFPUC  web  site:  www.sfwater.ora 
Gavel-to-Gavel  coverage  available  at; 

httD://sanfrancisco.aranicus.comA/lewPublisher.DhD?view  id=22 


SFPUC  SPECIAL  MEETING 


1.  Call  to  Order 

President  Torres  called  the  meeting  to  order  at  10:34  A.M. 

2.  Roll  Call 

Present:  Torres,  Vietor  and  Moran 
Excused:  Courtney  and  Caen 

3.  General  Public  Comment 
None. 

CONSENT  CALENDAR 


a)  Approve  Power  Enterprise,  Community  Choice  Aggregation  (CCA)  amendment 
to  Agreement  CS-920(R)B,  Monitoring  and  Advisory  Services,  on  behalf  of  the 
San  Francisco  Public  Utilities  Commission  for  the  CCA  Program  with  Local 
Power,  Inc.  Authorize  the  General  Manager  to  execute  this  amendment, 
providing  for  a  four  month  contract  extension  to  be  managed  with  month-to- 
month  task  orders  at  the  sole  discretion  of  the  General  Manager  or  his  designee, 
extending  services  to  no  later  than  IWarch  31,  2013.  (Resolution  12-0218) 

b)  Approve  Modification  No. 5  to  Contract  WD-2559R,  New  San  Francisco  Public 
Utilities  Commission  Administration  building,  with  Webcor  Construction,  LP. 
Authorize  the  General  Manager  to  execute  this  amendment  and  obtain  the  final 
acceptance  of  the  project  under  Administrative  Code  section  6.22(K),  extending 
the  duration  for  final  completion  by  58  consecutive  calendar  days  for  a  total 
of  238  consecutive  calendar  days  from  the  substantial  completion  date  of  June  8, 
2012.  (Resolution  12-0219) 

Public  Comment 
None. 

On  Motion  to  approve  items  4a  and  4b: 
Ayes:  Torres,  Vietor  and  Moran 

President  Torres  adjourned  the  meeting  at  10:37  A.M. 


JOINT  MEETING  -  SFPUC  AND  LAFCo 

1.  Call  to  Order 

LAFCo  Chair  Avalos  called  the  meeting  to  order  at  11 :1 1  A.M. 

2.  SFPUC  Roll  Call 

Present:  Torres,  Vietor  and  Moran 
Excused:  Courtney  and  Caen 

3.  Opening  Remarks  and  discussion  of  expectations  for  the  joint  meeting 

Chair  Avalos  asked  that  items  four  and  five  be  called  together.  He  provided  brief 
introductory  remarks  on  CCA  and  the  CleanPowerSF  Program.  President  Torres 
echoed  the  statements  of  Chair  Avalos  and  thanked  staff  for  their  work. 

4.  General  update  on  the  CleanPowerSF  Program 

Ms.  Barbara  Hale,  Assistant  General  Manager,  Power  Enterprise,  noted  that  a 
CleanPowerSF  timeline  was  provided  for  information.  She  stated  that  the  SFPUC  is 
working  closely  with  LAFCo  in  their  advisory  role  to  implement  the  Program.  She 
noted  that  that  a  new  Memorandum  of  Understanding  (MOU)  is  being  formulated  to 
define  staff  roles  and  responsibilities,  as  the  current  MOU  is  expired.  She  gave 
update  on  the  status  of  the  Implementation  Plan,  Implementation  Agreement,  and 
implementation  of  the  CCA  Code  of  Conduct  by  the  California  Public  Utilities 
Commission,  as  well  as  the  status  of  the  PG&E  green  tariff  pricing  proposal. 

5.  Discussion  and  possible  action  to  authorize  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  implement  the  proposed  Community 
Notification  and  Education  Plan  for  the  Community  Choice  Aggregation 
CleanPowerSF  Program.  (Resolution  12-0220) 

Ms.  Barbara  Hale,  Assistant  General  Manager,  Power  Enterprise,  gave  a  summary 
of  the  proposed  Customer  Notification  and  Education  Plan,  a  robust  customer 
notification  and  education  plan  detailing  the  Plan's  framework. 

She  stated  that  extensive  analysis  of  market  research  and  community  engagement 
had  occurred  and  that  over  the  last  three  years  the  SFPUC  has  undertaken 
extensive  multi-language  market  research  and  community  engagement  efforts  and 
she  touched  on  key  findings.  Ms.  Hale  detailed  the  rollout  of  the  proposed  early 
notification  period. 

She  reviewed  and  brief  discussion  ensued  on  the  CleanPowerSF  customer  bill 
premium  for  year  one,  and  the  third  citywide  customer  survey,  which  will  take  place 
in  early  January  2013.  Ms.  Hale  reviewed  the  timeline  of  events  for  the  first  quarter 
(January  -  March  2013),  stating  that  the  Commission  is  expected  to  adopt  not-to- 
exceed  rates  in  February  2013  and  the  Board  of  Supervisors  has  until  Mid-March  to 
reject  not-to-exceed  rates. 


Ms.  Hale  described  and  the  members  discussed  the  rollout  of  the  proposed  early 
notification  program,  the  formal  launch  of  the  statutory  Opt-Out  Period  and 


requirements  and  communication  of  Opt-Out/Opt-In,  l<ey  communications  strategies 
for  diverse  demograptiics  and  ttie  budget. 

Discussion  toof<  place  on  outreacti  efforts,  multilingual  marketing  efforts  and 
customer  surveys  and  focus  group  make-up. 

Ms.  Juliet  Ellis,  Assistant  General  f\/lanager.  External  Affairs,  noted  that  early 
education  efforts  prior  to  launch  will  include  activities  that  will  include  partnerships 
with  Community  Based  Organizations  and  stakeholders  who  will  supplement 
outreach  efforts.  She  mentioned  that  as  part  of  the  educational  efforts  to  reach  all 
customers,  information  on  the  Program  will  be  included  in  water  bills. 

Public  Comment 

•  Mr.  Erick  Brooks,  San  Francisco  Green  Party  and  grassroots  organization,  "Our 
City",  expressed  his  concern  with  the  framework  and  marketing  plan.  He  stated 
the  Program  needs  to  have  competitive  prices  with  the  PGE  plan. 

•  Mr.  Francisco  DaCosta,  Director,  Environmental  Justice  Advocacy,  presented  his 
concerns  with  the  marketing  plan  and  with  outreach  efforts  in  Districts  9  and  10. 
He  suggested  San  Francisco  residents  conduct  outreach  rather  than  consultants. 

•  Ms.  Jessica  Dervin-Ackerman,  San  Francisco  Bay  Chapter,  Sierra  Club, 
expressed  concerns  with  CleanPowerSF  Program  and  the  outreach  plan. 

•  Mr.  David  McCord,  Chair,  Sierra  Club  Bay  Chapter  Energy  Subcommittee,  stated 
the  Plan  is  not  ready  for  approval,  and  needs  specifics  on  the  outreach  strategy 
and  rollout  plans. 

•  Mr.  Al  Weinrub  referenced  a  letter  he  submitted  to  the  SFPUC  and  LAFCo 
regarding  the  CleanPowerSF  customer  notification  and  education  plan. 

Chair  Avalos  thanked  SFPUC  staff  for  their  work  on  the  framework  of  the  outreach 
plan  and  noted  the  need  to  move  forward. 

Commissioner  Olague,  President  Torres  and  Commissioner  Vietor  expressed  their 
support  for  the  Program  and  thanked  staff  for  their  work. 

Commissioner  Moran  asked  that  at  the  December     SFPUC  meeting,  staff  and  the 
consultant  provide  the  Commission  with  an  outreach  plan  which  details  outreach 
efforts  in  communities  of  color. 

On  Motion  to  approve  item  5: 
Ayes:  Torres,  Vietor  and  IVIoran 

6.    General  Public  Comment 

•  Mr  Francisco  DaCosta,  Director,  Environmental  Justice  Advocacy,  expressed  his 
thoughts  on  LAFCo  committees  around  the  state  and  the  need  to  provide  low- 
income  people  with  clean  water  and  clean  energy. 

Chair  Avalos  adjourned  the  meeting  at  1 1 :59  AM. 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0218 


WHEREAS,  On  September  1,  2008,  this  Commission  awarded  Agreement  CS-920(R)B, 
Monitoring  and  Advisory  Services  on  Behalf  of  the  San  Francisco  Public  Utilities  Commission 
for  the  Community  Choice  Aggregation  (CCA)  Program,  and  authorized  the  General  Manager  of 
the  San  Francisco  Public  Utilities  Commission  to  execute  a  professional  services  agreement,  in 
the  amount  of  $500,000,  with  a  term  of  three  (3)  years,  concluding  on  August  31,  2011,  with 
Local  Power,  Inc.  (LPI)  CS-920(R)B;  and 

WHEREAS,  On  July  26,  201 1,  the  Commission  approved  Amendment  No.  1  with  Local 
Power,  Inc.,  Monitoring  and  Advisory  Services  for  the  CCA  program,  extending  the  contract  by 
one  (1)  year,  for  a  total  contract  duration  of  four  (4)  years;  and 

WHEREAS,  On  August  28,  2012,  the  Commission  approved  Amendment  No.  2  with 
Local  Power,  Inc.,  Monitoring  and  Advisory  Services  for  the  CCA  program,  extending  the 
contract  by  three  (3)  months,  for  a  total  contract  duration  of  four  (4)  years  and  three  (3)  months; 
and 

WHEREAS,  On  November  16,  201 1,  LPI  received  Notice  to  Proceed  for  Task  Order  3, 
"Modeling  and  Conceptual  Framework  for  CCA  Deployment",  with  a  Task  Order  end  date  of 
November  16,  2012;  and 

WHEREAS,  The  amended  Agreement  No.  CS-920(R)B  will  expire  on  November  30, 
2012,  prior  to  the  conclusion  of  the  work  set  forth  in  Task  Order  3,  unless  amended;  and 

WHEREAS,  Amendment  No.  3,  for  Agreement  No.  CS-920(R)B,  with  LPI,  is  being 
requested  to  allow  LPI  to  complete  Task  Order  3,  "Modeling  and  Conceptual  Framework  for 
CCA  Deployment",  and  would  extend  the  agreement  by  four  (4)  months  to  be  managed  on  a 
month-to-month  task  order  basis,  at  the  sole  discretion  of  the  General  Manage  or  his  designee, 
extending  services  to  no  later  than  March  31,  2013,  for  total  duration  of  up  to  four  (4)  years  and 
seven  (7)  months;  and 

WHEREAS,  A  Human  Rights  Commission  (HRC)  subconsulting  goal  of  15%  Local 
Business  Enterprise  (LBE)  participation  has  been  established  for  each  agreement;  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  3  to  Power 
Enterprise,  Community  Choice  Aggregation  (CCA)  Project-funded  Agreement  No.  CS-920(R)B 
with  Local  Power,  Inc.,  Monitoring  and  Advisory  Services  for  the  CCA  Program;  and  authorizes 
the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  this 
amendment,  providing  for  a  four  (4)  month  contract  extension  to  be  managed  with  month-to- 
month  task  orders  at  the  sole  discretion  of  the  General  Manager  or  his  designee,  extending 
services  to  no  later  than  March  3 1,  2013;  and  be  it 


FURTHER  RESOLVED,  That  the  General  Manager  shall  continue  to  work  with 
stakeholders  to  explore  alternatives  for  local  construction  of  energy  efficiency  and  generation 
resources,  and  attendant  local  jobs,  and  regularly  report  on  progress  on  the  local  build-out  plan. 

/  hereby  certify  that  the  foregoing  resohition  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  November  30,  2012. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0219 


WHEREAS,  On  January  8,  2008,  per  Resolution  No.  08-0005,  this  Commission 
approved  the  award  of  Contract  No.  WD-2559R  (the  "Contract"),  for  construction  of  the  New 
SFPUC  Administration  Building  to  Webcor  Construction,  LP  (the  "CM/GC");  and 

WHEREAS,  The  original  contract  amount  was  for  $141,000,000;  and 

WHEREAS,  Modification  Nos.  1-4  were  requested  for  $8,361,997  to  modify  various 
contract  terms  for  Notice  to  Proceed,  Liquidated  Damages,  CM/GC  contingency  usage,  builder's 
risk  policy,  dispute  review  board,  general  conditions  for  demolition,  claims  deductible.  Trade 
Subcontract  procurement  for  miscellaneous  work,  inclusion  of  Subguard  into  the  contract, 
establish  a  final  Lump  Sum  amount  for  all  pre-construction  and  construction  services  as  well  as 
to  extend  the  final  completion  schedule;  and 

WHEREAS,  Modification  No.  5  is  being  requested  to  complete  the  work  including  the 
punch  list  and  obtain  final  acceptance  of  the  project  under  Administrative  Code  section  6.22(K), 
extending  the  duration  for  final  completion  by  58  consecutive  calendar  days  for  a  total  of  238 
consecutive  calendar  days  from  substantial  completion,  and  a  total  contract  duration  of  1,043 
consecutive  calendar  days  from  NTP  No.  5;  and 

WHEREAS,  The  Contract  incorporated  multiple  Notices  to  Proceed  ("NTP"),  and  NTP 
No.  5  for  construction  work  was  set  for  May  27,  2010;  and 

WHEREAS,  The  CM/GC  achieved  substantial  completion  on  June  8,  2012;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW  687-  New  SFPUC 
Administration  Building;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.5  to  Contract  No. 
WD-2559R,  New  San  Francisco  Public  Utilities  Commission  (SFPUC)  Administration  building, 
with  Webcor  Construction,  LP,  and  authorize  the  General  Manager  of  the  SFPUC  to  execute  this 
amendment  to  complete  the  work  including  the  punch  list  and  obtain  the  final  acceptance  of  the 
project  under  Administrative  Code  section  6.22(K),  extending  the  duration  for  final  completion 
by  58  consecutive  calendar  days  for  a  total  of  238  consecutive  calendar  days  from  the  substantial 
completion  date  of  June  8,  2012. 

I  hereby  certify  that  the  Foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  30,  2012. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0220 


WHEREAS,  The  San  Francisco  Board  of  Supervisors  established  a  Community  Choice 
Aggregation  (CCA)  program  in  2004  (Ordinance  86-04)  and  has  implemented  the  program 
called  CleanPowerSF,  through  the  work  of  the  SFPUC  in  consultation  with  the  San  Francisco 
Local  Agency  Formation  Commission  (Ordinances  146-07,  147-07  and  232-09);  and 

WHEREAS,  The  San  Francisco  Board  of  Supervisors  authorized  the  San  Francisco 
Public  Utilities  Commission  (SFPUC)  to  launch  CleanPowerSF,  subject  to  conditions  on 
September  25,  2012  (Resolution  348-12),  and  appropriated  funds  to  execute  a  contract  with  Shell 
Energy  North  America  for  a  term  of  up  to  five  years  to  supply  100%  renewable  enerav 
(Ordinance  200-12);  and 

WHEREAS,  The  Mayor  and  Board  of  Supervisors  encouraged  the  SFPUC  to  undertake 
an  extensive  public  education  and  outreach  campaign,  in  multiple  languages,  and  with  particular 
attention  to  low-income  communities,  to  ensure  that  prior  to  the  opt-out  process  targeted 
residents  in  each  phase  are  fully  aware  of  the  program,  its  features  and  its  costs;  and 

WHEREAS,  The  Commission  has  consistently  expressed  its  intent  to  ensure  the  program 
is  launched  in  a  manner  that  ensures  broad  customer  knowledge  of  the  program  and  minimizes 
the  likelihood  of  undesired  enrollment  of  residents;  and 

WHEREAS,  The  Customer  Notification  and  Education  Plan  has  been  informed  by 
extensive  market  research  and  community  engagement,  including  over  5,000  multilinaual 
telephone  customer  surveys;  six  focus  groups;  1 18  local  business  interviews;  informational  flyers 
delivered  to  nearly  200,000  households;  and  presentations  to  and  distributions  of  educational 
materials  at  over  160  community  meetings  and  festivals;  and 

WHEREAS,  The  Customer  Notification  and  Education  Plan  will  be  implemented  under  a 
framework  that  includes:  1)  an  early  notification  period  designed  to  determine  customer  interest 
in  and  potential  program  size;  2)  informing  residential  customers  in  geographic  areas  with  a  high 
propensity  to  remain  CleanPowerSF  customers  about  the  upcoming  program  launch;  3)  and 
providing  environmentally  conscious  commercial  customers  in  San  Francisco  with  an 
opportumty  to  enroll  in  CleanPowerSF  or  join  a  waitlist  for  future  enrollment  in  the  program- 
and  " 

WHEREAS,  After  the  CleanPowerSF  early  notification  period  ends  and  provided  that 
necessary  contract  documents  with  the  CleanPowerSF  energy  provider  have  been  signed, 
statutory  opt-out  enrollments  under  California  State  law  would  be  implemented  to  formally 
enroll  customers  in  the  program;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  framework  for  the  Customer 
Notification  and  Education  Plan  and  authorizes  the  General  Manager  and/or  his  designee  to  take 
all  necessary  steps  to  implement  it. 

/  hereby  certify  that  the  foregoing  resohition  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  on  November  30,  2012. 


Secretary,  Public  Utilities  Commission 
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Donna  Hood 

Secretary 


Disability  Access 


The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood@sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409, 1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfaov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfaov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.orq/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  November  13,  2012  and  November  30,  2012. 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Hetch  Hetchy  Water  and  Power  Enterprise  Capital  Improvement  Program 
Quarterly  Report 

d)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

e)  Watershed  and  Environmental  Improvement  Program  2012  Annual  Report 

f)  201 2  Water  Supply  Development  Report 

g)  Water  Supply  Level  of  Service  Report 

h)  Street  Light  Program  Update 

i)  201 1  -  201 2  Water  Conservation  Program  Annual  Report 

j)  Results  of  California  Resources  Board  Greenhouse  Gas  Allowance  Auction 

6.  Other  Commission  Business 


7.  Report  of  the  General  Manager 

a)  WSIP  Update  (Labonte) 

b)  CleanPowerSF  Update  (Hale) 

c)  Commission  Input  on  Mid-Cycle  Bi-Annual  Budget  Priorities  (Rydstrom) 

d)  Implementation  of  a  Power  Enterprise  "Green  Test  Bed"  (Hale) 

e)  Lake  Merced  Update  (Ritchie) 

8.  BAWSCA  Update  (Jensen) 


The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13^^  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 


CONSENT  CALENDAR 


9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)  Accept  work  performed  by  Kiewit  Infrastructure  West  Company,  for  Water 
Enterprise,  Water  System  Improvement  Program  (WSIP)-funded  Contract  WD-2591 , 
Lower  Crystal  Springs  Dam  (LCSD)  Improvements,  for  replacing  thie  existing 
spillway  and  constructing  a  new  stilling  basin  at  tfie  bottom  of  the  dam  which  are 
hydraulic  upgrades  required  to  restore  full  storage  capacity  in  the  Crystal  Springs 
Reservoir;  and  authorize  an  extension  of  the  contract  duration  by  1 10  days,  and 
authorize  final  payment  to  the  contractor.  (Labonte) 

b)  Approve  Amendment  No.  1  to  Agreement  CS-141,  Construction  Support 
Services  for  Hetch  Hetchy  Water  &  Power,  with  Black  &  Veatch  Corporation  to 
assure  continuity  of  capital  improvement  project  support  services;  and  authorize  the 
General  Manager  to  negotiate  and  execute  this  amendment  increasing  the  not-to- 
exceed  agreement  amount  by  $2,300,000,  for  a  total  not-to-exceed  agreement 
amount  of  $8,300,000,  with  no  change  to  the  agreement  duration.  (Ritchie) 

c)  Approve  the  selection  of  Baseline  Environmental  Consulting,  ESA+Orion  Joint 
Venture,  URS  Corporation,  and  RMC  Water  and  Environment;  Award  Agreements 
CS-242A,  CS-242B,  CS-242C,  and  CS-242D,  respectively,  As-needed 
Environmental  Services,  to  provide  environmental  analyses,  surveys,  and  reports 
and  prepare  resource  agency  permit  applications;  and  authorize  the  General 
Manager  to  negotiate  and  execute  four  professional  services  agreements  with 
Baseline  Environmental  Consulting,  ESA+Orion  Joint  Venture,  URS  Corporation, 
and  RMC  Water  and  Environment  each  for  an  amount  not-to-exceed  $3,750,000, 
and  with  a  duration  of  five  years  per  agreement.  (Torrey) 

d)  Approve  Amendment  No.  2  to  Agreement  CS-873,  Cooperative  Research  and 
Development  Agreement  with  U.S.  Geological  Survey  to  provide  continued  research 
and  study  of  earthquake  hazards  that  benefit  SFPUC  projects;  and  authorize  the 
General  Manager  to  execute  this  amendment  to  extend  the  agreement  duration 
by  two  years  and  three  months  for  a  total  duration  of  eight  years,  with  no  change 
to  the  agreement  value.  (Labonte) 

e)  Accept  work  performed  by  J.  Flores  Construction  for  Contract  WW-520,  Spot 
Sewer  Repair  Contract  No.  26,  for  a  total  contract  amount  of  $3,710,274,  and  with 
a  total  contract  duration  of  225  consecutive  calendar  days;  and  authorize  final 
payment  to  the  contractor.  (Moala) 

f)  Approve  the  plans  and  specifications,  and  award  Contract  WW-541 ,  Southeast 
Water  Pollution  Control  Plant  Oxygen  Generation  Plant  Replacement,  in  the 


amount  of  $9,476,360,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
NTK  Construction  Inc.,  to  construct  an  oxygen  generation  plant  and  the  associated 
distribution  system  at  the  Southeast  Plant.  (Moala) 


REGULAR  BUSINESS 

10.  Discussion  and  possibie  action  to  approve  and  execute  a  WKiolesale  Water 
Revenue  Prepayment  and  Collection  Agreement  and  the  associated  SFPUC  Tax 
Certificate  pursuant  to  the  Bay  Area  Water  Supply  and  Conservation  Agency's 
proposed  issuance  of  the  2013  Series  A  and  2013  Series  B  Revenue  Bonds,  subject 
to  Board  of  Supervisors  approval  pursuant  to  Charter  Section  9.1 18.  The  impact  of 
this  prepayment  will  benefit  Retail  Water  Ratepayers  through  lower-than-othenwise 
Water  retail  bills  over  the  near-term,  though  foregone  interest  income  from 
Wholesale  Customers  will  occur  over  the  next  21  years.  (Rydstrom) 

1 1 .  Authorize  the  issuance  of  task  orders  above  the  initial  $100,000  allowance 

approved  at  the  October  9,  2012  Commission  meeting,  but  not-to-exceed  full 
contract  amount  of  $1,400,000  for  Agreement  CS-227,  Advertising  and  Marketing 
Services  for  CleanPowerSF,  with  Davis  &  Associates  Communications,  Inc.  to 
provide  public  education,  community  engagement,  advertising  and  marketing 
services  for  CleanPowerSF,  the  City's  Community  Choice  Aggregation  program. 

(Ellis) 

12.  Approve  the  selection  of  Utility  Systems  Efficiencies,  Inc.  (USE);  award  Agreement 
CS-246,  Technical  Support  Services,  Hetch  Hetchy  Water  and  Power  (HHWP)  North 
American  Electrical  Reliability  Corporation  (NERC)  Regulatory  Standards,  to  provide 
audit  and  consulting  services  to  assess  HHWP's  level  of  compliance  to  existing  and 
possible  future  NERC  registrations,  develop  process  and  business  procedures  for 
existing  and  future  registrations,  and  provide  other  NERC  compliance  related 
services;  and  authorize  the  General  Manager  to  negotiate  and  execute  a 
professional  services  agreement  with  USE,  Inc.  for  an  amount  not-to-exceed 
$2,000,000,  and  with  a  duration  of  five  years.  (Ritchie) 

13.  Approve  Amendment  No.  4  to  Agreement  CS-854,  Engineering  Services  for  Sutro 
Reservoir  Seismic  Upgrades  and  Rehabilitation,  with  URS/SOHA  to  provide 
additional  time  for  engineering  services  during  the  construction  phase;  and 
authorize  the  General  Manager  to  execute  this  amendment  with  a  time  extension 
of  two  years,  for  a  total  agreement  duration  of  eight  years  and  three  months,  with 
no  change  to  the  agreement  value.  (Labonte) 

14.  Accept  work  performed  by  PCL  Civil  Constructors  Inc.  for  Contract  DB-116,  Tesia 
Treatment  Facility  for  design,  construction,  and  commissioning  of  a  new  treatment 
facility  at  the  existing  TesIa  Portal  site;  Approve  Modification  No.  39  (final)  for 
($186,850)  to  account  for  actual  labor  and  materials  required  to  complete  the  work 
under  bid  item  allowances,  decreasing  the  total  contract  amount  to  $87,582,124, 
and  extending  the  contract  duration  by  86  consecutive  calendar  days  for  a  total 


contract  duration  of  1 ,340  consecutive  calendar  days;  and  authorize  final  payment 
to  the  contractor.  (Labonte) 

15.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 

16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(c)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(2). 

Anticipated  Litigation  -  As  Plaintiff  (Ambrose) 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(b)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(2). 

Anticipated  Litigation  -  As  Plaintiff  (Ambrose) 
Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

19.  Announcement  following  closed  session. 

20.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

21 .  Other  new  business. 
ADJOURNMENT 
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ORDER  OF  BUSINESS: 


1.  Call  to  Order 

President  Torres  called  the  meeting  to  order  at  1:32  PM. 

2.  Roll  Call 

Present:  President  Torres,  Vice  President  Courtney,  Commissioners  Caen,  and 
Moran. 

3.  Approval  of  Minutes  of  November  13.  2012  and  November  30.  2012. 

On  Motion  to  approve  the  minutes  of  November  13  and  November  30 
AYES:  Torres,  Courtney,  Caen,  and  Moran 

Commissioner  Vietor  arrived  at  3:34  PM. 

4.  Public  Comments 

•  Dr  Espanola  Jackson  stated  that  she  would  like  to  see  how  community  benefit 
funds  are  distributed  throughout  the  City,  and  specifically  in  the  Bayview. 

•  /Wr.  Francisco  DaCosta  expressed  his  thoughts  on  the  Raker  Act  and 
hydroelectricity  in  the  City. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Hetch  Hetchy  Water  and  Power  Enterprise  Capital  Improvement  Program 
Quarterly  Report 

d)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

e)  Watershed  and  Environmental  Improvement  Program  2012  Annual  Report 

f)  201 2  Water  Supply  Development  Report 

g)  Water  Supply  Level  of  Service  Report 

h)  Street  Light  Program  Update 

i)  201 1  -  2012  Water  Conservation  Program  Annual  Report 

j)   Results  of  California  Resources  Board  Greenhouse  Gas  Allowance  Auction 

Commissioner  Moran  requested  that  staff  revise  and  re-issue  the  2012  Water 
Supply  Development  Report  and  the  Water  Supply  Level  of  Service  Report  due  to 
incomplete  and/or  misleading  information. 

Commissioner  Moran  requested  that  staff  coordinate  with  BAWSCA  on  regional 
water  supply  issues. 

6.  Other  Commission  Business 

Commissioner  Caen  requested  that  staff  provide  the  public  with  information  on  the 
proper  disposal  of  medicine,  as  she  had  been  incorrectly  advised  by  a  healthcare 
professional  to  dispose  of  unused  medicine  in  the  toilet. 


Commissioner  Vietor  requested  that  the  Commission  receive  an  update  on  the 
SFPUC  safe  medicine  disposal  program. 

Report  of  the  General  Manager 

a)  WSIP  Update 

Ms.  Julie  Labonte,  WSIP  Director,  provided  an  update  on  the  Calaveras  Dam 
Project,  noting  that  the  Planning  Department  signed  the  CEQA  addendum  need 
for  soil  disposal.  She  indicated  that  all  required  permit  requests  have  been 
submitted.  Ms.  Labonte  discussed  the  excavation  of  the  Calaveras  site  and  the 
risks  involved,  stating  that  $6.9M  has  been  added  to  the  forecasted  cost  for  those 
risks.  She  stated  that  she  will  come  back  to  the  Commission  for  the  first  project 
revision  approval  in  late  January,  with  the  second  project  revision  to  follow. 

b)  CleanPowerSF  Update 

Ms.  Barbara  Hale,  Assistant  General  [Manager,  Power  Enterprise,  provided  a 
CleanPowerSF  Update  and  reviewed  the  project  timeline.  She  noted  that  since 
PG&E  customer  rates  will  change  in  January  she  will  provide  a  revised  estimate 
of  the  SFPUC  premium  at  that  time.  Brief  discussion  ensued  on  the  PG&E 
program  and  SFPUC  premium. 

c)  Commission  Input  on  Mid-Cvcle  Bi-Annual  Budoet  Priorities 

Mr.  Todd  Rydstrom,  Assistant  General  Manger  Business  Services  and  CFO, 
stated  the  SFPUC  has  a  balanced  budget.  He  indicated  that  in  January  the 
Commission  will  review  the  adopted  budget,  key  assumptions,  10-year  financial 
plan,  10-year  rate  impacts,  and  1 0-year  capital  needs.  He  briefly  reviewed  the 
adopted  budget,  noting  key  changes  and  next  steps.  Commissioners  Moran  and 
Vietor  provided  comments  on  what  they  would  like  to  have  included  in  the  budget 
process  and  upcoming  discussions.  Commissioner  Moran  requested  regular 
updates  and  reviews  of  policies  the  Commission  has  adopted. 

d)  Implementation  of  a  Power  Enterprise  "Green  Test  Bed" 

Ms.  Barbara  Hale,  Assistant  General  Manager,  Power  Enterprise,  provided  a 
brief  summary  of  the  Green  Test  Bed  Program,  which  is  located  on  the  roof  of 
the  Moscone  Center.  Vice  President  Courtney  requested  a  copy  of  the  Work 
Order  agreement  between  SFPUC  and  the  Department  of  Public  Works. 

e)  Lake  Merced  Update 

Mr.  Steve  Ritchie,  Assistant  General  Manager,  Water  Enterprise,  provided  an 
update  on  the  activities  associated  with  Lake  Merced  and  surrounding  land.  He 
discussed  the  phases  of  improvement  for  the  Harding  Boathouse,  discussed 
removal  of  abandoned  docks.  Recreation  and  Park  programming.  Proposition  B 
funding,  and  the  Pacific  Rod  and  Gun  Club.  Mr.  Ritchie  indicated  that  moving 
fonvard  the  SFPUC  will  continue  the  oversight  and  management  of  Lake  Merced 
regarding  water  quality  and  water  level  management  issues,  boathouse 
improvements,  Pacific  Rod  and  Gun  Club  soil  contamination  issues,  and 
continue  to  build  on  the  Watershed  Report. 

Discussion  continued  on  issues  regarding  the  Rod  and  Gun  Club  lease.  Mr. 
Ritchie  stated  the  Board  of  Supervisors  approved  a  month-to-month  lease  as  part 
of  a  package  settlement  agreement. 


Public  Comments 

•  Mr.  Francisco  DaCosta  stated  that  the  ratepayer  needs  to  be  treated  fairly,  l-le 
does  not  want  electric  meters  placed  in  public  housing. 

•  Mr.  Eric  Brooks,  San  Francisco  Green  Party  and  grassroots  organization,  "Our 
City",  discussed  local  power  and  proposed  premium  rates. 

•  Mr.  Dick  Allen  addressed  his  concerns  with  what  he  feels  is  inadequate  boat 
storage  needs  for  rowers  and  dragon  boaters  at  Lake  Merced  and  wants  a  new 
boathouse  built. 

•  Mr.  Dick  Morten  expressed  his  thoughts  on  the  management  of  Lake  Merced  and 
detailed  his  years  of  advocacy  and  activities  associated  with  the  Lake.  He  noted 
his  intention  to  continue  his  work  on  water  quality  and  water  level  issues. 

•  Mr.  Tim  Colen  stated  that  SFPUC  staff  should  receive  credit  for  improved  water 
quality  at  Lake  Merced,  but  is  concerned  about  resource  management.  He  feels 
the  SFPUC  should  have  sole  management  of  the  Lake. 

•  Mr.  Jerry  Cadagan,  Committee  to  Save  Lake  Merced,  discussed  his  years  of 
work  on  Lake  Merced  issues.  He  suggested  the  SFPUC  should  oversee  the  $2M 
Park  Bond  and  that  the  Commission  should  hold  a  workshop  and  tour  the  site. 

President  Torres  asked  Deputy  City  Attorney  Ambrose  to  report  back  as  to 
whether  the  SFPUC  can  utilize  the  $2M  bond  funds.  In  response  to  a  question  as 
why  Recreation  and  Park  staff  were  not  in  attendance,  Mr.  Kelly,  Jr.,  General 
Manager,  stated  that  he  has  been  in  communication  with  Mr.  Ginsburg, 
Recreation  and  Park  Director,  who  intends  to  come  before  the  Commission  when 
details  of  the  MOU  are  finalized. 

President  Torres  left  the  meeting  at  2:58  PM  and  turned  over  the  gavel  to 
Vice  President  Courtney. 

•  Mr.  Eric  Brooks,  San  Francisco  Green  Party  and  grassroots  organization,  "Our 
City,  stated  that  the  Lake  Merced  property  should  be  treated  like  a  watershed 
ecosystem  and  the  SFPUC  should  oversee  all  the  funds  and  activities. 

•  Dr.  Espanola  Jackson  expressed  the  need  for  a  workshop  on  this  issue.  She 
does  not  want  to  see  a  gun  club  on  a  recreational  site. 

•  Mr.  Francisco  DaCosta  expressed  concern  over  the  Recreation  and  Park 
Department  overseeing  recreational  activities  on  the  property. 

Commissioner  Vietor  thanked  staff  and  the  public  for  their  work  and  asked  staff 
for  clarification  on  the  status  of  the  MOU  and  expressed  support  for  a  workshop. 

Commissioner  Moran  reviewed  past  discussions  related  to  the  MOU,  and  noted 
that  the  Recreation  and  Park  Department  (RPD)  has  not  provided  information  on 
their  plans  for  managing  the  recreational  use  on  the  property.  He  stated  they 
should  demonstrate  a  commitment  and  capability  to  manage  recreational  use  on 
the  Lake. 

Commissioner  Vietor  questioned  who  was  responsible  for  the  clean-up  of  the 
property  to  which  Mr.  Ritchie  stated  that,  according  to  the  1934  lease,  the  Rod 


and  Gun  Club  is  liable.  In  response  to  a  question  by  President  Torres  as  to  what 
responsibility  the  RPD  holds  to  contribute  to  the  clean-up,  Mr.  Ritchie  indicated 
as  the  manager  of  the  lease,  it  is  the  responsibility  of  the  SFPUC. 

Commissioner  Courtney  requested  that  staff  provide  a  real  estate  policy  update, 
especially  as  it  relates  related  to  the  Lal<e  Merced  property. 

Commissioner  Vietor  expressed  disappointment  that  no  staff  from  RPD  was 
present.  She  questioned  if  the  SFPUC  has  individual  or  over-arching  MOU's  with 
RPD  for  the  governance  of  each  of  the  property  parcels  we  own  and  that  RPD 
manages.  She  questioned  when  an  MOU  between  the  RPD  and  SFPUC  for  the 
Lake  Merced  property  will  be  forthcoming  and  requested  that  the  definition  of 
management  and  responsibilities  be  clearly  defined.  She  expressed  a  desire  to 
have  a  workshop  or  meeting  near  the  Lake  Merced  property. 

Mr.  Ritchie  indicated  that  it  up  will  take  between  a  year  and  a  year-and-a-half  to 
determine  what  clean-up  at  the  John  Muir  property  look  like,  and  after  that 
determination,  discussion  of  what  will  happen  at  the  property  can  take  place. 

Commissioner  Moran  stated  that  the  SFPUC  is  the  property  owner  and  is 
responsible  for  the  maintaining  the  watershed  and  water  assets,  but  for  public 
uses  beyond  the  SFPUC's  expertise,  sister  agencies  need  to  be  utilized,  such  as 
the  case  of  RPD  for  recreational  activities  at  the  Lake.  He  wants  to  see  a  clearly 
defined  MOU  with  RPD,  and  that  RPD  demonstrate  a  commitment  and  capability 
to  manage  recreational  activities.  He  noted  that  the  MOU  needs  to  resemble  a 
contract  with  provisions  to  hold  RPD  accountable. 

General  Manager  Kelly,  Jr.  stated  that  a  workshop  in  the  area  would  allow  all 
interested  groups  to  speak  to  the  development  of  the  MOU,  and  he  proposed  a 
timeline  of  hopefully  two  months  for  the  workshop  to  take  place.  He  noted  that 
after  the  workshop  a  draft  MOU  would  be  presented  to  the  Commission  for 
consideration. 

8.  BAWSCA  Update 

Mr.  Art  Jensen,  BAWSCA,  indicated  that  tine  BAWSCA  board  approved  documents 
associated  witli  the  issuance  of  bonds. 

9.  CONSENT  CALENDAR 

a)  Accept  worl<  performed  by  Kiewit  Infrastructure  West  Company,  for  Contract  WD- 
2591,  Lower  Crystal  Springs  Dam  Improvements.  Authorize  an  extension  of  the 
contract  duration  by  1 10  days,  and  authorize  final  payment  to  the  contractor. 
(Resolution  12-0221) 

b)  Approve  Amendment  No.  1  to  Agreement  CS-141,  Construction  Support 
Services  for  Hetch  Hetchy  Water  &  Power,  with  Black  &  Veatch  Corporation. 
Authorize  the  General  Manager  to  negotiate  and  execute  this  amendment  increasing 
the  not-to-exceed  agreement  amount  by  $2,300,000,  for  a  total  not-to-exceed 


agreement  amount  of  $8,300,000,  with  no  change  to  the  agreement  duration. 
(Resolution  12-0222) 

c)  Approve  the  selection  of  Baseline  Environmental  Consulting,  ESA+Orion  Joint 
Venture,  URS  Corporation,  and  RMC  Water  and  Environment.  Award  Agreements 
CS-242A,  CS-242B,  CS-242C,  and  CS-242D,  respectively.  As-needed 
Environmental  Services.  Authorize  the  General  Manager  to  negotiate  and  execute 
four  professional  services  agreements  each  for  an  amount  not-to-exceed 
$3,750,000,  and  with  a  duration  of  five  years  per  agreement.  (Resolution  12-0223) 

d)  Approve  Amendment  No.  2  to  Agreement  CS-873,  Cooperative  Research  and 
Development  Agreement  with  U.S.  Geological  Survey.  Authorize  the  General 
Manager  to  execute  this  amendment  to  extend  the  agreement  duration  by  two  years 
and  three  months  for  a  total  duration  of  eight  years,  with  no  change  to  the 
agreement  value.  (Resolution  12-0224) 

e)  Accept  work  performed  by  J.  Flores  Construction  for  Contract  WW -520,  Spot 
Sewer  Repair  Contract  No.  26,  for  a  total  contract  amount  of  $3,710,274,  and  with 
total  contract  duration  of  225  consecutive  calendar  days.  Authorize  final  payment  to 
the  contractor.  (Resolution  12-0225) 

f)  Approve  the  plans  and  specifications,  and  award  Contract  WW-541 ,  Southeast 
Water  Pollution  Control  Plant  Oxygen  Generation  Plant  Replacement,  in  the  amount 
of  $9,476,360,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  NTK 
Construction  Incorporated.  (Resolution  12-0226) 

Public  Comments 
•  None. 

On  Motion  to  approve  Consent  Items  9a  through  9f: 
AYES:  Courtney,  Caen,  Vietor and Moran 

0.  Discussion  and  possible  action  to  approve  and  execute  a  Wholesale  Water  Revenue 
Prepayment  and  Collection  Agreement  and  the  associated  SFPUC  Tax  Certificate 
pursuant  to  the  Bay  Area  Water  Supply  and  Conservation  Agency's  proposed 
issuance  of  the  2013  Series  A  and  2013  Series  B  Revenue  Bonds.  (Resolution  12- 
0227) 

Mr.  Todd  Rydstrom,  Assistant  General  Manger  Business  Services  and  CFO, 
introduced  and  brief  comments  were  provided  by  Commissioner  Moran  on  tliis  item 
whicti  allows  wholesale  customers  to  early  repay  retail  customers;  will  achieve 
savings  for  wholesale  customers;  and  allow  for  the  smoothing  of  retail  customer 
rates. 


Public  Comments 


•  Mr.  Art  Jerisen,  BAWSCA,  stated  that  26  agencies  have  to  adopt  the  BAWSCA 
Resolution,  and  that  all  but  seven  have  signed.  He  expects  the  remaining  to  sign 
soon,  resulting  in  100%  participation. 

•  Mr.  Francisco  DaCosta  thanked  Mr.  Rydstrom  and  BAWSCA  for  their 
collaborative  work. 

On  Motion  to  approve  Item  10: 

AYES:  Courtney,  Caen,  Vietor and  Moran 

1 1 .  Authorize  the  issuance  of  task  orders  above  the  initial  $100,000  allowance  approved 
at  the  October  9,  2012  Commission  meeting,  but  not-to-exceed  full  contract  amount 
of  $1 ,400,000  for  Agreement  CS-227,  Advertising  and  Marketing  Services  for 
CleanPowerSF,  with  Davis  &  Associates  Communications,  Inc.  (Resolution  12-0228) 

Ms.  Juliet  Ellis,  Assistant  General  Manager,  External  Affairs,  reviewed  the  past 
approval  of  the  $100,000  allowance  and,  as  requested,  provided  additional  details 
on  the  contract  and  the  customer  notification  and  education  plan.  She  requested 
release  of  funding  for  the  additional  task  orders.  Discussion  ensued  on  the  education 
and  outreach  plans,  rates,  survey  development  and  execution,  and  the  consultant 
contract.  The  Commission  expressed  an  interest  in  receiving  regular  updates  on  the 
progress  of  the  program  once  the  contract  is  executed. 

Public  Comments 

•  Mr.  Francisco  DaCosta  stated  that  San  Francisco  residents  need  to  be  hired  to 
conduct  the  surveys. 

•  Mr.  Eric  Brooks,  San  Francisco  Green  Party  and  grassroots  organization,  "Our 
City,  expressed  his  thoughts  on  allocation  of  full  funding  of  the  consultant. 

•  Dr.  Espanola  Jackson  indicated  her  support  for  hiring  local  residents  to  conduct 
the  surveys. 

Commissioner  Caen  ieft  the  meeting  at  3:54PM. 
On  Motion  to  approve  Item  1 1: 
AYES:  Courtney,  Vietor  and  Moran 

12.  Approve  the  selection  of  Utility  Systems  Efficiencies,  Inc.  (USE).  Award  Agreement 
CS-246,  Technical  Support  Services,  Hetch  Hetchy  Water  and  Power  North 
American  Electrical  Reliability  Corporation  Regulatory  Standards.  Authorize  the 
General  Manager  to  negotiate  and  execute  a  professional  services  agreement  with 
USE,  Inc.  for  an  amount  not-to-exceed  $2,000,000,  and  with  a  duration  of  five  years. 
(Resolution  12-0229) 

Public  Comments 

•  None. 

On  Motion  to  approve  Item  12: 
AYES:  Courtney,  Vietor  and  Moran 


13.  Approve  Amendment  No.  4  to  Agreement  CS-854,  Engineering  Services  for  Sutro 
Reservoir  Seismic  Upgrades  and  Reliabilitation,  witli  URS/SOHA.  Autliorize  the 
General  Manager  to  execute  this  amendment  with  a  time  extension  of  two  years,  for 
total  agreement  duration  of  eight  years  and  three  months,  with  no  change  to  the 
agreement  value.  (Resolution  12-0230) 

Public  Comments 

•  None. 

On  Motion  to  approve  Item  13: 
A  YES:  Courtney,  Vietor  and  Moran 

14.  Accept  work  performed  by  PCL  Civil  Constructors  Inc.  for  Contract  DB-1 16,  Tesia 
Treatment  Facility.  Approve  Modification  No.  39  (final)  for  ($186,850),  decreasing 
the  total  contract  amount  to  $87,582,124,  and  extending  the  contract  duration  by  86 
consecutive  calendar  days,  for  a  total  contract  duration  of  1 ,340  consecutive 
calendar  days.  Authorize  final  payment  to  the  contractor.  (Resolution  12-0231) 

Public  Comments 

•  None. 

On  Motion  to  approve  Item  14: 
AYES:  Courtney,  Vietor  and  Moran 

15.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 

•  None. 

16.  Motion  on  whether  to  assert  the  attornev-client  privilege  reoardina  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  NOT  TO  ASSERT: 
AYES:  Courtney,  Vietor  and  Moran 

CLOSED  SESSION 

1 7.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(c)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(2). 
Anticipated  Litigation  -  As  Plaintiff 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(b)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(2). 
Anticipated  Litigation  -  As  Plaintiff 

19.  Announcement  following  closed  session. 

Vice  President  Courtney  stated  tliat  no  action  was  taken  on  items  17  and  18. 

20.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 


On  Motion  NOT  TO  DISCLOSE: 
AYES:  Courtney,  Vietor  and  Moran 


21  ■  Other  new  business 
None. 

Vice  President  Courtney  adjourned  tiie  meeting  at  4:4 1  PM  in  memory  of  Ms.  Tiieresa 
Burl<e. 
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contact  Deputy  City  Attorney  Beth  Salveson,  who  wrote  the  contract,  and  ask  her  to 
attend  the  meeting. 

President  Moran  continued  the  item  until  Ms.  Saiveson  arrived  and  ciarification  could 
be  provided. 

Mr.  David  Pilpel  pointed-out  an  error  with  Mr  Kelly,  Jr.  's  name  on  Exhibit  A  of  the 
Agreement. 

b)  Recognition  of  Edward  Harrington  for  his  28  years  of  distinguished  service  to  the 
City  and  County  of  San  Francisco.  (Resolution  12-0158) 

Mr.  Harlan  Kelly,  Jr.,  began  the  recognition  of  Mr.  Harrington's  distinguished  career 
by  reading  a  portion  of  the  resolution,  followed  by  the  Assistant  General  Managers, 
who  took  turns  reading  passages,  and  concluding  with  President  Moran. 

Public  Comment 

•  Mr.  Brian  Thomas,  SFPUC,  thanked  Mr.  Harrington  for  his  leadership  and  his 
ability  to  mentor  and  lead  staff  and  for  his  work  with  apprenticeship  programs. 

•  Mr.  Alonzo  Emery,  Job  Train/Project  Build,  thanked  Mr.  Harrington  forgiving 
his  clients  a  future  and  an  opportunity  for  success. 

•  Ms.  Sheilah  Goulart,  Youth  Build,  Stockton,  thanked  Mr.  Harrington  for 
providing  people  with  jobs  and  opportunities. 

•  Mr.  Don  Hightower,  APRI,  San  Francisco,  thanked  Mr.  Harrington  for  his 
service  and  noted  that  the  opportunities  Mr.  Harrington  provided  have  given 
people  a  chance  for  success. 

•  Mr.  Art  Shanks  and  Ms.  Donna  Miller,  Cypress  Mandela  Training  Center, 
thanked  Mr.  Harrington  for  his  vision  and  for  putting  people  into  meaningful 
careers.  Ms.  Miller  read  from  a  plaque,  on  behalf  of  organizations  in 
attendance,  that  was  presented  to  Mr.  Harrington. 

•  Ms.  Zelda  Saeli,  SFPUC  City  Build,  noted  that  many  San  Francisco  residents 
have  been  put  to  work  via  City  Build,  and  thanked  Mr.  Harrington  for  his 
leadership. 

•  Mr.  James  Bryant  thanked  the  organizations  in  attendance  for  their  work,  and 
thanked  Mr.  Harrington  for  providing  a  future  many  for  people. 

•  Mr.  David  Pilpel  thanked  Mr.  Harrington  for  his  leadership  and  service  and  for 
his  constant  concern  for  the  ratepayers  and  taxpayers. 

•  Mr.  Art  Jensen  thanked  Mr.  Harrington  for  his  honesty  and  openness  and  for 
his  sense  of  humor. 


President  Moran  provided  bacl<ground  information  on  Mr.  Harrington's  service  at  ttie 
SFPUC,  from  hiis  initial  tiire  tfirougfi  his  career.  He  noted  l\/lr.  Harrington's  ability  to 
work  with  different  people. 

Mr.  Harrington  thanked  everyone  for  their  kind  words  and  expressed  gratitude  for 
being  able  to  work  with  a  talented  and  dedicated  staff  and  on  interesting  and 
important  projects.  He  also  thanked  the  public  for  their  input  and  concern  regarding 
SFPUC  business. 

7.  Report  of  the  General  Manager 

a)  WSIP  Update 

Ms.  Julie  Labonte  provided  an  update  on  Calaveras  Dam,  noting  that  the  field 
investigation  on  the  slope  stability  had  been  completed,  that  a  report  would  be 
forthcoming,  and  that  appropriate  design  revision  and  action  would  be  taken.  She 
noted  preliminary  cost  and  schedule  estimates  would  be  provided  by  mid- 
October,  with  selection  and  final  cost  and  schedule  will  be  provided  by  the  end  of 
November.  She  then  provided  and  update  on  the  Bay  Tunnel  Project  and  noted 
tunneling  would  begin  within  a  week. 

b)  Recognition  of  525  Golden  Gate  Team 

Mr.  Harrington  introduced  staff  that  was  instrumental  on  the  525  Golden  Gate 
project. 

Commissioner  Vietor  thanked  staff  for  their  work  and  briefly  discussed  the  history 
of  the  525  Golden  Gate  project. 

Mr.  Harrington  informed  the  Commission  that  Ms.  Arlene  Navarret  passed  away. 
He  provided  background  on  her  distinguished  career  and  the  important  work  she 
did  for  the  people  of  San  Francisco. 

Public  Comment 

•  Mr.  David  Pilpel  provided  his  thoughts  on  working  with  Ms.  Navarret  and 
expressed  his  sympathy  on  her  passing. 

•  Mr.  Josh  Arce  expressed  his  sympathy  on  the  passing  of  Ms.  Navarret  and 
noted  the  important  work  she  performed.  He  also  noted  the  important  local 
hire  impact  with  the  building  of  525  Golden  Gate. 

President  Moran  recessed  the  meeting  at  2:28  PM  to  confer  with  the  Deputy  City 
Attorney  regarding  the  General  Manager's  contract. 

President  Moran  reconvened  the  meeting  at  2:42  PM. 

8.  CONSENT  CALENDAR 


a)    Accept  work  performed  by  Ranger  Pipelines  Inc.  for  Contract  WD-2541  Bay 

Division  Pipeline  No.  5  -  East  Bay  Reaches;  Approve  Modification  No.  1  (Final),  to 


address  final  quantities  and  costs  associated  with  relocation  of  the  pipeline  to 
avoid  an  underground  obstruction  at  Sycamore,  additional  environmental 
mitigation,  and  additional  restoration,  increasing  the  contract  by  $22,241,995  for  a 
total  contract  amount  of  $83,800,000,  and  with  a  time  extension  of  129  consecutive 
calendar  days  for  a  total  contract  duration  of  891  consecutive  calendar  days;  and 
authorize  final  payment.  (Resolution  12-0159) 

b)  Approve  the  plans  and  specifications,  and  award  Contract  WW-553,  As-Needed 
Main  Sewer  Replacement,  for  a  total  contract  amount  not-to-exceed  $2,983,550,  to 
the  lowest,  qualified,  responsible  and  responsive  bidder,  Harty  Pipelines,  to 
perform  as-needed  main  sewer  replacement  at  locations  to  be  determined  in  San 
Francisco.  (Resolution  12-0160) 

c)  Approve  Modification  No.4  to  Contract  WD-2559R,  San  Francisco  Public  Utilities 
Commission  Administration  Building,  with  Webcor  Construction,  LP,  and  authorize 
the  General  Manager  to  execute  this  amendment  to  complete  the  work  including 
the  punch  list  and  obtain  the  final  acceptance  of  the  project  under  Administrative 
Code  section  6.22(K),  extending  the  duration  for  final  completion  by  120 
consecutive  calendar  days  for  a  total  of  1 80  consecutive  calendar  days. 
(Resolution  12-0161) 

d)  Approve  Amendment  No.  7  to  Agreement  CS-842,  Architectural  and  Engineering 
Design  Services  for  the  San  Francisco  Public  Utilities  Commission  Administration 
Building,  with  KMD/Stevens  +  Associates,  a  joint  venture  of  architects,  the  partners 
of  which  are  Kaplan  McLaughlan  Diaz  and  Stevens  +  Associates,  to  complete 
remaining  phases  of  work;  and  authorize  the  General  Manager  to  negotiate  and 
execute  an  amendment,  extending  the  duration  of  the  agreement  by  one  year,  for 
a  total  agreement  duration  of  six  years  and  10.5  months,  with  no  increase  to  the 
agreement  amount.  (Resolution  12-0162) 

e)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute  a 
Revocable  Permit  with  the  Palo  Alto  Unified  School  District,  as  permittee,  for  the 
installation  of  nine  subsurface  conduits  to  house  electric  feeders  and  low  voltage 
supporting  infrastructure  for  Permittee's  new  gymnasium  located  at  Gunn  High 
School  in  Palo  Alto,  California,  for  a  month-to-month  term  not  to  exceed  five  years, 
and  with  an  annual  use  fee  of  $2,500.  (Resolution  12-0163) 

f)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  enter  into 
a  lease  with  the  Yerby  Family  Limited  Partnership/OB-1  Associates,  a  California 
general  partnership  acting  through  George  P.  Yerby,  for  the  use  of  approximately 
4,000  rentable  square  feet  of  space  at  5  Thomas  Mellon  Circle  in  San  Francisco, 
for  the  rental  rate  of  $8,000  per  month,  for  the  SFPUC  to  operate  a  Contractors 
Assistance  Center.  (Resolution  12-0164) 

Commissioner  Courtney  requested  that  item  8f  be  removed  from  the  calendar. 

On  motion  to  approve  items  8a  tlirough  8e: 
AYES:  IVIoran,  Torres,  Vietor  and  Courtney 


Commissioner  Courtney  tiad  questions  related  to  item  8f,  Exhibit  C,  scope  of  worl<.  After 
brief  discussion,  Commissioner  Courtney  stated  tliat  tiis  request  was  inquiry  only  and 
that  he  saw  no  reason  to  not  move  forward  on  the  item. 

On  motion  to  approve  item  8f : 

AYES:  Moran,  Torres,  Vietor  and  Courtney 

REGULAR  SESSION 

9.  Informational  hearing  and  possible  adoption  of  a  SFPUC  Technology  Policy,  a  policy 
statement  that  would  guide  SFPUC  consideration  and  assessment  of  beneficial 
technologies  and  innovation  in  both  operations  and  capital  investments.  (Resolution 
12-0165) 

Mr.  Todd  Rydstrom  provided  and  update  and  discussion  ensued  on  the  on  the 
revisions  made  to  the  Technology  Policy,  as  per  the  suggestions  of  the  Citizens' 
Advisory  Committee  and  the  Revenue  Bond  Oversight  Committee. 

Public  Comment 

•   Mr.  David  Pilpel  suggested  that  under  the  "Leadership  Principles  and 

Transparency  Criteria";  bullets  four  and  six,  that  the  word  "Bureau"  be  added. 
He  requested  that  policies  be  posted  on  the  web. 

On  motion  to  approve  item  9  as  amended: 
AYES:  Moran,  Torres,  Vietor  and  Courtney 

10.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Agreement  with  the 
United  States  Department  of  Agriculture,  Forest  Service  for  an  amount  not  to  exceed 
$1 ,188,805,  and  with  a  duration  of  five  years,  to  provide  comprehensive 
management  of  Cherry  Reservoir  watershed  as  well  as  security  for  SFPUC  facilities 
within  National  Forest  lands.  (Resolution  12-0166) 

Mr  Steve  Ritchie,  Assistant  General  Manager,  Water,  introduced  the  agenda  item. 

Public  Comment 
No  public  comment. 

On  motion  to  approve  item  10: 

AYES:  IVIoran,  Torres,  Vietor  and  Courtney 

1 1  .Approve  SFPUC  201 1  Power  Source  Disclosure  Report  to  California  Energy 
Commission,  a  report  required  by  State  law  which  is  to  disclose  the  electricity 
sources  used  to  serve  SFPUC  Power  end-use  electric  customers.  The  201 1  Report 
discloses  that  the  electricity  sources  used  to  serve  SFPUC  Power  end-use  electric 
customers  was  greenhouse  gas-free  and  renewable.  (Resolution  12-0167) 


Ms.  Barbara  Hale,  Assistant  General  Manager,  Power,  introduced  ttie  agenda  item. 
Brief  discussion  ensued  on  the  requirements  of  the  disclosure. 

Public  Comment 
No  public  comment. 

On  motion  to  approve  item  1 1 : 

AYES:  Moran,  Torres,  Vietor  and  Courtney 

12.  Public  comments  on  matters  to  be  discussed  in  Closed  Session 

Public  Comment 
No  public  comment. 

13.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  motion  TO  ASSERT: 

AYES:  Moran,  Torres,  Vietor  and  Courtney 

CLOSED  SESSION 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (b)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

Anticipated  Litigation  -  As  Defendant 

1 5.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(c)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

Anticipated  Litigation  -  As  Plaintiff 

1 6.  Pursuant  to  Government  Code  Section  54957  and  San  Francisco  Administrative 
Code  Section  67.10(b),  to  consider  public  employee  appointment/hiring  for  the 
position  of  General  Manager  of  the  San  Francisco  Public  Utilities  Commission;  and 
Pursuant  to  Government  Code  Section  54954.5(f)  and  Administrative  Code  Section 
67.8(a)(5). 

Conference  with  Labor  Negotiator,  Unrepresented  Employee 

City  Negotiator:  Commission  President  Anson  Moran 
Unrepresented  Employee:  General  Manager,  SFPUC 

Anticipated  issues  under  negotiation: 

Wages,  Hours,  Benefits,  Working  conditions.  Other 

1 7.  Announcement  following  closed  session 

President  Moran  stated  that  there  was  no  action  taken  on  items  14,  15  or  16. 


1 8.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
On  Motion  NOT  to  disclose: 

A  YES:  Moran,  Torres,  Victor  and  Courtney 

President  Moran  recalled  item  6a,  wtiicti  iiad  been  continued  earlier  in  the  meeting.  He 
noted  tliat  the  Deputy  City  Attorney  provided  the  Commission  and  Mr  Kelly,  Jr  with  a 
correct  draft,  which  correctly  reflected  the  summary  as  discussed  earlier  in  the  meeting, 
and  all  that  parties  were  in  concurrence  with  the  contract  terms. 

Public  Comment 

Mr  David  Pilpel  requested  and  received  clarification  on  the  "made"  date  of  the 
contract 

On  motion  to  accept  Item  6a 

AYES:  Moran,  Torres,  VIetor  and  Courtney 

19.  Other  new  business 
None. 


President  Moran  adjourned  the  meeting  in  the  memory  of  Arlene  Navarret  3:48  PM. 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0221 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise,  Water  System  Improvement 
Program  (WSIP)-funded  Contract  No.  WD-2591,  Lower  Crystal  Springs  Dam  Improvements,  by  the 
Contractor,  Kiewit  Infrastructure  West  Company;  and 

WHEREAS,  On  December  14,  2010,  by  Resolution  No.  10-0220,  this  Commission  awarded 
Contract  No.  WD-2591,  Lower  Crystal  Springs  Dam  Improvements  to  the  lowest,  qualified  responsible 
and  responsive  bidder,  Kiewit  Infrastructure  West  Company;  and 

WHEREAS,  The  original  contract  amount  was  for  $17,360,400  and  the  original  contract 
duration  was  347  consecutive  calendar  days;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  January  31,  2011,  with  an 
original  schedule  of  347  consecutive  calendar  days  and  the  contract  work  was  completed  in  456 
consecutive  calendar  days  on  May  1,  2012;  and 

WHEREAS,  on  September  13,  2011,  by  Resolution  No.  11-0155,  this  Commission  authorized 
future  modifications  to  the  contract  amount  for  up  to  $21,353,400;  and 

WHEREAS,  Modifications  Nos.  1-12  were  issued  for  an  additional  $2,997,566  to  cover  design 
changes  due  to  differing  site  conditions,  environmental  mitigation,  and  extreme  wet  weather  conditions, 
increasing  the  total  contract  value  to  $20,357,966  and  extending  the  contract  duration  by  110 
consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  determined  that  the  Contractor  met  the 
established  15.07%  Local  Business  Enterprise  (LBE)  subcontractor  participation  goal  by  achieving  a 
total  of  23.65%  LBE  participation;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW354,  Lower  Crystal  Springs  Dam 
Improvements;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  by  Kiewit  hifrastructure 
West  Company,  for  Water  Enterprise,  WS IP-funded  Contract  No.  WD-2591,  Lower  Crystal  Springs 
Dam  Improvements,  authorizes  an  extension  of  the  contract  duration  by  1 10  consecutive  calendar  days, 
and  authorizes  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  11,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


12-0222 


WHEREAS,  On  July  12,  2011,  this  Commission  awarded  Agreement  No.  CS-141, 
Construction  Support  Services  for  Hetch  Hetchy  Water  &  Power,  and  authorized  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Commission  to  (negotiate  and)  execute  a 
professional  services  agreement,  in  the  amount  of  $6,000,000,  and  with  a  term  of  five  (5)  years, 
concluding  on  August  1,  2016,  with  Black  &  Veatch  Corporation;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  for  $2,300,000  to  assure  continuity  of 
capital  improvement  project  support  services  into  the  3*^^  quarter  of  2013,  when  the  performance 
of  these  services  are  planned  to  be  transitioned  to  City  staff  and  other  contracts,  increasing  the 
total  not-to-exceed  agreement  amount  to  $8,300,000,  with  no  change  to  the  agreement  duration; 
and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  3%  Local  Business 
Enterprise  (LBE)  participation  goal  for  this  project  and  Black  &  Veatch  Corporation  has 
committed  to  meet  this  goal  with  5.58%  LBE  participation;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  various  Water  Enterprise  - 
Capital  Improvement  Projects;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Water 
Enterprise,  Water  &  Power  Revenue  &  Bond-funded  Agreement  No.  CS-141,  Construction 
Support  Services  for  Hetch  Hetchy  Water  &  Power  (HHWP)  with  Black  &  Veatch  Corporation 
to  assure  continuity  of  capital  improvement  project  support  services;  and  authorizes  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Commission  to  negotiate  and  execute  this 
amendment  increasing  the  not-to-exceed  agreement  amount  by  $2,300,000,  for  a  total  not-to- 
exceed  agreement  amount  of  $8,300,000,  with  no  change  to  the  agreement  duration. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  11,  2012. 


Secretary,  Public  Utilities  Commission 


1 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0223 


WHEREAS,  The  SFPUC  needs  the  assistance  of  qualified  environmental  firms  to  prepare 
documents  required  by  the  California  Environmental  Quality  Act  (CEQA),  the  National 
Environmental  Policy  Act  (NEPA),  and  federal  and  state  resource  agency  permit  applications; 
and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  consulting  firms  to 
provide  specialized  environmental  analysis  services  to  supplement  San  Francisco  Planning 
Department  and  SFPUC  staff;  and 

WHEREAS,  The  estimated  cost  of  services  is  $15,000,000  ($3,750,000/agreement);  and 

WHEREAS,  The  request  for  proposals  (RFP)  was  advertised  on  May  23,  2012;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  January  2013  and  end  in  January  2018 
and  the  duration  of  this  agreement  is  five  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
selection  panel  evaluations  and  the  proposals  resulted  in  the  establishment  of  Baseline 
Environmental  Consulting  (CS-242A),  ESA+Orion  Joint  Venture  (CS-242B),  URS  Corporation 
(CS-242C),  and  RMC  Water  and  Environment  (CS-242D)  as  the  four  highest  ranked  consulting 
firms;  and 

WHEREAS,  CMD  established  a  15%  Local  Business  Enterprise  (LBE)  subconsultant 
participation  goal  on  this  project;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Water  System  Improvement  Program  (WSIP),  Sewer  System  Improvement 
Program  (SSIP),  Hetchy  Improvement  Program  (HIP),  and  other  capital  projects  from  the  Water, 
Wastewater,  and  Power  enterprises;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Baseline 
Environmental  Consulting,  ESA+Orion  Joint  Venture,  URS  Corporation,  and  RMC  Water  and 
Environment;  awards  Agreement  Nos.  CS-242A,  CS-242B,  CS-242C,  and  CS-242D, 
respectively.  As-needed  Environmental  Services,  to  provide  environmental  analyses,  surveys, 
and  reports  and  prepare  resource  agency  permits;  and  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  negotiate  and  execute  four  professional  services 
agreements  with  Baseline  Environmental  Consulting,  ESA+Orion  Joint  Venture,  URS 
Corporation,  and  RMC  Water  and  Environment  each  for  an  amount  not-to-exceed  $3,750,000, 
and  with  a  duration  of  five  years  per  agreement,  or,  in  the  event  negotiations  are  not  successful 
or  City  requirements  are  not  satisfied,  to  negotiate  and  execute  a  professional  services  agreement 
with  the  next  highest  ranked  proposer. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  11,  2012. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  12-0224 


WHEREAS,  On  March  29,  2007,  this  Commission  awarded  Agreement  No.  CS-873, 
Cooperative  Research  and  Development  Agreement  (CRADA)  with  the  U.S.  Geological  Survey 
(USGS)  to  conduct  cooperative  earthquake  hazards  research  for  the  San  Francisco  Bay  region  for 
$500,000  for  a  duration  of  five  years  and  nine  months;  and 

WHEREAS,  On  August  11,  2009,  this  Commission  approved  Amendment  No.  1  for  an 
additional  $400,000  to  allow  continued  research  and  study  of  earthquake  hazards  that  benefit  the 
WSIP  and  other  SFPUC  projects,  increasing  the  not-to-exceed  agreement  amount  to  $900,000; 
and 

WHEREAS,  Amendment  No.  2  is  being  requested  to  allow  the  SFPUC  to  have  continued 
access  to  USGS  research  data,  technologies  and  resources,  extending  the  agreement  duration  for 
two  years  and  three  months  to  March  28,  2015;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the  San 
Francisco  Contract  Monitoring  Division  (CMD)  has  granted  a  sole  source  waiver  for  this  project 
and  has  thereby  waived  the  Local  Business  Enterprise  (LBE)  subcontracting  goals  for  the 
Agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  the  Water  Enterprise,  Water 
System  Improvement  Program  and  individual  SFPUC  projects;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Agreement 
No.  CS-873,  Cooperative  Research  and  Development  Agreement  (CRADA)  with  the  U.S. 
Geological  Survey  (USGS)  to  conduct  cooperative  earthquake  hazards  research  for  the  San 
Francisco  Bay  region,  and  authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities 
Commission  to  execute  this  amendment  extending  the  agreement  duration  by  two  years  and  three 
months  for  a  total  duration  of  eight  years,  with  no  change  to  the  agreement  value. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  11,  2012. 


^Secretary,  Public  Utilities  Commission 


.■J  ■ 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0225 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise,  Capital 
Improvement  Program-funded  (CLP)  Contract  No.  WW-520,  Spot  Sewer  Repair  Contract  No.  26, 
by  the  contractor,  J.  Flores  Construction;  and 

WHEREAS,  On  September  13,  2011,  by  Resolution  No.  11-0148,  this  Commission 
awarded  Contract  No.  WW-520,  Spot  Sewer  Repair  Contract  No.  26,  in  the  amount  of 
$3,374,375,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  J.  Flores  Construction; 
and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  October  20,  2011, 
with  an  original  schedule  of  365  consecutive  calendar  days  and  the  contract  work  was  completed 
in  225  consecutive  calendar  days  on  May  31,  2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $3,374,375  and  the  original  contract 
duration  was  365  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $335,899  to  account  for  actual  costs  of 
labor  and  materials  required  to  complete  the  work  under  bid  item  allowances,  increasing  the 
contract  amount  to  $3,710,274  and  decreasing  the  contract  duration  by  140  consecutive  calendar 
days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  determined  that  the  contractor 
has  made  a  good  faith  effort  to  comply  with  the  15.56%  Local  Business  Enterprise  (LBE) 
submitted  for  this  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC59,  Spot  Sewer  Repair 
Contract  No.  26;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  J.  Flores 
Construction  Wastewater  Enterprise,  Capital  Improvement  Program- funded  (CIP)  Contract  No. 
WW-520,  Spot  Sewer  Repair  Contract  No.  26,  for  a  total  contract  amount  of  $3,710,274  and 
with  a  total  contract  duration  of  225  consecutive  calendar  days;  and  authorizes  final  payment,  to 
the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  11,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0226 


WHEREAS,  Wastewater  Enterprise  (WWE),  Sewer  System  Improvement  Program- 
Funded  (SSEP)  Contract  No.  WW-541,  Southeast  Water  Pollution  Control  Plant  Oxygen 
Generation  Plant  Replacement  was  advertised  on  September  7,  2012;  and 

WHEREAS,  The  baseline  budget  amount  is  $12,500,000  and  the  Engineer's  Estimate  is 
$1 1,500,000  to  $12,500,000  for  this  construction  contract  work  to  furnish  and  install  two  45  tons 
per  day  oxygen  generation  facility  at  the  Southeast  Water  Pollution  Control  Plant;  and 

WHEREAS,  The  contract  duration  is  390  consecutive  calendar  days;  and 

WHEREAS,  Contract  No.  WW-541,  Southeast  Water  Pollution  Control  Plant  Oxygen 
Generation  Plant  Replacement,  was  determined  to  be  categorically  exempt  as  a  Class  I 
Categorical  Exemption  under  the  California  Environmental  Quality  Act  (CEQA)  on  August  23, 
2012;  and 

WHEREAS,  Six  (6)  bids  were  received  and  opened  publicly  on  October  12,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  NTK  Construction  as  die 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  8%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.CWWSIPSEOO,  Southeast  Plant 
Reliability  Upgrades;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  SSIP-funded  Contract  No.  WW-541,  Southeast  Water  Pollution  Control  Plant 
Oxygen  Generation  Plant  Replacement,  in  the  amount  of  $9,476,360  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  NTK  Construction. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  11,  2012. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0227 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (the  "Commission")  and  its 
suburban  wholesale  customers  in  Alameda,  Santa  Clara  and  San  Mateo  counties  (the  "Wholesale 
Customers")  previously  entered  into  a  Water  Supply  Agreement  (the  "Water  Supply 
Agreement"),  dated  July  1,  2009,  under  which  the  Wholesale  Customers  agreed  to  make 
periodic  payments  to  the  Commission  over  the  term  of  the  Water  Supply  Agreement  at  an 
interest  rate  of  5.13%  for  the  Wholesale  Customers'  share  of  "Existing  Regional  Asset"  costs; 
and, 

WHEREAS,  Section  5.03.F  of  the  Water  Supply  Agreement  allows  the  Wholesale 
Customers  to  prepay  all  or  a  portion  of  Existing  Regional  Asset  costs  ;  and, 

WHEREAS,  The  Wholesale  Customers  are  members  of  the  Bay  Area  Water  Supply  and 
Conservation  Agency,  a  special  purpose  district  under  California  law;  and, 

WHEREAS,  Under  Assembly  Bill  2167  effective  January  1,  2013,  BAWSCA  may  issue 
tax-exempt  and  taxable  revenue  bonds  (the  "Bonds"),  the  proceeds  of  which  would  be  used  by 
the  Wholesale  Customers  to  prepay  all  of  their  Existing  Regional  Asset  costs  as  an  authorized 
prepayment  under  the  Water  Supply  Agreement  (the  "Prepayment");  and, 

WHEREAS,  Assembly  Bill  2167  authorizes  the  Commission  to  act  as  a  collection  agent 
on  BAWSCA's  behalf  to  recover  payments  on  the  Bonds  through  the  imposition  of  surcharges  on 
Wholesale  Customer  water  bills  through  a  Prepayment  and  Collection  Agreement  negotiated 
between  BAWSCA  and  the  Commission;  and, 

WHEREAS,  The  Commission  staff  and  BAWSCA  have  submitted  to  the  Commission  a 
form  of  Prepayment  and  Collection  Agreement  pursuant  to  which  the  Commission  will  act  as 
agent  to  BAWSCA  with  respect  to  the  collection  of  surcharges  which  will  serve  as  security  for 
the  repayment  of  any  BAWSCA  Bonds;  and, 

WHEREAS,  BAWSCA  desires  to  cause  the  issuance  of  its  bonds  to  prepay  all  or  a 
portion  of  its  Existing  Regional  Asset  costs  and  the  Commission  desires  to  cooperate  with 
BAWSCA  to  ensure  that  a  portion  of  such  obligations  can  be  issued  on  a  tax-exempt  basis;  and, 

WHEREAS,  hi  order  to  comply  with  federal  tax  law,  the  Commission  is  required  to  use 
the  tax-exempt  proceeds  of  the  Prepayment  to  pay  for  Water  Enterprise  capital-related 
expenditures  and  for  the  refunding/defeasing  of  certain  outstanding  bonds  of  the  Water 
Enterprise,  as  memorialized  in  a  tax  certificate  and  spending  plan;  and, 

WHEREAS,  The  Commission  reasonably  expects  that  the  proceeds  of  the  tax-exempt 
Bonds  to  be  issued  by  BAWSCA  will  be  used  to  fund  in  accordance  with  the  terms  of  the  tax 
certificate  and  spending  plan;  and, 

WHEREAS,  Resolution  12-0153,  passed  by  the  Commission  on  August  28,  2012, 
authorized  reimbursement  of  certain  expenditures  for  capital  costs  from  proceeds  of  future 
bonded  indebtedness  related  to  Wholesale  Customer  Prepayment,  for  purposes  of  complying 
with  certain  provisions  of  the  Internal  Revenue  Code  of  1986,  as  amended;  now,  therefore  be  it 

RESOLVED,  by  the  San  Francisco  Public  Utilities  Commission,  as  follows: 

Section  1.  The  Commission  finds  and  determines  that  the  foregoing  recitals  are  true  and 

correct. 


Section  2.  The  proposed  form  of  Prepayment  and  Collection  Agreement  submitted  to  this 
Commission,  and  the  terms  and  conditions  thereof,  is  hereby  approved,  subject  to  Board  of 
Supervisors  approval  pursuant  to  Charter  Section  9. II 8.  In  order  to  implement  any  prepayment 
authorized  herein,  the  General  Manager  or  his  designee  is  hereby  authorized  to  enter  into  the 
form  of  Prepayment  and  Collection  Agreement  with  BAWSCA,  substantially  in  the  form 
presented  to  this  meeting  and  on  file  with  the  Secretary  of  the  Commission,  with  such  changes 
and  additions  as  the  General  Manager  may  approve  upon  consultation  with  the  City  Attorney, 
each  such  approval  to  be  evidenced  conclusively  by  the  delivery  to  the  trustee  of  such  agreement. 
The  Secretary  of  the  Commission  is  directed  to  file  a  copy  of  said  form  of  Prepayment  and 
Collection  Agreement  with  the  minutes  of  this  meeting. 

Section  3.  Subject  to  Board  of  Supervisors  approval,  the  General  Manager  of  the 
Commission  or  his  designee,  and  all  other  appropriate  officers,  employees,  representatives  and 
agents  of  the  Commission,  including  all  other  appropriate  officers,  employees,  representatives 
and  agents  thereof  are  hereby  authorized  and  directed  to  do  everything  necessary  or  desirable  to 
cause  the  execution  and  delivery  of  the  Prepayment  and  Collection  Agreement  and  to  execute 
such  certificates  and  other  documents  as  he  deemed  necessary  or  desirable  in  connection  with  the 
issuance  and  sale  of  the  BAWSCA  prepayment  bonds,  including  but  not  limited  to,  the 
establishment  and  creation  of  a  special  category  8  fund  under  Chapter  10  of  the  Administrative 
Code  for  the  deposit  of  surcharge  proceeds  in  accordance  with  terms  of  the  Prepayment  and 
Collection  Agreement;  provided  however  the  General  Manager  shall  not  be  authorized  to  take 
such  actions  inconsistent  with  the  terms  of  this  Resolution,  including  any  actions  that  would 
cause  the  Commission  to  assume  additional  risks  not  contemplated  herein. 

Section  4.  The  General  Manager  of  the  Commission  is  hereby  authorized  to  submit 
legislation  to  the  Board  of  Supervisors  of  the  City,  and  urge  the  Board  to  consider  and  approve 
the  form  of  Prepayment  and  Collection  Agreement  pursuant  to  Charter  Section  9. 1 1 8.  The 
General  Manager  of  the  Commission  is  hereby  authorized  to  submit  legislation  to  the  Board  of 
Supervisors  of  the  City,  and  urge  the  Board  to  establish  a  BAWSCA  Bond  Surcharge  Fund  for 
the  purpose  of  the  SFPUC  being  able  to  impose,  collect  and  remit  a  new  Surcharge  on 
participating  Wholesale  Customers,  as  proposed  in  the  Prepayment  and  Collection  Agreement. 

Section  5.  All  actions  heretofore  taken  by  the  officials,  employees  and  agents  of  the 
Commission  with  respect  to  the  execution  and  delivery  of  the  Prepayment  and  Collection 
Agreement  are  hereby  approved,  confirmed  and  ratified. 

Section  6.  This  Resolution  shall  take  effect  from  and  after  its  adoption  by  the 
Commission. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  December  11,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0228 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  will  utilize  this  contract  to  facilitate 
the  implementation  of  a  multi-pronged,  highly  targeted  public  education  and  advertising  program  for 
CleanPowerSF;  and 

WHEREAS,  The  SFPUC  intends  to  undertake  an  extensive  public  education  and  outreach 
campaign,  in  multiple  languages  to  ensure  that  prior  to  the  opt-out  process,  targeted  residents  in  each 
phase  are  fully  aware  of  the  program,  its  features  and  its  costs;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  advertising/marketing/outreach 
firms  to  provide  specialized  communication  services  to  supplement  SFPUC  staff;  and 

WHEREAS,  The  estimated  cost  of  services  is  $1,400,000;  and 

WHEREAS,  The  proposal  was  advertised  on  February  2,  2012;  and 

WHEREAS,  The  Commission  authorized  the  issuance  of  task  orders  from  this  agreement  up  to, 
but  not  to  exceed,  $  1 00,000  on  October  9,  20 1 2 ;  and 

WHEREAS,  Services  have  already  begun  under  the  first  task  order  and  are  scheduled  to  end  in 
August  2017;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the  agreement  from 
Project  CUH978-  Community  Choice  Aggregation;  now,  therefore,  be  it 

RESOLVED,  That  diis  Commission  hereby  approves  the  issuance  of  task  orders  above  the  initial 
$100,000  task  order  allowance  up  to  the  full  not-to-exceed  amount  of  $1,400,000  for  Agreement  No.  CS- 
227,  Advertising  and  Marketing  Services  for  CleanPowerSF,  with  Davis  &  Associates  Communications, 
hic.  to  provide  public  education,  community  engagement,  advertising  and  marketing  services  for 
CleanPowerSF,  the  City's  Community  Choice  Aggregation  program. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  11,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0229 


WHEREAS,  Hetch  Hetchy  Water  and  Power  (HHWP),  a  Division  of  the  San  Francisco 
Public  Utilities  Commission  (SFPUC),  is  an  owner,  operator,  and  user  of  the  Bulk  Electric 
System  and  as  such  is  subject  to  compliance  with  the  North  American  Electric  Reliability 
Corporation  (NERC)  reliability  standards;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  a  qualified  consultant  to  provide 
specialized  NERC  Reliability  Standards  compliance  related  services  to  supplement  and  provide 
training  to  SFPUC  staff;  and 

WHEREAS,  The  estimated  cost  of  services  is  $2,000,000;  and 

WHEREAS,  The  proposal  was  advertised  on  July  26,  2012;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  January  2013  and  end  in  January  2018 
and  the  duration  of  this  agreement  is  five  (5)  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
selection  panel  evaluations  and  the  proposals  resulted  in  the  establishment  of  Utility  System 
Efficiencies,  Inc.  as  the  highest  ranked  consulting  firm;  and 

WHEREAS,  Pursuant  to  Chapter  14B. 8  of  the  San  Francisco  Administrative  Code,  the 
San  Francisco  Contract  Monitoring  Division  (CMD)  has  waived  the  Local  Business  Enterprise 
(LBE)  subcontracting  goals  for  this  Agreement;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re- advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  CUH  101  Power  Infrastructure  and  PUH  504  WECC/NERC  Compliance;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Utility  System 
Efficiencies,  Inc.;  awards  Agreement  No.  CS-246,  Technical  Support  Services,  HHWP  NERC 
Regulatory  Standards,  to  provide  NERC  Compliance  related  consulting  services;  and  authorizes 
the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  negotiate  and  execute 
a  professional  services  agreement  with  Utility  System  Efficiencies,  Inc.  for  an  amount  not-to- 
exceed  $2,000,000  and  with  a  duration  of  five  (5)  years,  or,  in  the  event  negotiations  are  not 
successful  or  City  requirements  are  not  satisfied,  to  negotiate  and  execute  a  professional  services 
agreement  with  the  next  highest  ranked  proposer. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Pubiic  Utilities 
Commission  at  its  meeting  of  December  11,  2012. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  12-0230 


WHEREAS,  On  August  14,  2007,  this  Commission  awarded  Agreement  No.  CS-854, 
Engineering  Services  for  Sutro  Reservoir  Seismic  Upgrades  and  Rehabilitation,  and  authorized 
the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  (negotiate  and) 
execute  a  professional  services  agreement,  in  the  amount  of  $1,600,000,  and  with  a  duration  of  3 
years,  1 1  months,  concluding  on  July  29,  201 1,  with  URS/SOHA  JV;  and 

WHEREAS,  Amendment  No.  1  was  issued  for  $210,876  to  accommodate  additional 
geotechnical  investigation,  seismic  deformation  analysis,  increasing  the  total  not-to-exceed 
agreement  amount  to  $1,810,876;  and 

WHEREAS,  Amendment  No.  2  was  issued  for  $392,625  to  accommodate  additional 
engineering  efforts  necessary  to  address  the  geotechnical  and  structural  deficiencies  found  under 
Amendment  No.l  and  to  complete  the  project's  conceptual  engineering,  increasing  the  total  not- 
to-exceed  agreement  amount  to  $2,203,501  and  extending  the  agreement  duration  by  one  year 
and  four  months  to  January  1,  2013;  and 

WHEREAS,  Amendment  No.  3  was  issued  for  $1,175,000  for  the  additional  engineering 
services  during  the  design,  bid/award  and  construction  phases  to  address  comments  by  the 
California  Division  of  Safety  of  Dams  (DSOD),  increasing  the  total  not-to-exceed  agreement 
amount  to  $3,378,501  and  extending  the  agreement  duration  by  one  year  to  January  1,  2014;  and 

WHEREAS,  The  project's  construction  phase  will  extend  longer  due  to:  (i)  added  design 
and  environmental  work;  (ii)  the  need  to  rebid  the  construction  contract;  and  (iii)  extension  of 
construction  activities  to  address  the  multiple  system  shutdowns  required  to  facilitate  the 
reservoir  upgrade  work;  and 

WHEREAS,  Amendment  No.  4  is  being  requested  for  a  two  year  time  extension  to 
provide  continued  engineering  support  during  the  project's  construction  phase,  extending  the 
agreement  duration  by  two  years  to  January  1,  2016;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business 
Enterprise  (LBE)  participation  goal  of  14%  for  this  project  and  URS/SOHA  JV  has  committed  to 
meet  this  goal  with  14.6%  LBE  participation;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  CUW33701  -  Sutro 
Reservoir  Rehab  &  Seismic  Upgrade;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  4  to  Water 
Enterprise,  Water  System  Improvement  Program-funded  Agreement  No.  CS-854,  Engineering 
Services  for  Sutro  Reservoir  Seismic  Upgrades  and  Rehabilitation,  with  URS/SOHA  JV  to 
provide  additional  time  for  engineering  services  during  the  construction  phase,  and  authorizes 
the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  this 
amendment,  with  a  time  extension  of  two  years,  for  a  total  agreement  duration  of  eight  years  and 
three  months,  with  no  change  to  the  agreement  value. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  11,  2012. 


(KvM^t^.  KiU&dL-  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  12-0231 


WHEREAS,  Constmction  has  been  completed  for  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)-funded  Contract  No.  DB-116,  Tesla  Treatment  Facility,  located 
in  unincorporated  San  Joaquin  County,  by  the  contractor,  PCL  Civil  Constructors,  Inc.;  and 

WHEREAS,  On  September  23,  2008,  by  Resolution  No.  08-0173,  this  Commission 
awarded  Contract  No.  DB-116,  Tesla  Treatment  Facility,  in  the  amount  of  $81,420,562,  to  the 
lowest,  qualified  responsible  and  responsive  bidder,  PCL  Civil  Contractors,  hic;  and 

WHEREAS,  The  Phase  1  (Design)  Notice-to-Proceed  date  was  set  for  November  10, 
2008  and  the  Phase  23  (Construction)  Notice-to-Proceed  date  was  set  for  March  31,  2009,  with 
an  original  construction  schedule  of  1,186  consecutive  calendar  days  and  the  contract 
construction  work  was  completed  in  1,340  consecutive  calendar  days  on  November  30,  2012 
and; 

WHEREAS,  The  original  contract  amount  was  for  $81,420,562  and  the  original  contract 
construction  duration  was  1,186  consecutive  calendar  days;  and 

WHEREAS,  Modifications  Nos.  1  through  38  were  issued  for  a  total  of  $6,348,412  to 
address  design  changes,  changing  field  conditions,  and  additional  work  to  address  regulatory  and 
security  requirements;  and  with  a  time  extension  of  68  consecutive  calendar  days  to  allow  the 
SFPUC  to  file  the  Notice  of  Termination  of  the  Storm  Water  Pollution  Prevention  Program  to  the 
Regional  Water  Quality  Control  Board,  increasing  the  contract  amount  to  $87,768,974  and 
extending  the  contract  duration  to  1,254  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  39  (Final)  will  be  issued  for  ($186,850)  to  account  for 
actual  labor  and  materials  required  to  complete  the  work  under  bid  item  allowances,  decreasing 
the  total  contract  amount  to  $87,582,124,  and  extending  the  contract  duration  by  86  consecutive 
calendar  days  for  a  total  contract  duration  of  1,340  consecutive  calendar  days;  and 

WHEREAS,  The  Contractor  has  met  the  Contract  Monitoring  Division  (CMD)  Local 
Business  Enterprise  (LBE)  subcontracting  goal  of  7%  by  utilizing  a  total  of  8.5%  LBE 
participation;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW384  -  Tesla  Treatment  Facility 
Project;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  PCL  Civil 
Constructors  Inc.  for  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)-funded 
Contract  No.  DB-1 16  -  Tesla  Treatment  Facility  for  a  total  contract  amount  of  $87,582,  124  with 
a  total  contract  duration  of  1,340  consecutive  calendar  days;  and  authorizes  final  payment  to  the 
contractor. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  11,  2012. 


Secretary,  Public  Utilities  Commission 


